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tf       «TU  \  INTRODUCTION 

c\  ■ 

\  By  Frederick  W.  Taylor 

It  is  hoped  that  this  book  will  be  used: 
>  (1)     By  architects,  engineers,  and  contractors  in  making  accurate 
estimates  of  the  cost  of  concrete  works  and  structures. 

(2)  By  contractors,  superintendents,  and  foremen  to  help  them 
to  so  lay  out  and  plan  their  work  that  their  materials  will  be  more 
economically  handled  and  used  than  in  the  past,  and  that  each  work- 
man will  do  more  and  better  work  than  heretofore. 

(3)  To  assist  in  the  introduction  of  the  principles  of  Scientific 
Management  in  the  building  trades. 

The  writer  fully  realizes  that  for  several  years  to  come  this  third 
use  will  be  subordinate  to  the  other  two;  and  yet  so  thoroughly  con- 
vinced is  he  o£  the  ultimate  triumph  of  the  principles  of  Scientific 
Management  that  he  hopes  and  firmly  believes  that  the  promotion  of 
this  cause  will  be  in  the  end  the  most  important  function  of  the  book. 

The  distinctive  feature  of  this  book  is  that  the  information  given 
in  its  tables,  etc.,  as  to  how  long  workmen  should  take  to  do  all  kinds 
of  tasks,  has  been  obtained  by  watching  one  man  after  another  while 
they  were  doing  a  day's  work  and  noting  with  a  stop-watch  the  time 
'taken  in  doing  each  small  element  of  their  trade. 

Heretofore  the  best  knowledge  of  the  time  required  to  do  work  of 
this  character  has  been  obtained  by  keeping  records  of  the  pay, 
and  sometimes  of  the  time  of  gangs,  or  groups,  of  workmen  while 
they  were  doing  whole  jobs  of  work,  or  at  best,  quite  large  sections 
of  a  contract.  From  the  standpoint  of  the  contractor,  however,  it 
is  unfortunate  that  no  two  jobs  are  exactly  alike.  And,  in  fact,  in 
most  cases  the  difference  in  the  conditions  of  apparently  similar 
jobs  is  so  great  that  the  records  of  the  time  and  cost  of  one  job  enable 
the  estimator  merely  to  make  a  good  guess  at  the  cost  of  the  next. 

A  far  more  accurate  plan  for  estimating  costs  is  the  method  adopted 
in  this  book  of  dividing  each  kind  of  work  into  a  series  of  small  ele- 
mentary operations  and  of  then  timing  and  recording  each  of  these 
"unit  times"  and,  finally,  of  adding  together  the  proper  series  of 
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unit  times  in  figuring  the  cost  of  a  new  job.  This  method  is  new  in 
the  building  trades,  although  it  has  been  successfully  practiced  for 
years  in  many  large  machine  shops  and  in  engineering  and  manufac- 
turing establishments  in  this  country. 

From  1879  to  1882,  as  gapg  boss  and  foreman  in  the  machine  shop 
of  the  Midvale  Steel  Company  of  Philadelphia,  the  writer  had  a 
continuous  struggle  with  his  men  while  trying  to  get  them  to  do  a 
proper  day's  work  under  the  old  piece-rate  system. 

During  this  time  it  was  over  and  over  again  brought  home  to  him 
that  the  chief  cause  for  disagreement  and  discord  between  himself 
and  his  men  lay  in  the  fact  that  neither  he  nor  they  knew  how  long 
it  ought  to  take  to  do  a  given  job.  Their  knowledge  was  more  accu- 
rate than  his,  and  they  fully  realized  that  under  the  piece-work 
system  it  was  for  their  interest  to  keep  the  management  ignorant  as 
to  how  fast  they  could  work;  so  that  a  considerable  part  of  the  inge- 
nuity and  of  the  time  of  each  workman  was  given  over  to  seeing  how- 
slow  he  could  go  and  still  convince  his  boss  that  he  was  doing  his  best. 

This  "soldiering"  and  deliberate  deceit  on  the  part  of  the  men 
leads  the  foreman  who  does  his  duty  to  try  to  force  them  to  do  a 
proper  day's  work.  And,  under  this  type  of  management,  just  in 
proportion  to  the  energy  and  resourcefulness  of  the  foreman,  the 
relations  between  the  management  and  the  men  become  bitter  and 
antagonistic. 

With  the  object  of  removing  the  chief  cause  for  discord,  the  writer 
made  a  systematic  effort  to  educate  those  in  the  management  and 
also  the  men  as  to  how  fast  work  of  all  kinds  should  be  done. 

He  made  a  careful  analysis  of  the  movements  of  workmen  in  one 
job  after  another,  eliminated  all  of  the  useless  motions,  and  substi- 
tuted fast  for  slow  and  inefficient  movements.  And  then  he  studied 
with  a  stop-watch  the  time  which  a  first-class  man  should  take  to 
make  each  of  the  elementary  movements  into  which  all  kinds  of 
work  may  be  sub-divided.  By  adding  together  the  proper  series 
of  these  "unit  times"  (as  they  are  called),  the  correct  speed  for  doing 
any  kind  of  work  was  obtained;  and  it  was  found  almost  invariably 
that  by  this  method  the  men  could  be  shown  how  to  work  far  more 
efficiently  than  they  had  before  and  with  but  little  greater  effort  to 
themselves.  This  enabled  us  to  pay  them  a  substantial  premium 
or  bonus  (an  increase  of  30%  or  more  in  their  wages)  whenever  they 
did  the  tasks  which  were  assigned  them  in  the  proper  times,  and  still 
!eave  a  good  profit  for  the  Company. 
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When  these  men  found  that  we  were  deliberately  planning  to  give 
them  a  large  increase  in  pay,  instead  of  trying  to  cut  down  their 
wages,  they  ceased  to  be  our  antagonists  and  cooperated  most  heart- 
ily in  introducing  the  new  system. 

In  from  six  to  eight  years  the  application  of  this  time  study  to  a 
large  range  and  variety  of  work  had  resulted  in  such  great  economy 
in  the  many  trades  practised  in  the  Midvale  Steel  works  that  the 
writer  decided  to  give  his  whole  time  to  systematizing  other  companies 
along  similar  lines. 

Five  years  devoted  to  this  kind  of  systematizing  followed,  and  in 
1894  Mr.  Sanford  E.  Thompson,  who  had  been  cooperating  with  the 
writer  during  much  of  this  period,  joined  him  in  an  effort  to  apply 
these  principles  to  the  building  trades. 

We  were  sure  that  the  application  of  motion  and  time  study  to 
the  building  trades  would  be  followed  by  the  same  useful  results  as 
had  been  obtained  in  industrial  work;  and  it  was  our  judgment  that 
the  necessary  "time  study"  could  be  quickly  made. 

In  the  latter  supposition,  however,  we  were  wrong.  During  the 
past  seventeen  years  Mr.  Thompson  and  his  able  assistants  have 
devoted  practically  their  whole  time  to  a  minute,  painstaking  study 
of  the  building  trades,  and  this  is  the  first  book  resulting  from  his 
work  which  deals  with  the  time  and  cost  problem.  In  justice  to 
Mr.  Thompson,  however,  it  should  be  understood  that  this  does  riot 
constitute  the  only  fruit  of  his  seventeen  years  of  labor.  Besides 
publishing  "  Concrete,  Plain  and  Reinforced"  he  has  accumulated 
the  data  and  prepared  the  tables  for  books  on  the  following  trades, 
which  we  hope  to  publish  within  a  few  years:  earthwork;  bricklaying; 
lathing; plastering;  carpentry;  slating; and  many  of  the  smaller  trades. 

The  work  of  writing  a  book  of  this  sort  divides  itself  into  three 
sections: 

(1)  Analysis,  i.e.,  analyzing  all  of  the  work  in  a  given  trade 
into  its  small  elements;  separating  the  efficient  from  the  inefficient 
movements  of  the  workmen;  and  then  studying  with  a  stop-watch 
the  proper  time  for  making  each  elementary  movement. 

(2)  Synthesis,  i.e.,  making  this  time  study  practically  useful  by 
grouping  together  the  proper  series  of  movements  for  doing  each 
class  of  work;  summing  up  these  "unit  times,"  and  adding  the  proper 
time  allowance  for  unavoidable  delays  and  accidents,  etc.;  and,  finally, 
classifying  and  tabulating  these  data  so  as  to  place  them  in  the  sim- 
plest and  most  convenient  form  for  practical  us^ed 
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(3)  Proof,  i.e.,  testing  the  value  of  the  data  and  tables  contained 
in  the  book  by  computing  from  the  book  the  time  it  ought  to  take 
to  build  a  structure  about  to  be  erected,  and  then  comparing  the" book 
time  and  cost"  with  the  "actual  time  and  cost"  of  the  structure. 

It  has  been  a  surprise  to  us  to  find  that  the  time  required  for 
"Analysis,"  i.e.,  direct  time  study,  is  but  a  small  fraction  of  the  time 
afterward  spent  in  "Synthesis"  and  "Proof,"  i.e.,  making  our  data 
practically  useful  and  then  assuring  ourselves  that  we  had  not  made 
any  mistake  or  omitted  any  important  factors. 

Another  important  feature,  one  that  has  entailed  quite  as  much  labor 
as  the  fundamental  information  on  times  and  costs,  has  been  a  study 
of  the  methods  of  the  leading  contractors.  From  these  we  have  selected 
the  best  features  and  suggested  designs  and  plans  embodying  them. 

Times  and  costs  are  of  comparatively  little  value  without  a  knowl- 
edge of  the  best  way  to  use  them.  In  the  introduction  of  scientific 
management,  either  in  the  shop  or  field,  the  first  essential,  before 
tasks  can  be  set,  is  the  introduction  of  standard  and  systematic 
methods  for  handling  the  materials  and  for  teaching  and  instructing 
the  workmen.  For  example,  in  the  making  up  of  forms  as  much 
saving  can  be  effected  by  up-to-date  design,  proper  routing  of  the 
lumber  through  the  mill  saw  to  the  carpenters,  and  the  instruction  of 
the  workmen,  as  in  the  actual  introduction  of  tasks  and  bonuses. 

The  authors  have  found  it  necessary,  therefore,  even  though  the 
book  is  larger  than  first  intended,  to  present  descriptive  material 
such,  for  example,  as  the  layout  of  the  work  and  the  designs  of  forms, 
in  full  detail  and  with  numerous  illustrations  of  practical  methods. 

The  writer  wishes  to  make  it  clear  that  the  greater  part  of  the 
credit  (if  there  is  any)  for  producing  this  book  belongs  to  Mr.  Thomp- 
son. The  writer's  part  has  been  mainly  that  of  suggesting  the  gen- 
eral methods  to  be  followed  and  then  acting  as  advisor,  critic  and 
financier  for  the  enterprise. 

It  is  our  firm  conviction  that  the  introduction  of  the  principles  of 
Scientific  Management  into  this  field  will  produce  the  same  bene- 
ficent results  that  have  been  secured  elsewhere:  that  high  wages 
earned  by  the  workman  and  a  low  labor  cost  secured  by  the  employer 
will  convince  both  sides  that  it  is  for  the  interest  of  each  to  have  the 
welfare  of  the  other  at  heart;  that  friendly  cooperation  is  better  than 
suspicious  watchfulness  or  open  antagonism;  that  peace  is  better 
than  war.  And  if  this  book  helps  in  bringing  about  this  result 
it  will  have  fulfilled  its  most  important  object. 
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Designed  to  meet  the  needs  of  the  contractor,  as  well  as  of  the  engi- 
neer and  architect,  the  field  of  this  book  is  so  broad  that  it  has  neces- 
sitated the  treatment  of  unit  times  and  costs  of  concrete  construction 
from  the  standpoint  of  rough  approximate  estimates;  of  accurate 
detailed  estimates;  of  economical  layout  of  work;  and  of  scientific 
management  with  task  and  bonus. 

The  times  and  costs  are  based  usually  upon  average  conditions  and 
average  workmen,  instead  of  on  scientifically  managed  operation, 
because  at  the  time  of  the  issue  of  this  first  edition  the  application 
of  scientific  management  to  construction  work  has  but  barely  begun, 
and  cannot  furnish  adequate  material  for  extended  study  on  that 
basis.  A  marked  development  is  taking  place,  however,  among  the 
more  advanced  contractors  and  builders  in  the  direction  of  better 
organization,  and  of  closer  attention  to  the  smaller  details  of  estimat- 
ing and  of  management  that  lead  to  an  increase  in  efficiency  and  a 
consequent  reduction  in  cost.  This  fact  may  serve  to  justify  the 
minute  subdivision  of  the  matter  of  the  book  to  readers  who  would 
otherwise  think  it  excessively  detailed.  Such  subdivision  seems  re- 
quired by  the  rapidly  increasing  refinement  of  building  construction 
work.  The  book  presents  many  suggestions  bearing  on  the  practi- 
cal introduction  of  systematic  methods  into  construction  operations. 

Approximate  costs  of  miscellaneous  concrete  work,  and  cost  data 
taken  chiefly  from  engineering  literature,  are  presented  in  Chapters 
I  and  II.  This  material  is  useful  simply  as  a  guide  in  making  very 
rough  estimates,  and  is  not  intended  for  accurate  computation. 

Approximate  costs  of  reinforced  concrete  buildings  are  given  in 
Chapter  III  in  terms  of  cost  per  square  foot  of  floor  surface.  The 
tables  and  curves  cover  a  wide  range  of  areas  and  types  of  buildings, 
and  the  values  include  all  miscellaneous  details,  such  as  windows, 
stairs,  elevators,  etc.,  but  exclude  interior  finish.  The  tables  and 
curves  in  this  chapter  will  give  the  owner,  the  builder,  the  architect, 
and  the  engineer,  a  general  idea  of  the  probable  cost  of  a  contemplated 
building;  and  also  a  means  of  comparing  the  cost  of  different  designs. 
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Labor  costs  in  general  are  discussed  in  Chapters  IV  and  V,  which 
also  consider  practical  ways  of  organizing  construction  work  along 
scientific  management  lines.  Methods  of  making  time  studies,  plan- 
ning the  work,  and  setting  tasks  are  discussed. 

Proportioning  of  concrete  is  taken  up  in  Chapter  VI  which  discusses 
the  subject  chiefly  from  the  standpoint  of  economical  selection  and 
proportioning  of  the  materials. 

Quantities  of  materials  required  for  a  cubic  yard  of  concrete  are 
shown  by  tables  given  in  Chapter  VII;  while  a  series  of  tables  showing 
the  cost  of  materials,  based  on  definite  prices  of  cement,  sand,  and 
stone  is  presented  in  Chapter  VIII. 

Labor  costs  of  the  operations  of  preparing  the  materials  for  con- 
crete and  of  mixing  them  are  treated  in  Chapters  IX  to  XIII  inclu- 
sive. Many  illustrative  examples  are  given  and  tables  of  times  and 
costs  are  presented  in  such  detail  as  to  be  applicable  to  the  various 
conditions  met  with  in  ordinary  practice.  These  chapters  cover  the 
excavating  and  crushing  of  stone  for  concrete,  the  handling  and  trans- 
porting of  materials,  the  mixing  of  concrete  by  hand,  the  layout  and 
cost  of  plant,  and  the  cost  of  mixing  concrete  by  machine.  In  Chap- 
ter XII,  on  plant  costs,  are  brief  descriptions  of  actual  layouts  with 
drawings  prepared  by  the  authors.  This  material,  and  also  the 
references  to  literature  tabulated  at  the  end  of  several  of  the  chapters, 
will  be  found  of  considerable  value  in  preparing  economical  designs 
for  concrete  plants. 

Form  construction  is  treated  in  detail  in  Chapters  XIV,  XV,  and 
XVI.  These  chapters  contain  comparatively  few  tables  on  costs, 
but  the  material  is  presented  as  an  aid  to  the  design  and  building  of 
forms  in  the  cheapest  and  best  manner.  Some  thirty-five  original 
drawings,  most  of  them  in  isometric  view,  show  the  important 
details  of  form  design  as  developed  by  the  authors  after  a  thorough 
study  of  the  methods  in  use  by  the  best  practical  constructors. 

Tables  for  use  in  the  preparation  of  form  designs  and  of  estimates 
make  up  most  of  the  remainder  of  the  volume,  Chapters  XVII  and 
XXIII  inclusive.  The  tables  of  concrete  volumes,  Chapter  XVII,  and 
of  steel,  Chapter  XVIII,  are  arranged  for  use  in  taking  off  quantities 
from  plans,  while  Chapter  XXI  furnishes  tables  of  quantities  of 
lumber  for  forms.  These  tables  will  assist  in  estimating  the  cost  of 
materials  as  well  as  labor,  and  the  values  are  given  in  such -a  way  that 
they  can  be  readily  taken  off  for  estimates.  Tables  showing  the 
length  of  times  it  takes  to  perform  different  operations,  and  the  tables 
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of  unit  times  of  individual  operations,  will  be  appreciated  by  those 
who  wish  to  go  into  a  thorough  study  of  the  problems  of  estimating 
costs  and  developing  economy  in  construction.  Tables  of  strength 
of  forms  in  Chapter  XX  give  dimensions  of  lumber  and  spacing  of 
supports  for  different  conditions.  Times  and  costs  of  placing  steel, 
Chapter  XIX,  and  building  forms  for  reinforced  concrete  construc- 
tion, Chapter  XXII,  are  arranged  for  practical  use  in  making  up  esti- 
mates. Much  of  the  material  in  these  chapters,  especially  the  values 
of  unit  times  in  Chapter  XXII,  will  serve  as  an  indirect  aid  to  the  fixing 
of  tasks  or  the  setting  of  piece  rates.  The  studies  for  these  tables 
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CHAPTER  I 

APPROXIMATE    COSTS  OF  MISCELLANEOUS  CONCRETE 

WORK 

Cost  data  from  actual  construction  records  are  of  little  value 
unless  accompanied  by  complete  information  in  regard  to  local  con- 
ditions. Even  then,  such  cost  will  not  apply  with  any  exactness  to 
jobs  having  different  characteristics.  One's  own  private  notes,  if  kept 
in  full  detail,  are  much  more  valuable  than  data  from  other  sources 
because  the  local  conditions  are  thoroughly  known  and  can  be 
allowed  for  when  applying  the  values  to  other  work.  The  only  accu- 
rate method  of  making  estimates,  without  personal  knowledge  of  the 
type  of  work  under  consideration  and  without  private  records  of 
such  work,  is  by  the  use  of  unit  costs  or  unit  times  so  arranged  as  to 
fit  the  ordinary  conditions  met  with  in  practice.  The  use  of  unit 
times  and  costs  is  discussed  at  length  in  subsequent  chapters  and  many 
values  are  presented  there  for  various  operations  in  concreting. 

If  a  rough  estimate  is  required  where  time  is  too  short  to  go  into 
details,  the  approximate  values  given  in  the  present  chapter  will  be 
useful.  Because  of  the  various  sources  from  which  these  are  drawn, 
the  reader  is  cautioned  against  assuming  them  to  be  strictly  accurate. 
In  general,  published  records  of  costs  are  apt  to  be  somewhat  low, 
first,  because  there  is  always  more  danger  of  omitting  than  of  adding 
items;  and,  second,  because  a  job  that  costs  high  is  not  generally 
thought  worth  description.  The  values  in  this  chapter  and  the  next 
are  therefore  more  for  guesswork  than  for  accurate  estimates.  Any 
close  estimate  should  be  made  according  to  the  general  scheme 
outlined  in  Chapter  XXIII. 

The  information  in  the  present  chapter  includes: 

PAGE 

(1)  Approximate  costs  of  completed  structures 2 

(2)  Approximate  costs  of  mixing  and  placing  concrete 

in  different  structures 4 

(3)  Approximate  costs  of  forms 6 

(4)  Costs  of  labor  on  forms  per  square  foot  of  contact 

surface 7 

(5)  Costs  of  labor  on  forms  per  1000  feet  B.M 8 

(6)  Approximate  costs  of  labor  on  steel  reinforcement      9 

1 


2  CONCRETE  COSTS 

TABLE  1.     APPROXIMATE  COSTS  OF  COMPLETED 
STRUCTURES  (See  p.  3) 

The  costs  given  in  this  table  are  the  approximate  costs  of  completed  structures, 
based  chiefly  on  published  cost  data  such  as  are  entered  on  pages  16  to  31. 

The  total  costs— including  excavation,  forms,  steel,  and  miscellaneous  work, 
— are  divided,  as  the  case  may  be,  by  the  number  of  cubic  yaids,  square  yards, 
or  feet  which  they  contain.  The  costs  of  the  larger  structures  arc  thus  in  terms 
of  a  cubic  yard.  For  sidewalks  and  pavements,  the  costs  are  expressed  in  terms 
of  a  square  yard  and  for  piles  and  curbing,  in  tenrs  of  a  linear  foot. 

It  is  evident  from  the  wide  range  in  costs  that  the  values  can  be  used  only 
for  rough  approximations. 

The  costs  include  an  allowance  for  superintendence,  overhead  charges,  and 
general  expense  but  do  NOT  include  any  allowance  for  home-office  expenses 
and  profit. 


Cost  per  Cubic  Yard 


Item 


Range 


Average 


(1) 

(2) 
(3) 
(4) 
(5) 
(6) 
(7) 
(8) 

(9) 
(10) 
(ID 
02) 
(13) 
(14) 
(15) 
06) 
(17) 
(18) 
(19) 


Mass  foundations 

Mass  concrete  as  in  a  dam,  etc 

Mass  concrete  as  in  a  lock 

Bridge  piers  and  abutments 

Large  arches  125-foot  span  and  over.. 

Arches  60  to  125-foot  span 

Small  arches,  30  to  50-foot  span 

Small  arches  of  less  than  30-foot  epan, 

culverts,  etc 

Girder  bridges 

♦Conduits,  sewers,  etc 

"Tunnels,  tunnel  lining,  and  subways.. 
Core  walls,  gravity  retaining  walls,  etc. 

Reinforced  retaining  walls 

♦Reservoirs,  filters,  etc 

Tanks,  standpipes,  etc 

Building  construction,  total  structures. 

Walls  in  building  construction 

Encasing  structural  steel  in  concrete. . . 
Concrete  pipe 


(20)  Concrete  piles  

(21)  Concrete  pavements, 

(22)  *Concrete  base  for  brick  or  asphalt  pavingi 


(23)  *Granolithic  sidewalks. 

(24)  *Curbing 


$4.00  to  $9.00 
6.00  to  9.00 
9.00  to  16.00 
7.00  to  15.00 

12.00  to  28.00 
7.00  to  18*00 
5.00  to  17.00 


$7.00 
7.50 
12.50 
10.50 
19.00 
11.50 
9.50 

5.00  to  12.00      9.50 

7.00  to  18.00     12.50 

5.00  to  16.00      9.50 

6.00  to  42.00     15.00 

6.00  to  8.00      7.00 

12.00  to  15.00     13.50 

6.00  to  23.00     10.50 

4.00  to  20.00     12.00 

8.00  to  26.00     14.00 

12.00  to  25.00     17.50 

14.00  to  21.00     18.50 

11.00  to  15.00     12.50 

Cost  per  Linear  Foot 

0.51  to  1.60  |     1.15 

Cost  per  Square  Yard 
1.15  to    1.45    I         1.25 
0.36  to    0.86    I         0.55 

Cost  per  Square  Foot 
0.12  to    0.23    |         0.17 

Cost  per  Linear  Foot 
0.30  to    0.45  0.35 


*Costs  do  not  include  cost  of  excavation. 
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APPROXIMATE  COSTS  OF  CONCRETE  WORK  3 

(7)  Approximate  costs  of  finishing  concrete  surfaces. .  10 

(8)  Approximate  costs  of  miscellaneous  details 10 

(9)  Costs  of  miscellaneous  work  in  buildings 11 

(10)  and  (11)  Tables  for  estimating  concrete  abutments  13 

Cost  data  on  actual  structures  are  presented  in  Chapter  II. 

For  approximate  costs  of  reinforced  concrete  buildings  of  different 
sizes,  reference  should  be  made  to  Chapter  III. 

Many  of  the  items  in  the  tables  which  follow  have  been  taken 
from  recent  descriptions  of  construction  plants  and  of  structures. 
Others  have  been  drawn  directly  from  the  authors'  notes  or  compiled 
from  detailed  tables  in  other  parts  of  this  book. 

An  allowance  has  been  made  in  all  the  costs  for  superintendence, 
overhead  charges,  and  general  expense,  but  in  no  case  are  home-office 
expenses  and  profit  included.  Prices  cover  all  ordinary  ranges  in 
wages  and  costs  of  materials. 

APPROXIMATE  COST  OF  COMPLETED  STRUCTURES 

An  engineer  occasionally  desires  to  make  a  very  rough  estimate  or 
guess  of  the  cost  of  a  structure  based  on  a  cost  per  cubic  yard  that 
includes  not  only  the  concrete  but  other  parts  of  the  work.  For  such 
an  estimate,  Table  1,  page  2,  will  be  useful.  Although  the  range  in 
cost  for  each  type  of  structure  is  so  large  that  it  is  impossible  to  make 
an  exact  estimate,  if  a  man  knows  whether  the  particular  work  is  in- 
tricate or  simple  and  whether  the  costs  of  materials  and  labor  are  high 
or  low,  he  can  select  an  approximate  value  based  on  judgment. 

COST  OF  MIXING  AND  PLACING  CONCRETE 

In  Table  1,  the  costs  include  materials  and  labor  not  only  for  the 
concrete  but  for  practically  all  of  the  construction.  To  give  a  similar 
range  and  average  cost  for  different  structures  of  the  labor  of  mixing 
and  placing  the  concrete  and  of  the  cost  of  labor  plus  the  cost  of  the 
cement,  sand,  and  stone,  Table  2,  page  4,  has  been  prepared. 

The  values,  as  in  Table  1,  are  based  chiefly  on  average  costs  in  printed 
literature  and  cover  the  ranges  in.  cost  of  materials  and  of  labor  that 
are  liable  to  occur  in  ordinary  practice.  Because  of  the  great  variation 
shown,  the  costs  should  be  used  only  for  the  roughest  estimates.  For 
exact  estimates,  reference  should  be  made  to  the  detailed  information 
in  Chapters  X  to  XIII. 

A  comparison  of  different  items  in  the  table  shows  the  lower  cost  in 
structures  that  are  apt  to  contain  large  quantities  of  concrete  and  in 


4  CONCRETE  COSTS 

those  where  lean  mixtures  are  permissible.  On  the  other  hand,  if  the 
concrete  has  to  be  elevated,  as  in  building  construction,  or  carried  a 
long  distance,  as  in  tunnel  work,  the  labor  cost  will  run  high. 

TABLE  2.   APPROXIMATE  COSTS  OF  MIXING  AND  PLACING 
CONCRETE  IN  DIFFERENT  STRUCTURES  (See  p.  3) 

Costs  are  for  concrete  only  and  do  not  include  excavation,  forms,  steel,  or 
miscellaneous  items. 

The  costs  of  materials  include  only  cost  of  cement  and  aggregates  for  the 
concrete  and  do  not  include  forms  or  other  items. 

Costs  have  been  made  up  from  a  number  of  different  jobs  for  each  class  of 
work.    Wages  range  from  15  to  25  cents  per  hour. 

Costs  include  an  allowance  for  superintendence,  overhead  charges  and  gen- 
eral expense,  but  do  NOT  include  home-office  expenses  or  profit. 

For  costs  of  mixing  and  placing  concrete  under  different  specified  conditions, 
see  tables  in  Chapter  XIII.  For  costs  of  materials  for  different  prices  of 
cement  and  aggregates,  see  Tables  29  to  36,  pages  159  to  166. 


Item 

Cost  per  Cubic  Yard 

Range 

Average 

(1)    Mass  concrete  as  in  dams,  piers,  founda- 
tions, etc. 
Labor  only 

$0.75  to  $2.50 
3.00  to    9.00 

1.00  to    3.00 
4.50  to    8.00 

0.75  to    3.00 
3.50  to  13:00 

0.75  to    4.00 
4.50  to    9.00 

0.50  to    2.50 
4.00  to    8.00 

0.75  to    1.75 
3.50  to    8.00 

1.00  to    3.00 
6.25  to    9.00 

2j£  to    4f5  per  sq.ft. 

5f$  to  14j£  per  sq.ft. 

$1.25 

Material  and  labor 

5.50 

(2)    Concrete  in  tunnels  and  conduits 

Labor  only 

2.00 

Material  and  labor 

6.25 

(3)    Concrete  reservoirs  and  standpipes 

Labor  only 

1.50 

Material  and  labor 

7.00 

(4)    Concrete  buildings 

Labor  only 

1.50 

Material  and  labor 

6.50 

(5)    Concrete  bridges 

Labor  only 

1.50 

Material  and  labor 

6.00 

(6)    Concrete  sewers 

Labor  only 

1.50 

Material  and  labor 

6.00 

(7)    Granolithic  sidewalks 

Labor  only 

1.75 

Material  and  labor 

7.00   ' 

(8)    Granolithic  sidewalks 

Labor  only 

2f^persq. 

Material  and  labor ' 

ft. 
lOJ^persq. 
ft. 

APPROXIMATE    COSTS    OF    MISCELLANEOUS   FORMS 

Costs  of  forms  for  reinforced  concrete  structures  are  treated  thor- 
oughly in  Chapters  XVI  and  XXII  and  reference  should  be  made 
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to  the  tables  there  given  if  accurate  estimates  are  required.  For 
arch  centering,  see  Chapter  XV. 

For  approximate  costs  for  rough  estimates,  the  values  in  Table  3 
may  be  used,  selecting  a  price  by  judgment  from  the  range  in  costs. 
The  wide  range  in  each  class  of  work  illustrates  the  variations  due  to 
different  conditions. 

The  first  items  in  Table  3,  referring  to  building  construction,  are 
compiled  from  the  more  exact  tables  in  the  chapters  which  follow. 
They  are  based  on  carpenter  labor  at  fifty  cents  ($0.50)  per  hour  and 
apply  to  ordinary  contract  conditions  but  not  to  task-work  or  scien- 
tific management.  The  other  costs  are  chiefly  made  up  from  pub- 
lished literature  and  the  conditions  governing  them  may  be  obtained 
from  the  sources  given. 

The  costs  of  form  construction  include  approximate  values  both  for 
material  and  for  labor  in  terms  of  per  square  foot  of  surface  in 
contact.  Most  printed  costs  are  given  in  terms  of  per  cubic  yard 
of  concrete,  but  such  costs  are  valueless  to  use  for  other  structures 
unless  the  thicknesses  of  concrete  are  identical.  For  example,  the 
forms  for  a  wall  or  pier  two  feet  thick  may  cost  the  same  per  square 
foot  of  surface  area  as  for  an  eight-foot  wall  or  pier;  if  expressed  in 
cubic  yards  of  concrete,  the  form  cost  with  the  two-foot  wall  would 
be  four  times  that  of  the  eight-foot  wall. 

In  entering  the  costs,  in  cases  where  the  superintendence,  overhead 
charges,  and  general  expense  were  not  included  in  the  reference, 
15%  has  been  added  to  allow  for  these  items,  but  no  allowance  has 
been  made  for  profit  or  home-office  expenses. 

Besides  Table  3  on  approximate  costs  of  forms,  which  gives  the 
values  in  terms  of  per  square  foot  of  area  of  contact,  Tables  4  and  5 
give  costs  for  use  in  building  construction  in  terms  of  per  square  foot 
of  surface  of  contact  and  in  terms  of  per  1000  feet  B.  M.  These  costs 
are  made  up  from  the  tables  in  Chapter  XXII  and  are  more  accurate 
than  the  over-all  costs  given  in  Table  3.  It  will  be  noticed  that  the 
cost  per  square  foot  of  contact  surface  varies  more  than  the  cost  per 
1000  feet  B.  M. 

The  costs  apply  to  forms  for  members  of  economically  designed 
section  supporting  average-loads  and,  in  case  of  columns,  to  average  sizes. 

Since  these  tables  give  merely  average  costs  without  allowing  for 
difference  in  dimensions,  the  values  are  not  sufficiently  exact  for  ac- 
curate estimates.  For  accurate  estimates  the  tables  in  Chapter  XXII 
should  be  used.  >°8le 
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TABLE   3.     APPROXIMATE   COSTS    OF   MISCELLANEOUS 
FORMS  (See  p.  5) 

Item 

Cost  per \ 

Square  Foot 

Authority 

Reference 

Range 

Average 

(1)    Building  construction 

(a)    Column  forms,  labor  only 

Material  and  labor 

8  to  22* 
0  to  25* 

4  to  14* 

5  to  18* 

U  to    4* 
3  to    6* 

6  to  12* 

7  to  15* 

5  to  10* 
7  to  14* 

28  to  52* 

(See  Cha 

4  to    7* 

6  to  16* 

7  to  14* 
9  to  18* 

10* 
12* 

5* 

7* 

2** 

4* 

Si* 
10* 

10** 

u 

8.  H 
11* 

3* 

7* 
10* 

42* 

4J* 
7* 

pter  XV) 

5* 
12* 

m 

16* 

$36.00  each 

0.05* 

** 

1J*  per  sq.  ft 
of  tread 

2* 

The  authors 
The  authors 

The  authors 
The  authors 

The  authors 
The  authors 

The  authors 
The  authors 

W.  G.  Taylor 

H.  A.  Young 
C.  R.  Gow 

The  authors 
The  authors 

From  actual 
costs  on  large 
railroad 

W.  B.  Fuller 
The  authors 

The  authors 

Chapter  XXII 
Chapter  XXI 

(b)    Beam  forms,  labor  only 

Chapter  XXII 

Material  and  labor 

Chapter  XXI 

(c)  Slab  forms,  labor  only 

Material  and  labor 

(d)  Wall  forms,  labor  only 

Chapter  XXII 
Chapter  XXI 

Chapter  XXII 

Material  and  labor 

Chapter  XXI 

(2)    Sewer  forms 

29-foot  sewer,  162  feet  long 

Eng.  Contr. 

4§-f  oot  sewer,  2  miles  long 

Feb.  20,  1907, 
p.  76 
Eng.  News, 

(3)    Forms  for  tunnel  lining 

Labor 

Mar.  26,1908, 
p. '333. 

Eng.  Contr. 

Material  and  labor 

July   7,    1909, 

(4)  Steel  forms  for  4  by  5-foot  conduit 

(Includes  rental  of  forms  and  lumber 
for  centering). 

(5)  Foundation  forms 

Labor  only 

p.  20 
Jour.  Assn.Eng. 
Socs.    Dec. 
1910,  p.  243. 

Material  and  labor 

(6)    Pier  forms 

Labor  only 

Material  and  labor 

(7)     Groined  arch  forms 

Labor  only 

Trans.  Am.Soc. 

Material  and  labor 

Civ.Engs.Vol. 

(8)  Arch  bridge  forms 

(9)  Girder  bridge  forms 

Labor  only 

XLIII,  p.  305 

Material  and  labor 

(10)    Retaining  wall  forms 

Labor  onlv 

Material  and  labor 

(11)  Manhole  form  4X6  feet,  5-foot  headroom 

Material  and  labor 

(12)  Oiling  forms 

Labor  only 

Eng.  Contr. 

Oct.  28,  1908, 

p.  271 
Cement     Age, 

(13)    Cleaning  forms 

Jan.    1908,    p. 
100 
Cement     Age, 

(14)  Placing  and  removing  stair  forms 

(15)  Sewer  forms,  steel,  rental 

Jan.    1908,   p. 
100 

Eng.  Contr. 

Jan.  27,  1909, 
p.  65 

-' 

*  This  high  cost  is  due  chiefly  to  the  short  length  of  sewer, 
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TABLE  4.    AVERAGE  COSTS  OF  LABOR  ON  FORMS  PER 
SQUARE  FOOT  OF  CONTACT  AREA    (See  p.  5) 

Costs  are  for  labor  only  and  are  average  values  for  average  interior  mem- 
bers. Exterior  members  cost  about  50%  more  to  "Place  and  Remove"  than 
interior  members. 

Costs  are  based  on  carpenter  labor  at  50^  per  hour. 

Costs  include  everything  except  profit  and  home-office  expenses. 

Costs  of  "Making  Forms"  are  based  on  all  sawing  being  done  on  mill  saw. 

If  sawed  by  hand,  "Making"  costs  from  30%  to  50%  higher. 


COST  IN  DOLLARS  PER  SQUARE  FOOT  OF  CONTACT  AREA. 


Making  Forms 


Place  and  Re- 
move Forms 
*      1st  Time 


Place  and  Re- 
move Forms 
After  1st  Time 


Remake,  Place 

and 
Remove  Forms 


Columns 


Story 
Heights* 


6  ft. 
$ 


12  ft. 
$ 


18  ft.     6  ft.      12  ft.     18  ft.     6  ft.      12  ft.    18  ft.     6  ft. 
$1$  $  $  $  $.$|$ 


12  ft. 
$ 


18  ft. 
$ 


1-in.  lumber 
2-in.  lumber  (0 


0.0470.0390.040X). 1470.0990.0860. 1270.0810 


.0610.0510.052,0. 1710. 1150. 099X). 1550.0980. 


.1620.1110.099 
.211J0. 1450. 128 


Beams 


Lengths! 


10  ft. 
$ 


20  ft. 
$ 


30  ft. 
$ 


10  ft. 


20  ft. 
$ 


30  ft.    10  ft. 


20  ft. 
$ 


30  ft. 
$ 


10  ft. 
$ 


20  ft. 
$ 


30  ft. 
$ 


1-in.  lumber  0.0260. 0200. 0220. 0570. 0470. 047G. 0500. 0460. 
2-in.  lumber  0.030J0.023J0. 0250. 0670. 0550. 0550.0580. 050 


O4b0 
0490 


.0780.0560.053 
1.0980.0710.067 


Girders 


Lengths! 


1-in.  lumber 
2-in.  lumber 


10  ft. 
$ 


20  ft.    30  ft. 
$  $ 


0.0280. 0220. 02* 
0.0330. 0250. 02* 


10  ft. 
$ 


20  ft. 
$ 


30  ft.     10  ft. 
$  $ 


20  ft. 
$ 


0710. 0520. 05o!o. 0570. 0530. 04010 


30  ft: 
$ 


.0830.0620.059,0.0690.0530. 

l  1    I  i 


0510 


10  ft. 
$ 


20  ft. 
$ 


30  ft. 
$ 


.1010.0690.063 
.1260. 0860.079 


Slabs  (for  beam  and  girder  construction) 


Panels  1 

per  BayJ  $ 


1-in.  lumber  0.0090. 0080.0080. 0270. 0250. 024b. 0210. 0190. 01710.0330. 0210. 019 

11-in.  lumber  0.0100. 0090. 008,0. 0280. 0260. 0250. 0210. 0200. 0180. 0240. 0210. 019 

i i  \ i ' i  I 


*  From  surface  to  surface  of  floor, 
t  From  center  to  center  of  supports. 

t  With  one  panel  per  bay  there  are  no  intercepting  beams;  with  2  panels,  one 
intercepting  beam;  and  with  3  panels,  2  intercepting  beam^Lii 
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TABLE  5.    AVERAGE  COSTS  OF  LABOR  ON  FORMS  PER 
1000  FT.  B.  M.     (See  p.  5) 

Costs  are  for  labor  only  and  are  average  values  for  average  interior  mem- 
bers. Exterior  members  cost  about  50%  more  to  "Place  and  Remove"  than 
interior  members. 

Costs  are  based  on  carpenter  labor  at  50^  per  hour. 

Costs  include  everything  except  profit  and  home-office  expenses. 

Costs  of  "Making  Forms"  are  based  on  all  sawing  being  done  on  mill  saw. 

If  sawed  by  hand,  "Making"  costs  from  30%  to  50%  higher. 

COST  IN  DOLLARS  PER  1000  Ft.  B.  M. 


Making  Forms 


Place  and  Re- 
move Forms 
1st  Time 


Place  and  Re- 
(     move  Forms 
After  1st  Time 


Remake,  Place 

and 
Remove  Forms 


Columns 


Story 
Heights* 


6  ft. 
$ 


12  ft.    18  ft. 
$  $ 


6  ft.     12  ft. 
$  $ 


18  ft.     6  ft.     12  ft. 
$  $  $ 


18  ft. 
$ 


6  ft. 
$ 


12  ft.    18  ft. 
$  $ 


1-in. 
2-in. 


lumber  16.78 
lumber  15.36 


12.88 
12.36 


5051 
2841 


.4031 
.9427. 


7424 
2421 


24  44. 1825. 94  20.39J56 
7638.1223 


.2619. 


3051 


.0835.5827.70 
5434.1627.96 


Beams 


LENGTHSf         10$ft'     20$ft-     30$ft«      10$ft-     20$ft' 


1-in.  lumber 
2-in.  lumber 


6.52 
6.20 


5.22 
4.92 


5.7113.9211. 
5.3313.4911.32 


30  ft. 
$ 


11.71 
11.33 


10  ft.    20  ft.    30  ft.    10  ft. 
$  $  $  $ 


12.2010.14 
12.3610.01 


10.25 
10.13 


20  ft. 
$ 


19.4414.12 
19.94'14.60 


30  ft. 

$ 


13.40 
13.81 


Girders 


Lengths!      10$ft'    20$ft' 


30  ft. 
$ 


10  ft. 
$ 


20  ft.    30  ft. 
$  $ 


10  ft. 
$ 


20  ft.    30  ft. 
$  $ 


10  ft. 
$ 


20  ft.    30  ft. 
$  $ 


1-in.  lumber 
2-in.  lumber 


7.30 
6.91 


5.73 
5.39 


6.3417.5813.0612.4014.1510.91 

5.97^16.9412.7012. 1214.0910.86 

•  ill 


10.5324.9417.1515.84 
10.4925.6617.64,16.26 


Slabs  (for  beam  and  girder  construction) 


Panels 
per  BayJ 


1-in.  lumber 
li-in.  lumber 


3.52 
3. 


3.24 
3.48 


1610.7010.10 
0411.1510.55 


9.50  8.25 


7.60  6.95  9.10  8.25 


9.90  8.55  7.90  7.25  9.55  8.55 


7.40 
7.70 


*  From  surface  to  surface  of  floors. 
t  From  center  to  center  of  supports. 

%  With  one  panel  per  bay,  no  intercepting  beam;  with  2  panels,  one  intercept- 
ing beam;  and  with  3  panels,  2  intercepting  beams. 
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APPROXIMATE  COSTS  OF  LABOR  ON  STEEL  REINFORCE- 
MENT 

In  the  erection  of  steel  reinfprcement,  the  cost  per  pound  of  the  oper- 
ations— handling,  bending,  cutting,  and  placing — increases  as  the  sizes 
of  the  bars  decrease,  because  of  the  greater  amount  of  time  required 
in  handling  the  smaller  bars.  In  some  kinds  of  construction,  how- 
ever, like  reinforced  buildings,  the  variation  in  different  members  will 
average  up,  to  a  certain  extent,  so  that  a  lump  sum  per  pound  for 
labor  on  reinforcement  can  be  used  without  great  error. 

For  accurate  estimates,  the  work  must  be  separated  as  in  the  tables 
in  Chapter  XIX. 

In  Table  6,  a  few  costs  are  given,  made  up  from  these  tables.  The 
remaining  costs  are  general  and  are  drawn  from  various  authorities,  as 
noted.  The  range  in  values  covers  different  conditions  and  also  dif- 
ferent wage  rates  ranging  from  25  £  to  50 fi  per  hour.  The  average 
values  cited  by  the  authors  are  based  on  30j4  per  hour. 


TABLE  6.  APPROXIMATE  COSTS  OF  LABOR  ON  STEEL 

REINFORCEMENT  (See  p.  9) 

Allowance  has  been  made  for  superintendence,  overhead  charges,  and  general 
expenses,  but  NOT  for  home  office-expenses  or  profit. 


Item 


Cost  per  Pound 


Range 


Average 


Authority 


Reference 


(1) 

(2) 
(3) 
(4) 
(5) 

(6) 


Building  construction 

(a)  Bending,  as  for  beams  or  girders 

(b)  Fabricating  and  placing 

Total  cost  of  placing  steel 


Cost  of  handling  and  placing  straight 
bars,  as  In  a  retaining  wall 


Cost  of  handling,  bending,  and  placing 
steel,  as  in  a  floor  or  box  culvert... 

Cost  of  handling,  bending,  and  placing 
steel,  as  in  an  arch 


Cost  of  handling,  cutting,  bending,  and 
placing  steel  (average  value  for  all 
kinds  of  work) 


Cost  of  handling,  bending,  and  placing 
steel  in  roof  of  car  barn 


(7)    Cost  of  handling,  bending,  and  placing 
steel  with  clips  in  stand  pipe 


Bending  and  placing  steel  in  covered 
reservoir 

Floor 

Walls 

Cover 

Average  of  whole  reservoir 


0.15  to  0.35* 
0.25  to  0.4* 
0.4    to  0.75* 


0.12  to  0.21* 
0  18  to  0.32* 
0.14  to  0.26* 


0.25* 
0.30* 
0.55* 


0.14* 
0.21* 
0.18* 

0.40* 
0.40* 

0.45* 


0.23* 
0.57* 
0.32* 
0.31* 


The  authors 
The  authors 
The  authors 


The  authors 
The  authors 
The  authors 

L.  C.  Wason 


G.  H.  Snell 


W.  C.  Mabee 


ed  by  Google 


Chapter  XIX 
Chapter  XIX 
Chapter  XIX 


Con.  Eng.  Jan. 
1909,  p.  12 

Eng.  Contr. 
Nov.  2,  1910, 
p.  378. 

Eng.  Rec.  Sept. 
29, 1906,  p.  346 


Eng.  News,  Oct. 
15, 1908,  p. 409 
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TABLE  7.    APPROXIMATE  COSTS  OF  FINISHING         ! 
CONCRETE    SURFACES  I 

Costs  do  not  include  cost  of  materials. 

Data  is  from  actual  work  as  recorded  by  different  authorities. 
Costs  include  allowance  for  superintendence,  overhead  charges,  and  general 
expense,  but  NO  allowance  for  profit  and  home-office  expenses. 


Approximate 

t 

Item              . 

Cost  per 

AUTHORIIY 

Reference           , 

Square  Foot 

i 

(1)     Troweling     granolithic 

floor    finish    (mason's 

work) 

u 

The  authors 

(2)     Facing  placed  at  same 

Cement  Age,  Nov. 

time  as  backing 

H 

1910,  p.  284          ( 

(3)     Finishing  surface  with 

cement  wash 

2|  to  10fi 

The  authors 
The  authors 

(4)     Bush  hammering 

f  common 

(5)    Crandalling      1^.. 

'          6* 

Cement  Age,  Nov. 
1910,  p.  284 

[  labor  . . . 

11* 

/rn     Picking   fwhen  green. 
^  '       surface  \  2  days  old. . . 

1* 

Cement  Age,  Nov. 

2  to  3* 

1910,  p.  284 

w  Toonng  {;&££: 

4  to  5* 

Cement  Age,  Nov. 

6  to  11* 

1910,  p.  284 
Eng.  Contr.,  May 

(8)     Tooling    ornamental 

blocks 

30* 

\ 

22,  1907,  p.  227 

(9)     Finishing  surface  with 

carborundum  brick 

and  water 

1  i  to  3  * 

Concrete  Surfaces 

(10)     Brushing  surface 

li  to  4  * 

T  H   Chnhh 

published  by  th« 
Universal    Pork 

(11)     Sandblasting  hard  sur- 

face   

3* 

land  Cement  Co 

(12)     Washing    finished   sur- 

face with  acid 

ito« 

j 

TABLE  8.    APPROXIMATE  COSTS   OF  MISCELLANEOUS 
DETAILS  OF  CONCRETE  WORK* 

Costs  include  allowances  for  superintendence,  overhead  charges,  and  gen* 
eral  expense,  but  NO  allowance  for  profit  or  home-office  expenses. 

Labor  on  Mixing  Plant.    No  material  included 


Item 


Approximate  Average 
Costs 


Labor  to  unload  from  cars  and  set  up  mixer  and  en- 
gine, including  all  steam  connections 

If  mixer  has  side  loader,  add 

Labor  to  unload  from  cars  and  set  up  hoisting  engine 

Labor  to  unload  and  build  elevator  tower  60  feet  high, 

including  installing  concrete  bucket,  sheaves,  etc., 

and  hoppers  and  gates  for  discharging  at  floor 

Add  for  each  additional  10  feet  of  height 


$65.00 
15.00 
40.00 


60.00 
10.00 


*The  authors  are  indebted  to  the  Aberthaw  Construction  Company  for  thi 
table  which  has  been  especially  prepared  for  this  booj§*ized  by 
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TABLE  8.*— Continued 
Labor  on  Mixing  Plant — continued 


Item 


Approximate  Average 
Costs 


Labor  to  unload  industrial  track  and  cars  and  set  up 

on  horses;  labor  making  horses  not  included 

Moving  same  up  from  floor  to  floor  and  resetting 


$0.02£  per  lin. 
0.03    per  lin. 


ft. 
ft. 


Fixtures  in  Concrete 


Cast  iron  sockets  with  tapped  holes  for  bolts  (up  to  J") 

Slotted  sockets  for    f-inch  bolts 

Slotted  sockets  for   J-inch  bolts 

Slotted  sockets  for   f-inch  bolts 

Labor  setting  above  sockets 

Steel  corners  and  curbing,  including  fixing  in  place. . 

Safety  treads 

Fixing  safety  treads  in  place 


$0.06  each 
0.20  each 
0.35  each 
0.50  each 
0.05  each 
0.25  per  lin. 
1.40  per  sq. 
0.10  per  sq. 


ft. 
ft. 
ft. 


TABLE  9.    COSTS  OF  MISCELLANEOUS  WORK  ENTERING 
INTO  COMPLETED  BUILDING* 

Costs  include  subcontractors'  profit  because  they  relate  to  work  usually 
sublet  by  the  concrete  contractor. 

Prices  are  approximate  and  will  vary  greatly  if  quantity  is  small  or  site  of 
work  far  away  or  difficult  of  access. 

Windows 


Item 


Approximate  Average 
Costs 


Large  factory  windows  with  plank  frames,  2-inch 
sash,  single  thick  glass,  transom,  and  staff  beads 

Large  factory  windows  with  box  frames,  double  hung 
sash,  glass,  pulleys,  weights,  cord,  and  staff  beads 

Sheet  metal  windows  with  pivoted  sash,  wire  glass. . 

Sheet  metal  windows,  double  hung  sash,  wire  glass. . . 

Add  if  clear  polished  wire  glass,  about 

Cost  of  labor  setting  large  windows 


$0.20  to  0.25  per  sq.ft. 

0.23  to  0.28  per  sq.ft. 
0.70  to  1.00  per  sq.ft. 
0.80  to  1.20  per  sq.ft. 
1.00  per  sq.  ft. 
0.08  to  0.12  per  sq.ft. 


Roofing 


Five-ply  tar  and  gravel  roofing 

Plastic  slate  roofing,  and  flashings 

Ready  roofings 

Corrugated  iron,  No.  22  gage 

Copper  flashings 

Zinc  flashings 

Copper  roof  pans  with  sleeves  and  strainers 


$5.00  per  squaref 
4.75  per  squaref 
2.50  to  3 . 50  per  squaref 
0.12  per  sq.  ft. 
0.30  to  0.35  per  lb. 
0.20  per  sq.  ft. 
5.00  each 


♦The  authors  are  indebted  to  the  Aberthaw  Construction  Company  for  this 
table,  which  has  been  especially  prepared  for  this  book. 

*  *  *     -■ —  '  Digitized  by  VjOUvLv^ 


fA  square  is  100  square  leet. 
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TABLE  9.*— Continued 

Flooring 


Item 


Approximate  Average 
Costs 


1-inch  maple,  at  $32.00  per  1000  ft.  B.M.,  including 
waste,  nails,  and  laying 

2  or  3-inch  spruce  sub-flooring  and  screeds  at  $23.00 
per  1000  ft.  B.M.,  including  waste,  nails,  and 
laying 

Terrazzo  paving,  laid  complete 

"Battleship"  linoleum,  laid  complete 


$5.50  per  square  f 


31.00  per  1000  ft.  B.M. 
0.20  per  sq.  ft. 
1.40  per  sq.  yd. 


Plastering  and  Metal  Lathing 


Two-coat  work  (on  brick  or  concrete) i  $0.30  to 0.35  per 

Three-coat  work  (on  lath) 0.35  to0.40per 

Cement  plastering,  float  finish  2  coats 0.40  to 0.45 per 

Metal  lathing  complete 0.35  per  sq. 

Fur  and  lath  walls 0. 70  per  sq. 

Suspended  lathing  to  ceiling  of  top  floor,  including 

hangers 1 .20  per  sq. 

2-inch  metal  partition,  lathed  one  side 0.85  per  sq. 

3-inch  metal  partition,  lathed  both  sides 1.25  per  sq. 

4-inch  metal  partition,  lathed  both  sides 1.50  per  sq. 


sq.  yd. 
sq.  yd. 
so.  yd. 

yd. 

vd. 


Brickwork!  and  Tile 


12-inch  walls,  brick  at  $8.00  per  1000,  including  labor, 

mortar,  and  stage 

For  8-inch  walls,  add  to  labor  cost 

For  12-inch  curtain  walls,  including  veneering  col- 
umns and  wall  beams,  add  to  labor  cost 

4-inch  terra  cotta  partitions 

6-inch  terra  cotta  partitions 

8-inch  terra  cotta  walls 

8-inch  concrete  block  walls 

10-inch  concrete  block  walls 

12-inch  concrete  block  walls 


$17.00  to  20.00  per  1000 
4.00  to    6.00  per  1000 


5.00  per  1000 
0.10  per  sq.  ft. 
0.14  per  sq.  ft. 
0.20  per  sq.  ft. 
0.28  per  sq.  ft. 
0.32  per  sq.  ft. 
0.35  per  sq.  ft. 


Painting 


2  coats  on  windows,  both  sides  measured 

2  coats  flat  surface 

Cold  water  paint,  walls  and  ceilings,  one  coat  hand 
work  or  two  coats  sprayed 


$0.20  to  0.25  per  sq.yd. 
0.15  per  sq.  yd. 

0.05  toO. 07  per  sq.yd. 


*The  authors  are  indebted  to  the  Aberthaw  Construction  Company  for  this 
table,  which  has  been  especially  prepared  by  them  for  this  book. 
fA  square  is  100  square  feet, 
tin  measuring  brickwork  allow  22J  brick  to  the  cubic  foot.    The  authors. 
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APPROXIMATE    COST    OF    CONCRETE   BRIDGE   ABUT- 
MENTS   FOR   STEEL  HIGHWAY  BRIDGES* 

The  values  in  the  tables  are  from  curves  made  up  by  Mr.  Bflger 
from  actual  costs,  plus  30%  for  incidentals  and  contractor's  profit, 
of  abutments  built  from  plans  of  the  Illinois  Highway  Commission. 

The  curves  for  the  plain  concrete  abutments  were  plotted  from  the 
actual  costs  of  nearly  thirty  bridges  on  file  with  the  Commission,  and 
for  the  reinforced  concrete  abutments  from  the  actual  costs  of  fifteen 
bridges.  These  curves  were  developed  as  a  means  of  making  approxi- 
mate field  estimates  of  the  costs  of  a  pair  of  abutments  without  calcu- 
lating the  quantities  in  detail. 

The  principal  items  to  be  averaged  in  determining  the  actual  cost  of 
the  concrete  per  cubic  yard  in  different  places  were: 

(1)  The  cost  of  the  aggregate  at  the  bridge  site  per  cubic  yard  of 
concrete. 

(2)  The  cost  of  the  cement  at  the  bridge  site  per  cubic  yard  of 
concrete. 

(3)  The  cost  of  excavation  per  cubic  yard  of  concrete. 

The  cost  of  mixing  and  placing  and  the  cost  of  forms  were  practi- 
cally constant  for  each  type  of  abutment.  The  proportions  of  the 
concrete  for  the  reinforced  abutments  were  taken  as  1:2^:4,  and  for 
the  plain  abutments  1:3:5. 

TABLE  10.     APPROXIMATE  COSTS  OF  PLAIN  CONCRETE 
BRIDGE  ABUTMENTS    FOR  STEEL   HIGHWAY   BRIDGES 

Assumption:  Base  at  any  section  of  abutment  proper  or  wings,  33%  of  total 
height  at  that  section ;  footings  18  inches  deep  and  project  9  inches  on  each  side 
beyond  wall  proper;  back  of  wall  vertical;  wing  walls  12  inches  wide  on  top; 
total  thickness  of  abutment  proper  on  top  varies  from  20  to  32  inches,  8  inches 
of  which  is  for  parapet. 

H— total  height  of  wall.    R= clear  roadway  of  steel  superstructure. 

W= length  of  one  wing  measured  on  the  stream  side  of  the  wing. 

TOTAL  COST  OF  TWO  PLAIN  CONCRETE  ABUTMENTS 


H2(R  +  2W) 

Cost  at  Bridge  Site  of  Cement  and  Aggregate  for  One  Cubic  Yard 
of  Concrete 

$3.00 

$4.00 

$5.00 

$6.00 

5000 

$600 
1050 
1540 
2020 
2500 

$690 
1220 
1790 
2330 
2890 

$790 
1390 
2000 
2610 
3210 

$870 
1550 

10000 

15000 

2240  . 

20000 

2920 

25000 

3600 

Note: — Cost  is  proportional  to  the  square  of  the  total  height. 
•Abstract  from  paper  read  by  H.  E.  Bilger  before  Illinois  Society  of  En- 
gineers and  Surveyors,  Jan.  1911. 
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CONCRETE  COSTS 


TABLE  11.    APPROXIMATE    COSTS    OF   REINFORCED 

CONCRETE   BRIDGE    ABUTMENTS    FOR 

STEEL    HIGHWAY   BRIDGES 

Assumption :  For  heights  up  to  30  feet,  at  any  section  of  abutment  proper,  or 
at  wings,  width  of  base  33%  of  total  height  at  that  section ;  depth  of  footing  about 
18  inches ;  wall  proper  12  inches  thick  at  top  and  from  18  inches  to  24  inches  at 
top  of  footing ;  three  12-inch  buttresses  behind  main  wall  and  6  to  7  feet  apart 
behind  wings; 

H = total  height  of  wall. 

R= clear  roadway  of  steel  superstructure. 

W= length  of  one  wing  measured  on  the  stream  side  of  wing. 

TOTAL  COST  OF  TWO  REINFORCED  CONCRETE  ABUTMENTS 


H  (R+2W) 

Cost  at  Bridge  Site  of  Cement  and  Aggregate  pob  One  Cubic  Yard 
of  Concrete 

$3.00 

$4.00 

$5.00 

$6.00 

$7.00 

500 

$880 
1800 
2780 

$950 
2000 
3030 

$1020 
2190 
3320 

$1100 
2360 
3600 

$1200 

1000 

2520 

1500 

Note  : — Cost  is  proportional  to  total  height. 
About  70  pounds  of  reinforcement  used  per  cubic  yard  of  concrete. 
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CHAPTER  II 

APPROXIMATE  COST  DATA  ON  CONCRETE  STRUCTURES 

Although  records  of  costs  of  completed  structures  are  of  little 
value  for  new  estimates  unless  complete  descriptive  details  are  given, 
they  are  useful  frequently  for  rough  approximation. 

Instead  of  following  the  more  usual  plan  of  arranging  such  data 
for  each  job  just  as  given  by  the  estimator,  the  table  which  follows 
has  been  compiled  by  (1)  carefully  selecting  from  published  literature, 
records  that  give  details  in  fairly  complete  form,  and  (2)  arranging 
these  so  that  the  prices  on  different  jobs  may  be  compared  at  a  glance. 
This  ease  of  comparison  will  more  than  compensate  for  the  lack  of 
some  of  the  detailed  information  on  each  job  that  is  necessarily  omitted. 

An  engineer  or  an  architect  may  be  obliged  to  make  an  offhand  ap- 
proximate estimate  upon  a  class  of  work  with  which  he  is  not  especially 
familiar.  In  such  a  case  if  he  has  at  hand  a  list  of  actual  costs  in 
more  or  less  detail,  tabulated  so  that  they  may  be  easily  scanned,  he 
may  be  able  to  select  values  based  on  conditions  similar  to  the  proposi- 
tion he  is  studying.  The  table  is  useful  in  this  case  or  where  the  engi- 
neer wishes  to  check  a  more  exact  estimate. 

In  order  that  further  details  may  be  obtained  readily  upon  any 
particular  job  on  the  list,  the  authority  for  each  cost  and  the  reference 
from  which  it  is  obtained  are  given  in  the  table.  These  references  may 
be  looked  up  whenever  more  information  is  needed. 

Since  the  data  in  this  chapter  are  all  taken  from  printed  literature, 
the  authors  present  them  merely  on  the  authority  of  each  individual 
writer.  The  results  cannot  be  expected  to  apply  exactly  to  other  con- 
ditions than  those  described.  For  an  accurate  estimate  by  an  engineer, 
an  architect,  or  a  contractor,  the  work  must  be  carefully  separated  into 
divisions,  the  fineness  of  which  must  be  governed  by  the  degree  of 
exactness  desired,  and  the  labor  and  materials  considered  separately. 
The  probable  cost  of  each  part,  or  division,  must  then  be  determined 
after  the  general  plan  outlined  in  Chapter  XXIII.  The  information 
provided  in  subsequent  chapters  will  furnish  the  material  for  such  exact 
estimates.  u  p0ncrlf> 

Digitized  by  VjOUvIC 
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CONCRETE  COSTS 


TABLE  12. 


COST  DATA  ON  ACTUAL  STRUCTURES 

(See  p.  15) 
FOUNDATIONS 


. 

Descrip- 
tion 

Rate  of  Labor 
per  Hour 

or 
per   Day 

Miscel- 
laneous 

Forms 

fa 
o 

Name 

Cost  or 
Labor 

Total 
Cost 

S 

z  w 

O  H 

2  o 

per  Cubic  Yard  of 
Concrete 

(1) 
Engine  Foundations. 

OfficeFoundatlon, 
Springfield,  Mass.  W.W. 

Regulator  House 
Foundation 
Springfield ,  Mass.  W.W. 

Engine  Foundation, 

Tank  Foundation,  Por- 
terville,  Cal.  W.W. 

(2) 

75  000  gal. 
on  6-post 
steel  tower 

(3) 
Laborer        25^ 
Carpenter    304 

Laborer     $1 .  75 
Carpenter   3.50 
Engineer      3.75 

Laborer     $1 .  75 
Carpenter    3 .  50 
Engineer      3.75 

Laborer      $1.50 
Carpenter    2.50 

(4) 

$0.78 

0.72 

0.20 
0  42 

(5) 
(0.55 
0.98 

0.93 

0.38 
0.18 

(6) 

$1.21 

1.17 

0.50 
0.18° 

(7) 
1:2:5 

1:3*  :6 
1:3:5 

RETAINING  WALLS 


Cantilever  wall,  Newton'  16  ft.  high 


Upper  Falls,  Mass- 
Cantilever  wall. 


Cantilever  wall. 


250  ft.  long 
16  ft.  high 

8  ft.  high 


Laborer      $2.00 
Carpenter    3.82 

Laborer         20*5 
Carpenter     50  i 

Laborer         20*5 
Carpenter     50^ 


BUILDINGS 

Costs  of  Buildings  Should  Not  be  Figured  bj  the  Cubic  Yard  (See  Chapter  XXJII) 


Name 


(1) 
Car  Barn,  Harris- 
burgh,  Pa. 


Paper  Mills,   Milford, 
N.J. 


Factory,  Walkerville, 
Ont. 


Descrip- 
tion 


Rate  or  Labor 
per  Hour 

or 
per  Day 


«H 


i  «  2  ? 


*£ 


flOO 


Forms 


(2) 
75X360  ft. 


Av.  width 
68  ft. 
length 
934  ft. 

100X100  ft. 


(3)  (4) 

Laborer      $1.25        $0.16 
Carpenter    2.50 


Laborer        17|j* 

Carpenter      35  i 


0.38 


Part  of 
Structures 


(5) 
Total  structure 


Total  structure 


Cost  of 
Labor 


Tctal 
Cost 


per  Cu.  Yd.  of 
Concrete 


(6) 
$3  25 


3.45 


i  Total  structure   ,    2.82 


a  Old  lumber  was  used  in  terms  and  no  value  was  given. 


ioogk 


(7) 
$4.58 


4.84 


8.79 


APPROXIMATE  COST  DATA  ON  STRUCTURES 
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Note  : — Except  when  noted,  costs  do  not  include  the  cost  of  construction 
plant,  depreciation,  repairs,  superintendence,  or  engineering. 


FOUNDATIONS 


ft*  ft 

OHO 

Cost    of   Mixing 
and  Placing  per 
Cubic   Yard   of 
Concrete 

S3 

F  E3 

t «  5 
^    « 

&  fa   & 

°oO 

Steel 

Total    Cost     of 
Materials     and 
Labor  per  Cubic 
Yard    of     Con- 
crete 

&       « 
►3  W  S  O 

Weight 
Lb. 

Cost  of 
Placing 

Total 
Cost 

Authority 

H  5  5  * 

£SOO 

per  Cubic  Yard  of 
Concrete 

(8) 

(9) 

(10) 

(11) 

(12) 

(13) 

(14) 

(15) 

*4.00 

$0.90 

95 

$7.20 

Eng.  Contr.  May  31, 
1911,  p.  614 

3.76 

1.05 

\   271 

6.806 

Chas.  R.  Gow,  Jour. 
Assn.  Eng.  Socs.,  Dec. 
1910,  p.  240 

3.76 

0.64 

J 

6.296 

Chas.  R.  Gow,  Jour. 
Assn.  Eng.  Socs.,  Dec. 
1910,  p.  240 

2.51 

0.92 

350 

4.13 

Eng.  Contr.  Mar.  31, 
1909,  p.  234 

5.86 

1.27 

105 

7.73 

P.  E.  Harroun,  Trans. 
Am.  Soc  Civ.  Engs. 
Vol.  LIV,  p.  258 

RETAINING  WALLS 

S3. 57 

$1.35 

277 

120 

$0.06 

$2.02 

$12. 036 

Eng.  Rec.,  Mar.  11, 1911 
p.  271 

4.75 

1.25 

115 

3.46 

12.26 

The  authors 

4.75 

1.25 

97 

2.91 

15.14 

The  authors 

BUILDINGS 


O 

Concrete 

Steel 

Ma-i 

La-i 

Yd. 

m 
a  a 

O  H 

o2 

Cost  OF 
Mate- 
rials 

Cost  of 
Mixing  & 
Placing 

Total 
Quantity 

of 
Concrete 
Cu.  Yd. 

Cost 

Cost  of 
Bending 

and 
Placing 

Total 
Cost 

S5o« 

O^fcO 
^§§fa 

So 

per  Cu.  Yd.  of 
Concrete 

per  Cu.  Yd.  of  Concrete 

O  H  «  O 

H 

(8) 
1:2:4 

1:3:6 
1:3:5 
1:2:4 

1:2:4 

(9) 
$3.48 

3.30 
5.16 

(10) 
$2.21 

1.50 
1.36 

(11) 
8000 
847 

(12) 
$0.91 

1.75 
2.75 

(13) 
$0.09 

0.30 
0.26 

(14) 
$1.00 

2.05 
3.01 

(15) 
$11.43c 

12.07 
19.88c 

Authority 


(16) 
Mason  D.  Pratt 
Eng.   Contr., Jan.  19, 
1910,  p.  56 


Eng.    Rec,     Jan. 
1909,  p.  124 


31, 


b  Includes  superintendence. 


Eng.  Rec,  Mar.  5, 1908, 
p.  252  

c  Includes  all  costs  except  supervision. 
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CONCRETE  COSTS 


TABLE  12.    COST  DATA  ON  ACTUAL 

(See  p.  15) 

FLOORS 


STRUCTURES— Cont. 


Name 


(1) 
Power  House,  Chicago 


Car  House,  Chicago 


Power  House,  Chicago 
Drainage  Canal 


Experiment  Station  Bldg., 
Purdue  University 


Experiment  Station  Bldg., 
Purdue  University 


Description 


(2) 


First  floor 


Second  floor 


Rate  of  Labor 
per  Hour 


(3) 

Laborer  20jf 

Carpenter       60^ 


Balcony  floors  Laborer      17|  to 
201 


Laborer 


Laborer 


20* 


20* 


Miscellaneous 

Items  per 
Square  Foot  of 
Floor  Surface 


(4) 

Engineering  and 

Superintenderce 

$0.02 

Coke  $0.02 


Surface**      floor 
and  finishing 
ceiling        $0. 10 


Tile  $0.06 

Superintendence 

$0.03 


Tile  $0.06 

Superintendence 

$0.01 


Structure 


(5) 


Arch  and  I-beam 
floor 


End  floors 
Service  floors 
Office  floors 
Pit  floors 
Reinforced  floors 


Arch  and  I-beam 
floor 


Reinforced  floor 


Reinforced   floor 


TUNNELS 


Q 
*     bn  H 

Name 

Description 

Rate  of  Labor 
per  Day 

i  S8 

>J  *  5  o 

s£Ss 

(1) 

(2) 

(3) 

(4) 

Irrigation  Tunnel,  Cal. 

6  X  7  ft. 
1740  ft.  long 

Laborer       $2.50  to  $2.75 
Carpenter                   4.00 

$0.48 

Tunnel,  Huntley  Irrigation  Works, 
Montana 

9  X  9  ft. 

375  ft.  long 

Top  and  sides  8  inches 

thick 
Bottom  6  inches 

Laborer                      $2.40 
Carpenter  $4 .  00  to  $5 .  00 

0.63 

Tunnel,  Belle  Fourche  Irrigation 
Project 

8  X  8ft 
1306  ft.  long 

Laborer                     $2.30 

3.44° 

a  Includes  plant,  depreciation,  superintendence,  engineering,  etc. 
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Note: — Except  when  noted,   costs   do  not   include  cost   of   construction 
plant,  depreciation,  repairs,  superintendence,  or  engineering. 

FLOORS 


Forms 

h 
O 
m 

O  H 

IS 

So 

So 

Concrete 

Steel 

Total  Cost  of  Ma- 
terials and  Labor 
pbj».  Square  Foot 
of  Floor  Surface 

Cost  of 
Labor 

Total 
Cost 

Cost 
of  Mate- 
rials 

Cost  of 
Mixing  & 
Placing 

Total 

Area 

Square 

Feet 

Cost 

Cost 

in 

Place 

Authority 

per  Sq.  Ft.  of 
Floor  Surface 

per  Square  Foot  of 
Floor  Surface 

per  Sq.  Ft.  of 
Floor  Surface 

(6) 
$0.08 

(7) 
$0.13 

(8) 

(9) 
$0.10 

(10) 
$0.08 

(11) 
500 

(12) 

I-beams 

$0.11 

(13) 

(14) 
$0  44 

(15) 

Eng.  Contr. 
Mar.  15,1911. 
p.  297 

0.07 

0.08 

0.06 
0.09 
0.08 
0.07 
0.09 

0.06 
0.10 
0.10 
0.07 
0.06 

63600 
11920 
8793 
58560 
37048 

wire 

netting 

0.02 

0.141 

0.19 

0.18} 

0.14| 

0.25J 

Eng.  Contr. 
Nov.  2,  1910, 
p.  378 

0.05 

0.10 

1:2*:4| 
Surfac- 
ing 
1:2 

0.13 

Placing 
only 
0.06 

18300 

Expand 

ed 
metal 

0.04 

0.43 

L.  K.  Sherman 
Eng.  Contr. 
May  35,  1910, 
p.  469 

0.06 

1:2:4 

0.05 

0.04 

$0.07 

0.31 

Prof.     W.    K. 

Hatt 
Eng.  Contr. 

Oct.   13,  1909, 

p.  306 

0.05 

1:2:4 

0.05 

0.04 

0.07 

0.29 

Prof.W.K.Hatt 
Eng.  Contr. 
Oct.  13,  1909, 
p.  306 

TUNNELS 


FORMS 

Bl 

So 

Concrete 

4  <  o 

a  ^>* 
e-<o« 

h3!o 

O  H  «  O 

H 

(11) 
$6.47 

9  27 
9.79° 

Total 
Cost 

Cost  of 
Labor 

Cost  of 
Mater- 
ials 

Cost  of 
Mixing  & 
Placing 

Total 
Quantity 

of 
Concrete 

Cu.  Yd. 

Authority 

per  Cubic  Yard  of 
Concrete 

per  Cubic  Yard 
of  Concrete 

(5) 
$0.74 

1.88 
0.58 

(6) 
$0.82 

2.48 
1.08 

(7) 
1:2|:5| 
1:2  J:5 

(8) 
$4.20 

3.43 
4.28 

(9) 
$0.976 

2.73 
0.99 

(10) 
1500 

421 
1595 

(12) 

W.  D.  Rohan 
Eng.  Contr. 
July  6,  1910,  p.  2 

Henry  A.  Young 
Eng.  News 
Feb.  4,  1909, 
p.  128 

Eng.  Rec. 
Oct.  24,  1908,  p.  471 

b  Concrete  was  mixed  in  a  vertical  gravity  chute  75  ft.  long. 
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CONCRETE  COSTS 


TABLE  12.     COST  DATA  ON  ACTUAL  STRUCTURES- 

(See  p.  15) 

TUNNELS 


-Cont. 


Name 

Description 

Rate  op  Labor 
per  Day 

3CELLANEO 
TEMS 

stperCu. 
f  Concret 

M«    O    O 

S     O 

(1) 

(2) 

(3) 

(4) 

Tunnel 

7  X  7  ft. 

Laborer 

$2.25 

434  ft.  long 

Carpenter 

3.50 

6  Inches  thick 

Gunnison  Tunnel,  Montrose,  Col. 

11  X  12  ft. 
31  000  ft.  long 

Laborer 

$3.00 

$0.21 

R.  R.  Tunnel 

1000  ft.  long 

Laborer 

$2.00 

1.20 

Single  track  R.R.  Tunnel 

4000  ft.  long 

Laborer 

$1  75 

1.09 

Carpenter 

2.50 

4.78 

DAMS 


Name 


D  escrip-     R  ate  or  Labor 
tton  per  Day 


u) 


m 


Granite  Reef  Dam,  26  ft.  high 
Arizona  1000  ft.  long 


Core   wall,  Spring- 
field, Mass.,  W.W, 


Core  wall  In   wing 
dam,  Mollne,  111. 


Dam  near  Chicago  490-ft.  spill 
way 


Corbett  Diversion 
Dam,  Shoshone 
Irrigation 


1  to  25  ft. 
high 
3  ft.  thick 


10-21  ft.hlgh  Laborer 
2,178  f t.long  Carpenter 


m 


Laborer  $2.00  to 

$3.00 
Carpenter  $3 .  50  to 

$5.00 

Laborer  $1.75 
Carpenter  3 .  50 
Engineer         3.75 


Laborer 
25%  rubble  Carpenter 
Engineer 

Deck  <fe 
Buttresses  Laborer 
400  ft.  long  Carpenter 


*  Kf  Q 

a  «  a  „ 
at  wr"i 


{*) 

Main  Dam 
North  End 

Intake 
South  End 

Intake 


$1.25 
2.50 


$2.00 
2.75 
3.00 


$2.75 
3.751 


$0.65 


2.86 


2.78c 


Excavation 


Cost  per 

Cu.  YcL 

of 


kid 

K 

So*  3 

r Ti-t,-.^  u 


~  '   r 

P  e  h 


Cost  per  6£gE  - 

of        "gF^gS 


" 


(6) 

$2.33 

1.14 

1.63 


ro 


(7) 


2.72 


$0.11 


6.60      !  $0.43° 


(S) 


$0.12 


1.00 


a  Includes  tools,  lighting,  superintendence,  work  train,  and  engineering. 
6  Puddle  foundation.  Digitized  by  GjOO 

c  Includes  superintendence  and  engineering. 
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Note: — Except  when  noted,  costs  do  not   include   costs  of  construction 
plant,  depreciation,  repairs,  superintendence,  or  engineering. 


Forms 


Cost  of 
Labor 


Total 
Cost 


per  Cubic  Yard  of 
Concrete 


(5) 


*(6) 


$5.47        $18.80 


0.67 


0.95 


o 
£  w 

O  H 

P 

Pu. 


TUNNELS 


Concrete 


Cost  of 
Mater- 
ials 


Cost  of 
Mixing  & 
Placing 


per  Cubic  Yard 
of  Concrete 


(7) 
1:3:5 


1:2*  :5 


1:3:5 


(8) 


$7.15        $10.60 


4.65 


1.80 


Sides 
$3.16 

Arch 
$3.22 


(9) 


1.25 


1.75 


Sides 
$0.84 

Arch 
$2.00 


Total 
Quantity 

of 
Concrete 
Cu.  Yd. 


3  2*° 

HUOh 
O  H  «  O 

H 


(10) 
148 


885 


About 
13500 


(11) 
$36.55 


6.78 


5.75" 


Sides    . 

$6.04* 

Arch     j 

$10.35* 


Authority 


(12) 

Clarence  Mayer 
Eng.  Contr. 
July  8,  1908,  p.  34 

F.  W.  Hanna 
Eng.  Rec. 
May  30,  1908,  p.  692 

Eng.  Contr. 

Aug.  14, 1907,  p.  100 

Eng.  Contr. 
July  17,  1907, 
p.  36 


DAMS 


FORM8 

O 

9  * 

So 

Total   Cost    of 
Material    per 
Cubic  Yard  of 
Concrete 

Cost  of  Mixing 
and  Placing 
per  Cubic  Yard 
ofConcrete    . 

fe  &  « 

io  5 
2  1*  & 
§00 

Steel 

Total  Cost  of  Ma- 
terials and  La- 
bor per  Cu.  Yd.  1 
of  Concrete          | 

Cost  of 
Labor 

Total 
Cost 

Weight 
Lb. 

CosTOF 
Plac- 
ing 

Total 
Cost 

Authority 

per  Cubic  Yard 
of  Concrete 

per  Cubic  Ya 
Concrete 

rd  of 

(9) 

(10) 

(11) 

(12) 

(13) 

(14) 

(15) 

(16) 

(17) 

(18) 

(19) 

$0.47 
1.52 

$4.16 
4.20 

$0.63 
1.15 

$0,035 
0.019 

$7.01* 
8.12c 

Eng.  Rec. 
May  20, 1911 
p.  560 

1.58 

4.14 

1.22 

0  030 

8.54* 

$0.17 

0.31 

3.76 

0.93 

1155 

5.65e 

C.  R.  Gow 
Jour.  Assn. 
Eng.  Socs. 
Dec.  1910, 
p.  241 

0.25 

0.81 

1 

1:5 

2.60 

0  53 

4339 

0.02 

6.93a 

Eng.  Rec. 
Feb.  6,  1909 
p.  157 

0.62 

1:2*:5 

4.03 

1.27     30000 

6.04 

Eng.    Contr. 
Oct.  7,  1908 
p.  215 

5.93 

6.63        4951 

! 

64.5 

$0.54 

2.19 

25.65 

Eng.  Rec. 
Aug.  22, 1908 
p.  219 

(/Includes  plant,  depreciation,  superintendence,  lighting,  work  train,  engi- 
neering, and  incidentals.  Digitized  by  G00Qle 
e  Includes  equipment,  depreciation,  superintendence  and  engineering. 
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CONCRETE  COSTS 


TABLE  12.     COST  DATA  ON  ACTUAL  STRUCTURES— Cont. 

(See  p.  15) 

DAMS 


Descrip- 
tion 

Rate  of  Labor 
per  Day 

Miscellaneous 
Items  Cost  per 
Cubic    Yard 
of  Concrete 

Excavation 

Cost  of  Founda- 
»    tionper  Cubic 
Yard  of   Con- 
crete 

Cost  of  Machin- 
ery and  Tools 
per     Cu.     Yd. 
of  Concrete 

Name 

Cost  per 
Cu.  Yd. 

of 
Material 

Cost  per 
Cu.  Yd. 

of 
Concrete 

(1) 

Dam,  Hot  Springs, 
S.  D. 

Lock   on    Rough 
River,  Ky. 

Dam,  Richmond, 
Ind. 

(2) 
22  ft.  high 

189  ft.  long 
24  ft.  high 
27  ft.  wide 

120  ft.  long 

(3) 

Laborer         $1.50 
Carpenter       2.50 

(4) 

$0.43 
0.28 

(5) 

(6) 
$0  96 

(7) 

(8) 

PIERS 


Piers  for  C.N.O.Ry. 
Ottawa 


Footings  for 
Viaduct 


Piers  for  Bridge 
No.l 

Piers  for  Bridge 
No.  2.  Huntley, 
Project,  Montana 

Abutments  and 
Culverts  K.C.O. 
B.  &  E.  Ry. 

Piers  for  Calf  Killer 
Bridge 


20  ft.  long 
15  ft.  high 

ft.  wide 
2  Piers  11  ft. 

6  in.  high 


Concrete  pier 


Burdlok  Road 
Bride«  "Barge 
Canal,  N.  Y. 

Roberts  Road 
Bridge,  Barge 
Canal,  N.  Y. 


End  Piers 
Middle 
Pier    ' 
2  Stem  walls 


Base,  12X18 

ft. 
Bottom,  7X 

13  ft. 
Top,  5X11 

ft. 

2  Piers 
2  Piers 


Laborer 
Carpenter 


Laborer 
Carpenter 

Laborer 
Carpenter 


Laborer 
Carpenter 


Laborer 

Carpenter 

Engineer 

Laborer 

Carpenter 

Engineer 

Laborer 

Carpenter 

Engineer 


$1.75 
2.50 


$2.00 
2.80 


$2.00 
2.80 


$1.75 
3.00 


$2.00 
3.00 
3.00 

$1.50 
3.00 
2.25 

$1.50 
3.00 
2.25 


$1.53 


0.21a 
0.65° 


0.89" 


3.54 


$0.77 


1.04 
0.68 


0.57 


$0.95 


3.47 
0.52 


0.64 


0.33 


0.48 
0.48 


$1.76° 


$1.20 


a  Includes  superintendence  and  engineering. 
b  Pile  foundation. 


Digitized 


byGoogk 
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Note: — Except  when  noted,  costs  do  not  include  cost  of  construction  plant, 
depreciation,  repairs,  superintendence,  or  engineering. 


DAMS 


Forms 

m 
a 

11 

fM 

±  -  ± 

O  Ed  O 

J  P  n  * 
H 

g  a  a 

^  -  -.  S 

MBs 

O  <  fc  0 

|9 

Total  Quantity 
of  Concrete  in 
Cubic  Yards 

Steel 

Total  Cost  of  Ma- 
terials and  La- 
bob  peb  Cu.  Yd. 
of  Concbete 

Cost  of  Tn tat. 
Labor  1  Cost 

Weight  CoaTOF 

WEIGHT,    j^ 

Total 
Cost 

AUTHOBITY 

per  Gubtc  Yard 
of  Concrete 

per  Cubic  Yard  of 
Concrete 

(9)           (10) 

S1.27    '$2.17 

|    0.61 

i 
| 

(ID 

(12) 
$6.92 

6.69 
2.29 

(13) 
$0.76 

1.43 
1.01 

(14) 
675 

3680 

(15) 

(16) 

(17) 
$0.44 

(18) 
$7.68 

10.72c 
5.59 

(19) 

S.  H.  Lea 
Eng.  Rec. 
May  9,1908 
p.  623 

Eng.  News 
Jan.  9,  1908 
p.  34 

Eng.   Contr. 
June  6,  1906 
p.  155 

PIERS 


$0.50 

1.42 

2.11 

2.67 

2.17 

1.06 

2.70 

2.67 

$4.48 


3.20 


1:21:7   I    3.09 
1:21:51 


1:3:5 


1:2:4 
1:21:5 

1:2:4 
1:21:5 


3.63 


1.86 


3.20 


4.67 


4.52 


$1.10 

712 

$8.77rf 

1  30 

130 

9.60° 

1.24 

99 

7.61* 

0.74 

$0.10 

7.14 

0.93 

460 

. 

6.49° 

1.46 

100 

12.55 

2.25 

275 

37 

$0.97* 

11.07 

2.20 

254 

39 

0.97c 

10.84 

J.  H.  Ryckman 
Eng.  Rec. 
Jan.  23,  1909 
p.  110 

H.  A.  Young 
Eng.  Contr. 
Dec.  30, 1908 
p.  445 


Ry.  Age 
Aug.  2,  1907 
p.  143 

Eng.  Rec. 
Sept.  28, 1907 
p.  340 


Eng.  Contr. 
May  29,  1907 
p.  237 


]Emile  Low 
Eng.  Contr. 

►  May  15, 1907 
p.  215 


c  Includes  cost  of  construction  plant  and  depreciation. 

d  Includes  equipment,  depreciation,  superintendence,  and  engineering. 

e  Cost  of  placing  steel  is  included  in  cost  of  mixing  and  placing  concrete. 
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CONCRETE  COSTS 


TABLE  12.    COST  DATA  ON  ACTUAL  STRUCTURES.— Cont. 

(See  p.  15) 
RESERVOIRS 


Name 

Description 

Rate  of  Labor 
per  Day 

Miscellaneous 
Items.    Cost  per 
Cubic  Yard   of 
Concrete 

Excavation 

Cost  per 

Cu.Yd.of 

Excavation 

Cost  per 
Cu.Yd.of 
Concrete 

(1) 

Covered  Reservoir,  In- 
dianapolis Water  Co. 

Concrete  Reservoir, 
Pomona,  Cal. 

Concrete  Reservoir. 

Reservoir,  Fort  Meade, 
So.  Dakota. 

Standpipe,    Attleboro, 
Mass. 

Reservoir,  Astoria 
Water  Co. 

(2) 

377  X  257  ft. 
Capacity 
5  500  000  gal. 

78  X  41  ft. 
12  ft.  high 

Cap.  75  000  gal. 
Slab  roof 

Two  equal  com- 
partments each 
50  X  60  ft.  Cap. 
500  000  gal. 

106 ft. high.  Cap. 
1  500  000  gal. 

Cap.6  250  000gal. 

(3) 

Laborer                $1 .  70 
Carpenter             3.00 

Laborer    $1.75 to 2. 00 
Carpenter             3.97 

Laborer                $1.50 
Carpenter             3.50 

Laborer                $2.75 
Carpenter             3.50 

(4) 
$1.13 

1.70 

(5) 

By  machine 
$0.19 
Teams 
$0.28 

0.90 
0.49 

(6) 
$1.56 

6.25 
1.57 

BRIDGES, 

ARCHES,  AND  CULVERTS 

Descrip- 
tion 

R,VTF*OF  tlABOft 

pun  Hour 
oh 

PER     DAT 

T   £    " 

*  z  <  M 

--■-'■ 
~  .    -   • 

Excavation 

.    ,,    ,        1  O  «  b, 

Name 

5*£ 

*    Oh 

Cost  of  Foun 

TION  PER  Cl 

Yard  of  C 

CRETE 

Machinery 
Tools,  Cosi 
Cubic  Yar 
Concrete 

(1) 
Highway  Bridge 

145-ft.maln 
span,  2  half 
arches    37- 
ft.  span,  18- 
ft.  roadway 

20-ft.  span 

34-ft.  span 
17-ft.  rise 

(?)                     (4) 
Carpenter  30  to 

(5) 
$0.64 

(A) 
$0.43 

0.67 
0.24 

(7)      ,     (8) 

I 

Arch  Bridge  No.  1.  L.  C. 
and  M.R.R.,  N.  Y. 

Arch  Bridge  No.  2.  L.  C. 
and  M.R.R.,  N.Y. 

40*. 

Laborer     17§   to 
25*. 

Laborer         $1.30 
Carpenter      1 .  75 
Engineer       2.00 

$1.97° 
1.28° 

a  Includes  superintendence. 


Digitized 


byGoogk 
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Note: — Except  as  noted,  costs  do  not  include  cost  of  construction  plant, 
depreciation,  repairs,  superintendence,  or  engineering. 

RESERVOIRS 


Forms 

h 
O 
00 
fc  H 

i! 
II 

Ah 

Total  Cost  op  Ma- 
terial peb  Cu. 
Yd.  of  Concrete 

Cost  op  Mixing 
and  Placing  peb 
Cubic  Yard  of 
Concrete 

J  o  o 

«  5 

s° 

goo 
o 

Total  Cost  op  Ma- 
terials and  La- 
bor per  Cu.  Yd. 
of  Concrete 

Cost  of 
.  Labor 

Total 
Cost 

Authority 

Cost  per  Cu.  Yd. 
of  Concrete 

(7) 

(8) 

(9) 

(10) 

(11) 

(12) 

(13) 

(14) 

(15) 

$1.30 

1:6 

12.24 

Floor 
10.76 
Walls 

0.61 
Cover 

0.74 

5195 

$2.64 

$9.90 

Wm.  Curtis  Mabee 
Eng.  News 
Oct.  15,  1908, 
p.  408 

0.76 

1:2:4 

4.50 

1.09 

148 

6.356 

Charles  Kerby  Fox 
Eng.  Contr. 
Apr.  15, 1908,  p.  220 

$2.41 

4.26 

varied 

3.95 

0.95 

83 

4.76 

21.06 

Eng.   Contr. 
Nov.  6,  1907,  p.  256 

2.96 

1:2:4 

7.85 

1.72 

710 

4.96 

19.55 

Eng.  Contr. 
Feb.  27,  1907,  p.  91 

2.65 

1:2:4 

8.70 

2.60 

770 

16.25c 

Eng.  Rec. 
Sept.  29, 1906,  p.  344 

1:0:7: 
3.5:6.5 

4.56 
4.76 

0.67 
1.07 

678 
603 

5.23 
5.83 

Arthur  L.  Adams, 
Trans,  Am.  Soc.  Civ. 
Engs.,  Vol.  XXXVI, 
p.l 

BRIDGES,  ARCHES,  AND  CULVERTS 

Forms 

8 

i 

ft  o 

Total  Cost  of  Ma- 
terial  per  Cu. 
Yd.  of  Concrete 

Cost  op  Mixing 
and      Placing 
per  Cu.  Yd.  of 
Concrete 

Total    Quantity 
of  Concrete  in 
Cubic  Yards 

Steel 

Total  Cost  of  Ma- 
terials and  La- 
bor per  Cu.  Yd.  1 
of  Concrete 

Cost 

of 
Labor 

Total 
Cost 

Weight 
Lb. 

Cost  of 
Bending 

and 
Placing 

Total 
Cost 

Authority 

per  Cubic  Yard 
of  Concrete 

per  Cubic  Yard  of  Con" 
crete 

(9) 

6o) 

(11) 

(12) 

(13) 

(14) 

(15) 

(16) 

(17) 

(18) 

(19) 

12.37 

$0.74 

874 

75 

$0.40 

John  McMich- 
aels,      Eng. 
Contr.   June 
7,1911,  p.  642 

2.89 

$3.84 

1.39a 

1.21 

561 

1.06 

$10.14° 

Eng.    Contr. 
June  15, 1910, 
p.  541 

0.87 

1.40 

0.94a 

1.08 

1804 

0.15 

4.09° 

Eng.  Contr. 
June  15,  1910, 
p.  541 

b  Cost  of  J-inch  finish  coat,  materials,  and  labor  was  $26.35  per  cu.  yd. 
c  Does  not  include  cost  of  steel. 
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CONCRETE  COSTS 


TABLE  12.     COST  DATA  ON  ACTUAL  STRUCTURES.— < 

Cont. 

(See  p.  15) 

BRIDGES,  ARCHES,  AND  CULVERTS 

Descrip- 
tion 

Rate  of  Labor 
PEit  Day 

EC  tf  W 

£«  ° 

O  ft, 

O  £  ffl  i* 

EXCAVATIO.V 

s  r3  o 
O  nj  h 

°  S  »  £ 

&  S  *£ 

_  n  - 

Jig 

goto 
3 

Naue 

M     ^     ^ 

(1) 

(2) 

(3) 

(4) 

(5) 

(6) 

(7) 

(8) 

Lamb    Highway    Girder 
Bridge,  111 

20-ft.  open- 
ing 
16-ft.  road- 

$1.45 

way 

White    Highway    Girder 
Bridge,  III 

25-ft.  open- 

ing 
16-ft. 

roadway 

1.67 

Schoeber  Highway  Gird- 
er Bridge,  111 

35-ft. 

opening 
16-ft. 

roadway 

• 

0.73 

Cllgett  Highway   Girder 
Bridge,  111 

40-ft. 

opening 
16-ft. 

roadway 

2.56 

MudCreek  Highway  Gird- 
er Bridge,  111... 

60-ft. 

opening 
16-ft. 

roadway 

2.33 

Railway  Trestle,  Catsklll 
Mountain,  N.  Y 

3-ft.  gage 

$6.82° 

0.56 

Highway  Bridge,  St.Boni- 

30-ft.  span 
80-ft. 
roadway 
6-f t.  rise 

$0.38 

2.33 

2.106 

$0.13 

Stony  Run  Highway  Arch 
Bridge,  Md 

57-ft.  span 
70-ft. 
roadway 

Laborer        11.75 
Carpenter     3 .  5C 
Engineer       4.00 

0.31 

- 

9.75 

1.16 
1.16 

Painesvllle  R.R.  Bridge, 
Ohio 

3  spans 
69  ft.  8i 
inches,  160 
ft.,  69  ft 
8i  inches. 

Laborer       $1.60 
Carpenter      2.50 

0.51° 

1.00 

0.59 

3.09c 

0.78 

Coal  Trestle,  Easton,  Pa. 

114  ft.  long 

Laborer       $1.50 
Carpenter     3.00 
Engineer       1.70 

0.25 

R.R.  Bridge,  Easton,  Pa. 

16-ft.  span 
13  ft.  high 

Highway   Girder  Bridge, 
Green  Co.,  la. 

16-ft.  span 
22  ft.  wide 

0.40 

0.38 

0.14 

a  Includes  superir 
b  Includes  piles. 

ttendence. 

c  Incl 

udes  coJ 

QEerdan 

i  and  i 
o 

)iles. 

APPROXIMATE  COST  DATA  ON  STRUCTURES 
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Note: — In  columns  where  two  values  are  given" the  first  applies  to  the  sub- 
structure and  the  second  to  the  superstructure. 

Except  as  noted,  costs  do  not  include  cost  of  construction  plant,  deprecia- 
tion, repairs,  superintendence,  or  engineering. 
BRIDGES,  ARCHES,  AND  CULVERTS 


Forms 


Cost 

of 

Labor 


Total 
Cost 


per  Cubic  Yard 
of  Concrete 


SB 
Sg 

So 

& 


>  w  o 

,HhO 

2  <  P  o 


^  P  « 


H  h  P 

H 


loi    ° 


Steel 


g  g  §  § 


Total 
Cost 


per  Cubic  Yard  of 
Concrete 


8  p  g 

«  2  ig 

HMO 


Authority 


(10) 
11.74 


2.72 


1.34 


2.15 


1.62 


8.33 


0  74         1.31 


1.16 
1    4.78 


0.90 


2.18 


0.84 


0.38 


(11) 
1:2}  :4 


1 :2*:4 


1:2§:4 


1:2J:4 


1:2§:4 


1:2:4 


1:2:4 
and 
1:3:6 


(12) 
$4.03 


3.76 


4.21 


4.83 


3.92 


6  72 


5.06 


3.58 
4.53 


2.18 


3.15 


2.86 


3.02 


(13) 
$1.27 


2.07 


1.55 


1.14 


1.94 


2.05 


1.18 


1.67** 


0.94 


0.38 


(14) 
82 


65 


124 


127 


206 


125 


872 


1295 
3710 


25150 


116 


98 


73 


(15) 

(16) 

25 
156 

35 
207 

44 
171 

35 
175 

33 
210 

1.12 

0.15 

99 

0.93 

132 

110 

(17) 
$1.37 


2.48 


2.23 


2.01 


2.43 


1.78 


3.73 


1.20 


2.63 


0.18 


1.18 


(18) 
$9.86 


12.70 


9.53 


13.10 


29.25° 


14.76 


15.96* 
15.38* 


10.52° 


9.15 


4.74 


5.88 


(19) 

A.  N.Johnson 
Eng.  Rec. 
Feb.  5,1910, 
p.  163 

A.  N.  Johnson 
Eng.     Rec. 
Feb.  5,  191C, 
p.  163 

A.  N.  Johnson 
Eng.    Rec. 
Feb.  5,  1910, 
p.  163 

A.  N.  Johnson 
Eng.  Rec. 
Feb.  5,  1910, 
p.  163 

A.  N.  Johnson 
Eng.  Rec. 
Feb.  5,  1910, 
p.  163 

C.  C.  Mitchell 
Eng.  Rec. 
Feb.  20, 1909, 
p.  216 

Eng.  Contr. 
Feb.  3, 1909, 
p.  86 


B.  T.  Fendall 
Eng.    Contf. 
Aug.  4,  1909, 
p.  87 

B.    R.    Leffler 
Eng.  Contr. 
Sept.  15, 1909, 
p.  222 


Eng.  Contr. 
Feb.  5,  1908, 
p.  79 

Eng.  Contr. 
Feb.  5,  1908, 
p.  79 

Eng.  Contr. 
Sept.  4,  1907, 
p.140 


i  Includes  labor  in  reinforcement. 


e  Includes  plant  cost. 
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CONCRETE  COSTS 


TABLE  12.    COST  DATA  ON  ACTUAL  STRUCTURES, 

(See  p.  15) 
SEWERS 


-Cont. 


Name 


Descrip- 
tion 


(1) 

So.  Outfall 
Sewer, 
Louisville, 
Ky. 

Sewer,  Rich- 
mond, Ind. 


Sewer,  Mt. 
Gilead, 
Ohio. 

Inverted 
Siphon,  Sun 
River    Pro- 
ject 

Sewer,  Fond 
du  Lac, 
Wis. 

Sewer, 
•  Charleston 
W.  Va. 


Sewer,  Water 
bury,  Conn, 

Pressure 
Sewer.Water- 
bury,  Conn. 

Sewer,  So. 
Bend,  Ind. 


Sewer,  So. 
Bend,  Ind. 


Sewer,  St. 
Louis,  Mo. 


(2) 

8  to  15-ft. 

diameter 
24  000  ft. 

long 

54-inch 

diameter 
48-inch 

diameter 
42-inch 

diameter 

36-inch 
circular 
400  ft.  long 

5Ht.    di- 
ameter 

1565  ft. 
Ion; 

30-inch 
diameter 

1400  ft. 
long 

72-inch 

diameter 
54-lnch 

diameter 

53  by  54- 
lnch 
diameter 

24-inch 
diameter 


72-inch 

diameter 
1700  ft. 

long 

66-inch 

diameter 
2500  ft. 

long 

29  XI 8. 6ft. 
162  ft.  long 


Rate  of  Labor 
per  Hour  or 
per  Day 


£ 


(3) 


Laborer     20^ 


Laborer  $2.00 


Laborer  $2.25 
to  2. 75 
Carpenter 

$3.50 


Laborer  $1.75 

to  2.00 
Team      3.00 

to  4.00 


o  m 

slis 


oo 


Laborer 
Team 


Laborer 
Team 


17U 
501 

50*f 


Laborer    18}l 
Carpenter  25^ 


Laborer    18} 
to  22}l 


Laborer    17| 
to  30* 
Carpenter  55* 


(4) 


$0.23 


S  H 

8*° 


(5) 


Excavation 


2£g 


(6) 
22  to  49 


0.11 


0.16 


0.39 


0.027 


(7) 
$13.60 


0.50 


0.50 


12 
20 


0.26 


3.05 


Forms 


Cost 

op 

Labor 


Total 
Cost 


(8) 


$2.36 


Per  Linear  Foot 
of  Sewer 


Earth 
0.38 

Rock 
1.00 


(9) 


$3.25c 


0.12 


0.80 


0.25° 


0.45        0 


(10) 


$0.13° 
0.12° 
0.12° 


4.66° 


0.15" 


0.33 


0.23° 


1.50* 


a  Steel  forms. 
b  Per  cubic  yard. 
c  Per  pound. 
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Note: — Except  when  noted,  costs  do  not  include  cost  of  construction  plant, 
depreciation,  repairs,  superintendence,  or  engineering. 


SEWERS 


s 

Concrete 

Steel 

Total  Cosi 

of  Materials 

and  Labor 

o  w 

Cost  of 
Materials 

Cost 

op 
Labor 

S3 

•s-i 

so 

Weight 
lb. 

gggg  Total 
SgSl'   Cost 

offl   fi- 

1 

per 
Linear 
Foot  of 
Sewer 

<%bic 
Yard  of 
Con- 
crete 

Authority 

OS 
PL, 

per  LinearFoot  of  Sewer 

per  Linear  Foot  of  Sewer 

(ID 

(12) 

(13) 

(14) 

(15) 

de) 

$0.02ic 

(17) 

(18) 

(19) 
$6.50 

(20) 

Eng.   Contr.  July 
6,  1910,  p.  10 

$0.46 
0.53 

SO.  23 
0.19 

90.30 
0.25 

$1.35 
1.08 

Frederick  Charles 
Eng.  News,  Feb. 
3, 1910,  p.  119 

0.37 

0.19 

0.24 

0.91 

1:2:3 

1       0  52 

0.39 

0.91. 

4.46 

Eng.  Contr.  Nov. 
10, 1909,  p.  410 

1:2:4 

9.266 

3.326 

1.43$ 

5.536 

35.87d 

Eng.  Rec.  June  5, 
1909,  p.  716 

1:5 

0.42 

/Bottom   0.48 
\Arch         1.22 
/Bottom   0.76 
\Arch        1.67 

0.19 

0.22 
0.55 
0.26 
0.33 

0.77 
0.65 

1.14* 

10.25 

Eng.   Contr.  Jan. 
27,  1909,  p.  65 

C.  A.  Bingham 
Eng.  News,   May 
21,  1908,  p.  572 

1:74 

0.57 

$2.86 

17 

0.14 

0.57 

2.97 

8.02 

W.  G.  Taylor 
Eng.  News,   Mar. 
26,  1908,  p.  333 

1.12 

0.37 

2.59 

7* 

0.15 

0.34 

2.22^ 

8.25-^ 

W.  G.  Taylor 
Eng.   News,  Mar. 
26,  1908, p. 335 

Arch 

1:2:4 
Invert 

1:3:6 

0.30 

9.00 

A.  J.  Hammond 
Eng.  Rec.  Mar.  7. 
1907,  p.  337 

1.55 

0.65 

1.09 

0.50 

4.39 

7.39 

A.  J.  Hammond 
Eng.   News,  Dec. 
13,1906,  p.  618 

Invert 
1:3:6 

Arch 
1:2:5 

3.676 

0.74 

55* 

0.146 

1.246 

7.15 

Eng.    Contr.   Feb. 
20, 1907,  p.  76 

d  Includes  cost  of  construction,  plant,  depreciation,  etc. 
e  Tools,  engineering  and  frost  preventative  included. 
/  Lead  expansion  joints  included. 
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TABLE  12. 


COST  DATA  ON  ACTUAL  STRUCTURES.— Cont. 
(See  p.  IS) 

PAVEMENTS 


Descrip- 
tion 

Rate  op 

Labor 

per  Day 

(3) 

ogo 

gOpct 

^§ 

lis 

(4) 
$0.02 

0   M 

Foundation 

Forms 

OaQ 

Is 

Name 

Depth 
Inches 

Cost 

per 

Square 

Foot 

Cost 

of 
Labor 

Total 
Cost 

per 
Square  Foot 

(1) 

Concrete 
Pavement, 
Port  Henry 

N.Y. 

Concrete 

Pavement, 
Windsor,  Ont 

(2) 

21  ft.  wide 
986  ft.  long 
9  In.,  thick 

(5) 
$0.02 

0.01 

(6) 

(7) 

(8) 

(9) 
$0.01 

(10) 
$0.05 

0.08 

SIDEWALKS 


Cement  Walks  4  in.  thick 
in  Salt  Lake' 
City,  Utah, 


Cement  Walks 
in  Chicago. 


Cement  Walk 


6  ft.  wide 
575  ft.  long 


Cement  Walk  5  ft.  wide 
380  ft.  long 
6  in.  thick 


5  in.  thick 


Cement  Walk  25 
on  Michigan  3466 
Ave.,    Chi-    ' 
cago,  111. 


14|  ft.  wide 
990  ft.  long 
6  in.  gran- 
ite curb 

4  ft.  wide 
455  ft  long. 
6  in.  curb 


Cement  Walk  5  ft.  wide 
625  ft.  long 
6  in.  curb 


Cement  Walk, 
Nelson.BC. 


Cement  Walk 


ft.  wide 

ft.  long 

5  in.  thick 


Cement  Walk 


CemeDtWalk, 
Port  Henry, 

N.Y. 


6  ft.  wide 


5  ft.  6  in. 

wide 
1040  ft.  long 

5  in.  thick 


$0.02c 


0.01° 


Laborer  $3.00 

Laborer  $2.00 

Laborer  $1.80 

Laborer  $2.00 


0.02 


0.01 


$0.02 

12 

0.05 

4 

4 

9 

0.01 

$0.01 

$0.02 

$0.06 


0.08 


0.08 


0.08 


0.07 


0  03 


Goo^It 


a  Business  streets. 


b  Residential  si 
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Note: — Foundations  for  sidewalks  are  cinders  unless  noted. 
Except  when  noted,  costs  do  not  include  cost  of  construction  plant,  depre- 
ciation, repairs,  superintendence,  or  engineering. 

PAVEMENTS 


og 

1  H 

Base 

Granolithic 
Surface 

*1 

P  < 

QQ  p 

O 

M  H 

j  5  3 
«« o  e> 

goo 

H 

£  a  *♦ 

gS 

H 

Authority 

c,  O  D 

o  -<QQ 
O 

Propor- 
tion of 
Concrete 

Thick- 
ness 
Inches 

Propor- 
tion of 
Concrete 

Thick- 
ness 
Inches 

(11) 
SO.  02 

0.02 

(12) 
1:8 

1:3:7 

(13) 
4 

(14) 
1:2:4 

(15) 
2 

(16) 

(17) 
20  706 

184  500 

(18) 
575 

(19) 
SO.  12 

0.11 

(20) 

Witherbee,  Sher- 
man   A    Co., 
Mineville,  N.  Y. 

Eng.  Contr. 
Dec.  20,  1907, 
p.  288 

SIDEWALKS 


1:3:5 

3 

1:1:1 

1      . 

$0.16 

Eng.  Rec. 
Oct.   1,  1910, 
p.  377 

0.03 

1:2§:5 

4* 

1:1* 

! 

0.13c 

N.  E.  Murray 
Eng.  Contr. 
Feb.  2,  1910, 
p.  109 

0.02 

3450 

0.10 

Eng.  Contr. 
Mar.  17,  1909, 
p.  214 

0.03 

1900 

0.11 

Eng.  Contr. 
Mar.  17,  1909, 
p.  214 

0.04 

86  650 

0.Uc>d 

Eng.  Contr. 
Dec.  9,  1908, 
p.  395 

1:8 

3* 

1:2  J 

l* 
H 

H310 

0.27 

Eng.  Contr. 
Dec.  2, 1908, 
p.  373 

3* 

1 

1820 

0  18d 

Eng.  Contr. 
Oct.  7,  1908, 
p.  222 

3* 

1 

3125 

0.20d 

Eng.  Contr. 
Oct.  7,  1908, 
p.  222 

0.02 

1:2*  :3 

4 

1:1| 

1 

$0.01 

0.11 

C.  W.  Boynton 
Eng.    Contr. 
Aug.  26,  1908, 
p.  132 

0.01 

5720 

88 

0.10 

Witherbee,  Sher- 
man   &    Co., 
Mineville,  N.Y. 



_ 

- 

. 

D'   T 

vQQQ 

c  Includes  superintendence,     d  Includes  curb,    e  Usually  included  in  col.  (11). 
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The  data  given  in  the  preceding  table,  as  stated  at  the  beginning  of 
the  chapter,  should  be  used  only  in  connection  with  very  rough  approxi- 
mations. For  accurate  estimates  reference  should  be  made  to  chapters 
that  follow. 

The  total  costs  in  each  case  are  the  sums  of  the  costs  in  the  pre- 
ceding columns.  The  items  included  in  the  totals  can  therefore  be 
determined  by  inspection. 
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CHAPTER  III 

APPROXIMATE  COSTS  OF  REINFORCED   CONCRETE 

BUILDINGS 

The  curves  and  tables  in  this  chapter  give  approximate  total  aver- 
age costs  for  buildings  of  reinforced  concrete  of  different  dimensions 
and  height.*  All  details  of  the  construction — not  only  the  concrete, 
forms,  and  reinforcement,  but  also  windows,  stairs,  roof  covering, 
and  plumbing — are  included  in  the  total.  Interior  finish,  which 
varies  widely  with  the  type  of  construction,  is  not  included.  The 
range  in  value  covers  dimensions  from  25  by  50  feet  to  150  by  600 
feet;  and  from  one  story  up  to  ten  stories  in  height. 

The  curves  are  made  up  from  the  tables  of  unit  costs  and  times  in 
succeeding  chapters.  The  results  have  been  carefully  checked  by 
estimates  made  by  a  number  of  contractors  who  are  specialists  in 
reinforced  concrete  building  construction. 

Methods  of  making  up  more  exact  estimates  are  described  in  full 
in  Chapter  XXIII,  to  which  reference  should  be  made  for  all 
matter  requiring  detailed  computation.  The  curves  in  the  present 
chapter  should  never  be  used  for  regular  estimates  although  they 
will  be  found  of  considerable  value  for  checking. 

USE  OF  CURVES  AND  TABLES 

Values  such  as  are  given  in  the  curves  and  tables  are  of  general 
value  to  the  owner,  the  engineer,  the  architect,  and  the  contractor. 

(1)     The  curves  are  of  use  to  the  owner: 

(a)     To  obtain  a  close  idea  of  what  a  reinforced  concrete  build- 
ing ought  to  cost  him.t 

♦The  general  scheme  corresponds  to  that  adopted  by  Mr.  Charles  T.  Main  for 
buildings  of  mill  construction — timber  frame  with  brick  walls — in  a  paper  read  before 
the  New  England  Cotton  Manufacturers'  Association,  April  1904,  printed  in  Engi- 
neering News,  January  27,  1910,  page  96,  and  Engineering  Record,  January  29,  1910, 
page  126. 

fin  comparing  other  types  of  construction,  note  that  costs  do  not  include  interior 
finish. 

33 


3.4  CONCRETE  COSTS 

,    (b)     To  determine  the  size  of  building  that  will  pay  him  best 
from  an  investment  standpoint. 

(2)  The  curves  are  of  use  to  the  engineer  and  architect: 

(a)  To  make  for  the  owner  an   approximate  estimate   direct 

from  the  curves,  adding  thereto  the  proposed  interior 
finish; 

(b)  To  check  the  bids  of  contractors  and  builders; 

(c)  To  compare  the  costs  of  buildings  of  different  shapes  to  see 

how  the  layout  affects  the  cost; 

(d)  To  compare  the  costs  of  buildings  of  different  heights  to 

determine  the  reduction  in  cost  per  square  foot  of  floor 
area  as  the  number  of  stories  is  increased. 

(3)  The  curves  are  of  use  to  the  contractor: 

(a)  To  check  his  own  accurate  estimates; 

(b)  To  compare  buildings  of  different  sizes  and  shapes; 

(c)  To  compare  the  actual  costs  of  his  completed  buildings  with 

average  curves. 

An  examination  of  the  curves  shows  that  the  variations  in  unit 
costs  of  different  buildings  are  not  due  necessarily  to  the  variation  in 
cost  of  materials,  nor  to  the  amount  of  profit  required  by  the  con- 
tractor, nor  to  his  method  of  making  the  estimate;  but,  on  the  other 
hand,  the  variation  may  be  due  chiefly  to  differences  in  the  design  of 
the  buildings. 

For  studying  different  designs  of  construction,  the  curves  are 
especially  interesting.  The  effect  upon  the  unit  price  per  square  foot 
of  floor  area  occasioned  by  a  change  in  width  and  length  of  building 
or  by  the  addition  of  another  floor  is  surprising.  The  builder  of  a 
factory  must  be  governed  in  his  layout  to  a  great  extent  by  the  loca- 
tion of  the  departments  and  machinery,  but  frequently  there  is  a 
choice  between  different  designs  which  will  appreciably  affect  the 
cost  of  construction.  On  the  other  hand  there  is  sometimes  less  varia- 
tion in  cost  than  one  would  suppose. 

As  an  illustration,  suppose  there  is  the  question  whether  a  factory 
shall  be  built  one  story  high,  50  feet  in  width  by  200  feet  long,  or  two 
stories  high,  50  feet  wide  by  100  feet  long.  A  comparison  of  the 
curves  shows  there  is  a  difference  of  only  five  cents  per  square  foot  of 
floor  area,  the  cost  for  the  one-story  building,  200  feet  long,  being 
$1.25  per  square  foot  of  floor  area,  and,  for  the  two-story  building 
100  feet  long,  $1.30  per  square  foot. 

If  the  building  is  to  be  only  25  feet  wide  and  200  feet  long,  a  one- 
story  building  would  cost  about  $1.60  per  square  foot  of  floor  area 
as  compared  with  $1.77  per  square  foot  for  the  two-story  100-foot 
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building.  In  both  cases,  the  lower  cost  of  the  one-story  building  is 
due  to  the  following  causes:  No  forms  needed  for  the  first  floor, 
smaller  exterior  wall  surface,  and  roof  forms  cheaper  than  the  larger 
forms  needed  for  the  floor  in  the  two-story  building  which  must  be 
remade  for  the  roof. 

Comparing  two  buildings,  each  50  feet  wide  by  200  feet  long,  one 
of  them  one  story  in  height  and  the  other  two  stories,  the  cost  of  the 
one-story  building  would  be  approximately  $1.25  per  square  foot, 
whereas  the  cost  of  the  two-story  building  would  be  about  $1.14  per 
square  foot  measured  over  the  area  of  the  two  floors.  The  lower  cost  of 
the  higher  building  is  due  to  the  two  following  causes:  (1)  less 
materials,  as  forms  are  used  twice,  and  (2)  the  cost  of  the  first  floor 
are  distributed  to  two  floors  instead  of  one. 

In  a  similar  manner,  approximate  comparisons  may  be  made  with- 
out the  necessity  of  making  full  computations    for  various    designs. 

VARIABLES  AFFECTING  COSTS  OF  REINFORCED 
CONCRETE  BUILDINGS 

The  curves  illustrate  very  clearly  the  variation  in  cost  due  to  size 
and  shape.  The  principal  causes  for  this  variation,  as  discussed  more 
in  detail  later  on,  are: 

(1)  That  the  small  or  narrow  buildings  have  greater  exterior  sur- 
face area  in  proportion  to  the  area  of  floor  and  hence  cost  more ;  and 

(2)  That  the  fewer  number  of  stories  a  building  has,  the  greater 
the  relative  cost  because: 

(a)  Forms  are  not  used  so  many  times; 

(b)  The  roof  cost  must  be  distributed  into  a  smaller  floor  area. 

The  chief  variables  that  affect  the  cost  of  a  building  are  as  follows: 

(1)  Floor  load  for  which  the  building  is  designed. 

(2)  Height  of  building. 

(3)  Area  of  building. 

(4)  Shape  of  building, 
i    (5)  Column  spacing. 

(6)     Design  of  floor  system. 

It  is  impossible  by  ordinary  methods  of  computation  to  allow  for 
these  variables  except  by  selecting  buildings  of  various  sizes  and 
working  up  the  complete  costs  of  each.  The  greatest  variable  is 
the  item  of  forms  but,  by  taking  values  from  tables  in  chapters  which 
follow,  it  is  possible  to  make  up  totals  which  can  be  compared  on  the 
same  basis.     The  method  of  computing  the  costs  per  square  foot  o* 
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floor  area  by  this  means  is  discussed  more  at  length  in  pages  that 
follow. 

THE  BASIS  OF  CURVES 

Costs  such  as  are  given  in  the  curves  and  tables  in  this  chapter 
must  be  based  on  clearly  defined  conditions.  If  all  the  assumptions 
are  clearly  stated,  the  values  may  be  used  consistently,  even  when 
local  conditions  are  quite  different  from  those  on  which  the  values 
are  based,  by  making  due  allowance  for  the  special  items  that  differ. 

The  live  load  selected  for  the  floors  is  150  pounds  per  square  foot 
in  addition  to  the  weight  of  the  floor.  Other  loads,  75  pounds  per 
square  foot  and  300  pounds  per  square  foot,  were  also  studied  to 
compare  the  relative  costs  of  construction.  The  variation  in  cost  due 
to  the  load  is  given  on  page  44. 

.  The  effect  upon  the  cost  of  different  column  spacing,  taking  a 
range  of  from  10  to  30  feet  on  centers,  was  studied  and  also  the  effect 
of  various  arrangements  of  beams:  i.e.,  a  comparison  between  bays 
with  no  intermediate  beams,  one  intermediate  beam,  and  two  inter- 
mediate beams.  Variations  in  cost  due  to  these  differences  in  design 
are  given  on  page  44. 

Variation  in  cost  because  of  differences  in  the  width  and  length 
of  building  are  taken  up  by  means  of  formulas  on  page  38. 

The  basis  on  which  the  curves  and  tables  are  made  is  as  follows: 

(1)  Floor  loads,  150  pounds  per  square  foot. 

(2)  Story  heights:    first  floor  on  a  3-foot  fill; 

other  floors  12  feet  from  slab  surface  to  slab  surface. 

(3)  Column  spacing,  18  feet  on  centers. 

(4)  Floor  design:    girders  between  columns  in  one  direction; 

beams  between  columns  in  other  direction  with  two  inter- 
mediate beams. 

(5)  Excavation  and  foundations.* 


Story  Height 

Outside  Walls 
per  Linear  Foot 

Inside  Walls 
per  Linear  Foot 

1 
2 
3 
4 
5 
6 

$2.00 
2.90 
3.80 
4.70 
5.60 
6.50 

$1.75 
2.25 
2.80 
3.40 
3.90 
4.50 

Taken  from  paper  presented  before  the  New  England  Cotton  Manufacturers' 
Association,  April  1904,  by  Mr.  Charles  T.  Main.  Prices  revised  by  Mr.  Main  to 
conform  to  prices  prevailing  about  January  1910. 
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(6)  Filling  under  first  floor:    3-foot  fill  at  50^  per  cubic  yard  in 
place. 

(7)  Stairs:  material  and  labor,  $100  per  flight  per  story. 

(8)  Stairways  and  elevator  towers: 

2  stairways  and  1  elevator  tower  for  buildings  up  to  150  feet  long. 

2  stairways  and  2  elevator  towers  for  buildings  up  to  300  feet  long. 

3  stairways  and  3  elevator  towers  for  buildings  over  300  feet  long. 

(9)  Floor  finish:  all  floors  of  concrete  with  granolithic  finish. 
(10)     Walls: 

(a)  Curtain  walls  between  pilasters,  3  feet  high  and  8  inches 

thick; 

(b)  Concrete  walls  for  penthouses,  6  inches  thick.    Dimensions 

of  penthouse  are  10  feet  by  10  feet; 

(c)  Concrete  walls  around  the  elevator  and  stairway  openings 

are  taken  6  inches  thick,  the  elevator  opening  being  10 
by  20  feet  and  the  stairways  10  by  10  feet,  these  two  being 
adjacent  so  that  the  one  intermediate  10-foot  wall  serves 
for  both  openings; 

(d)  For  toilets,  concrete  walls  6  inches  thick  and  20  feet  long, 

one  wall  for  each  5000  square  feet  of  floor  space. 

Walls  8  inches  thick,  including  reinforcement  and  forms,  $0.35 
per  square  foot. 

Walls  6  inches  thick,  including  reinforcement  and  forms,  $0.30  per 
square  foot. 

(11)  Windows  and  doors:  all  openings  for  windows  and  doors, 
$0.40  per  square  foot. 

(12)  Roof  and  flashing:  five-ply  tar  and  gravel  roofing,  $0.60 
per  square  foot. 

(13)  Plumbing:  two  fixtures  on  each  floor  up  to  5000  square  feet 
of  floor  surface,  and  one  additional  fixture  for  each  additional  5000 
square  feet,  $75.00  per  fixture. 

(14)  Labor  rates:  carpenter  labor,  $0.50  per  hour;  steel  labor, 
$0.30  per  hour;  and  common  labor,  $0.25  per  hour. 

(15)  Concrete  in  place  (including  labor  and  materials) :  $7.00  per 
cubic  yard,  or  $0.26  per  cubic  foot.* 

(16)  Form  lumber:     $30.00  per  1000  feet  B.  M.,  delivered. 

(17)  Steel  for  reinforcement:     $37.00  per  ton,  delivered. 

METHOD  OF  COMPUTING  COSTS  PER  SQUARE  FOOT  OF 

FLOOR  AREA 

In  computing  the  sizes  of  floor  members  and  the  amount  of  rein- 
forcement, the  recommendations  of  the  Joint  Committee  on  Concrete 

*An  average  value  for  concrete  in  place  is  chosen,  instead  of  separating  the 
different  parts  of  the  structure,  because  of  the  variation  in  methods  of  construction. 
Note  that  the  concrete  in  walls  is  taken  per  square  foot  of  surface  area  in  Item  (io). 
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and  Reinforced  Concrete*  have  been  followed  throughout,  assuming 
the  concrete  to  have  a  compressive  strength  of  2000  pounds  per  square 
foot  at  the  age  of  thirty  days. 

A  floor  design  for  the  given  loading  with  the  column  spacing  given 
on  page  36  is  shown  in  Fig.  1,  page  39.  The  column  dimensions,  allow- 
ing 1^  inches  all  around  for  fireproofing,  were  figured  to  correspond  to 
the  selected  floor  loads.  With  the  dimensions  thus  obtained,  the 
quantity  of  concrete,  the  weight  of  steel,  and  the  cost  of  forms  were 
obtained  directly  with  the  aid  of  the  tables  in  various  chapters  in 
this  book. 

To  provide  for  the  walls,  the  cost  of  these  was  computed  and  reduced 
to  terms  of  per  linear  foot  for  one  story.  Not  only  does  the  length 
of  the  wall  itself,  with  its  windows  and  door  areas,  affect  the  cost  of 
the  building,  but  also  the  wall  beams  and  columns  are  more  expen- 
sive to  erect  than  similar  interior  work.  This  extra  cost  of  wall  con- 
struction is  not  always  realized  by  engineers  in  making  up  estimates. 

After  making  the  fundamental  computations  for  each  part  of  the 
building  and  fixing  upon  the  average  costs  to  use  for  roofing,  etc  , 
as  outlined  in  preceding  pages,  the  final  values  for  the  curves  were 
obtained  by  combination.  Having  obtained  the  basic  values,  it  was 
found  convenient  to  derive  a  general  formula  that  could  be  applied 
to  buildings  of  various  dimensions  and  shapes.  The  cost  was  divided 
into  three  parts  as  follows: 

Let 
A  =  price  per  square  foot  of  floor  area,  independent  of  the  relations 

of  the  width  to  length  of  building; 
S  =  price  per  linear  foot  of  side  of  building; 
E  =  price  per  linear  foot  of  end  of  building. 

In  computing  A,  the  cost  of  one  entire  bay  including  a  column  is 
figured.  With  the  system  of  floor  construction  selected,  we  thus 
include:  one  interior  column+one  girder+ three  beams+slab  of  an 
area  comprised  between  four  columns.  The  value  of  A  varies  for 
different  floors  because  of  the  difference  in  form  costs,  due  to  the 
number  of  times  the  forms  are  used  and  to  the  size  of  the  columns. 

In  computing  S,  we  must  take  merely  the  extra  cost  of  the  section 
next  to  the  wall,  since  our  final  value  for  A  must  be  based  on  total 
area  of  floor.     The  half  of  each  bay  next  to  the  wall  is  different  from 

*For  design  of  concrete  structures  see  Taylor  and  Thompson's  "  Concrete;  Plain  and 
Reinforced,"  second  edition,  pages  399  to  531. 
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the  rest  of  the  floor,  since  it  is  partly  supported  by  wall  columns  and 
wall  girders.  Therefore,  after  figuring  the  cost  of  the  exterior  column 
and  exterior  girder,  the  cost  of  one-half  an  interior  column  and  one- 
half  an  interior  girder  must  be  deducted,  since  the  former  replace  the 
latter  in  taking  the  load  from  the  one-half  bay.  The  small  section 
of  slab  area  between  exterior  wall  line  and  center  line  of  wall  columns 
must  also  be  included  in  the  wall  computation. 

We  have,  therefore,  for  an  exterior  side  one  bay  long:  one  exterior 
column+one  exterior  girder — (|  interior  column+^  interior  girder) 
+  (slab  area  equal  to  distance  between  columns Xi  width  of  one  wall 
column). 

Similarly  for  an  exterior  end  one  bay  long  to  be  used  in  computing 
Ef  we  have:  one  exterior  column+one  exterior  beam — (^interior 
column +^  interior  beam)  +  (slab  area  equal  to  distance  between 
columns  X^  width  of  one  wall  column). 

Having  thus  obtained  the  values  of  A,  S,  and  E,  the  costs  may  be 
obtained  for  a  building  of  any  dimensions  and  floor  area.  For  exam- 
ple, for  a  building  100  feet  long  by  50  feet  wide: 

200  100 

Cost  of  floor  area  per  square  foot  =.4  +  kooo^  "^5000^ 

COMPUTATIONS  FOR  A  SPECIAL  CASE 

To  illustrate  the  method  of  figuring  more  definitely,  we  may 
take  as  an  example  a  six-story  building  with  a  live  load  of  150  pounds 
per  square  foot  and  column  spacing  18  feet  on  centers  both  ways. 

The  computations  for  the  concrete  and  steel  can  be  estimated  from 
the  design  and  figured  from  tables  directly.  The  forms  are  the  most 
complicated  part  of  the  computation  and  will  therefore  be  taken  up 
in  detail  for  all  members. 

The  method  of  computing  cost  of  forms  for   the  curves  is  as 

follows:  Cost  of  labor 

Columns:     1st  floor,  no  columns,  floor  on  fill  on  forms 

2nd  floor,  34-inch  columns;  make  one  set $4.42 

2nd  floor,  34-inch  columns;  place  and  remove +50%* .  .9 ,50 
3rd  floor,  29-inch  columns;  remake,  place  and  remove .  .9.54 

4th  floor,  29-inch  columns;  place  and  remove 7.25 

5th  floor,  22-inch  columns;  remake,  place  and  remove.  .8 .50 

6th  floor,  22-inch  columns;  place  and  remove 6.25 

Roof,  10-inch  columns;  remake,  place  and  remove. .  .  .7.16 

Total  for  columns  in  one  set  of  bays $52 .  62 

*50%  allowed  for  slow  work  in  starting  construction. }i9itized  bv 
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Beams:     1st  floor,  no  beams,  floor  on  fill 

2nd  floor,  9  x  19-inch  beams;  make  one  set $1 . 42 

2nd  floor,  9  x  19-inch  beams;  place  and  remove+50%*  .3 .  20 
3rd  to  6th  floors  inclusive, 

9  x  19-inch  beams;  place  and  remove  four  times  .  11 .42 
Roof:  7  x  15-inch  beams;  remake,  place  and  remove. .  .3.53 

Total $19.57 

Total  for  the  3  beams  in  one  set  of  bays 58.71 

Girders:     1st  floor,  no  girders,  floor  on  fill 

2nd  floor,  11  x  22-inch  girder;  make  one  set $1 .71 

2nd  floor,  11  x  22-inch  girder;  place  and  remove +50%*.  4. 38 
3rd  to  6th  floors  inclusive,  11  x  22-inch  girders;  place 

and  remove  four  times 13 .95 

Roof,  9  x  18-inch  girder;  remake,  place  and  remove  . .  .4.82 

Total  for  girders  in  one  set  of  bays \ $24.86 

Slabs:     1st  floor,  no  forms,  floor  on  fill 

2nd  floor;  make  one  set $2 .  08 

2nd  floor;  place  and  remove+50%* 6.68 

3rd  to  6thfloors  inclusive;  place  and  remove  four  times .  19 .  60 
Roof:  remake,  place  and  remove 5 .21 

Total  for  slabs  in  one  set  of  bays $33 .  57 

Summary  of  cost  of  form  work  for  interior  members  in  one  set  of 
18  by  18-foot  bays  in  6-story  building: 

Interior  columns $52 .  62 

Interior  beams 58 .  71 

Interior  girders 24 .  86 

Interior  slabs 33 .  57 

Total $169.76 

Surface  area  =  6X324  square  feet  =  1944  square  feet. 

Cost  of  form  labor  only  per  one  square  foot  of  floor  area  in  a 

6-story  building  =  ^^  =  $0,087. 

To  the  cost  of  the  form  work  must  be  added  the  cost  of  the  lumber, 
which  is  taken  from  the  tables  in  Chapter  XXI.  The  quantity  of 
concrete  is  computed  from  tables  in  Chapter  XVII  and  the  steel  is 
estimated  from  tables  in  Chapter  XVIII  and  XIX.  The  summary 
of  all  these  items  for  the  interior  work  gives  us  the  value  designated 
as  A,  (page  38): 

*5°%  allowed  for  slow  work  in  starting  construction. 
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Cost  per  square 
foot  of  slab  area 

Labor  only  on  form  work,  from  above $0 .  087 

Lumber  for  forms  and  bracing 0. 038 

Concrete  in  all  members 0 .  190 

Steel  in  all  members 0 .  144 

Total  value  for  A SO. 459 

The  costs  per  linear  foot  of  side  and  end  are  figured  in  a  similar 
manner,  using  the  combinations  or  formulas  given  on  page  40. 

With  this  information,  we  can  compute  the  cost  per  square  foot  of 
floor  area  for  a  6-story  building  of  any  size  or  shape. 

Buildings  of  other  heights  are  figured  similarly. 

To  this  cost  of  the  reinforced  concrete  must  be  added  the  cost  of 
plumbing,  stairs,  windows,  walls,  etc.,  the  unit  prices  for  which  are 
given  on  page  37. 


ESTIMATE  OF  COST  OF  A  CONCRETE  BUILDING  90  FEET 

BY  180  FEET 

To  illustrate  the  method  of  computation  still  further,  a  summary 
is  given  below  of  a  building  of  special  size  showing  how  the  various 
items  are  taken  up,  and  also  showing  a  comparison  between  estimates 


Forms  (labor  and  materials) 

Concrete  (columns,  roof,  and  floors) 

Basement  floor 

Steel  (columns,  roof,  and  floors) 

Walls  (interior  and  exterior  above  foot- 
ings)   

Windows. .    

Fill  in  cellar 

Stairs  and  elevators 

Plumbing 

Foundation  and  excavation  (interior 
and  exterior) 

Roof  and  flashing 

Exterior  surface  finish 

Oil  and  cold  water  painting 

Add  10%  for  profit  and  home-office  ex- 
penses  

Total 

Cost  per  square  foot  of  surface  area  . . . . 


1-Story 

3-Story 

5-Story 

$5643 
1587 
1780 
1213 

$9677 
6963 
1780 
5826 

$15294 

16576 

1780 

13715 

1288 

1510 

900 

375 

3690 

4530 

900 

2850 

825 

7293 
9060 
900 
6000 
2250 

1220 

1260 

94 

94 

2554 
1260 

282 
282 

4310 

1260 

564 

564 

$16964 

$41419 

$79566 

1696 

4141 

7956 

$18660 

$45560 

$87522 

$1.15 

*>.94_ 

$0.90 

ized  by  * 
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for  buildings  of  different  heights.     The  unit  costs  used  in  the  computa- 
tions are  given  in  preceding  pages. 

For  low  buildings  of  one  or  two  stories,  there  is  apt  to  be  a  greater 
variation  in  estimates  than  for  higher  ones  because  the  total  cost  is 
comparatively  small  and  therefore  the  amount  to  allow  for  profit 
and  home-office  expenses  is  more  variable.  Also,  there  are  apt  to  be 
other  fixed  charges,  like  travelling  expenses,  which  will  total  nearly 
the  same  for  a  low-priced  as  for  a  high-priced  building,  thus  giving  a 
higher  unit  cost.  For  this  reason,  the  costs  for  the  higher  buildings 
can  be  accepted  as  being  more  exact  than  for  the  one-story  buildings. 

COMPARISON  OF  COMPUTED  COSTS  WITH  CONTRACTORS' 

ESTIMATES 

To  check  the  values  in  the  tables,  several  representative  contractors, 
specialists  in  reinforced  concrete  building  construction,  were  given 
the  design  used  for  the  estimate  just  given  and  asked  to  make  up  an 
estimate  for  a  one-story,  a  three-story,  and  a  six-story  building. 

The  following  figures  represent  the  range  in  prices  per  square  foot 
of  total  floor  area,  omitting,  however,  the  lowest  estimate,  which 
was  figured  with  very  small  overhead  charges: 


Height  of  Building 

Authors'  Estimate 

0 

Contractors'  Estimate 

High 

Low 

One-story 

Three-story 

$1.15 
0.94 
0.92 

$1.30 
0.99 
0.90 

$1.05 
0.90 

Six-story 

0.86 

It  is  noticeable  that  the  greatest  variation  is  in  the  one-story  build- 
ing for  reasons  mentioned  in  a  paragraph  above. 


EFFECT  OF  VARIATION  IN  LOADING  ON  COSTS 

For  a  one-story  building,  the  loading  does  not  affect  the  cost 
because  the  first  floor  is  assumed  to  rest  on  a  fill  and  the  roof  load  is 
the  same  for  all  cases. 

Computation  of  floors  for  other  loadings,  assuming  also  some  vari- 
ation in  the  floor  design  to  give  a  construction  economical  for  the 
loads  considered,  gives  the  following  amounts  to  add  to  or  subtract 
from  the  costs  as  given  in  the  curves. 


CONCRETE  COSTS 


■:.:.  Tou  H  31  oryB  u  \  id 


I 

B 

II 

UUlji. 

rrnr^s 

- 

*"***i-, 

p$ 

-^.': 

d; 

.i.i 

3 

:--^s*fiLiW:i  cfe 


50     100 


200  300  400  500 

Length  of  Building  in  feet 


600  ft 


Fig.  5 — Curves  for  Estimating  Costs  of  Four  Story  Building  per  Square  Foot  of  Floor 
Area  for  Different  Widths  and  Lengths  of  Buildings  (See  p.  36) 

To  obtain  costs  in  terms  of  per  cubic  foot  of  volume  divide  values  above  by  12 
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Fig.  6 — Curves  for  Estimating  Costs  of  Five  Story  Building  per  Square  Foot  of  Floor 
Area  for  Different  Widths  and  Lengths  of  Buildings  (See  p.  36) 

To  obtain  costs  in  terms  of  per  cubic  foot  of  volume  divide  values  above  by  12 
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Fig.  7 — Curves  for  Estimating  Costs  of  Six  to  Ten  Story  Building  per  Square  Foot  of 
Floor  Area  for  Different  Widths  and  Lengths  of  Buildings  (See  p.  36) 

To  obtain  costs  in  terms  of  per  cubic  foot  of  volume  divide  values  above  by  12 
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TABLE  13.    AVERAGE  COSTS  OF  CONCRETE  BUILDINGS 
PER  SQUARE  FOOT  OF  FLOOR  AREA  (See  p.  36) 

Costs  Include  all  Items  except  interior  finish. 
Costs  are  shown  graphically  on  curves,  pages  45  to  50. 


COST  IN  DOLLARS  PER  SQUARE  FOOT  OF  FLOOR  AREA 

Width  in 
Feet 

Length  op  Building  in  Feet 

Length  of  Building  in  Feet 

50 

$ 

100 

$ 

200 

$ 

300 
$ 

40C 

$ 

600 
$ 

50 

$ 

100 

$ 

200 
$ 

300 

$ 

400 
$ 

600 
$ 

25 
50 

75 
100 
150 


1-Story 


2-Story 


2.341  1.83 
1.67  1.43 

1.52  1.32 
1.44  1.24 
1.39^  1.18 


1.60  1.46  1.40 


1.26 


1.14  108 


1.15  1.03  0 
1.08  0.98  0.91 
1.03  0.93  0.86 


l.Oi 


0.95 
0.89 
0.84 


2.29 
1.64 

1.44 
1.35 
1.27 


1.77 


1.30  1.15 


1.19 
1.10 
1.04 


1.55 


1.03 
0.97 
0.91 


1.43 
1.05 


1.37 
1.01 


0.96  0.91 
0.89'  0.84 
0.83  0.79 


1.30 
0.98 

0.87 
0.81 
0.76 


25 
50 

75 

100 
150 


4-Story 


6  to  10-Story 


2.22 
1.54 

1.35 
1.25 
1.18 


1.68 
1.20 

1.08 
1.01 
0.95 


1.46 
1.07 

0.96 
0.89 
0.84 


1.37 
1.00 

0.90 
0.83 
0.78 


1.31 
0.97 

0.87 
0.80 
0.75 


I  2.22 
1.53 

0.84  1.33 
0.7a  1.24 
0.72  1.16 


1.66 
1.18 

1. 

0.99 
0.93 


1.45 
1.06 

0.96 
0.88 
0.82 


1.35 
1.00 

0«9 
0.82 
0.77 


1.32 
0.97 


1.25 
0.93 


0.85  0.S3 
0.791  0.77 
0.75  0.72 


TABLE   14.    AVERAGE  COSTS  OF  CONCRETE  BUILDINGS 
PER  CUBIC  FOOT  OF  VOLUME  (See  p.  36) 
Costs  include  all  items  except  interior  finish 


COST  IN  DOLLARS  PER  CUBIC  FOOT  OF  VOLUME 

Width  in 
Feet 

Length  op  Building  in  Feet 

Length  op  Building  in  Feet 

50 
* 

100 
$ 

200 
$ 

300 

$ 

400 
$ 

600 

$ 

50 
$ 

100 

$ 

200 
$ 

300 
$ 

400   1    600 

•  i  * 

1-Story 


.153|o.l33b.  122b. 117b. 
.119b.  1050. 0950.090 


2-Story 


25 
50 

75 
100 
150 


1950 
1390 

1260 


5j6.095]0.090J0 

60.0860.0820 


1100.0960.0860.0820 
12010 .  1040 .  0900 .  0820 .  076 
I0.1160.0980.086O.077O.072 


1150 
0870 

0790 
.074  0 


191  'o .  147b .  129b  .1190.1 140 .  108 
>.  1370. 1080. 096b.  0880. 0840 .082 

120  0 .  099  0 .  087  0 .  080  0 .  0760 .  072 

113!0 .  0920 .08l|0 .  0740 .0700 .  067 

""  ------    .066b-063 


070  0 .  106j0 .  087j0 .  076,0 .  069| 


4-Story 


6  to  10-Story 


2*5  lo. 185b .  140b .  122b  114b.  109[0 .  10 

50  ».  1280. 100,0. 0890. 0830. 0810. 077 

75  ». 1120.0900.0800.0750.0720.070 

100  ». 1040.0840.0740. 069b. 067p. 

150  JO. 0980. 0790. 0700. 065*). 063|0. 


).185|0.138|0. 12lb.  112b.  liob.  104 
).  1280.0980.0880.0830.0810.077 

.1110. 0900. 0800.074b. 0710. 069 
.  10300820. 073|0. 06810.0660. 064 
.0970.077|0.068|0 .  0640 .  0620 .  060 


CHAPTER  IV 

DETERMINATIONS  OF  LABOR  COST 

The  principal  object  to  be  attained  in  construction  operations  is 
the  same  as  in  factory  work.  ^In  both  cases,  the  prime  object  is  to 
get  the  work  done  right  and  at  the  lowest  possible  cost.  And  this, 
in  both  cases,  must  be  accomplished  through  adopting  the  best  and 
most  modern  methods  of  managing  the  workmen  rather  than  through 
any  system  of  keeping  records.  Cost  keeping,  that  is,  recording  what 
the  work  is  costing,  is  in  each  case  only  of  secondary  importance.  On 
the  other  hand,  in  construction  operations  a  good  system  of  figuring 
costs  will  greatly  help  the  manager  or  foreman,  whose  main  duty  is 
to  plan  the  work  ahead  and  to  systematically  adopt  the  quickest  and 
best  methods  of  doing  each  kind  of  work.  To  be  of  much  help  to 
the  foreman  or  manager,  however,  the  work  must  be  subdivided  into 
a  number  of  separate  parts  or  elements,  and  the  cost  of  each  element 
must  be  clearly  placed  before  the  foreman  at  frequent  intervals. 

Scientific  management,*  either  in  the  shop  or  on  construction  work, 
does  not  involve  merely  the  recording  of  the  amount  of  work  accom- 
plished by  the  men  and  machinery,  nor  does  it  involve  merely  the 
introduction  of  some  form  of  piece  or  task  work  by  which  the  men  are 
given  an  incentive  to  work  at  a  higher  rate  of  speed.  The  ultimate 
aim  of  scientific  management  must  include  these  objects,  but  before 
accurate  records  can  be  made  of  work  which  is  being  done,  and  before 
tasks  can  be  given  to  the  men  or  piece  rates  can  be  established,  a  lot 
of  preparatory  work  must  be  done.  Men  must  be  taught  how  to 
plan  work  ahead  for  the  various  groups  of  workmen  employed  on  the 
job,  and  other  men  must  be  trained  so  that  they  can  show  each  workman 
just  what  he  is  to  do  each  day  and  the  quickest  and  best  way  of  doing 
it.  In  this  way  a  task  can  be  laid  out  in  advance  for  each  man,  and 
the  different  workmen  can  be  arranged  so  that  the  work  of  one    will 

*See  "Principles  of  Scientific  Management"  and  also  "Shop  Management,"  by- 
Frederick  W.  Taylor,  published  by  Harper  &  Brothers,  1911.  These  books  take  up 
fundamental  principles  and  methods  which  can  be  applied  to  construction  operations 
as  well  as  to  the  factory. 
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fit  into  that  of  another  and  the  proper  oversight  and  inspection  can 
be  provided  in  a  manner  quite  different  from  what  is  customarily 
employed  in  day-work  methods.  In  the  chapter  which  follows  this, 
some  of  the  principles  of  scientific  management  as  applied  to  con- 
struction work  are  treated  briefly.  In  the  present  chapter,  the  meth- 
ods of  determining  unit  times  and  costs  by  time  studies,  which  are 
not  only  essential  in  the  introduction  of  scientific  management  but 
also  are  of  very  great  value  in  the  estimation  of  costs,  are  taken  up  in 
a  general  way  and  then  in  further  detail  in  Chapter  V.  The  discus- 
sion of  these  methods  will  illustrate  the  accuracy  with  which  the  times 
and  costs  presented  later  on  in  this  volume  have  been  obtained. 

Leading  up  to  this  discussion  of  unit  times  and  unit  costs,  cost 
keeping  with  its  various  limitations  is  considered;  the  variations  in 
costs  of  similar  jobs  are  illustrated;  the  methods  of  determining  unit 
times  are  described;  and  finally,  as  already  stated,  in  the  chapter 
which  follows,  the  possibility  is  suggested  of  using  such  records,  when 
carefully  made  and  recorded,  in  the  establishment  of  piece  rates  or 
tasks.  , 

In  subsequent  chapters,  times  and  costs  in  actual  construction  are 
discussed  and  tabulated.  Those  who  desire  approximate  cost  figures 
for  rough  estimates  may  refer  to  Chapters  II  and  III,  where  records 
from  a  large  number  of  jobs  are  tabulated. 

COST  RECORDS 

Besides  being  of  use  as  a  preliminary  step  toward  the  introduction 
of  scientific  management,  cost  keeping,  that  is,  cost  determination 
of  work  in  progress,  is  of  value  to  the  engineer  for  making  up  estimates 
and  checking  the  work  of  the  builder,  and  to  the  builder  in  bidding  on 
subsequent  contracts  and  keeping  track  of  the  cost  of  the  work  as  it 
progresses  from  day  to  day.  In  construction  work  based  on  the  prin- 
ciple of  cost-plus-a-fixed-sum  and  other  similar  systems,  the  accurate 
recording  of  detail  costs  on  different  parts  of  the  work  is  absolutely 
essential  for  submitting  the  accounts  to  the  owners. 

To  accomplish  any  of  these  aims,  the  cost  records  must  be  accurate 
enough  to  serve: 

(1)  As  records  for  estimating  cost  of  subsequent  jobs. 

(2)  For  immediate  use. 

(a)  To  determine  whether  the  builder  is  making  or  losing  money 

(b)  To  fix  any  point  of  loss  or  of  too  small  profit. 

(c)  As  an  incentive  to  the  foreman  and  workmen. 
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As  generally  practised,  cost  keeping  is  so  approximate  and  inac- 
curate as  to  be  of  comparatively  little  value  for  any  of  these  purposes. 
Some  of  the  reasons  for  this  are  outlined  more  in  detail  in  the  pages 
which  follow,  but  it  must  be  recognized  that,  at  the  bottom,  the  fault 
lies  with  the  unscientific  principle  of  estimating  and  recording  labor 
costs  that  has  been  generally  used. 

ESTIMATING  MATERIAL  VS.  ESTIMATING  LABOR 

The  point  just  made  may  be  illustrated  simply  by  a  comparison 
of  the  methods  now  usually  employed  in  estimating  materials  and 
in  estimating  labor.  In  figuring  materials  the  estimator  notes  every 
item,  usually  taking  the  schedule  from  the  plans,  and  by  adding 
a  percentage  for  contingencies  reaches  a  total  which  will  check  fairly 
well  with  the  actual  subsequent  cost.  Before  he  starts  to  do  any 
work,  he  must  order  the  required  amount  of  each  material  separately, 
and  the  cost  of  each  item  is  carefully  looked  into  to  see  that  the  lowest 
figures  are  obtained  consistent  with  the  quality  of  the  work  required. 

With  labor,  on  the  other  hand,  the  plan  heretofore  adopted  has 
been  largely  a  system  of  guess  work.  Frequently  one  hundred  or 
more  carefully  tabulated  material  items  are  set  down  while  the  esti- 
mate for  labor  is  given  in  one  lump  sum,  and  yet  the  labor  may  amount 
to  one-fourth  or  one-third  the  sum  total  of  the  materials.  The 
variation  in  the  actual  cost  of  the  labor  from  that  given  in  the  esti- 
mate almost  always  makes  the  difference  between  a  profit  and  a  loss 
to  the  contractor.  These  "guesses"  at  labor  costs  are  commonly 
excused  because  it  is  claimed  that  the  work  done  by  different  work- 
men varies  to  a  great  extent,  or  that  it  is  impossible  to  provide  for 
unforeseen  contingencies.  This,  however,  is  merely  dodging  the  whole 
responsibility.  The  real  reason  for  such  approximations  is  that  the 
contractor  usually  does  not  know,  with  any  degree  of  accuracy,  the 
time  and  cost  of  doing  each  kind  of  work.  The  variations  in  output 
due  to  the  character  of  the  design,  or  to  the  materials  to  be  handled, 
or  to  methods  of  management,  are  far  greater  than  the  difference 
between  individual  workmen  and  they  can  be  allowed  for  in  advance. 
The  fact  is  only  just  coming  to  be  recognized  that  it  is  possible  to 
determine  in  advance  how  fast  each  element  of  the  work  should  be 
done  nearly  as  accurately  as  the  cost  of  the  supplies  and  materials 
are  now  determined,  and  that,  once  having  the  fundamental  data,  it 
is  possible  to  estimate  labor  nearly  as  accurately  as  material. 
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DIVISIONS  OF  TIME  AND  COST 

To  reach  more  exact  results  in  estimating  labor  items,  it  is  neces- 
sary to  treat  these  items  as  scientifically  as  the  materials  side  of  the 
question  is  treated. 

The  fundamental  principle  in  accurate  determinations  of  labor  cost, 
either  for  present  or  future  purposes,  has  been  found  by  the  authors, 
both  in  shop  work  and  in  construction,  to  lie  in  the  following  procedure : 

First  divide  the  work  into  small  units,  i.e.,  small  elements  or 
operations,  then  study  and  accurately  determine  the  cost  of  each  of 
these  small  units  and  finally  recombine  these  unit  costs  to  suit  the 
work  under  consideration.  This  is  far  better  than  getting  an  average 
cost  of  the  work  as  a  whole,  as  has  been  the  practice  in  the  past. 

The  methods  of  separating  the  operations  into  units  are  discussed 
in  further  detail  in  pages  which  follow.  To  illustrate  the  fundamental 
difference  between  the  usual  way  of  observing  the  total  time  it  takes 
to  perform  a  job  and,  on  the  other  hand,  the  new  way  of  observing 
the  times  of  the  unit  operations,  we  may  take  the  familiar  work  of 
bricklaying. 

Let  us  consider  one  of  the  simplest  pieces  of  brickwork,  a  straight 
12-inch  wall,  that  is,  a  wall  3-brick  thick,  and  40  feet  long  between 
corners.  We  will  assume  that  four  bricklayers  are  working  upon  this 
wall.  The  usual  way,  that  is,  the  ordinary  way  in  construction,  of 
measuring  the  speed  of  bricklayers  is  to  note  the  time  these  four 
men  start  at  the  floor  level  and  the  time  they  complete  the  wall  to 
a  height  of,  say,  5^  feet,  and  then  figure  the  number  of  bricks  laid 
per  hour.  The  result  of  such  observation  is  absolutely  worthless. 
To  show  this,  let  us  take  the  same  men  and  put  them  on  a  12-inch 
wall,  20  feet  long  instead  of  40  feet,  and  figure  the  number  of  brick 
laid  per  day  on  this  wall.  The  number  of  brick  laid  will  be  less 
because  the  corner  brick  take  the  longest  to  lay,  and  in  a  20-foot  wall 
there  are  more  corner  brick  in  proportion  to  the  whole  than  in  a  40-foot 
wall.  Now,  take  the  same  men  on  an  8-inch  wall,  that  is,  on  a  wall 
2-brick  thick,  of  the  same  length,  that  is,  20  feet,  and  they  will  lay 
fewer  brick  still.  Why?  Because  now  all  the  brick  are  face  brick, 
and  have  to  be  laid  carefully  to  line.  Again,  take  the  same  wall  with 
a  window  opening  in  it.  The  number  of  brick  laid  per  hour  will  be 
still  smaller.  Why?  Because  the  brick  at  the  jamb  have  to  be 
plumbed.  Again,  take  the  same  wall  having  pressed  brick  on  the 
face,  laid  with  fine  buttered  joints.     There  will  again  be  a  reduction 
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in  the  number  of  brick  per  hour.  Why?  Because  more  motions 
are  required  to  lay  pressed  brick  with  buttered  joints. 

These  points  by  no  means  cover  all  the  variations  in  bricklaying, 
but  are  sufficient  for  illustration. 

The  records  on  these  different  walls  will  vary,  perhaps,  from  130 
brick  per  hour  laid  per  bricklayer  down  to  60  brick  per  hour.  What 
good  are  the  results?  Practically  no  good  at  all.  For  another  length 
of  wall,  another  thickness,  another  number  of  openings,  another 
quality  of  face  brick,  there  will  be  a  different  rate  of  speed.  As  a 
matter  of  fact,  actual  time-study  has  shown  that  the  rate  per  8-hour 
day  for  an  average  bricklayer  will  range  from  150  brick  for  an  orna- 
mental house  front  of  Roman  pressed  brick  up  to  2600  common  brick 
roughly  laid  in  a  32-inch  wall.  Unless  a  large  number  of  observa- 
tions are  taken  with  only  one  variable,  it  is  perfectly  evident  that  no 
results  can  be  obtained  from  over-all  times,  even  by  diagrams  and 
curves,  that  will  form  an  accurate  basis  for  varying  conditions.  In 
other  words,  it  is  practically  impossible  by  any  method  -of  over-all 
times  to  estimate  how  long  it  will  take  the  same  bricklayers  to  lay 
up  a  wall  of  different  design. 

Now,  start  in  a  different  way,  and  without  going  into  the  more 
minute  study  of  elementary  motions,  we  may  consider  the  unit  simply 
as  the  time  laying  one  brick.  First  observe  and  record  the  time  it 
takes  the  bricklayers  on  the  corners  to  lay  and  level  and  plumb  one 
corner  brick,  averaging  the  results  of  a  large  number  of  observations. 
Then  make  similar  observations  and  average  them  to  see  how  long  it 
takes  the  intermediate  bricklayers  to  lay  a  brick  to  line  overhand,  that 
is,  on  the  face  of  the  wall  away  from  them.  Determine  a  similar 
time  laying  a  brick  on  the  face  nearest  them.  Again,  observe  the 
average  time  for  laying  a  filling  brick  in  the  middle  of  a  wall.  Next, 
find  the  time  to  place  and  plumb  a  brick  at  the  jamb.  And  finally, 
on  another  wall,  find  the  average  time  to  lay  the  pressed  face  brick. 

Now,  we  have  data  from  which,  by  simple  addition  and  multipli- 
cation, it  is  possible  to  determine  in  advance  how  long  it  should  take 
these  men  to  lay  any  wall  having  these  variables  and  it  is  a  very  simple 
matter  in  practice,  after  having  determined  the  unit  times,  to  recom- 
bine  them  to  suit  any  conditions. 

What  is  the  present  practice  in  estimating  brickwork?  Ask  a 
foreman  on  any  bricklaying  job  how  many  brick  his  men  are  laying 
in  a  day?     The  chances  are  that  he  will  tell  you  that  it  depends  en- 
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lirely  on  the  wall  and  on  the  workmen;  that  one  man  may  lay  double 
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the  number  of  bricks  another  will  lay  so  that  it  is  absolutely  impos- 
sible to  estimate  the  number.  This  is  a  regulation  excuse,  i.e.,  the 
outputs  of  different  men  vary  so  much  that  no  labor  estimates  are  of 
use.  As  a  matter  of  fact,  if  you  press  this  foreman  further,  you  will 
probably  find  that  his  indefiniteness  is  not  because  of  the  variation 
in  what  one  man  will  do  under  different  conditions,  not  because  of 
the  variation  between  the  work  of  different  men,  but  simply  because 
he  has  no  idea  of  the  relative  output  for  different  kinds  of  walls.  He 
does  not  know.  He  may  be  able  to  give  you  the  number  of  brick  per 
day  the  men  will  average  on  the  particular  building  his  men  are  work- 
ing on.  He  may  say  1000  brick  per  day.  Ask  him  the  range  in 
output  of  the  same  men  on  different  classes  of  work,  and  if  he  is  an 
experienced  foreman  or  superintendent,  he  will  tell  you  that  the  range 
in  an  8- hour  day  will  be  from  a  few  hundred  up  to  several  thousand, 
according  to  the  kind  of  brick  and  the  character  of  the  wall.  As 
already  stated,  the  variation  between,  for  instance,  the  face  brick  of 
an  ornamental  house  front  and  the  brick  in  a  heavy  building  wall 
is  as  great  as  this.  Some  foremen  and  superintendents  can  guess 
fairly  closely  on  classes  of  work  with  which  they  are  familiar,  but  when 
it  comes  to  special  work  that  occurs  only  occasionally  or  is  outside 
of  their  regular  line,  such,  we  will  say,  as  narrow  pilasters  or  piers 
with  steel  columns  imbedded,  they  may  not  be  able  to  guess  within 
50  per  cent,  and  in  any  case  it  will  be  guess  work. 

The  principles,  however,  apply  to  practically  every  kind  of  work, 
whether  it  be  in  the  shop,  or  out-of-doors,  or  in  the  office.  The  only 
way  to  determine  the  variables  in  the  times  or  in  the  costs  of  doing 
work  is  to  separate  each  piece  of  wo*k  into  unit  operations  and  deter- 
mine, the  times  of  these  unit  elements.  Having  done  this,  the  unit 
times  or  the  unit  costs  may  be  recombined  to  provide  for  all  other 
conditions. 

In  practice,  to  make  time  studies  that  will  place  the  work  on  the 
most  economical  basis,  the  labor  of  laying  a  single  brick  should  be 
divided  into  its  elementary  motions,  so  as  to  see  whether  any  of  these 
motions  can  be  left  out  and  the  brick  be  laid  just  as  well.  By  study- 
ing the  motions  of  laying  one  brick,  for  example,  Mr.  Frank  B.  Gil- 
breth  has  been  able  to  reduce  the  number  of  motions  in  ordinary 
work  from  18  to  5.*  The  saving  in  actual  time  of  the  workmen  by 
such  elimination  of  unnecessary  operations  has  been  applied  in  the 

♦See  "Motion  Study,"  by  Frank  B.  Gilbreth,  published  by  D.  VanNostrand  Company. 
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introduction  of  scientific  management  in  shop  work  in  thousands  of 
cases  and  can  be  applied  to  the  various  operations  of  construction 
work  in  a  similar  manner. 

Methods  of  subdividing  the  work  in  concrete  construction  are 
illustrated  near  the  end  of  this  chapter  on  page  70  and  are  also  dis- 
cussed in  various  places  in  the  other  chapters  of  the  book.  In  fact, 
nearly  all  the  material  in  this  book  is  based  on  time  studies  of  unit 
operations.  The  application  of  unit  times  and  of  methods  of  sub- 
division to  scientific  management  in  construction  work  is  indicated 
in  Chapter  V,  which  follows. 

This  discussion  is  not  meant  to  imply  that  every  builder  must 
divide  his  cost  keeping  into  elementary  units.  The  degree  to  which 
such  records  can  be  followed  is  discussed  in  the  pages  which  follow. 
The  purpose  of  this  elementary  division  into  unit  times  is  (1)  to  fix 
actual  tasks  or  piece-rates  for  the  men;  (2)  to  show  where  unneces- 
sary motions  or  operations  may  be  eliminated;  and  (3)  to  plan  the 
work  ahead  and  prevent  waste  of  time  of  men  and  machinery.  This 
really  scientific  analysis  of  the  work,  which  enables  all  operations  to 
be  planned  ahead,  is  what  produces  the  vast  economies  incident  to 
scientific  management. 

UNIT  TIMES 

The  term  "Unit  Times"  has  been  used  in  the  preceding  pages. 
This  may  be  defined  as  follows:  "  Unit  Times"  are  the  times  required 
to  perform  the  elementary  or  unit  operations  into  which  a  piece  of 
work  may  be  divided.  The  purpose  of  unit  times  is  to  separate  the 
elements  that  are  alike  in  various  pieces  of  work  from  the  elements 
that  vary  or  which  occur  a  different  number  of  times. 

It  is  evident  that  the  term  may  apply  to  different  degrees  of  divi- 
sion. For  example,  in  the  construction  of  the  wall  cited  above,  the 
units  consist  of  the  operation  of  laying  one  face  brick,  laying  one  cor- 
ner brick,  and  so  on,  this  degree  of  separation  being  all  that  is  required 
for  the  purpose.  On  the  other  hand,  for  the  elementary  time  study 
of  motions,  the  units  are  taken  as  the  individual  motions  required 
in  laying  a  single  brick. 

Unit  costs  are  the  costs  of  unit  operations. 

TIME  STUDY 

"Time  Study"  is  the  process  of  analyzing  an  operation  into  its  ele- 
mentary operations  and  observing  the  time  required  to  perform  them. 
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These  unit  times  are  taken  with  a  view  to  recombining  them  into 
other  operations. 

COST  KEEPING 

It  is  not  the  purpose  of  the  present  volume  to  take  up  methods  of 
cost  keeping  in  detail  but,  before  discussing  the  more  important  ques- 
tions of  organization,  a  few  general  principles  will  be  suggested.*  The 
plan  to  follow  in  cost  keeping  is  dependent,  in  a  measure,  upon  the 
method  of  recording  the  work  of  each  man.  Under  the  ordinary  type 
of  management,  the  timekeeper  goes  his  rounds,  and  records,  frequently 
by  guess,  the  classes  of  work  upon  which  the  different  men  are  engaged. 
Under  the  more  systematic  plans,  where  the  work  of  each  man  or 
group  of  men  is  indicated  on  separate  time  cards,  the  cost  records  are 
made  up  from  these  cards.  The  purposes  of  time-study  are  entirely 
different  from  those  of  cost-keeping.  The  aim  of  time-study  is  to 
systematize  the  work  and  to  set  tasks  for  the  workmen,  while  the  aim 
of  cost-keeping  is  to  show  how  much  the  work  is  costing. 

Contractors  and  engineers  throughout  the  country  are  coming  to 
realize  the  value  of  keeping  accurate  cost  records,  either  separately 
or  in  connection  with  the  time  keeping,  so  as  to  divide  the  labor  costs 
into  the  different  classes  of  work,  (1)  to  determine  whether  the  work 
is  being  carried  out  on  schedule  time,  (2)  to  see  whether  the  costs  are 
falling  within  the  estimates,  and  (3)  (perhaps  more  important  than 
either)  to  give  each  foreman  a  daily  or  weekly  report  showing  the 
cost  of  the  work  under  his  charge  so  that  he  can  see  where  he  is  going 
wrong  before  it  is  too  late. 

The  more  advanced  construction  companies  have  so  organized 
their  records  that  by  ten  o'clock  each  day  each  foreman  is  given  a 
record  of  the  work  which  his  men  have  accomplished  on  the  previous 
day. 

The  great  difficulty,  even  with  the  best  organizations,  as  they  have 
existed  in  the  past,  has  been  that  it  has  been  impossible  with  ordinary 
methods  to  divide  the  work  into  sections  or  divisions  which  can  be 
properly  compared  one  with  another.  For  example,  as  stated  on  page 
56,  in  bricklaying  a  mason  one  day  may  lay  2600  brick  in  a  32-inch 
wall,  while  on  the  next  day,  working  with  the  same  energy  and  indus- 
try, he  may  lay  only  150  brick  in  an  ornamental  house  front.     It  is 

*  Methods  of  cost  keeping  on  construction  work  are  described  in  detail  by  Gillette 
and  Dana,  in  "Cost  Keeping  and  Management  Engineering,"  The  Myron  C.  Clark 
Co.,  Publishers. 
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evident  that  records  of  his  work  are  valueless  unless  they  are  accom- 
panied by  an  exact  description  of  the  details  of  his  work  and  this 
description  frequently  has  not  been  given  in  the  past. 

Even  in  the  simplest  concrete  mass  work,  the  labor  cost  varies  with 
the  handling  of  the  raw  materials,  the  output  of  the  mixing  machine, 
the  distance  to  which  it  is  transported,  and  numerous  other  variable 
elements.  It  is  only  by  careful  analysis  and  study  of  unit  operations 
and  unit  times  that  these  may  be  scheduled  in  advance  so  as  to  bring 
the  time  or  cost  of  performing  the  work  under  different  conditions 
down  to  the  same  basis. 

The  methods  outlined  in  this  chapter  and  the  actual  data  in  chap- 
ters that  follow  indicate  the  trend  of  the  best  and  most  modern  con- 
struction management  based  on  scientific  principles.  From  a  study 
of  these  principles  it  is  evident  that  cost-keeping  is  simply  a  small  aux- 
iliary in  organization. 

DIFFICULTIES  OF  RECORDING  COSTS  BY  USUAL  METHODS 

The  statement  has  been  made  already  that  the  ordinary  methods 
of  cost  determinations  are  almost  valueless.  This  applies  both  to 
cost  keeping  as  carried  out  by  the  builder  and  to  the  force  account  of 
the  supervising  engineer.  The  fundamental  reason  is  that  guess- 
work methods  have  been  used  in  place  of  accurate  scientific  methods. 

To  obtain  cost  records  that  are  of  value  either  to  the  builder  or  to 
the  ^engineer,  several  essential  elements  must  be  recognized,  even  if 
methods  of  unit  times  are  not  used.  These  essentials  may  be  outlined 
as  follows: 

(1)  Accurate  subdivision  of  the  work  into  distinct  operations. 

(2)  Accurate  records  of  time. 

(3)  Knowledge  of  exact  quantities. 

(4)  Proper  apportionment  of  cost  of  plant. 

(5)  Proper  apportionment  of  general  expense. 

(6)  Proper  apportionment  of  cost  of  materials. 

(7)  Full  description  of  each  item  of  work. 

(1)  Accurate  subdivision  of  each  section  of  the  work  into  its 
distinctive  operations  is  of  prime  importance.  The  methods  de- 
scribed on  pages  55  to  58  afford  the  means  for  dividing  the  work 
into  its  proper  elements  with  great  accuracy.  The  same  general 
scheme  of  division,  however,  carried  to  a  lesser  degree,  may  be  fol- 
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lowed  in  ordinary  cost  keeping  with  far  better  results  than  have 
usually  been  attained. 

In  the  construction  of  a  concrete  conduit,  for  example,  the  cost 
records  at  least  should  separate  the  labor  into  such  operations  as: 
lay  invert,  place  and  remove  centers,  lay  the  arch,  place  the  rein- 
forcing metal  (if  any  is  used),  and  finish  the  interior.  If  fewer 
divisions  than  these  are  made,  the  total  costs  obtained  may  some 
times  show  the  cost  to  the  contractor  of  this  particular  job  as  a  whole 
and  may  also  indicate  the  probable  cost  of  another  conduit  of  exactly 
the  same  design,  but  these  are  the  limits  of  their  value. 

(2)  That  accurate  records  are  necessary  would  seem  self-evident, 
but  the  difficulty  in  making  an  exact  count  of  the  men  at  work  on 
the  job,  and  an  exact  memorandum  of  the  times,  is  surprising.  Gen- 
erally the  men  are  constantly  changing  position,  and  frequently 
one  or  more  of  the  men  in  the  gang  may  have  been  taken  away  to 
fetch  material  or  for  some  other  purpose,  so  that  they  are  left  out  in 
the  count.  A  timekeeper  learns  to  guard  against  these  difficulties 
to  a  certain  extent,  although  frequent  mistakes  are  made  unless  the 
man  is  constantly  on  the  spot.  The  time  on  force  accounts,  or  even 
on  a  contractor's  cost  keeping  records,  is  often  taken  by  days  or  half 
days  instead  of  by  hours  or  quarter  hours  and  the  workman's  time 
is  charged  to  the  job  he  is  on  when  the  timekeeper  makes  his  round 
so  that  the  returns  are  inaccurate.  In  other  cases,  a  whole  day's  work 
is  credited  to  a  certain  item  even  when  the  men  leave  before  quitting 
time  or  change  on  to  other  work. 

(3)  Knowledge  of  the  exact  quantity  of  work  performed  is  as 
necessary  as  the  recording  of  the  times  for  doing  the  work.  In  cer- 
tain classes  of  work  differences  in  the  condition  of  the  material  affect 
the  quantity.  For  example,  in  earth  work,  or  in  the  handling  of 
sand  and  gravel,  not  only  is  it  difficult  to  measure  the  quantities  but 
there  is  a  large  percentage  of  difference  in  quantity  depending  upon 
whether  the  material  is  measured  in  the  cut  or  loose  or  shaken. 

(4)  The  cost  of  the  plant,  including  its  first  cost,  depreciation, 
repairs,  and  renewals,  is  an  extremely  important  item  and  requires 
careful  judgment  in  apportioning.  The  factors  which  must  be  taken 
into  account  in  a  concrete  mixing  plant,  for  example,  and  which  are 
more  fully  discussedin  Chapter  XII,  are  the  probable  value  of  the  plant 
after  this  work  is  complete,  the  number  of  days  per  year  in  which  it 
can  be  operated,  the  time  lost  in  shut-downs  for  repairs,  and  the  actual 
cost  of  repairs  and  renewals.     The  cost  of  tools,  such  as  shovels, 
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picks,  etc.,  must  be  included  in  the  cost  of  plant  unless  otherwise 
provided  for. 

(5)  On  a  small  job  the  general  expense  is  readily  apportioned. 
Upon  a  large  job  where  the  work  includes,  for  example,  earth  excava- 
tion, rock  excavation,  concrete,  and  riprap  (and  often  several  differ- 
ent classes  of  each)  not  only  the  pay  of  the  foremen,  but  the  salaries 
of  the  general  superintendent,  the  contractor's  engineer,  the  time- 
keeper, and  the  office  force  (a  part  of  which  is  sometimes  located  on 
the  work  and  a  part  at  the  contractor's  general  offices)  must  be  fully 
known,  and  properly  apportioned  to  each  class  of  work.  The  method 
that  sometimes  has  been  followed  of  dividing  the  total  general  expense 
by  the  number  of  classes  of  work  into  which  the  job  is  divided  is 
inaccurate,  because  one  class  may  cost  ten  times  as  much  as  another. 
The  division  by  cost  is  difficult  because  the  cost  is  not  known  until 
after  the  records  are  taken.  A  simple  method,  which  is  sufficiently 
accurate  in  most  cases,  is  to  approximately  divide  the  general  expense 
in  proportion  to  the  number  of  men  engaged  on  each  class  of  work. 
The  division  need  not  be  made  mathematically  but  by  estimation. 
The  accountant  may  judge,  for  example,  from  inspection  of  the  records 
that  three-tenths  of  the  general  expense  should  go  to  one  class  of 
work,  one- tenth  to  another  class  of  work,  and  so  on. 

(6)  The  cost  of  materials  must  be  divided  among  the  work 
actually  performed.  Materials  sufficient  to  last  for  several  months 
may  be  purchased  during  a  single  week.  If  this  total  cost  is  divided 
by  the  number  of  yards  of  concrete  laid,  for  instance,  in  a  week  or 
a  month,  the  result  will  be  very  misleading.  On  one  job,  for  example, 
the  unit  cost  of  a  certain  class  of  work,  as  given  in  the  engineer's  cost 
sheets,  varied  from  73j£  in  one  month  to  19j£  in  another,  solely  for 
the  reason  that  most  of  the  materials  were  purchased  the  first 
month  and  were  all  charged  up  to  the  cost  of  the  work  during  that 
month.  To  provide  for  this,  the  accountant  should  know  the  approx- 
imate amount  of  material  used  in  a  definite  quantity  of  work,  and 
should  carry  forward  the  material  on  hand.  If  this  division  is  imprac- 
ticable, the  next  best  way  is  to  keep  the  material  and  labor  separate 
and  allow  the  man  who  is  making  up  the  cost  sheets  to  estimate  the 
cost  of  the  material  from  his  knowledge  of  quantities. 

(7)  Lack  of  description  renders  many  careful  records  of  costs 
absolutely  valueless,  except  for  determining  whether  a  contractor 
is  making  money.  For  example,  on  one  job  very  accurate  records 
of  cost  of  earthwork  were  made  by  the  engineers,  giving  the  number 
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of  men  employed,  the  number  of  carts,  cost  of  superintendence,  cost 
of  tools,  and  many  other  details,  while  the  length  of  haul  or  the  char- 
acter of  the  material  handled  was  not  stated.  The  result  was  an 
accurate  record  of  the  cost  of  labor  on  this  particular  job,  but  one 
which  was  absolutely  useless  in  estimating  the  probable  cost  of  other 
work,  of  a  similar  nature,  that  was  being  done  by  the  same  Engineer- 
ing Commission.  In  another  case,  the  times  of  the  men  on  all  classes 
of  work,  including  the  engineer  and  other  men  in  the  various  offices 
of  the  contractor,  were  carefully  recorded  on  large  cost  sheets.  The 
work  included  several  kinds  of  concrete  construction.  One  kind 
was  found  to  cost  $4.08  per  cubic  yard,  another  kind,  $6.28,  and 
another  kind,  $7 .  98,  but  nothing  was  shown  on  these  sheets  to  indi- 
cate the  reason  for  these  differences.  No  definite  description  was 
given  of  the  character  of  either  job,  and  the  only  means  of  comparing 
them  would  have  been  to  look  up  the  contract  and  the  plan,  and  then 
probably  find  that  each  class  covered  so  broad  a  range  as  to  provide 
no  definite  information.  The  amount  of  information  required  to  prop- 
erly describe  any  piece  of  work  depends  upon  its  character  and  the 
minuteness  of  the  cost  or  time  observation.  If  simply  general  costs 
are  being  compiled,  the  analysis  of  almost  any  class  of  work  will  show 
that  there  are  a  few,  perhaps  not  over  a  half  dozen,  essentials  which 
will  usually  give  reason  for  an  apparently  low  or  for  an  excessive  cost. 
Although,  even  with  such  data,  cost  keeping  will  not  give  the  exact 
basis  for  estimates  that  may  be  obtained  with  the  more  scientific 
methods  of  unit  times  described  later  in  the  chapter,  the  results  may 
be  recorded  in  such  a  way  as  to  aid  materially  the  judgment  of  an 
experienced  engineer  or  a  contractor. 

Analysis  of  Concrete  Labor.  For  illustration,  some  of  the  essential 
elements  that  must  be  recorded  for  approximate  cost  records  of  con- 
crete work  are  as  follows: — proportions;  length  of  haul  of  sand  and 
stone;  length  of  haul  of  cement;  method  of  mixing;  length  of  haul  of 
concrete;  method  of  transportation;  thickness  of  wall ;  reinforcement; 
surface  area  of  forms;  surface  finish. 

Many  of  such  descriptive  items  need  not  be  given  day  after  day 
but  a  single  general  statement  for  each  class  of  work  is  sufficient. 

VARIATION    IN    COSTS    OF    SIMILAR    JOBS 

In  the  preceding  paragraphs  reference  has  teen  made  to  the  diffi- 
culty in  obtaining  really  accurate  results  by  ordinary  methods  of 
cost  keeping.     To  illustrate  this  still  more  clearly  and  to  show  fur- 
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ther  the  need  of  more  thorough  treatment  even  of  so  simple  a  piece 
of  work  as  laying  mass  concrete,  two  jobs  may  be  taken  which  in 
an  ordinary  force  account  would  have  nearly  identical  description  but 
which  even  a  superficial  study  will  show  to  be  very  different.  On 
page  69  the  same  problem  is  treated  by  the  more  accurate  unit  time 
analysis. 

The  description  of  the  two  jobs  illustrates  the  more  important 
differences  which  affect  the  variation  in  cost  of  mass  concrete. 

On  Job  A  the  following  conditions  will  be  assumed: 

1:2:4  hand-mixed  concrete. 

Gravel  screened  to  separate  sand  and  gravel. 

Sand  and  gravel  wheeled  in  barrows  100  feet. 

Cement  in  barrels  hauled  5  miles  in  wagons. 

Wet  concrete  wheeled  100  feet  and  dumped  to  place. 

No  forms. 

Wages  of  labor,  $1 .  75  per  8-hour  day. 

Conditions  such  that  concreting  must  be  stopped  on  the  aver- 
age one  hour  before  quitting  time,  when  men  are  set  to  dig- 
ging. 

The  actual  average  cost  by  the  authors'  estimate  (made  directly  from 
tables  in  Chapter  XI)  of  the  labor  on  the  concrete  under  the  above  con- 
ditions— including  placing  and  ramming  and  time  of  foreman  and,  in 
addition,  15  per  cent  for  superintendence,  overhead  charges,  etc. — would 
be  $2 .  51  per  cubic  yard  of  concrete  in  place.  An  ordinary  force  ac- 
count or  cost  keeping  record,  if  accurately  taken,  ought  to  give  this 
figure.  On  the  other  hand,  if  the  costs  are  kept  by  one  who  is  not 
constantly  on  this  part  of  the  job,  perhaps  no  allowance  may  be  made 
for  the  variable  time,  averaging  one  hour  per  day,  upon  which  the 
men  are  at  work  digging.  With  this  item  neglected,  the  records  would 
show  $2 .  87  per  cubic  yard  for  labor. 

In  this  connection  it  may  be  well  to  state  that  force  or  cost  keeping 
accounts  kept  by  inexperienced  men  are  apt  to  indicate  a  lower  cost 
of  work  instead  of  a  higher  cost,  as  assumed  above,  because  of  the 
difficulty  of  taking  accurate  records. 

On  Job  B  the  following  conditions  will  be  assumed: 

1:3:7  hand  mixed  concrete. 

Broken  stone  delivered  to  mixing  platform,  and  charged  as 

material. 
Sand  wheeled  100  feet  in  barrows. 
Wet  concrete  wheeled  25  feet  and  dumped  to  place. 
No  forms. 
Wages  of  labor,  $1.35  per  10-hour  day.Digitize 
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The  actual  average  cost,  by  the  authors'  estimate — made,  as  in 
Job  A,  from  tables  in  Chapter  XI — of  the  labor  of  concreting  under 
the  above  conditions,  including  placing,  ramming,  and  foreman, 
and,  in  addition,  15  per  cent  for  superintendence,  overhead  charges, 
etc.,  would  be  $0.83  per  cubic  yard  of  concrete  in  place. 

If  wages  are  assumed  to  be  the  same  as  on  Job  A,  namely,  $1 .  75 
per  8-hour  day,  the  labor  cost  would  be  $1 .33  per  cubic  yard  of  con- 
crete in  place. 

A  comparison  of  these  prices  with  the  cost  on  Job  A,  namely, 
$2.51  per  cubic  yard  for  labor  with  careful  time  keeping  (or  $2.87 
with  a  less  carefully  kept  force  account),  illustrates  the  variation  in 
cost  which  may  occur  on  two  jobs  apparently  similar.  Yet  every  one 
of  these  variables  may  be  allowed  for  in  advance  if  the  unit  costs  are 
known. 

In  thin  walls  or  conduit  construction,  the  forms  are  expensive, 
often  costing  more  than  the  labor  on  the  concrete.  The  placing  of 
steel  reinforcement  also  involves  additional  labor  and  delays 
the  concreters.  In  such  types  of  construction,  the  difference  in  cost 
of  different  jobs  will  be  much  greater  than  in  the  examples  consid- 
ered. Simple  cases  have  been  selected  for  illustration  because  in 
these  the  differences  are  less  evident.  The  methods  of  unit  costs 
account  for  such  variables  and  are  therefore  even  more  valuable  in 
complicated  than  in  simple  work. 

Every  engineer  and  contractor  who  is  required  to  make  careful 
estimates  of  intricate  work  realizes  the  inaccuracy  of  ordinary  methods 
of  keeping  costs  and  the  necessity  for  a  system  by  which  careful 
records  upon  one  job  will  indicate  the  probable  cost  of  another 
subsequent  job. 

On  the  jobs  considered,  the  cost  of  Job  A  gives  absolutely  noth- 
ing upon  which  to  base  the  estimate  for  the  cost  of  Job  B,  except 
that  an  experienced  man  who  is  right  on  the  job  and  who  is  accustomed 
to  guessing  may  form  a  fairly  close  "guess"  of  the  cost  of  the  other 
work.  Innumerable  sets  of  conditions  might  be  cited,  similar  and 
yet  enough  unlike  to  mislead  the  judgment. 

No  doubt  very  accurate  estimates  are  made  by  the  ordinary  guess- 
work methods  by  men  possessed  of  extraordinary  judgment  and 
who  have  had  years,  of  practice  upon  the  work  in  question.  However, 
even  such  men  will  fall  down  and  will  make  serious  mistakes  when 
called  upon  to  estimate  in  a  line  of  work  with  which  they  have  had 
a  very  slight  experience. 
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UNIT    TIMES    AND    TIME-STUDIES 

The  example  just  given  indicates  the  necessity,  in  making  estimates 
of  construction  work,  for  something  more  than  over-all  guesses.  The 
introduction  by  Mr.  Taylor  of  scientific  management  into  shops 
and  factories  showed  the  possibilities  of  unit  time  methods,  not  only  as 
an  aid  to  shop  organization,  but  as  one  of  the  means  for  eventually 
introducing  scientific  methods  into  out-of-door  construction  work. 
The  experience  obtained  in  shop  management  made  it  clear  that  meth- 
ods adapted  for  finding  the  proper  time  for  doing  work  and  the  proper 
rates  of  pay  are  also  useful  for  making  up  advance  costs,  that  is,  for 
making  estimates.  In  shop  work  and  in  construction  work,  the  ob- 
jects sought  for  are  fundamentally  the  same,  namely,  to  determine  in 
each  case  the  time  it  should  take  (either  under  average  conditions 
or  under  the  most  favorable  conditions)  to  do  a  given  piece  of  work. 

Before  describing  the  methods  adopted  in  the  studies  of  unit  times 
as  applied  especially  to  construction  work,  we  shall  discuss  briefly  the 
general  principles  which  are  applicable  to  all  classes  of  work. 

In  1885  Mr.  Taylor,  then  chief  engineer  of  the  Midvale  Steel 
Company,  devised  a  system  of  management,  involving  a  scientific 
analysis  of  the  most  efficient  movements  of  workmen,  followed  by  a 
study  of  the  proper  time  for  making  each  movement,  which  enabled 
him  to  cut  down  the  labor  costs  in  a  marked  degree — in  many 
cases  to  one-third  or  one-quarter  the  former  costs — and  at  the  same 
time  to  increase  the  pay  of  the  employees  from  40  per  cent  to  50  per 
cent.  The  secret  of  his  success  in  fixing  rates  which  proved  satis- 
factory to  both  employer  and  employed,  which  allowed  a  man  to  do  a 
maximum  day's  work  and  receive  therefor  a  maximum  day's  pay 
without  fear  of  being  cut,  lay  in  the  application  of  scientific  methods 
to  the  fixing  of  these  piece-rates  and  tasks.  By  the  usual  methods 
of  rate-fixing,  the  cost  per  piece  under  day-work  methods  is  figured  and 
a  guess  is  made  of  the  time  in  which  a  man  ought  to  perform  the  work 
when  working  at  a  higher  speed  with  the  greater  incentive  of  a  piece- 
rate  instead  of  an  hour-rate.  It  has  been  found  that  the  rate  of 
speed  on  day-work  forms  absolutely  no  basis  for  the  rate  which  may 
be  expected  on  piece-work.  Consequently  this  method  results  in 
very  unequal  rates  and  the  necessity  of  raising  or,  more  often,  cutting 
the  rates  after  the  men  begin  work  under  them. 

Instead  of  employing  this  "cut  and  try"  method,  Mr.  Taylor 
analyzed  each  job,  and  found  by  careful  observation  the  time  required 
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for  a  first-class  man  to  perform  each  elementary  or  unit  portion  of 
the  job.  Then,  by  combining  these  units  and  adding  a  fixed  per- 
centage for  rest  and  necessary  delays,  an  accurate  time  was  obtained 
which  could  be  used  for  fixing  the  rate  upon  that  particular  job. 
Furthermore,  these  unit  times  were  useful  not  only  for  this  job,  but 
with  a  few  additional  unit  times,  they  fitted  other  similar  jobs.  In 
other  words,  many  unit  portions  of  different  jobs  are  identical,  and 
by  combining  the  unit  times  in  different  ways,  it  was  found  that 
tables  of  times  could  be  compiled  suited  to  all  ordinary  conditions 
and  materials. 

Not  only  did  these  methods  show  how  to  determine  the  times  for 
doing  work  in  different  ways,  but,  perhaps  still  more  important,  they 
enabled  the  time-study  man  to  separate  from  the  useful  motions  the 
operations  and  the  motions  which  were  entirely  unnecessary.  The 
omission  of  these  motions  not  only  reduced  the  cost  of  performing  the 
work  but  made  its  performance  easier  for  the  workman.  In  other 
words,  it  was  found  that  by  eliminating  useless  motions  a  job  could 
be  accomplished  not  only  in  a  much  less  time  but  with  a  great  deal 
less  effort  as  well. 

The  same  methods  which  have  been  adopted  to  such  a  large  extent 
in  shop  organization  have  been  found  to  apply  to  engineering  con- 
struction. By  the  adoption  of  this  system,  it  has  been  found  possible 
to  compile  the  unit  times  and  costs  for  various  classes  of  construction 
work  and  in  the  present  volume  are  given  the  data  obtained  in  the  line 
of  concrete  construction. 

In  shop  work,  the  methods  of  unit  times  and  costs  have  been  used 
largely  for  the  purpose  of  introducing  scientific  management  with 
task-work.*  This  is  its  most  important  object,  but,  as  has  already 
been  stated,  it  is  useful  in  determining  the  average  times  and  costs 
as  a  basis  for  estimating  ordinary  work  as  well  as  that  which  is  man- 
aged under  the  most  approved  methods.  The  larger  part  of  the 
data  and  tables  in  this  book  are  compiled  on  the  latter  basis,  that  is, 
on  the  basis  of  the  labor  of  an  average  man  working  by  the  day  for  a 
contractor.  Considerable  information  is  presented,  however,  which 
will  aid  the  builder  who  wishes  to  systematize  his  work  and  reduce 
costs.  For  example,  times  and  costs  are  given  throughout  the 
book  showing  the  accomplishxnent  of  a  quick  man  working  stead- 
ily.    Ultimately,   the  authors  predict  that,  with  the  carrying  out 

*Task-work  is  defined  on  p.  86. 
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of  their  methods  of  unit  times  to  logical  sequence,  piece-work  or  task- 
work will  be  applied  more  and  more  to  engineering  construction. 
A  number  of  successful  instances  of  its  adoption  are  cited  in  the  pres- 
ent volume.  The  chapter  which  follows  presents  suggestions  for 
such  organization. 

PRINCIPLES  OF  UNIT  TIMES 

The  uncertainty  of  attempting  to  estimate  the  probable  cost  of 
one  job  by  means  of  the  records  of  another  similar  one  has  been 
illustrated  on  page  64.  By  means  of  unit  times,*  on  the  contrary, 
nearly  all  conceivable  conditions  and  contingencies  in  estimating 
costs  may  be  allowed  for.  After  construction  has  commenced,  even 
if  some  form  of  task-work  or  piece-work  is  not  to  be  introduced,  the 
unit  times  are  useful  in  connection  with  the  force  account  or  cost 
keeping. 

The  method  of  unit  times  is  best  understood  by  an  illustration. 
We  may  take  the  two  jobs,  A  and  B,  described  on  page  64,  for  com- 
paring this  method  with  the  usual  method  of  figuring  costs.  The 
statement  there  given  presents  an  analysis  of  the  work  in  nearly  the 
form  necessary  for  studying  its  units. 

Besides  keeping  account  of  the  total  cost  of  labor  per  cubic  yard 
of  concrete  laid,  the  separate  times  are  observed  of  each  of  the  units 
into  which  the  complete  operation  is  divided.  The  possibility  of 
such  observations  and  the  accuracy  which  can  be  attained  in  record- 
ing them  are  illustrated  in  connection  with  the  tables  presented  in 
subsequent  chapters. 

A  tabulation  of  the  units  of  Job  A,  the  time  of  each  unit  being  the 
sum  of  the  times  of  all  the  men  except  the  foreman  working  upon 
any  one  operation,  is  given  in  a  table  on  the  following  page.f 

With  labor  at  $1.75  per  day  of  8  hours,  the  rate  per  minute  is 

$1  75 

•     '    •  =  $0.0036.     Adding  15  per  cent  for  foreman  and  15  per  cent 

extra  for  superin tendance,  overhead  charges,  etc.,  the  rate  per  minute 
is  $0.0048  and  the  cost  per  cubic  yard  of  concrete  is  519.5  X  $0.0048  = 
$2.51. 

The  first  impression  of  such  an  array  of  figures  may  be  that  it 
is  complicated  and  costly  to  compile.     This  is  true  in  comparison 

*Unit  times  are  defined  on  p.  58. 

tThe  times  in  the  tabulation  are  from  Table  55  in  Chapter  XI. 
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with  the  ordinary  method  of  keeping  records  and  making  estimates, 
but  the  illustrations  already  given  show  that  the  ordinary  methods 
are  of  very  slight  value  in  estimating  new  work,  unless  it  is  absolutely 
identical  with  the  old,  or  even  of  keeping  track  of  progress.  The 
unit  values,  on  the  other  hand,  are  capable  of  application  to  other 
jobs.  Having  once  been  found,  they  apply  to  other  places  directly. 
Even  if  used  merely  in  one  job  which  involves  thousands  of  dollars, 
the  cost  is  insignificant. 


UNIT  TIMES  ON  JOB  A 
(See  Table  55,  page  312) 


(i) 

(2) 
(3) 


(4) 
(5) 


(6) 
(7) 

(8) 
(9) 
(10) 
(ID 
(12) 
(13) 


Operation 


Time 

Per 

Cu.  Yd.  of 

Material 


Screening  gravel 

Loading  gravel  into  barrows  (included  in  measur- 
ing item  under  mixing) . 

Wheeling  gravel  100  feet  (25  feet  included  in  measur- 
ing item  uhder mixing). 
Add  for  additional  75  feet 

Loading  sand  into  barrows  (included  in  measuring 
item  under  mixing) . 

Wheeling  sand  100  feet  (25  feet  included  in  measur- 
ing item  under  mixing). 
Add  for  additional  75  feel 

Loading  cement  in  barrels  on  to  wagons ,  per  bbl. . . 

Hauling  cement  5  miles  (assuming  the  time  of  wagon 
with  2  horses  as  equivalent  to  2  men),  per  bbi . 

Unloading  cement ,  per  bbl 

Mixing  concrete •.••••. 

Loading  barrows  (included  in  mixing). 

Wheeling  wet  concrete  first  25  feet 

Wheeling  additional  75  feet 

Ramming  or  puddling  (included  in  mixing) . 


mln. 

93.8 


9.2 


8.2 
1.9 

82.5 
2.9 


Time 

Per 

Cu.  Yd.  op 

Concrete 


min. 
82.5 


Total  time  per  cubic  yard  of  concrete 


8.1 


3.6 
3.0 

129.5 

4.6 

236.7 

34.4 
17.1 


519.5 


To  apply  the  unit  tabulation  to  Job  B,  page  64,  we  may  select 
the  required  units  from  the  given  list  of  times,  and  adapt  them  to 
the  1:3:7  concrete.  Items  (1),  (2),  and  (3)  from  unit  times  on  Job 
A  are  omitted  because  broken  stone,  which  is  charged  as  material 
and  therefore  does  not  come  into  the  labor  cost,  is  substituted  for 
gravel.  Items  (6);  (7),  and  (8)  are  also  omitted  because  the  cement  is 
at  hand,  and  Item  (12)  is  not  required  as  the  concrete  is  only  wheeled 
25  feet.    We  thus  have  for  Job  B: 
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Ttem 


(1) 

(2) 


(3) 
(4) 


UNIT  TIMES  ON  JOB  B 
(See  Table  55,  page  312) 


Operation 


Time 

Per 

Cu.  Yd.  of 

Material 


Loading  sand  into  barrows  (included  in  measuring 
item  under  mixing) . 

Wheeling  sand  100  feet  (25  feet  included  in  measur- 
ing items  under  mixing),  add  for  additional  75 
feet  

Mixing 

Wheeling  wet  concrete  25  feet  and  dumping 

Total  time  per  cubic  yard  of  concrete 


8.2 


Time 

Per 
Cu.  Yd.  of 
Concrete 


3.6 

239.2 

34.4 


277.2 


With  labor  at  $1.35  per  day  of  10  hours  and  figuring  the  rate  per  minute 
as  for  Job  A,  the  total  cost  of  Job  B  per  cubic  yard  of  concrete  is  $0.83 
or  about  one-third  the  cost  on  Job  A. 

It  is  evident  that,  with  a  few  additional  units,  any  ordinary  job  of 
concrete  may  be  covered.  Furthermore,  by  the  employment  of 
the  cost  tables  given  in  subsequent  chapters,  any  job  may  be  analyzed 
and  the  cost  obtained  directly  by  combining  the  proper  items  from 
the  tables.  Operations  not  covered  by  the  tables  may  be  studied 
by  methods  described  in  the  next  chapter,  or  independent  investi- 
gations may  be  made  by  these  methods. 

EFFECT    OF    QUALITY    OF    MEN 

In  this  discussion,  the  variation  in  cost  due  to  difference  in  the 
quality  of  the  men  and  the  management  has  not  been  considered. 
These  variables  may  never  be  entirely  accounted  for  in  any  system 
of  organization,  although  the  introduction  of  scientific  manage- 
ment with  task-work  largely  eliminates  them. 

The  amount  of  work,  performed  in  a  given  time  by  a  laborer  who 
is  working  by  the  day,  does  not  necessarily  vary  with  the  amount  of 
his  wages.  In  general,  if  a  man  is  paid  less  than  the  average  wage 
in  the  section  of  the  country  where  he  is  employed,  he  will  do 
less  than  an  average  day's  work.  If  paid  higher  than  the  average 
wage,  he  will  do  a  large  day's  work.  But,  when, paid  the  average 
local  wages,  if  these  fluctuate  from  year  to  year,  the  laborers  will 
generally  do  less  work  in  the  periods  of  higher  prices  than  when  lower 
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prices  prevail,  because  high  prices  in  a  fluctuating  market  are  apt 
to  be  the  result  of  scarcity  of  labor  and  men  are  therefore  more 
independent.  If  working  by  the  day  they  cannot  be  hurried,  because 
if  discharged,  they  can  easily  get  another  job.  In  busy  times,  there- 
fore, a  contractor  frequently  must  not  only  pay  higher  rates  of  wages, 
but  he  receives,  at  the  same  time,  less  returns  for  a  day's  payment. 
The  excess  cost  due  to  this  cause  can  be  estimated  approximately 
by  judgment  by  an  experienced  contractor  or  engineer. 

The  physical  ability  of  men  is  a  variable  which  is  apt  to  average 
itself,  except  when  labor  is  scarce  and  it  is  necessary  to  employ  men 
unsuited  for  the  work  in  hand,  another  disadvantage  to  the  contrac- 
tor who  is  paying  high  wages  in  busy  times. 

The  temperature  may  affect  the  amount  of  work  performed.  On 
a  very  hot  day  or  a  very  cold  day,  men  are  apt  to  do  less  work  than 
when  the  temperature  is  moderate.  This  variable  need  not  be  con- 
sidered except  on  short  jobs  performed  in  exceptional  weather. 
Exceptional  climatic  conditions,  however,  such  as  work  in  the  Trop- 
ics or  in  the  Arctic  regions  require  special  study  to  determine  the 
proper  percentage  to  add  to  average  costs  of  labor. 

The  quality  of  the  foreman  on  a  construction  job  under  the  ordin- 
ary type  of  management  produces  an  astonishing  effect  on  the  amount 
of  work  accomplished  by  men  on  day  wages.  In  certain  cases  that 
have  come  under  the  observation  of  the  authors,  men  have  accom- 
plished 50  per  cent  more  work  in  a  given  time  under  a  first-class  fore- 
man than  similar  men  working  under  exactly  the  same  conditions 
with  a  poor  foreman  over  them.  This  dependence  of  the  contractor 
upon  his  foreman — and  it  is  not  by  any  means  confined  to  construc- 
tion work  but  is  just  as  much  in  evidence  in  old-fashioned  factory 
methods — illustrates  the  great  need  of  some  system  of  management 
which  will  eliminate  the  variation  in  cost  due  to  this  cause.  Func- 
tional foremen  acting  in  connection  with  a  planning  department, 
as  described  on  pages  82  to  86,  have  accomplished  this  object 
most  successfully  in  the  shops  which  have  adopted  scientific  manage- 
ment. 

ESTIMATES  AS  ACCURATE  AS  POSSIBLE 

The  objection  has  been  raised  sometimes  by  contractors  of  the 
old  school  that,  because  of  these  variations  in  labor  costs  that  are 
impossible  to  allow  for  in  advance  in  day-work  operation,  it  is  use- 
less to  attempt  accurate  estimates  of  labor.     As  a  matter  of  fact 
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the  actual  variation  in  cost  due  to  the  quality  of  the  men  seldom 
amounts,  in  money  value,  to  nearly  so  much  as  the  variations  in 
cost  due  to  varying  methods  of  work  and  local  conditions  which  can 
be  taken  care  of  if  the  items  are  properly  subdivided.  At  any  rate, 
any  argument  for  guess-work,  based  on  these  reasons,  is  wrong.  The 
fact  that  certain  variables  occur  that  must  be  allowed  for  by  judgment 
simply  shows  the  greater  necessity  for  making  provision  for  all  the 
variations  that  can  be  estimated.  Furthermore,  if  a  builder  has 
made  accurate  itemized  estimates  of  labor  costs  as  well  as  material 
costs  and  he  finds  that  this  estimate  is  being  exceeded,  he  knows  that 
something  is  wrong  and  it  is  up  to  him  to  determine  the  cause  and  if 
possible  to  rectify  it.  Not  only  this,  but  even  if  he  has  not  reached 
the  point  where  he  is  ready  to  introduce  a  system  which  is  really 
scientific,  the  subdivisions  which  he  has  used  in  his  estimate  will 
enable  him  to  lay  out  the  work  more  carefully  and  will  aid  him  in 
picking  out  the  weak  points. 

As  management  of  construction  work  becomes  more  scientific 
and  the  operations  of  the  various  men  are  planned  ahead  and  tasks 
laid  out,  these  variables  will  be  eliminated  in  a  very  great  measure. 
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CHAPTER  V 
TASK-WORK  IN  CONSTRUCTION 

The  labor  question  will  be  reduced  to  a  sound  basis  when  a  man  is 
paid,  not  a  lump  sum  per  day  regardless  of  his  efficiency,  but  in 
accordance  with  the  amount  of  effective  work  that  he  accomplishes. 
The  exact  form  in  which  the  man  is  rewarded  is  of  less  importance 
than  the  general  principle  that  he  must  receive  large  pay  whenever 
he  does  a  large  day's  work.  The  extra  wage  may  be  paid  directly 
as  day  wages  with  the  understanding  that  the  output  per  day  must 
equal  a  certain  amount;  it  may  be  in  form  of  piece-work,  provided 
the  rates  are  fixed  so  scientifically  that  no  cutting  of  rates  is  permitted; 
it  may  be  given  as  a  bonus  to  the  man  who  is  efficient;  or  it  may  be  in 
the  form  of  task-work  where  the  work  of  each  man  is  definitely  plan- 
ned in  advance  and  a  definite  time  is  scheduled  for  the  accomplish- 
ment of  each  task. 

The  introduction  of  any  of  these  forms  of  remuneration,  if  they 
are  to  prove  successful,  involves  the  formation  of  an  organisation 
that  will  plan  ahead  the  work  of  each  day  for  each  man  on  the  job. 
The  work  is  thus  laid  out  and  instruction  cards  made  that  will  tell 
the  men  or  the  foreman  not  only  what  to  do  but  how  to  do  it  in  the 
best  possible  manner  and  quickest  possible  time. 

This  may  seem  an  insurmountable  task  on  a  construction  job,  involv- 
ing, as  it  does,  a  systematic  arrangement  of  the  work  until  recently 
unheard  of  and  requiring  what  is  particularly  abhorrent  to  the  so- 
called  practical  man,  a  body  of  clerks  on  the  job  engaged  in  plan- 
ning the  work  and  taking  time-studies  upon  which  to  base  the  tasks. 
The  possibilities  of  such  a  system  for  increasing  output  and  reducing 
cost  are  shown,  however,  in  the  factories  that  have  adopted  scien- 
tific management.  In  these  shops,  task-work  methods  have  been 
introduced  into  most  intricate  classes  of  operations,  such  as  mis- 
cellaneous machine  shop  and  foundry  work,  as  well  as  into  simpler 
although  still  complicated  processes, — processes  more  complicated 
than  any  occurring  on  construction  work.  Establishments  adopting 
scientific  management  include  steel  works,  textile  manufactories,  shoe 
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factories,  metal  works,  printing  shops,  bleaching  works  and  in  fact 
practically  all  types  of  manufacturing  plants. 

Engineering  construction  in  one  respect  is  less  adapted  to  scientific 
organization  than  are  manufacturing  processes  because  the  jobs  are 
apt  to  be  of  short  duration.  On  the  o&ber  hand,  a  construction 
company  having  once  established  scientific\iece-rates  or  tasks  and 
systematized  the  methods  of  handling  them,  rifcav  use  them  on  sub- 
sequent work  of  a  similar  nature  with  but  little  alteration.  Besides 
this,  construction  operations  are  much  simpler  as  ^yru^e  tnan  ™e 
industrial  processes  in  factories  and  machine  shops. 

The  trend  of  construction  work  is  toward  better  and  beVter  or8an" 
ization.     Systems  of  cost  keeping  are  now  in  successful  ™e  m 
well-regulated  construction  companies,  which,  a  few  years  agcfr  w0 
have   been   considered   absolutely  impracticable.     With   sucS  s^s" 
terns,  the  performance  of  each  gang,  and  sometimes  in  factS 
performance  of  the  individual  man  is  recorded  and  tabulated,  sP  as 
to  give  the  complete  costs  each  day. 

The  next  important  step  will  be  to  make  a  thorough  and  minf e 
study  of  every  element  of  construction  work  so  as  to  determine,  if 
only  the  best,  but  the  cheapest  and  quickest  way  of  doing  each  sma 
part  of  each  kind  of  work;  and  then  will  follow,  inevitably,  the  intro 
duction  of  various  forms  of  payment  for  the  workmen  based,  not  or 
a  uniform  day  wage,  but  on  actual  performance  that  will  reward  th 
workman  who  accomplishes  his  work  quickly  and  well.  L 

In  the  present  volume  it  has  been  impossible,  because  of  the  smal 
number  of  thoroughly  organized  jobs,  to  present  complete  records 
of  time  and  cost  by  first-class  men  under  efficient  management. 
Most  of  the  times  and  costs,  therefore,  ar.e  based  on  average  con-< 
ditions  and  apply  more  accurately  to  the  estimating  and  control 
of  construction  work  where  the  men  are  paid  by  the  day  than  to  the, 
higher  forms  of  organization.     It  is  possible  however,  to  use  th*7 
material  presented  in  the  chapters  which  follow  as  a  basis  for  orgar* 
izing  the  construction  work  so  as  to  pay  the  men  in  proportion  to  tn 
actual  amount  of  their  output. 

The    first    introduction    of    scientific    management    is    expend 
because  it  involves  a  complete  change  in  the  manner  of  doing  wc  ^ 
In  fact,  any  methods  involving  the  introduction  of  unit  times 
costs  are  costly  because  of  the  amount  of  detail  study  wvo       ^ 
The  preparation  and  reorganization — the  getting  ready  to  ?r0*u\& 
results — is  the  most  difficult  part  of  the  performance,  and  1 
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not  be  entered  into  without  very  careful  consideration  and  a  thorough 
understanding  of  the  difficulties.  The  labor  of  making  the  time  studies 
for  fixing  rates  or  tasks  is  large,  although  it  constitutes  only  one  part 
of  the  plan  of  organization,  and  it  is  still  more  difficult  and  tedious 
to  work  up  these  notes  into  proper  form  to  obtain  averages  for  the 
fixing  of  piece  rates  or  tasks. 

In  spite  of  the  difficulty  and  the  expense  of  perfecting  an  organiza- 
tion that  will  handle  work  of  this  nature  according  to  this  method, 
the  introduction  of  scientific  methods  into  most  classes  of  construction 
work  will  pay  many  times  over.  On  the  first  job,  the  overhead  charges 
will  be  large,  but,  once  established  in  the  organization  of  a  contractor 
or  builder,  the  systematic  handling  of  men  and  materials  and  the 
increase  in  output  of  the  workers  will  lower  the  total  costs  to  a  remark- 
able degree.  In  some  kinds  of  work,  such  as  form  making,  the  systema- 
tizing has  paid  for  itself  from  the  very  beginning,  including  even  the 
s  expert  work  required  to  introduce  the  system. 

The  saving  in  cost  will  occur  in  the  following  ways: 
in     (1)     Materials  are  handled  systematically  and  therefore  more  eco- 
f  xx  nomically. 

711^(2)     Materials  are  placed  by  laborers  in  the  best  positions  for  eco- 
itroj  nomical  use.  - 

t  ori(3)     The  skilled  workman  is  instructed  exactly  how  to  do  his  work 
in   the   best  and  most   economical  way  and  loses  no  time 
waiting  for  instructions. 
No  time  is  lost  by  skilled  workmen  in  getting  materials. 
Time  is  saved  all  through  the  job  by  the  elimination  of  un- 
necessary operations. 
The  workman  turns  out  a  larger  amount  of  work  at  a  less  cost. 
Machinery  charges  are  reduced  because  of  larger  output  per  day. 
ien  the  men  are  paid  in  proportion  to  the  work  that  they  individ- 
ually do,  they  have  an  incentive  to  perform  a  quantity  of  work  largely 
in  excess  of  that  to  which  they  are  accustomed  when  working  by  the 
day.    This,  when  properly  managed,  results  in  higher  wages  for  the 
workman  and  lower  costs  for  the  employer. 

The  application  of  the  principles  and  methods  of  scientific  manage- 
ment to  construction  work  is  outlined  briefly  in  the  paragraphs  which 
follow. 

SCIENTIFIC     MANAGEMENT 

The  difference  between  the  old  methods  and  the  new  methods  of 
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management   is   discussed   by    Mr.  Taylor  in    "The   Principles  of 
Scientific  Management,"*  page  35: 

Under  the  old  type  of  management  success  depends  almost  entirely 
upon  getting  the  "initiative"  of  the  workmen,  and  it  is  indeed  a 
rare  case  in  which  this  initiative  is  really  attained.  Under  scientific 
management  the  "initiative"  of  the  workmen  (that  is,  their  hard 
work,  their  good-will,  and  their  ingenuity)  is  obtained  with  absolute 
uniformity  and  to  a  greater  extent  than  is  possible  under  the  old 
system;  and  in  addition  to  this  improvement  on  the  part  of  the  men, 
the  managers  assume  new  burdens,  new  duties,  and  responsibilities 
never  dreamed  of  in  the  past.  The  managers  assume,  for  instance, 
the  burden  of  gathering  together  all  of  the  traditional  knowledge 
which  in  the  past  has  been  possessed  by  the  workmen  and  then  classi- 
fying, tabulating,  and  reducing  this  knowledge  to  rules,  laws  and 
formulae  which  are  immensely  helpful  to  the  workmen  in  doing  their 
daily  work.  In  addition  to  developing  a  science  in  this  way,  the 
management  take  on  three  other  types  of  duties  which  involve  new 
and  heavy  burdens  for  themselves. 

These  new  duties  are  grouped  under  four  heads: 

First.  They  develop  a  science  for  each  element  of  a  man's  work, 
which  replaces  the  old  rule-of-thumb  method. 

Second.  They  scientifically  select  and  then  train,  teach,  and 
develop  the  workman,  whereas  in  the  past  he  chose  his  own  work 
and  trained  himself  as  best  he  could. 

Third.  They  heartily  cooperate  with  the  men  so  as  to  insure  all 
of  the  work  being  done  in  accordance  with  the  principles  of  the  science 
which  has  been  developed. 

Fourth.  There  is  an  almost  equal  division  of  the  work  and  the 
responsibility  between  the  management  and  the  workmen.  The 
management  take  over  all  work  for  which  they  are  better  fitted  than 
the  workmen,  while  in  the  past  almost  all  of  the  work  and  the  greater 
part  of  the  responsibility  were  thrown  upon  the  men. 

It  is  this  combination  of  the  initiative  of  the  workmen,  coupled 
with  the  new  types  of  work  done  by  the  management,  that  makes 
scientific  management  so  much  more  efficient  than  the  old  plan. 

Three  of  these  elements  exist  in  many  cases,  under  the  management 
of  "initiative  and  incentive,"  inasmall  and  rudimentary  way,  but  they 
are,  under  this  management,  of  minor  importance,  whereas  under  sci- 
entific management  they  form  the  very  essence  of  the  whole  system. 

The  fourth  of  these  elements,  "an  almost  equal  division  of  the 
responsibility  between  the  management  and  the  workmen,"  requires 
further  explanation.  The  philosophy  of  the  management  of  "ini- 
tiative and  incentive,"  makes  it  necessary  for  each  workman  to  bear 
almost  the  entire  responsibility  for  the  general  plan  as  well  as  for 
each  detail  of  his  work,  and  in  many  cases  for  his  implements  as 


"Harper  and  Brothers,  Publishers,  1911. 


byGoogk 


TASK-WORK  IN  CONSTRUCTION  77 

well.  In  addition  to  this  he  must  do  all  of  the  actual  physical  labor. 
The  development  of  a  science,  on  the  other  hand,  involves  the  estab- 
lishment of  many  rules,  laws,  and  formulae  which  replace  the  judg- 
ment of  the  individual  workman  and  which  can  be  effectively  used 
only  after  having  been  systematically  recorded,  indexed,  etc.  The 
practical  use  of  scientific  data  also  calls  for  a  room  in  which  to  keep 
the  books,  records,  etc.,  and  a  desk  for  the  planner  to  work  at. 
Thus,  all  of  the  planning  which  under  the  old  system  was  done  by  the 
workman,  as  a  result  of  his  personal  experience,  must  of  necessity 
under  the  new  system  be  done  by  the  management  in  accordance  with 
the  laws  of  the  science;  because  even  if  the  workman  was  well  suited 
to  the  development  and  use  of  scientific  data,  it  would  be  physically 
impossible  for  him  to  work  at  his  machine  and  at  a  desk  at  the  same 
time.  It  is  also  clear  that  in  most  cases  one  type  of  man  is  needed 
to  plan  ahead  and  an  entirely  different  type  to  execute  the  work. 

The  man  in  the  planning  room,  whose  specialty  under  scientific 
management  is  planning  ahead,  invariably  finds  that  the  work  can 
be  done  better  and  more  economically  by  a  subdivision  of  the  labor; 
each  act  of  each  mechanic,  for  example,  should  be  preceded  by  var- 
ious preparatory  acts  done  by  other  men.  And  all  of  this  involves, 
as  we  have  said,  "an  almost  equal  division  of  the  responsibility 
and  the  work  between  the  management  and  the  workman." 

To  summarize:  Under  the  management  of  "initiative  and  incen- 
tive"  practically  the  whole  problem  is  "up  to  the  workman,"  while 
under  scientific  management  fully  one-half  of  the  problem  is  "up  to 
the  management." 

Perhaps  the  most  prominent  single  element  in  modern  scientific 
management  is  the  task  idea.  The  work  of  every  workman  is  fully 
planned  out  by  the  management  at  least  one  day  in  advance,  and  each 
man  receives  in  most  cases  complete  written  instructions,  describing 
in  detail  the  task  which  he  is  to  accomplish,  as  well  as  the  means  to 
be  used  in  doing  the  work.  And  the  work  planned  in  advance  in 
this  way  constitutes  a  task  which  is  to  be  solved,  as  explained  above, 
not  by  the  workman  alone,  but  in  almost  all  cases  by  the  joint  effort 
of  the  workman  and  the  management.  This  task  specifies  not  only 
what  is  to  be  done  but  how  it  is  to  be  done  and  the  exact  time  allowed 
for  doing  it.  And  whenever  the  workman  succeeds  in  doing  his  task 
right,  and  within  the  time  limit  specified,  he  receives  an  addition  of 
from  30  per  cent  to  100  per  cent  to  his  ordinary  wages.  These  tasks 
are  carefully  planned,  so  that  both  good  and  careful  work  are  called 
for  in  their  performance,  but  it  should  be  distinctly  understood 
that  in  no  case  is  the  workman  called  upon  to  work  at  a  pace  which 
would  be  injurious  to  his  health.  The  task  is  always  so  regulated 
that  the  man  who  is  well  suited  to  his  job  will  thrive ^while  work- 
ing at  this  rate  during  a  long  term  of  years  and  grow  happier  and 
more  prosperous,  instead  of  being  overworked.  Scientific  manage- 
ment consists  very  largely  in  preparing  for  and  carrving  out  these 
tasks. 
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INTRODUCTION  OF  SCIENTIFIC  MANAGEMENT 

The  general  principles  to  follow  in  the  introduction  of  scientific 
management  in  the  simpler  types  of  work,  such  as  the  building  trades, 
are  similar  to  those  adopted  in  the  management  of  shops.  They 
are  presented  by  Mr.  Taylor  in  the  same  volume  from  which  we  have 
just  quoted,  page  116: 

The  science  which  exists  in  most  of  the  mechanic  arts,  is,  however, 
far  simpler  than  the  science  of  cutting  metals.  In  almost  all  cases, 
in  fact,  the  laws  or  rules  which  are  developed  are  so  simple  that  the 
average  man  would  hardly  dignify  them  with  the  name  of  science. 
In  most  trades,  the  science  is  developed  through  a  comparatively 
simple  analysis  and  time  study  of  the  movements  required  by  the 
workman  to  do  some  small  part  of  his  work,  and  this  study  is  usually 
made  by  a  man  equipped  merely  with  a  stop-watch  and  a  properly 
ruled  notebook.  Hundreds  of  these  "time-study  men"  are  now 
engaged  in  developing  elementary  scientific  knowledge  where  before 
existed  only  rule  of  thumb.  Even  the  motion  study  of  Mr.  Gilbreth 
in  bricklaying  (described  on  pages  77  to  84)  involves  a  much  more 
elaborate  investigation  than  that  which  occurs  in  most  cases.  The 
general  steps  to  be  taken  in  developing  a  simple  law  of  this  class  are  as 
follows: 

First.  Find,  say,  10  or  15  different  men  (preferably  in  as 
many  separate  establishments  and  different  parts  of  the  country) 
who  are  especially  skilled  in  doing  the  particular  work  to  be 
analyzed. 

Second.  Study  the  exact  series  of  elementary  operations  or  mo- 
tions which  each  of  these  men  uses  in  doing  the  work  which  is  being 
investigated,  as  well  as  the  implements  each  man  uses. 

Third.  Study  with  a  stop-watch  the  time  required  to  make  each 
of  these  elementary  movements  and  then  select  the  quickest  way  of 
doing  each  element  of  the  work. 

Fourth.  Eliminate  all  false  movements,  slow  movements,  and 
useless  movements. 

Fifth.  After  doing  away  with  all  unnecessary  movements,  col- 
lect into  one  series  the  quickest  and  best  movements  as  well  as  the 
best  implements. 

This  one  new  method,  involving  that  series  of  motions  which  can 
be  made  quickest  and  best,  is  then  substituted  in  place  of  the  ten 
or  fifteen  inferior  series  which  were  formerly  in  use.  This  best  method 
becomes  standard,  and  remains  standard,  to  be  taught  first  to  the 
teachers  (or  functional  foremen)  and  by  them  to  every  workman 
in  the  establishment  until  it  is  superseded  by  a  quicker  and  better  series 
of  movements.  In  this  simple  way,  one  element  after  another  of  the 
science  is  developed. 

In  the  same  way,  each  type  of  implement  used  in  a  trade  is  studied. 
Under  the  philosophy  of  the  management  of  "  initiative  and  incentive" 
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each  workman  is  called  upon  to  use  his  own  best  judgment,  so  as 
to  do  the  work  in  the  quickest  time,  and  from  this  results  in  all  cases 
a  large  variety  in  the  shapes  and  types  of  implements  which  are  used 
for  any  specific  purpose.  Scientific  management  requires  first,  a 
careful  investigation  of  each  of  the  many  modifications  of  the  same 
implement,  developed  under  rule  of  thumb;  and  second,  after  a  time 
study  has  been  made  of  the  speed  attainable  with  each  of  these  imple- 
ments, that  the  good  points  of  several  of  them  shall  be  united  in  a 
single  standard  implement,  which  will  enable  the  workman  to  work 
faster  and  with  greater  ease  than  he  could  before.  This  one  imple- 
ment, then,  is  adopted  as  standard  in  place  of  the  many  different 
kinds  before  in  use,  and  it  remains  standard  for  all  workmen  to  use 
until  superseded  by  an  implement  which  has  been  shown,  through 
motion  and  time  study,  to  be  still  better. 

With  this  explanation  it  will  be  seen  that  the  development  of  a 
science  to  replace  rule-of-thumb  is  in  most  cases  by  no  means  a  for- 
midable undertaking,  and  that  it  can  be  accomplished  by  ordinary, 
every-day  men  without  any  elaborate  scientific  training;  but  that,  on 
the  other  hand,  the  successful  use  of  even  the  simplest  improvement 
of  this  kind  calls  for  records,  system,  and  cooperation  where  in 
the  past  existed  only  individual  effort. 

There  is  another  type  of  scientific  investigation  which  has  been 
referred  to  several  times  in  this  paper,  and  which  should  receive  special 
attention,  namely,  the  accurate  study  of  the  motives  which  influ- 
ence men.  At  first  it  may  appear  that  this  is  a  matter  for  individual 
observation  and  judgment,  and  is  not  a  proper  subject  for  exact 
scientific  experiments.  It  is  true  that  the  laws  which  result  from 
experiments  of  this  class,  owing  to  the  fact  that  the  very  complex 
organism — the  human  being — is  being  experimented  with,  are 
subject  to  a  larger  number  of  exceptions  than  is  the  case  with  laws 
relating  to  material  things.  And  yet  laws  of  this  kind,  which  apply 
to  a  large  majority  of  men,  unquestionably  exist  as  a  guide  in  dealing 
with  men.  In  developing  these  laws,  accurate,  carefully  planned,  and 
executed  experiments,  extending  through  a  term  of  years,  have  been 
made,  similar  in  a  general  way  to  the  experiments  upon  various  other 
elements  which  have  been  referred  to  in  this  paper. 

Perhaps  the  most  important  law  belonging  to  this  class,  in  its 
relation  to  scientific  management  is  the  effort  which  the  task  idea 
has  upon  the  efficiency  of  the  workman.  This,  in  fact,  has  become 
sueh  an  important  element  of  the  mechanism  of  scientific  management, 
that  by  a  great  number  of  people  scientific  management  has  come 
to  be  known  as  "task  management. " 

There  is  absolutely  nothing  new  in  the  task  idea.  Each  one  of  us 
will  remember  that  in  his  own  case  this  idea  was  applied  with  good 
results  in  his  school-boy  days.  No  efficient  teacher  would  think  of 
giving  a  class  of  students  an  indefinite  lesson  to  learn.  Each  day  a 
definite,  clear-cut  task  is  set  by  the  teacher  before  each  scholar, 
stating  that  he  must  learn  just  so  much  of  the  subject;  and  it  is  only 
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by  this  means  that  proper,  systematic  progress  can  be  made  by  the 
students.  The  average  boy  would  go  very  slowly  if,  instead  of  being 
given  a  task,  he  were  told  to  do  as  much  as  he  could.  All  of  us  are 
grown-up  children,  and  it  is  equally  true  that  the  average  workman 
will  work  with  the  greatest  satisfaction,  both  to  himself  and  to  his 
employer,  when  he  is  given  each  day  a  definite  task  which  he  is  to 
perform  in  a  given  time,  and  which  constitutes  a  proper  day's  work 
for  a  good  workman.  This  furnishes  the  workman  with  a  clear-cut 
standard,  by  which  he  can,  throughout  the  day,  measure  his  own 
progress,  and  the  accomplishment  of  which  affords  him  the  greatest 
satisfaction. 

The  writer  has  described  in  other  papers  a  series  of  experiments 
made  upon  workmen,  which  have  resulted  in  demonstrating  the  fact 
that  it  is  impossible,  through  any  long  period  of  time,  to  get  workmen 
to  work  much  harder  than  the  average  men  around  them,  unless  they 
are  assured  a  large  and  a  permanent  increase  in  their  pay.  This 
series  of  experiments,  however,  also  proved  that  plenty  of  workmen 
can  be  found  who  are  willing  to  work  at  their  best  speed,  provided 
they  are  given  this  liberal  increase  in  wages.  The  workman  must, 
however,  be  fully  assured  that  this  increase  beyond  the  average  is 
to  be  permanent.  Our  experiments  have  shown  that  the  exact  per- 
centage of  increase  required  to  make  a  workman  work  at  his  highest 
speed  depends  upon  the  kind  of  work  which  the  man  is  doing. 

It  is  absolutely  necessary,  then,  when  workmen  are  daily  given  a 
task  which  calls  for  a  high  rate  of  speed  on  their  part,  that  they  should 
also  be  insured  the  necessary  high  rate  of  pay  whenever  they  are 
successful.  This  involves  not  only  fixing  for  each  man  his  daily 
task,  but  also  paying  him  a  large  bonus,  or  premium,  each  time  that 
he  succeeds  in  doing  his  task  in  the  given  time.  It  is  difficult  to 
appreciate  in  full  measure  the  help  which  the  proper  use  of  these  two 
elements  is  to  the  workman  in  elevating  him  to  the  highest  standard 
of  efficiency  and  speed  in  his  trade,  and  then  keeping  him  there, 
unless  one  has  seen  first  the  old  plan  and  afterwards  the  new  tried 
upon  the  same  man;  and  in  fact  until  one  has  seen  similar  accurate 
experiments  made  upon  various  grades  of  workmen  engaged  in  doing 
widely  different  types  of  work.  The  remarkable  and  almost  uni- 
formly good  results  from  the  correct  application  of  the  task  and  the 
bonus  must  be  seen  to  be  appreciated. 

These  two  elements,  the  task  and  the  bonus,  (which,  as  has  been 
pointed  out  in  previous  papers,  can  be  applied  in  several  ways), 
constitute  two  of  the  most  important  elements  of  the  mechanism  of 
scientific  management.  They  are  especially  important  from  the 
fact  that  they  are,  as  it  were,  a  climax,  demanding  before  they  can 
be  used  almost  all  of  the  other  elements  of  the  mechanism;  such  as 
a  planning  department,  accurate  time  study,  standardization  of 
methods  and  implements,  a  routing  system,  the  training  of  functional 
foremen  or  teachers,  and  in  many  cases  instruction  cards,  slide-rules, 
etc. 
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PRINCIPLES  OF  SCIENTIFIC  MANAGEMENT 

The  principles  are  stated  more  in  detail  on  page  128  of  "Principles 
of  Scientific  Management." 

The  history  of  the  development  of  scientific  management  up  to 
date,  however,  calls  for  a  word  of  warning.  The  mechanism  of  man- 
agement must  not  be  mistaken  for  its  essence,  or  underlying  philos- 
ophy. Precisely  the  same  mechanism  will  in  one  case  produce  dis- 
astrous results  and  in  another  the  most  beneficent.  The  same  mech- 
anism which  will  produce  the  finest  results  when  made  to  serve  the 
underlying  principles  of  scientific  management,  will  lead  to  failure 
and  disaster  if  accompanied  by  the  wrong  spirit  in  those  who  are 
using  it.  Hundreds  of  people  have  already  mistaken  the  mechanism 
of  this  system  for  its  essence.  Messrs.  Gantt,  Barth,  and  the  writer 
have  presented  papers  to  the  American  Society  of  Mechanical  Engi- 
neers on  the  subject  of  scientific  management.  In  these  papers  the 
mechanism  which  is  used  has  been  described  at  some  length.  As 
elements  of  this  mechanism  may  be  cited: 

Time  study,  with  the  implements  and  methods  for  properly  mak- 
ing it. 

Functional  or  divided  foremanship  and  its  superiority  to  the  old- 
fashioned  single  foreman. 

The  standardization  of  all  tools  and  implements  used  in  the  trades, 
and  also  of  the  acts  or  movements  of  workmen  for  each  class  of  work. 

The  desirability  of  a  planning  room  or  department. 

The  "  exception  principle"  in  management. 

The  use  of  slide-rules  and  similar  time-saving  implements. 

Instruction  cards  for  the  workman. 

The  task  idea  in  management,  accompanied  by  a  large  bonus  for 
the  successful  performance  of  the  task. 

The  "differential  rate." 

Mnemonic  system  for  classifying  manufactured  products  as  well 
as  implements  used  in  manufacturing. 

A  routing  system. 

Modern  cost  system,  etc. 

These  are,  however,  merely  the  elements  or  details  of  the  mechan- 
ism management.     Scientific  management,  in  its  essence,  consists 
of  a  certain  philosophy,  which  results,  as  before  stated,  in  a  com- 
bination of  the  four  great  underlying  principles  of  management: 
First.         The  development  of  a  true  science. 
Second.      The  scientific  selection  of  the  workman. 
Third.        His  scientific  education  and  development. 
Fourth.      Intimate  friendly  cooperation  between  the  manage- 
ment and  the  men. 

In  the  pages  that  follow,  the  methods  of  applying  scientific 
management  to  construction  work  are  outlined  briefly,      The  system 
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to  be  followed  is  subordinate  to  the  general  principles  that  have  just 
been  given.  Methods  that  have  proved  successful  in  shop  work, 
however,  are  also  being  adopted  in  construction.  These  include 
planning  the  work,  instruction  cards,  routing  the  materials,  lay- 
out of  tasks,  and  inspection  of  the  work  in  progress.  For  further 
and  more  complete  treatment  of  the  subject,  reference  should  be 
made  to  Mr.  Taylor's  book  "Shop  Management."* 

THE    PLANNING    DEPARTMENT 

It  is  now  customary,  before  beginning  a  large  job  in  construction, 
to  make  a  chart  that  shows  graphically  the  time  of  beginning  and 
completing  each  division  of  the  work  and,  in  fact,  each  class  of  work 
on  the  various  divisions.  For  example,  concrete  footings  may  be  sched- 
uled to  begin  April  7th  and  to  be  completed  April  20th;  the  making  of 
forms  for  the  columns  to  begin  March  15th;  the  setting  of  column 
forms  in  basement  to  begin  April  17th  and  to  be  completed  on  April 
22nd;  and  so  on.  Such  a  chart,  although  comparatively  new  in  con- 
struction work,  is  now  simply  a  matter  of  routine  with  many  con- 
struction companies. 

In  shop  work  under  scientific  management,  the  same  principle  has 
been  used  for  many  years  and  has  been  carried  out  much  more  com- 
pletely. The  work  that  each  man  should  perform  is  planned  out  at 
least  a  day  in  advance.  He  is  given  the  exact  time  in  which  he 
should  perform  this  task  in  order  to  earn  a  very  high  rate  of  pay, 
say,  from  25  per  cent  to  50  per  cent  above  his  usual  day  rate.  The 
department  which  outlines  these  tasks  is  the  planning  department 
and  it  holds  the  same  place,  so  far  as  the  performance  of  the  work 
is  concerned,  as  does  the  drafting  room  to  the  designing. 

In  shop  work,  the  planning  is  an  extremely  complicated  operation, 
involving,  as  it  does,  a  knowledge  of  the  exact  location  in  the  shop 
at  all  times  of  every  piece  in  process  of  manufacture,  and  a  detailed 
statement  of  the  work  which  must  be  done  upon  it,  as  well  as  the 
time  required  by  a  good  workman  to  do  this  work.  Detailed  planning 
as  applied  to  construction  work  is  much  simpler.  In  concreting  for 
example,  it  involves,  as  the  principal  plan,  the  layout  of  the  number  • 
of  batches  of  concrete  that  should  be  mixed  and  the  location  to 
which  they  are  to  go.  Many  of  the  operations  are  of  course  more 
complicated  than  this  and  require  trained  and  thoroughly  experienced 

*Harper  and  Brothers,  Publishers,  1911. 
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men  to  put  the  system  into  effect.  The  economy  resulting  from  care- 
ful planning,  however,  just  as  in  shop  work,  will  be  shown  by  the 
increased  output  per  man;  the  avoidance  of  friction  between  differ- 
ent men  and  different  gangs;  the  elimination  of  lost  time  in  looking 
up  work  and  looking  for  the  foreman;  the  saving  of  time  of  the  fore- 
man giving  verbal  instructions;  the  elimination  of  the  lost  time  in  be- 
ginning new  work  and  changing  from  one  job  to  another;  and  the 
added  expertness  which  will  be  acquired  by  the  men  who  have  a  certain 
thing  to  do  and  are  told  a  definite  way  to  do  it. 

ROUTING 

A  complete  system  of  routing  the  materials  so  that  they  will  reach 
the  right  workman  at  the  right  time  is  absolutely  essential  for  a 
thoroughly  organized  shop.  In  many  classes  of  construction  work, 
also,  the  materials  have  to  pass  through  the  hands  of  different  work- 
men and,  unless  they  receive  the  right  materials  at  the  right  time, 
there  is  delay  and  time  lost  by  high  priced  men  in  going  after  them 
when  they  could  as  well  have  been  brought  by  laborers. 

For  example,  in  making  up  forms,  the  proper  sizes  of  boards  or 
plank  should  be  brought  to  the  carpenter  by  the  gang  of  laborers. 
The  finished  sections  should  be  transported  to  the  building  and  raised 
from  floor  to  floor  by  laborers.  Necessary  cleats,  bolts,  V-strips, 
nails  and  other  items,  should  be  furnished  the  carpenters  in  the  same 
way,  so  as  to  avoid  the  loss  of  their  time. 

Methods  of  handling  the  materials  are  referred  to  more  fully  in 
Chapter  XVI  on  Forms.  Such  a  system  as  there  outlined  should 
be  in  charge  of  one  particular  man,  who  is  responsible  for  the  proper 
routing.  It  has  been  found  in  practice  that  the  routing  of  the  lumber 
and  of  the  finished  forms,  not  only  prepares  the  way  for  the  intro- 
duction of  task  work,  but  in  itself  alone  effects  a  great  saving  in  the 
labor  costs. 

INSTRUCTION   CARDS 

If  work  is  planned  in  advance,  it  is  necessary  to  tell  the  workmen 
HOW  to  perform  it.  In  shop  work,  this  is  accomplished  by  instruc- 
tion cards.  On  these  are  carefully  described  the  work  that  must 
be  done.  For  example,  the  instruction  card  in  a  binding  establish- 
ment for  the  laying  of  the  gold  leaf  on  covers  of  a  lot  of  books  shows 
the  sizes  of  gold  leaf  needed,  the  manner  of  cutting  them  out  of  the 
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sheet,  and  the  way  in  which  they  are  to  be  placed  on  the  cover.  The 
workman  then  knows  exactly  how  to  proceed,  and  the  saving  in  time 
and  in  gold  pays  over  and  over  again  for  the  few  minutes  required 
to  write  out  the  card. 

In  concrete  construction  work,  the  instruction  card  on  form  making, 
for  example,  consists  of  a  drawing  or  blue  print  showing  not  only  the 
dimensions  but,  as  well,  the  number  of  boards  in  the  section  of  form 
which  is  to  be  made,  the  location  of  the  cleats,  and  the  number  of 
nails  to  a  cleat.  If  the  same  job  is  to  be  repeated  over  and  over  by 
different  men,  the  sketches  are  simply  duplicated  by  carbon  paper 
or  blue  prints.  If  the  operations  are  slightly  different,  the  varia- 
tions may  be  designated  on  the  same  card  or  a  new  one  made  out. 

For  such  work  as  this,  one's  first  thought  is  the  expense  of  making 
the  sketches.  This,  of  course,  although  a  small  item,  is  an  appre- 
ciable one.  It  must  be  remembered,  however,  that  the  clerical  labor 
in  the  planning  department,  not  only  makes  the  workman's  task 
easier  by  telling  him  just  what  to  do,  but  indicates  the  quickest 
method  of  doing  it  so  that  he  may  avoid  unnecessary  operations. 
It  also  saves  the  time  of  the  foreman,  who  otherwise  must  give 
verbal  instructions  that  actually  waste  a  great  deal  of  his  time  and 
also  the  time  of  the  man  he  is  instructing. 

In  these  days  of  the  twentieth  century,  it  is  almost  inconceivable 
that  a  structure  should  be  built  without  full  plans  of  the  structural 
details  being  prepared  in  the  drafting  room.  It  is  universally 
recognized  that  the  saving  in  material  is  far  and  away  greater  than 
the  cost  of  the  drawings.  The  planning  department,  described 
above,  and  the  making  up  of  the  instruction  cards  is  to  the  work  of " 
construction  what  the  drafting  room  is  to  the  design,  and  the  saving 
in  labor  of  the  workmen  through  the  instruction  cards  corresponds 
to  the  saving  in  material  through  the  drawing  up  of  the  details  of 
design. 

FUNCTIONAL    FOREMAN 

In  ordinary  construction  work,  the  foreman  of  each  gang  is  supposed 
to  hire  his  men;  lay  out  and  sometimes  design  the  plant;  purchase 
small  supplies;  give  the  workmen  orders  as  to  what  they  shall  do; 
advise  them  how  to  do  each  piece  of  work;  reprimand  or  dis- 
charge them  if  they  do  not  do  their  work  well  or  quickly;  sometimes 
design  certain  structural  details,  such  as  forms;  and  at  all  times  keep 
watch  of  every  man  in  the  gang  to  see  that  he  is  working  at  full  speed, 
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This  multitude  of  duties  limits  the  number  of  men  that  a  foreman  can 
handle,  so  that  several  bosses  are  required  even  on  a  comparatively 
small  job.  It  demands,  also,  such  a  multitude  of  qualities  in  a  single 
man  that  not  one  foreman  in  twenty  can  handle  the  work  even 
with  a  fair  measure  of  economy.  Not  one  foreman  in  a  thousand 
will  attain  anywhere  near  maximum  efficiency.  In  other  words, 
the  ordinary  system  of  management  expects  the  impossible. 

In  ordinary  construction,  two  branches  which  formerly  belonged  to 
the  foreman's  duties,  are  separated  almost  always  from  them,  namely, 
the  design  and  the  inspection.  The  system  of  planning,  outlined 
above,  separates  still  another  function,  that  of  distributing  the  work. 
The  planning  idea  also  indicates  the  advantage  of  the  enlargement 
of  the  duties  of  the  inspectors  to  see  that  the  instruction  cards  are 
followed  properly.  When  the  piece  or  task- work  involves  quality,  the 
products  must  be  inspected  and  the  standard  maintained  by  vary- 
ing the  rate  paid  the  workman  in  accordance  with  the  quality  of 
his  work.  By  properly  adjusting  rates  in  this  way,  better  work  is 
assured  than  under  day-work.  Routing  involves  another  function. 
The  fixing  of  rates  or  tasks  involves  still  another.  The  repairs  to 
machinery  and  tools  is  also  a  class  of  work  that  well  may  come 
under  a  special  foreman  or  repair  boss. 

The  separation  of  these  functions  from  the  duties  of  the  regular 
foreman,  or  gang  boss,  permits  him  to  handle  more  men  and  to  per- 
form his  other  duties  more  efficiently.  As  a  matter  of  fact,  instead 
of  several  foremen  performing  identical  duties  with  different  gangs 
of  men,  there  will  be  as  many  or  more  foremen  but  each  will  handle 
a  certain  type  of  work. 

This  method  results,  in  construction  work,  in  the  separation  of 
the  functions  of  the  foremen  into: 

1.  Designer. 

2.  Instruction  card  man. 

3.  Route  clerk. 

4.  Cost  and  time  clerk. 

5.  Inspector. 

6.  Gang  boss  or  foreman  proper. 

7.  Repair  boss. 

On  a  small  job  several  of  these  functions  may  be  combined  in  a  single 
man.  This  method  results,  not  in  an  increase  in  the  total  force  of 
workers,  but  in  an  actual  and  very  considerable  reduction  of  men 
below  the  number  required  under  the  old  system,  because  under  the 
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new  system  the  work  is  so  carefully  planned  and  the  teaching  and 
oversight  of  the  workmen  is  so  thorough  that  the  men  work  more  effici- 
ently and  a  smaller  number  of  workmen  can  do  a  given  piece  of  work. 
The  work  is  simply  differently  divided,  various  parts  being  given  to 
men  who  can  perform  the  special  tasks  more  efficiently.  At  the 
same  time  the  workmen  are  relieved  of  the  duties  of  laying  out 
their  work  and  of  deciding  just  how  they  shall  do  it,  both  of  which 
in  a  complicated  job  take  a  great  deal  of  their  time.  The  workmen 
are  capable  therefore  of  turning  out  much  more  work  even  if  they 
do  not  work  at  any  faster  speed.  This  fact  has  been  proved  conclu- 
sively in  the  introduction  of  scientific  management  into  industrial 
establishments  and  similar  results  are  now  being  attained  in  construc- 
tion. The  output  has  been. largely  increased  even  before  any  piece- 
rates  or  tasks  have  been  given  to  the  men  as  a  reward  for  extra  effort. 

TASK-WORK 

The  organization  that  has  been  described  is  necessary  before  tasks 
can  be  laid  out  for  the  men  and  definite  prices  paid  them  for  the  per- 
formance of  a  given  job.  While  this  work  of  organization  is  progress- 
ing, however,  certain  jobs  may  well  be  laid  out  in  tasks  with  a  bonus. 
As  has  been  stated  above,  even  without  a  change  in  the  methods 
of  paying  the  men  the  plan  described  will  result  in  such  a  systemati- 
zation  that  the  economy  will  be  marked.  The  ultimate  aim,  however, 
is  the  introduction  of  task-work  or  some  similar  method  of  laying 
out  the  work  so  that  each  man  will  be  paid  in  proportion  to  the  amount 
of  work  that  he  accomplishes. 

Piece-work  consists  in  paying  a  man  a  certain  price  for  the  per- 
formance of  a  given  job.  Differential  piece-rates*  are  arranged  so 
that  a  man  who  does  an  extra  large  day's  work  receives  pay  not  only 
for  the  total  number  of  pieces  but  is  given  a  larger  rate  per  piece. 

In  task-work  the  time  that  a  man  ought  to  take  to  do  a  job  when 
working  hard  and  to  the  best  advantage  is  fixed  in  advance  and  if 
he  accomplishes  the  task  in  the  fixed  time  he  receives  a  bonus. 

Suppose,  for  example,  it  has  been  found  from  time  study  and  a 
combination  of  the  unit  times  that  a  carpenter,  allowing,  say,  20 
per  cent  for  unavoidable  delays  and  necessary  rest,  should  make,  by 
working  hard,  a  section  of  form  in  9.5  minutes.     If  he  accomplishes 

This  system  of  piece-work  is  described  in  a  paper  read  by  Mr.  Taylor  before 
The  American  Society  of  Mechanical  Engineers,  Vol.  XVI,  p.  856,  entitled  "A 
Piece-Rate  System.' ' 
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the  work  in  this  time  or  less,  he  will  be  given  for  the  period,  say, 
35  per  cent  more  pay  than  when  he  is  working  simply  by  the  day. 
If  his  day  rate  is  $0 .  50  per  hour,  his  regular  pay  for  9?  minutes  is 
7.9f£.  Adding  35  per  cent  will  give  him  a  price  per  form  of  10.7^ 
provided  he  makes  an  acceptable  lot  of  forms  in  the  specified  time.  In 
case  he  fails  to  make  them  within  the  time,  he  will  receive  his 
ordinary  day's  pay.  If  he  completes  10  sections  in  80  minutes  instead 
of  95  minutes,  he  will  be  paid  his  35  per  cent  bonus  on  the  full  95 
minutes  and  will  at  once  begin  on  the  next  task  so  that  he  will 
receive  even  higher  than  the  figured  rate,  and  he  will  have  an  incen- 
tive to  work  as  fast  as  possible.  If  any  of  the  forms  are  imperfect 
he  will  receive  a  smaller  rate  or  else  he  will  be  required  to  repair 
them  in  his  own  time. 

For  satisfactory  task- work,  exact  knowledge  is  necessary  of  the 
time  required  to  do  each  branch  of  the  work  and  scientific  methods, 
such  as  are  outlined  in  this  chapter  and  in  the  previous  one,  must  be 
employed  in  fixing  the  tasks. 

Great  care  must  be'used  in  setting  a  rate  to  be  sure  that  the  men 
can  accomplish  the  work  in  the  given  time.  If  they  fail  to  earn  their 
bonus,  they  immediately  become  discouraged.  On  the  other  hand, 
if  the  time  given  is  longer  than  necessary,  the  men  will  earn  more 
than  was  planned  for  them  and  will  probably  start  "soldiering"  so  as 
to  prevent  their  employer  from  knowing  that  a  wrong  task  has  been 
set.  Accurate  fixing  of  tasks  and  rates  by  experienced  men  is  ab- 
solutely essential'to  success. 

STEPS  IN  DETERMINING  TIMES  AND  FIXING   TASKS 

The  steps  to  be  taken  in  determining  unit  times  and  costs  are 
outlined  in  this  chapter.  The  application  of  the  tables  of  time  and 
cost,  in  succeeding  chapters,  to  the  fixing  of  piece-rates  or  to  estimating 
costs  are  given  in  connection  with  the  tables.  The  processes  here 
described  also  illustrate  the  methods  followed  in  compiling  the  data 
from  which  the  tables  in  this  book  have  been  computed  and  they  also 
give  the  principal  steps  that  are  necessary  in  taking  time  notes  for 
operations  not  covered  by  the  tables  or  upon  which  comparative 
values  are  required. 

Time-study  by  stop-watch  observations  has  been  found  by  the 
authors  to  be  the  most  satisfactory,  and,  in  fact,  the  only  way  of 
obtaining  accurate  data  on  unit  times. 
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The  fundamental  principle,  as  previously  stated,  lies  in  separating 
the  time  of  any  operation  into  smaller  times  or  unit  times,  for  the 
purpose  of  using  these  unit  times  in  various  combinations.  The 
purpose  of  this  discussion  is  to  describe  the  proper  methods  of  obtain- 
ing these  unit  times,  of  combining  them  for  use  in  determining  costs 
or  for  establishing  piece-rates  or  tasks,  and,  if  piece-work  or  task- 
work is  the  object,  of  putting  the  rates  thus  obtained  into  prac- 
tical use.  The  steps  which  apply  only  to  piece-work  or  task- work 
are  noted  as  such. 

The  essential  steps  to  be  taken,  which  are  considered  in  detail  on 
the  pages  noted,  are  as  follows:  * 

First.  Procure  two  stop-watches  reading  preferably  to  hundredths 
of  a  minute  instead  of  to  seconds  and  prepare  proper  blanks,  espec- 
ially ruled  and  printed  and  headed,  upon  which  the  times  observed 
can  be  rapidly  and  accurately  entered.  A  holder  for  the  watches  and 
blanks  in  the  form  of  a  book  or  pad  facilitates  the  taking  of  records. 
This  is  more  fully  discussed  on  page  89. 

Second.  Train  the  man  who  is  to  take  the' observations  with  the 
stop-watch  in  the  use  of  his  watch  and  blanks,  by  having  him  observe 
various  kinds  of  work  and  record  the  proper  times.     See  page  90. 

Third.  Divide  the  job  which  is  to  be  observed  into  %  definite 
small  parts  or  units,  so  that  there  may  be  absolute  uniformity  in  com- 
paring and  combining  the  unit  times.     See  page  90. 

Fourth.  For  cost  observations,  time  separately  as  many  men  as  pos- 
sible on  each  operation  or  unit.  For  setting  tasks,  adopt  some  means 
for  inducing  a  first-class  laborer  to  work  at  his  best  speed,  on  the  job 
which  is  to  be  observed,  for  at  least  a  long  enough  time  to  make  nec- 
essary unit  observations.     See  page  90. 

Fifth.  Observe,  with  the  assistance  of  the  stop-watch,  or  stop- 
watches, the  time  required  to  perform  the  unit  parts  of  the  operation, 
repeating  the  observations  on  each  unit  until  a  satisfactory  average 
is  obtained.  Observe  also  the  time  spent  by  the  man  or  men  in  rest- 
ing and  all  other  necessary  delays,  carefully  distinguishing  between 
those  that  are  avoidable*  and  those  that  are  unavoidable.  See 
page  91. 

Sixth.  Combine  the  unit  times,  and  decide  upon  a  proper  allow- 
ance for  rest.  For  cost  observation,  this  time  may  be  at  once  reduced 
to  cost,  and  percentages,  or  separate  items,  for  superintendence  and 
for  general  expense  added  to  the  sum.  For  piece-work  or  task- 
work, rates  may  be  fixed  from  these  times  for  the  job  observed,  tak- 
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ing  care  to  see  that  each  rate  is  large  enough  so  that  a  first-class 
man  will  earn  considerably  more  than  his  regular  day  wages.  See 
pages  91  and  92, 

Seventh.  In  piece-work  or  task- work,  select  one  single  laborer  to 
start  on  the  work,  and  never,  under  any  circumstances,  start  more  than 
one  man  on  a  job  unless  the  rate  is  divided  among  a  gang  of  men  as 
in  mixing  the  concrete.  Continue  right  on  with  this  one  man,  or 
this  gang,  until  they  have  made  an  actual  success  of  the  work  and 
have  succeeded  in  earning  good  wages  and  in  turning  out  the  requi- 
site amount  of  work.     See  page  92. 

Eighth.  In  applying  piece-work  or  task-work,  start  one  man 
after  another  at  work.     See  page  93. 

Ninth.  Finally,  take  up  other  work  of  similar  nature,  using,  as 
far  as  possible,  the  unit  times  which  have  already  been  fixed  in  cal- 
culating the  new  costs  or  the  new  rates,  and  fill  in  the  required 
new  units  by  observations  made  in  a  similar  way  to  those  already 
described.     See  page  93. 

These  steps  may  be  considered  one  by  one  as  follows: 

(1)  Implements.  The  object  in  using  watches  whose  dials  read 
to  hundredths  of  a  minute  instead  of  to  seconds  is  to  simplify  the 
clerical  work  in  combining  times  and  working  up  rates.  The  con- 
struction of  the  works  of  the  watch  is  also  an  important  matter. 
The  ordinary  stop-watch  works  entirely  from  the  stem.  The  first 
pressure  of  the  stem  starts  the  watch,  the  second  pressure  of  the  stem 
stops  it,  and  the  third  pressure  sends  the  hands  back  to  zero.  This 
leads  to  confusion  and  occasional  error.  A  much  better  style  of  watch 
for  time  observations  is  one  in  which  the  starting  and  stopping  of 
the  watch  is  entirely  independent  of  the  movement  which  throws 
it  back- to  zero.  Such  a  watch  can  be  constructed  so  that  the  pres- 
sure of  the  stem  throws  the  hand  back  to  zero  at  any  time,  while 
the  starting  and  stopping  is  performed  by  a  slide,  or  by  a  push  but- 
ton, on  the  side  of  the  case.  The  object  of  this  separation  of  the 
movements  is  to  make  it  possible  to  stop  the  watch  at  any  point 
and  start  it  again  from  the  same  point  without  throwing  the  hands 
to  zero.  It  is  sometimes  desirable,  for  example,  to  obtain  the  exact 
net  time  of  a  man  upon  a  certain  operation  and  it  is  convenient  to 
have  a  watch  that  can  be  stopped  whenever  the  man  stops  work,  or 
for  a  moment  turns  to  some  other  task,  and  then  started  again  when 
he  resumes  the  original  operations. 

The  blanks  for  recording  the  time  observations  may  be  adapted 
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for  a  single  class  of  work,  or  they  may  be  printed  so  that  all  kinds  of 
timing  can  be  recorded  upon  the  same  form.  The  latter  is  the  best 
plan  for  cost  observations  on  construction  work  or  for  introducing 
piece-work.  On  page  95,  a  form  of  blank  is  given  which  the  authors 
have  found  satisfactory  in  practical  work  on  engineering  construc- 
tion; a  slight  variation  of  the  wording  adapts  it  to  factory  observa- 
tions also.  The  methods  of  entering  the  times  upon  this  are  des- 
cribed in  the  second  step  which  follows. 

It  is  inconvenient  to  hold  the  stop-watch  in  the  hand  when  taking 
observations  and,  to  .avoid  this,  a  case  may  be  used  in  the  form  of  a 
book  with  pockets  to  hold  the  watches,  and  means  of  operating  them, 
if  desired,  without  the  knowledge  of  the  workman  who  is  being  timed; 
or  a  board  may  be  arranged  to  hold  the  note  sheet  with  a  pocket 
underneath  to  hold  the  watch.  A  watch  book  is  illustrated  and  des- 
cribed on  page  96. 

(2)  Training  Men  to  Make  Time  Study.  The  second  step,  which 
suggests  the  training  of  the  man  before  he  actually  begins  his  regular 
observations,  may  seem  unnecessary.  There  is,  however,  a  great  knack 
in  taking  time  observations  properly  and  accurately,  and  there  are 
various  methods  of  taking  the  times  and  of  handling  the  watches,  some 
of  which  are  suited  to  one  class  of  work,  while  others  are  suited  to 
different  operations. 

(3)  Division  of  Operations  into  Units.  An  analysis  of  each  opera- 
lion,  that  is,  a  division  into  small  parts  or  units,  is  one  of  the  most 
important  features.  This  requires  on  the  part  of  thfe  observer,  not 
only  a  thorough  knowledge  of  time-study  methods,  but  also  a  knowl- 
edge of  the  process  upon  which  the  workman  i$  engaged.  The  study 
of  the  process  is  made  by  recording  the  units  or  elements  in  each  opera- 
tion and  then  deciding  upon  just  what  units  must  be  selected  to  satisfy 
all  conditions.  The  units  must  be  small  enough  so  that  they  can  be 
recombined  to  form  various  complete  operations.  The  advantage  of 
unit  time  methods,  as  compared  with  the  taking  of  over-all  times,  is 
discussed  on  page  55. 

The  principles  and  methods  of  time-study,  which  involves  this  analy- 
sis of  operations,  are  of  so  great  importance  that  they  are  taken  up 
at  length  on  page  94. 

(4)  Timing  the  Men.  The  fourth  step,  when,  for  the  purpose  of 
obtaining  records  for  piece  or  task-work,  a  first-class  laborer  must 
be  induced  to  work  at  his  best  speed,  requires  considerable  tact.  Men 
who  work  by  the  day  are  apt  to  be  opposed  to  piece-work  or  task- 
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work  until  they  see  its  benefits  to  themselves.  One  just  reason  fon 
this  opposition  is  because  piece-work  as  usually  established  consists 
of  fixing  a  rate,  and  then,  as  soon  as  the  men  make  more  than  day 
wages,  of  cutting  this  rate  again  and  again  until  they  are  doing  more 
work  than  formerly  but  receiving  for  it  no  more  pay.  Because  of 
this  feeling  among  the  men  it  is  usually  preferable  to  adopt  task- work, 
as  described  on  page  86,  instead  of  straight  piece-work. 

(5)  Observations.  The  method  of  observing  the  times,  mentioned 
as  the  fifth  step,  is  considered  at  length  on  page  94.  As  is  there 
stated,  the  object  is  to  find  the  net  times  required  by  either  an 
average  man  or  by  a  first-class  man  to  perform  each  elementary 
part  of  the  job  for  which  an  average  cost  of  a  rate  is  desired,  and 
then  to  find  the  percentage  of  the  day  required  by  such  a  man  for 
rest  and  other  necessary  delays. 

For  very  important  units  which  are  to  be  used  in  combination 
over  and  over  again  in  different  operations,  a  large  number  of  times 
are  necessary,  often  several  hundred  for  each  element.  For  less 
important  units  which  occur  seldom,  and  the  time  of  which,  there- 
fore, constitutes  a  very  small  percentage  of  a  man's  daily  work,  but 
few  observations  are  necessary.  Again,  the  time  of  some  elements 
will  be  very  uniform,  while  that  of  another  unit  will  vary  largely. 
The  large  variation  is  most  apt  to  appear  in  units  which  occur  very 
seldom,  and  therefore  the  variation  does  not  so  seriously  affect  the 
final  average  or  the  fixing  of  the  rate.  If  large  variation  occurs  in  a 
time  unit  which  is  to  be  used  frequently,  the  only  method  of  allow- 
ing for  it  is  to  take  an  extra  large  number  of  observations  and  average 
them.  If  this  is  done,  the  most  extreme  differences  can  be  harmon- 
ized. Usually  large  variations  will  be  found  to  be  due  to  unsys- 
tematic arrangements. 

(6)  Final  Averages  and  Rate-fixing.  The  fixing  of  the  rate 
or  the  task,  which  is  considered  as  the  sixth  step,  is  done  in  the  office 
after  the  unit  times  are  obtained  and  averaged.  In  the  first  place, 
a  rate  per  day  which  the  management  is  willing  to  permanently  pay 
really  good  men  must  be  selected.  This  rate  of  pay  should  be  high 
enough  so  that  the  men  will  be  induced  to  perform  the  largest  day's 
work  of  which  they  are  capable  without  physical  deterioration.  It 
is  no  part  of  this  system  that  men  should  be  overworked,  or  "speeded 
up"  as  it  is  frequently  called,  but  the  tasks  should  all  be  set  so  that  a 
man  suited  to  this  class  of  work  will  thrive  under  it  and  grow  stronger 
through  a  term  of  years.     It  must  be  borne  in  mind,  however,  that 
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this  high  wage  should  be  earned  only  by  really  good  men.  One  object 
in  systematic  task- work  is  to  eliminate  from  any  class  of  work  the 
sluggards  and  those  who  are  mentally  or  physically  unfitted  for  the 
job.  Piece-work  or  task-work,  when  properly  applied,  automati- 
cally selects  for  each  class  of  work  the  men  who  are  best  capable  of 
doing  it. 

Having  selected  the  rate  of  pay  per  day  which  first-class  men  may 
be  allowed  to  earn  permanently  on  piece-work  or  task- work,  reduce 
this  for  convenience  to  rate  per  minute.  Having  found  the  number 
of  minutes  in  which  a  first-class  man  should  perform  a  certain  piece 
of  work  and  added  a  percentage  for  rests  and  other  necessary  delays, 
the  price  per  piece  is  simply  the  product  of  this  time  multiplied  by  the 
man's  rate  per  minute.  Piece-rate  prices  may  be  fixed  upon  each 
unit  operation  or  upon  each  particular  job  which  is  distinct  in  itself. 
The  time  for  any  task  is  obtained  by  adding  together  the  unit  times 
of  performing  the  divisions  of  work  of  which  the  job  consists.  To  the 
time  obtained  by  this  summation,  an  allowance  for  rest  and  other 
necessary  delays  must  always  be  added. 

The  method  of  obtaining  this  percentage  for  rest  for  piece-work 
rates,  or  for  tasks,  is  best  found  by  offering  one  or  more  first-class 
men  a  special  incentive  to  work  at  a  proper  rate  of  speed  for  an  entire 
day  or  for  several  entire  days.  The  actual  percentage  of  rest  can 
thus  be  found  by  observation.  It  is  easy  to  tell  whether  the  man  is 
constantly  maintaining  his  proper  rate  of  speed  by  taking  occasional 
observations  of  the  time  he  occupies  in  doing  certain  units  of  an  oper- 
ation and  comparing  these  unit  times  with  the  average  unit  times 
which  were  found  in  previous  steps  in  the  time  study. 

In  connection  with  this  rate  fixing,  it  is  well  to  call  attention  to 
the  fact  that  the  term  "first-class"  man  refers  to  a  workman  who 
is  a  steady  worker  and  especially  adapted  for  the  work  which 
he  has  to  do.  In  any  gang  of  men  there  will  be  an  occasional  one 
who  is  an  extraordinary  worker.  Such  a  man  should  earn  even  higher 
wages  than  the  rate  fixed  upon  as  proper  for  a  first-class  man.  If  it 
is  such  extraordinary  men  as  this  who  are  observed  in  order  to 
obtain  unit  times,  data  thus  recorded  should  be  corrected  to  bring 
them  down  to  values  suited  to  a  gang  of  first-class  men  employed 
on  task- work. 

(7)  Starting  Piece-work  or  Task-work.  The  seventh  step, 
which  marks  the  first  actual  commencement  of  piece-work,  or  task- 
work, is  an  important  one.     As  noted  in  the  outline,  a  single  worker 
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should  be  started  on  the  work,  and  only  one.  He  should  have  every 
possible  facility  to  do  his  work,  and  other  men  should  be  kept  from 
interfering  with  him.  One  of  the  best  men  on  the  job  should  be  se- 
lected, and  he  should  be  encouraged  to  make  even  on  the  first  day 
larger  wages  than  his  regular  day  rate.  If  this  is  impossible  on  the 
first  day,  he  should  at  least  be  able  to  see  at  night  that  with  slight 
changes  in  his  method  of  work  he  can  easily  reach  the  speed  which 
will  bring  him  the  higher  pay.  This  one  man  should  be  kept  at  work 
alone  until  he  has  made  an  actual  success  of  the  work,  so  that 
he  is  earning  the  wages  selected  by  the  Company  as  the  pay  a  first- 
class  man  should  make.  To  do  this,  he  will,  of  course,,  have  to  turn 
out  the  estimated  amount  of  work  in  the  given  time. 

Although  gang-work  is  always  less  satisfactory  than  individual 
work,  the  work  of  several  men  may  depend  so  closely  upon  each  other 
that  the  rate  or  the  task  must  be  made  for  the  gang,  and  the  men  of 
one  small  gang  started  together  instead  of  separately. 

If  more  than  one  man  or  one  gang  is  started  at  once,  there  is  apt 
to  be  trouble.  Some  of  the  men  will  be  apt  to  make  less  pay  than 
they  ought  to  make,  or  will  fail  in  accomplishing  the  task  in  the  time 
set — usually  because  they  do  not  try — and  they  will  talk  the  matter 
over  and  figure  out  grievances,  instead  of  going  at  the  job  in  earnest, 
and  may  refuse  to  work. 

(8)  Starting  other  Men.  After  one  man  has  made  a  success  of  the 
work  and  is  earning  good  pay,  the  eighth  step,  that  of  starting  other 
men  at  work,  is  more  simple.  The  only  safe  plan,  however,  is  to 
put  the  men  on  piece-work,  or  task-work,  one  after  another.  The 
men  must  be  impressed  with  the  fact  that  the  intention  of  the  manage- 
ment is  to  allow  them  to  earn  permanently  considerably  larger  wages 
per  day  than  they  have  ever  earned  on  day-work. 

(9)  Fixing  other  Rates.  The  fixing  and  introducing  of  other 
rates,  the  ninth  and  final  step,  is  accomplished  in  a  similar  way  to 
that  described  for  the  first  rate.  The  work  next  selected  should  be 
as  nearly  like  the  first  as  possible  so  that  the  unit  times  already 
obtained  will  be  useful  in  making  up  the  new  rates.  This  use  of  the 
same  values  in  different  operations  not  only  greatly  facilitates  the 
fixing  of  rates  but  also  makes  it  practically  certain  that  the  rates 
will  be  uniform,  that  is,  that  two  men  of  equal  ability,  working  on 
two  different  jobs  at  a  similar  rate  of  speed,  will  earn  substantially 
the  same  wages  per  day. 
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METHODS  OF  TIME-STUDY 

The  methods  of  analyzing  operations  and  making  time-studies  have 
been  referred  to,  but  the  subject  is  so  important  that  it  may  well  be 
discussed  at  length.  A  description  of  methods  of  making  time-studies 
is  given  in  a  paper  by  Mr.  Taylor,*  of  which  the  following  paragraphs 
apply  to  this  discussion: 

In  the  course  of  this  work,  Mr.  Thompson  has  developed  what 
are  in  many  respects  the  best  implements  in  use,  and  with  his  per- 
mission some  of  them  will  be  described.  The  blank  form  or  note 
sheet  used  by  Mr.  Thompson,  shown  in  Fig.  8,  page  95,  contains 
essentially : 

(1)  Space  for  the  description  of  the  work  and  notes  in  regard  to 
it. 

(2)  A  place  for  recording  the  total  time  of  complete  operations 
that  is,  the  gross  time,  including  all  necessary  delays^  for  doing 
a  whole  job  or  large  portions  of  it. 

(3)  Lines  for  setting  down  the  "detail  operations,"  or  " units" 
into  which  any  piece  of  work  may  be  divided,  followed  by  columns 
for  entering  the  averages  obtained  from  the  observations. 

(4)  Squares  for  recording  the  readings  of  the  stop  watch  when 
observing  the  times  of  these  elements.  (If  these  squares  are  filled, 
additional  records  can  be  entered  on  the  back.)  The  size  of  the 
sheets,  which  should  be  of  best  quality  ledger  paper,  is  8f  inches 
wide  by  7  inches  long,  and  by  folding  in  the  centre  they  can  be 
conveniently  carried  in  the  pocket,  or  placed  in  a  case  containing 
one  or  more  stop  watches. 

This  case,  or  "watch  book,"  is  another  device  of  Mr.  Thomp- 
son. It  consists  of  a  frame  work;  containing  concealed  in  it,  one, 
two  or  three  watches,  whose  stop  and  start  movements  can 
be  operated  by  pressing  with  the  fingers  of  the  left  hand  upon  the 
proper  portion  of  the  cover  of  the  note-book  withoutt  the  knowledge 

*"Shop  Management,"  by  Frederick  W.  Taylor,  a  paper  read  before  the  American 
Society  of  Mechanical  Engineers  and  published  by  Harper  and  Brothers,  1911. 

"(The  writer  does  not  believe  at  all  in  the  policy  of  spying  upon  the  workman  when 
taking  time  observations  for  the  purpose  of  time  study.  If  the  men  observed  are 
to  be  ultimately  affected  by  the  results  of  these  observations,  it  is  generally  best  to 
come  out  openly,  and  let  them  know  that  they  are  being  timed,  and  what  the  object 
of  the  timing  is.  There  are  many  cases,  however,  in  which  telling  the  workman  that 
he  was  being  timed  in  a  minute  way  would  only  result  in  a  row  and  in  defeating  the 
whole  object  of  the  timing;  particularly  when  only  a  few  time  units  are  to  be  studied 
on  one  man's  work,  and  when  this  man  will  not  be  personally  affected  by  the  results 
of  the  observations.  In  these  cases,  the  watch  book  of  Mr.  Thompson,  holding  the 
watches  in  the  cover,  is  especially  useful.  A  good  deal  of  judgment  is  required  to 
know  when  to  time  openly  or  the  reverse. 
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of  the  workman  who  is  being  observed.  The  frame  is  bound  in 
a  leather  case  resembling  a  pocket  note-book,  and  has  a  place  for 
the  note  sheets  described.  A  sketch  of  this  watch-book  is  shown 
in  Fig.  9.     The  operation  selected  for  illustration  on  the  note  sheet 


is  the  excavation  of  earth  with  wheelbarrows,  and  the  values  given 
are  fair  averages  of  actual  contract  work  where  the  wheelbarrow 
man  fills  his  own  barrow.  It  is  obvious  that  similar  methods  of  ana- 
lyzing and  recording  may  be  applied  to  work  ranging  from  unloading 
coal  to  skilled  labor  on  fine  machine  tools.  - 
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The  method  of  using  the  note  sheets  for  timing  a  workman  is  as 
follows: 

After  entering  the  necessary  descriptive  matter  at  the  top  of  the 
sheet,  divide  the  operation  to  be  timed  into  its  elementary  units, 
and  write  these  units  one  after  another  under  the  heading  "Detail 
Operations."  (If  the  job  is  long  and  complicated,  it  may  be  analyzed 
while  the  timing  is  going  on,  and  the  elementary  units  entered  then 


Fig.  9.    Watch-book  for  Time-Study  (See  p.  95) 

instead  of  beforehand.)  In  wheelbarrow  work,  as  illustrated  in  the 
example  shown  on  the  note  sheet  (Fig.  8),  the  elementary  units  con- 
sist of  "filling  barrow,"  "starting"  (which  includes  throwing  down 
shovel  and  lifting  handles  of  barrow),  "wheeling  full,"  etc.  These 
units  might  have  been  further  subdivided — the  first  one  into  time 
for  loading  one  shovelful,  or  still  further  into  the  time  for  filling  and 
the  time  for  emptying  each  shovelful. 

The  letters  a,  b,  c,  etc.,  which  are  printed,  are  simply  for  con- 
venience in  designating  the  elements. 

We  are  now  ready  for  the  stop  watch,  which,  to  save  clerical 
work,  should  be  provided  with  a  decimal  dial  similar  to  that 
shown  in  Fig.  10.  The  method  of  using  this  and  of  recording  the 
times  depends  upon  the  character  of  the  time  observations.  In  all 
cases,  however,  the  stop  watch  times  are  recorded  in  the  columns 
headed  "Time"  at  the  top  of  the  right-hand  half  of  the  note  sheet. 
These  columns  are  the  only  place  on  the  face  of  the  sheet  where  stop- 
watch readings  are  to  be  entered.     If  more  space  is  required  for  these 
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times,  another  sheet  should  be  started.  The  rest  of  the  figures  (except 
those  on  the  left-hand  page,  which  may  be  taken  from  an  ordinary 
timepiece)  are  the  results  of  calculation,  and  may  be  made  in  the 
office  by  any  clerk. 

As  has  been  stated,  the  method  of  recording  the  stop-watch 
observations  depends  upon  the  work  which  is  being  observed.  If 
the  operation  consists  of  the  same  element  repeated  over  and  over, 
the  time  of  each  may  be  set  down  separately;  or,  if  the  element  is 
very  small,  the  total  time  of,  say,  ten  may  be  entered  as  a  frac- 
tion, with  the  time  for  all  ten  observations  as  the  numerator,  and 
the  number  of  observations  for  the  denominator. 

In  the  illustration,  the  operation  consists  of  a  series  of  ele- 
ments. In  such  a  case,  the  letters  designating  each  elementary  unit 
are  entered  under  the  columns  "Op.,"  the  stop-watch  is  thrown  to 
zero,  and  started  as  the  man  commences  to  work.     As  each  new 


Fig.  10.     Decimal  Dial  (See  p.  96) 

division  of  the  operation  (that  is,  as  each  elementary  unit  or  "unit 
time,")  is  begun,  the  time  is  recorded.  During  any  special  delay 
the  watch  may  be  stopped,  and  started  again  from  the  same  point, 
although,  as  a  rule,  Mr.  Thompson  advocates  allowing  the  watch 
to  run  continuously,  and  enters  the  time  of  such  a  stop,  designat- 
ing it  for  convenience  by  the  letter  "  Y". 

In  the  case  we  are  considering,  two  kinds  of  materials  were 
handled — sand  and  clay.  The  time  of  each  of  the  unit  times, 
except  the  filling,  is  the  same  for  both  sand  and  clay;  hence,  if  we 
have;  sufficient  observations  on  either  one  of  the  materials,  the  only 
element  of  the  other  which  requires  to  be  timed,  is  the  loading. 
This  illustrates  one  of  the  merits  of  the  elementary  system. 

The  column  "Av."  is  filled  from  the  preceding  column. 
The  figures  thus  found  are  the  actual  net  times  of  the  different 
"unit  times."  These  unit  times  are  averaged  and  entered  in  the 
"Time"  column,  on  the  lower  half  of  the  right-hand  page,  preceded, 
in  the  "No."  column,  by  the  number  of  observations  which  have 
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been  taken  of  each  unit.  These  times,  combined  and  compared 
with  the  gross  times  on  the  left-hand  page,  will  determine  the 
percentage  lost  in  resting  and  other  necessary  delays.  A  con- 
venient method  for  obtaining  the  time  of  an  operation,  like  pick- 
ing, in  which  the  quantity  is  difficult  to  measure,  is  suggested  by 
the  records  on  the  left-hand  page. 

The  percentage  of  the  time  taken  in  rest  and  other  neces- 
sary delays,  which  is  noted  on  the  sheet  as,  in  this  case,  about  27 
per  cent,  is  obtained  by  a  comparison  of  the  average  net  "time  per 
barrow"  on  the  right  with  the  "time  per  barrow"  on  the  left.  The 
latter  is  the  quotient  of  the  total  time  shoveling  and  wheeling 
divided  by  the  number  of  loads  wheeled. 

It  must  be  remembered  that  the  example  given  is  simply  for 
illustration.  To  obtain  accurate  average  times,  for  any  item  of 
work  under  specified  conditions,  it  is  necessary  to  take  observations 
upon  a  number  of  men,  each  of  whom  is  at  work  under  conditions 
which  are  comparable.  The  total  number  of  observations  which  should 
be  taken  of  any  one  elementary  unit  depends  upon  its  variableness 
and  also  upon  its  frequency  of  occurrence  in  a  day's  work. 

An  expert  observer  can,  on  many  kinds  of  work,  time  two 
or  three  men  at  the  same  time  with  the  same  watch,  or  he  can  oper- 
ate two  or  three  watches — one  for  each  man.  A  note  sheet  can 
contain  only  a  comparatively  few  observations.  It  is  not  conven- 
ient to  make  it  of  larger  size  than  the  dimensions  given,  when  a 
watch-book  is  to  be  used,  although  it  is  perfectly  feasible  to  make 
the  horizontal  rulings  8  lines  to  the  inch  instead  of  5  lines  to  the 
inch  as  on  the  sample  sheet.  There  will  have  to  be,  in  almost  all 
cases,  a  large  number  of  note  sheets  on  the  same  subject.  Some 
system  must  be  arranged  for  collecting  and  tabulating  these  records. 

For  tabulating  the  unit  times  and  recording  the  information 
taken  on  the  note  sheets,  sheets  of  stiff  ledger  paper  14  by  18  inches 
are  convenient.  Horizontal  lines  are  ruled,  6  per  inch,  every  third 
line  brown,  and  the  other  two  light  green.  Vertical  green  lines  are 
placed  f  inch  apart,  every  third  line  heavy. 

The  method  of  combining  the  unit  times  on  such  work  as  carting 
and  wheelbarrow  work  is  illustrated  on  pages  233  and  302,  and 
formulas  are  given  there  that  show  how,  with  a  comparatively  few 
units,  combinations  can  be  made  which  will  apply  to  all  ordinary 
conditions. 

In  the  illustration  recorded  on  the  note  sheet,  Fig.  8,  page  95, 
"Filling  barrow  with  sand"  is  given  as  a  unit.  In  practice,  to 
provide  for  other  kinds  of  earth,  other  sizes  of  barrow,  and  differ- 
ence in  shovels,  this  must  be  divided  into  time  per  shovelful.  Or 
better  still,  since  the  filling  of  the  shovel  varies  with  the  material, 
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while  the  throw  varies  with  the  distance  thrown  and  the  lift,  divide 
into  even  smaller  elements.  Quoting  again  from  Mr.  Taylor's 
"Shop  Management:" 

The  division  of  a  given  job  into  its  proper  elementary  units,  before 
beginning  the  time-study,  calls  for  considerable  skill  and  good  judg- 
ment. If  the  job  to  be  observed  is  one  which  will  be  repeated  over 
and  over  again,  or  if  it  is  one  of  a  series  of  similar  jobs  which  form 
an  important  part  of  the  standard  work  of  an  establishment,  or 
of  the  trade  which  is  being  studied,  then  it  is  best  to  divide  the  job 
into  elements  which  are  rudimentary.  In  some  cases  this  sub- 
division should  be  carried  to  a  point  which  seems  at  first  glance  almost 
absurd. 

For  example,  in  the  case  of  the  study  of  the  art  of  shoveling  earth, 
handling  a  shovelful  of  dirt  is  subdivided  into, 

5  =  "Time  filling  shovel  and  straightening  up  ready  to  throw,"  and 
/  =  "Time  throwing  one  shovelful." 

The  first  impression  is  that  this  minute  subdivision  of  the 
work  into  elements,  neither  of  which  takes  more  than  five  or  six 
seconds  to  perform,  is  little  short  of  preposterous;  yet  if  a  rapid 
and  thorough  time  study  of  the  art  of  shoveling  is  to  be  made, 
this  subdivision  simplifies  the  work,  and  makes  time-study  quicker 
and  more  thorough. 

The  reasons  for  this  are  twofold: 

(1)  In  the  art  of  shoveling  dirt,  for  instance,  the  study  of  fifty 
or  sixty  small  elements,  like  those  referred  to  above,  will  enable 
one  to  fix  the  exact  time  for  many  thousands  of  complete  jobs  of 
shoveling,  constituting  a  very  considerable  proportion  of  the  entire 
art. 

(2)  The  study  of  single  small  elements  is  simpler,  quicker,  and 
more  certain  to  be  successful  than  that  of  a  large  number  of  ele- 
ments combined.  The  greater  the  length  of  time  involved  in  a 
single  item  of  time-study,  the  greater  will  be  the  likelihood  of  inter- 
ruptions or  accidents,  which  will  render  the  results  obtained  by 
the  observer  questionable  or  even  useless. 

There  is  a  considerable  part  of  the  work  of  most  establish- 
ments that  is  not  what  may  be  called  standard  work,  namely,  that 
which  is  repeated  many  times.  Such  jobs  as  this  can  be  divided  for 
time  study  into  groups,  each  of  which  contains  several  rudimentary 
elements.  .  A  division  of  this  sort  will  be  seen  by  referring  to  the 
data  entered  on  face  of  card  on  Fig.  8,  page  95. 

In  this  case,  instead  of  observing,  first,  the  "time  to  fill  a 
shovel,"  and  then  the  time  to  "throw  it  into  a  wheelbarrow,"  etc., 
a  number  of  these  more  rudimentary  operations  are  grouped  into 
the  single  operation  of:  a  =  "Time  filling  a  wheelbarrow  with  any 
material,"  and  studied  as  a  whole. 
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In  beginning  time-studies,  great  care  must  be  used  in  the  taking 
of  observations.     Quoting  further  from  "Shop  Management :" 

The  mistake  usually  made  by  beginners  is  that  of  failing 
to  note  in  sufficient  detail  the  various  conditions  surrounding  the 
job.  It  is  not  at  first  appreciated  that  the  whole  work  of  the  time 
observer  is  useless  if  there  is  any  doubt  as  to  even  one  of  these  con- 
ditions. Such  items,  for  instance,  as  the  name  of  the  man  or  men 
on  the  work,  the  number  of  helpers,  and  exact  description  of  all 
of  the  implements  used,  even  those  which  seem  unimportant,  such, 
for  instance,  as  the  diameter  and  length  of  bolts  and  the  style  of 
clamps  used,  the  weight  of  the  piece  upon  which  work  is  being 
done,  etc. 

It  is  also  desirable  that,  as  soon  as  practicable  after  taking 
a  few  complete  sets  of  time  observations,  the  operator  should  be 
given  the  opportunity  of  working  up  one  or  two  sets  at  least  by 
summing  up  the  unit  times  and  allowing  the  proper  per  cent  of 
rest,  etc.,  and  putting  them  into  practical  use,  either  by  comparing 
his  results  with  the  actual  time  of  a  job  which  is  known  to  be  done 
in  fast  time,  or  by  setting  a  time  which  a  workman  is  to  live  up  to. 

The  actual  practical  trial  of  the  time  student's  work  is  most 
useful,  both  in  teaching  him  the  necessity  of  carefully  noting  the 
minutest  details  and,  on  the  other  hand,  convincing  him  of  the  practi- 
cability of  the  whole  method  and  in  encouraging  him  in  future  work. 

In  making  time  observations,  absolutely  nothing  should  be  left 
to  the  memory  of  the  student.  Every  item,  even  those  which 
appear  self-evident  should  be  accurately  recorded.  The  writer, 
and  the  assistant  who  immediately  followed  him,  both  made  the 
mistake  of  not  putting  the  results  of  much  of  their  time  study  into 
use  soon  enough,  so  that  many  time  observations  which  extended 
over  a  period  of  months  were  thrown  away,  in  most  instances  because 
of  failure  to  note  some  apparently  unimportant  detail. 

It  may  be  needless  to  state  that  when  the  results  of  time 
observations  are  first  worked  up,  it  will  take  far  more  time  to  pick 
out  and  add  up  the  proper  unit  times,  and  allow  the  proper  percent- 
ages of  rest,  etc.,  than  it  originally  did  for  the  workman  to  do  the 
job.  This  fact  need  not  disturb  the  operator,  however.  It  will 
be  evident  that  the  slow  time  made  at  the  start  is  due  to  his  lack  of 
experience,  and  he  must  take  it  for  granted  that  later  many  short- 
cuts can  be  found,  and  that  a  man  with  an  average  memory  will  be 
able  with  practice  to  carry  all  of  the  important  time  units  in  his 
head. 

No  system  of  time  study  can  be  looked  upon  as  a  success 
unless  it  enables  the  time  observer,  after  a  reasonable  amount  of 
study,  to  predict  with  accuracy  how  long  it  should  take  a  good  man 
to  do  almost  any  job  in  the  particular  trade,  or  branch  of  a  trade, 
to  which  the  time  student  has  been  devoting  himself.  It  is  true 
that  hardly  any  two  jobs  in  a  given  trade  are  exactly  the  same, 
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and  that  if  a  time  student  were  to  follow  the  old  method  of  studying 
and  recording  the  whole  time  required  to  do  the  various  jobs  which 
came  under  his  observation,  without  dividing  them  into  their  ele- 
ments, he  would  make  comparatively  small  progress  in  a  lifetime, 
and  at  best  would  become  a  skilful  guesser.  It  is,  however,  equally 
true  that  all  of  the  work  done  in  a  given  trade  can  be  divided  into 
a  comparatively  small  number  of  elements  or  units,  and  that,  with 
proper  implements  and  methods,  it  is  comparatively  easy  for  a  skilled 
observer  to  determine  the  time  required  by  a  good  man  to  do 
any  one  of  these  elementary  units. 

Having  carefully  recorded  the  time  for  each  of  these  ele- 
ments, it  is  a  simple  matter  to  divide  each  job  into  its  elementary 
units,  and  by  adding  their  times  together,  to  arrive  accurately  at 
the  total  time  for  the  job.  The  elements  of  the  art  which  at  first 
appear  most  difficult  to  investigate  are  the  percentages  which 
should  be  allowed,  under  different  conditions,  for  rest  and  for  acci- 
dental or  unavoidable  delays.  These  elements  can,  however,  be 
studied  with  about  the  same  accuracy  as  the  others. 

Perhaps  the  greatest  difficulty  rests  upon  the  fact  that  no 
two  men  work  at  exactly  the  same  speed.  The  writer  has  found  it 
best  to  take  his  time  observations  on  first-class  men  only,  when  they 
can  be  found;  and  these  men  should  be  timed  when  working  at  their 
best.  Having  obtained  the  best  time  of  a  first-class  man,  it  is  a 
simple  matter  to  determine  the  percentage  which  an  average  man  will 
fall  short  of  this  maximum. 

It  is  a  good  plan  to  pay  a  first-class  man  an  extra  price 
while  his  work  is  being  timed.  When  workmen  once  understand 
that  the  time-study  is  being  made  to  enable  them  to  earn  higher 
wages,  the  writer  has  found  them  quite  ready  to  help  instead  of 
hindering  him  in  his  work. 

Sometimes,  when  the  unit  times  are  exceedingly  small  and  an 
operation  is  made  up  of,  say,  four  of  these  units,  the  time  may  be 
observed  by  the  method  of  "cycles,"  that  is,  instead  of  recording 
the  time  of  each  unit,  the  time  of,  say,  two  or  three  units  in  varying 
combinations  may  be  recorded  and  the  single  times  worked  up  by 
algebra.  This  is  discussed  by  Mr.  Taylor  in  "Shop  Management."* 

To  one  who  has  not  made  a  careful  study  of  the  matter,  it  may 
seem  that  these  small  sub-divisions  of  time  are  entirely  too  minute 
to  be  of  practical  use.  Perhaps  the  best  answer  to  this  criticism  is 
the  fact  that  they  have  been  employed  in  the  establishment  of  rates 
where  the  pay  of  the  men  at  work  averaged  for  an  entire  year  within 
less  than  2  per  cent  of  the  pay  which  the  rate  fixer  intended  they 
should  earn.     In  the  yard  work  of  the  Bethlehem  Steel  Company, 

♦Shop  Management,  p.  172,  Harper  and  Brothers,  Publishers,  1911. 
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for  example,  it  was  decided  that  first-class  laborers  (who  had  previ- 
ously earned  on  day-work  $1 .  15  per  day  of  ten  hours)  should  earn 
on  piece-work  $1 .  85.  After  fixing  the  rates,  and  afterwards  making 
change  in  only  two  out  of  nearly  a  hundred  rates,  the  laborers  at 
the  end  of  a  year  had  averaged  $1 .  88  per  day. 

In  many  operations  it  is  unnecessary,  of  course,  to  make  such 
fine  divisions  as  are  given  above.  For  example,  if  in  a  certain  estab- 
lishment only  one  kind,  or  possibly  only  two  kinds,  of  material  are 
shoveled,  the  operation  of  shoveling  may  be  separated  merely  into 
the  time  per  shovelful.  There  is  little  danger,  however,  of  making 
the  observation  too  minute  and  the  units  too  small.  A  beginner  will 
invariably  tend  to  the  other  extreme.  As  we  have  said,  the  degree 
of  subdivision  must  depend  upon  the  character  of  the  work  and  its 
similarity  to  other  operations  which  are  going  on. 

TASK-WORK    IN    CONCRETING 

In  some  of  the  divisions  of  concrete  work,  it  is  impossible  to  base 
the  pay  of  each  man  upon  his  individual  work,  so  that  the  gang 
method  of  piece-work  or  task-work  must  be  adopted  for  at  least 
a  part  of  the  operations.  In  the  hand- mixing  of  concrete,  the  work 
of  the  men  is  so  interchangeable  that  the  rate  must  be  based  upon 
the  number  of  batches  mixed  per  hour,  or  better  still,  upon  the  vol- 
ume of  concrete  laid.  Even  here,  however,  each  man  must  have  a 
definite  set  of  operations  to  perform.  If  certain  of  the  men  do  more 
arduous  labor  or  work  of  a  higher  class  than  the  others,  the  rate  may 
be  divided  so  that  they  shall  receive  a  larger  proportion  than  the  others 
of  the  rate  per  batch.  The  work  of  supplying  the  materials  for  the 
concrete,  if  performed  by  different  men,  may  be  based  on  separate 
rates.  The  transporting  of  the  concrete  may  also  have  a  separate 
rate  when  performed  by  a  different  gang,  provided  the  gang  is  large 
enough  so  that  it  can  be  varied  to  allow  each  man  to  work  as  hard 
as  he  desires,  irrespective  of  the  output  of  the  mixing  gang.  The 
carpenters  building  forms  can  frequently  work  alone  although  it  is 
customary  to  arrange  gangs  of  two. 

Rate-fixing  from  Cost  Tables.  On  the  preceding  pages  are  de- 
scribed the  methods  of  fixing  the  times  and  the  rates  of  pay  in  cases 
where  there  are  no  data  recorded  upon  which  to  base  the  rates.  How- 
ever, by  means  of  the  tables  in  succeeding  chapters,  rates  may  be 
fixed  without  the  necessity  of  obtaining  new  values  upon  ail  the  unit 
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operations.     In  order  to  utilize  these  tables,  rates  may   be  fixed  as 
follows: 

(1)  Record  upon  first-class  laborers,  a  large  number  of  times  of 
several  unit  operations,  as  described  in  the  fourth  and  fifth  steps 
on  page  88.  At  least  twenty-five  observations  should  be  made 
upon  each  operation,  and  enough  operations  selected  to  cover,  "when 
added  together,  at  least  one-quarter  of  the  working  time  of  the  men. 

(2)  Add  a  percentage  to  the  average  of  each  of  these  unit  times 
to  allow  for  rest  and  necessary  delay.  If  first-class  men,  who  are 
working  with  some  incentive,  such  as  extra  pay  for  that  particular 
day,  have  been  observed,  the  percentage  to  add  to  the  net  unit  times 
may  be  in  the  neighborhood  of  30  per  cent,  but  should  be  selected 
in  each  case  after  very  careful  study. 

(3)  -  Find  the  relation  or  ratio  of  the  times  just  found  (after  add- 
ing the  percentage  for  rest  and  delay)  to  the  corresponding  times 
for  quick  men  in  the  tables  in  this  book.  This  ratio  is  the  sum  of 
the  times  just  found  by  observation,  divided  by  the  sum  of  the  times 
for  first-class  men  (from  the  tables)  for  the  same  operations. 

(4)  Assume  the  ratio  thus  found  to  apply  not  only  to  these 
operations,  but  to  each  of  the  other  operations  which  have  not  been 
newly  timed.  Hence,  to  obtain  times  applicable  to  piece-work  or 
task-work  multiply  the  "quick  men"  times  in  the  tables  by  this 
ratio. 

(5)  Select  from  the  tables  the  proper  combination  of  operations 
to  satisfy  the  conditions  of  the  job  under  consideration,  add  the  times 
decreased  or  increased  by  the  ratio,  and  multiply  the  sum  thus  found 
by  the  rate  per  minute  corresponding  to  the  rate  per  hour  or  per  day 
which  the  laborer  is  expected  to  earn  when  doing  a  maximum  day's 
work  on  piece-work.  The  fixing  of  a  price  for  a  task  has  been 
illustrated  on  page  91. 

A  PIECE-WORKER  MUST  EARN  MORE  THAN  A  DAY- 
WORKER 

The  rate  of  pay  of  each  man  must  be  fixed  so  that  when  executing 
piece-work  or  task- work  at  the  specified  speed,  he  will  be  able  to 
earn,  day  after  day,  a  much  larger  pay  than  he  has  been  accustomed 
to  receive  when  at  work  by  the  day.  The  amount  of  this  excess  pay 
should  vary  with  the  nature  of  the  work.  We  may  say  that  it  should 
never  be  less  than  20  per  cent  greater,  and  in  some  cases  should  be 
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as  much  as  75  per  cent  greater.  An  increase  of  35  per  cent  has  been 
found  satisfactory  in  a  large  number  of  cases.  When  a  gang  rate  is 
necessary,  as  in  mixing  concrete,  the  amount  which  men  do  in  excess 
of  average  laborers  on  day-work  will  be  less  than  when  each  man  is 
working  for  himself  and  consequently  the  men  will  be  satisfied  with 
a  smaller  percentage  of  increase. 

A  piece-worker  or  task-worker  may  be  expected  to  perform  from 
li  to  5  times  as  much  work  as  the  average  man  at  work  by  the 
day,  this  measure  being  due  largely  to  the  systematizing  and  the 
elimination  of  unnecessary  operations. 

AUTOMATIC  SELECTION  OF  MEN 

One  of  the  principles  of  properly  applied  task-work,  as  has  been 
stated,  is  its  automatic  selection  of  the  men  best  fitted  for  the  work  to 
be  done.  After  tasks  are  fixed  for  mixing  concrete,  if  it  is  discovered 
that  one  or  two  men  are  holding  back  the  rest  of  the  gang  because 
they  are  lazy  or  not  physically  adapted  to  the  labor,  other  and  proper 
laborers  must  be  substituted. 

In  a  set  of  scientific  studies  on  the  labor  of  loading  pig  iron  on  to 
the  cars,  which  is  an  extraordinarily  severe  task,  Mr.  Taylor  found 
that  only  10  per  cent  of  those  tried  were  first-class  men,  about  25 
per  cent  of  the  total  number  could  do  fairly  well,  and  the  remaining  Q5 
per  cent  were  unable  to  keep  up  with  the  work  and  had  to  be  given 
some  other  job  to  do. 

ABILITY  TO  STAND  PIECE-WORK  OR  TASK-WORK 

Actual  experience  of  the  authors  with  piece-work  upon  heavy 
labor,  as  shoveling  coal  and  handling  pig  iron,  indicates  that  men  who 
are  fitted  for  such  heavy  work  can  keep  it  up  day  after  day,  month 
after  month,  and  year  after  year  without  deterioration.  There- 
fore, it  need  not  be  feared  that  men  will  go  beyond  their  strength" 
when  working  on  concreting  by  the  piece  or  the  task,  provided  they 
are  physically  adapted  to  the  labor. 

REDUCTION  IN  GENERAL  EXPENSE 

In  estimating  the  saving  of  cost  due  to  the  introduction  of  any  sys- 
tem of  increasing  the  labor  output,  there  is  always  a  large  saving  in 
overhead  charges,  in  addition  to  the  actual  wage  saving,  because  of 
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the  earlier  completion  of  the  job.  The  interest  on  the  cost  of  the 
plant  and  the  overhead  charges  for  office  rent  and  salaries  are  reduced 
in  proportion  to  the  time  saved,  while  the  fact  that  the  structure  is 
ready   for  use  ahead  of   time  is  frequently  of  great  money  value. 

BY-PRODUCTS 

If  the  men  on  any  job,  or  even  a  few  of  them,  are  earning  higher  pay 
than  usual  because  of  task-work  or  piece-work,  the  general  tone  is 
improved.  One  of  the  most  important  advantages  is  that  the  day- 
workers  catch  the  spirit  and  increase  their  output;  the  tools  and  the 
machinery  have  to  be  kept  up  to  the  mark;  and  the  men  as  a  whole 
take  an  interest  in  reducing  the  costs. 

SCIENTIFIC  MANAGEMENT  ON  CONSTRUCTION  JOBS 

At  the  date  of  the  issue  of  the  first  edition  of  this  book,  1912,  build- 
ers are  only  just  beginning  to  realize  the  saving  in  cost  that  can  be 
effected  on  ordinary  construction  work  by  systematizing  their  means 
of  handling  workmen.  Enough  has  been  accomplished,  however,  to 
show  that  methods  adopted  by  Mr.  Taylor  in  shop  management 
can  also  be  used  successfully  in  construction  operations. 

One  of  the  classes  of  work  where  shop  methods  have  proved  espe- 
cially satisfactory  is  in  the  making  and  erecting  of  forms  for  reinforced 
concrete  buildings.  An  outline  of  the  plans  employed  in  this  work 
will  serve  as  an  illustration  of  such  organization. 

Form  making,  as  usually  carried  on,  is  unsystematic  and  costly. 
The  approximate  quantity  of  lumber  is  figured  and  ordered  in  ran- 
dom lengths.  The  foremen  are  given  general  floor  plans  of  the  build- 
ing and,  from  these,  they  figure  out  the  net  dimensions  of  the  forms; 
they  then  lay  out  on  each  carpenter  bench  the  general  makeup  of 
a  form  section  and  the  carpenters  select  from  the  nearest  lumber  pile 
the  sizes  of  board  or  plank  that  best  fit  these  sections  and  put  the 
pieces  together  according  to  their  own  judgment. 

The  methods  introduced  by  Mr.  Thompson,  with  the  assistance 
of  Mr.  William  O.  Lichtner,  are  described  in  detail  in  Chapter  XVI. 
In  the  first  place,  sketch  plans  are  drawn,  and  the  best  arrangement 
for  the  benches  and  all  details  of  the  work  throughout  are  studied. 
The  lumber  is  ordered  to  length  and  width  that  will  fit  the  general 
run  of  forms  with  the  least  waste  and  is  piled  systematically  as  it  is 
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unloaded  from  the  cars.  It  is  then  routed  by  means  of  tickets  to  the 
sawmill,  from  which  it  is  taken  by  laborers  and  piled  close  to  the  car- 
penter benches. 

Adopting  these  methods,  i.e.,  by  thoroughly  systematizing  the  work, 
even  without  any  task-work,  two  carpenters  working  an  8-hour  day 
have  made  day  after  day  50  sections  of  beam  forms,  18|  inches  wide 
by  20  feet  4  inches  long,  using  lj-inch  lumber  and  2  by  3-inch 
cleats.  By  taking  time-studies  and  fixing  tasks,  a  still  further  in- 
crease has  been  effected,  so  that  60  sections  were  made  per  8-hour 
day. 

The  essentials  of  this  scheme  involve  the  principles  already  dis- 
cussed in  this  chapter:  the  planning  of  the  work  in  advance;  the  pro- 
viding of  clerks  with  special  duties  or  functions  to  perform;  the  in- 
structing of  the  workmen  in  their  duties;  the  routing  (or  proper 
movement)  of  the  materials  from  one  place  to  another;  and,  finally, 
the  setting  of  tasks  by  means  of  time-studies. 

On  other  construction  work,  where  skilled  labor  is  necessary,  the 
same  methods  are  applicable.  If  the  work  calls  only  for  unskilled 
labor,  such  as  shoveling,  the  organization  is  even  simpler,  since  less 
routing  is  required.  Even  under  these  conditions,  however,  it  is 
necessary  to  follow  the  same  general  scheme  and  have  a  system  of 
tickets  or  cards  with  brief  instructions  so  as  to  lay  out  the  work  in 
advance  and  provide  means  for  recording  the  tasks. 
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CHAPTER  VI 

PROPORTIONING  CONCRETE 

Economical  proportioning  of  concrete  does  not  always  consist 
in  using  the  leanest  possible  mixture.  If  the  quantity  to  be  laid  is 
small,  it  is  sometimes  cheaper  to  use  materials  at  hand,  selecting  the 
proportions  arbitrarily  and  adding  an  excess  of  cement  to  insure  the 
required  strength  and  water-tightness,  rather  than  to  make  the  tests 
required  for  the  more  scientifically  proportioned  mixture.  On  the  other 
hand,  upon  large  or  important  work,  it  pays  from  the  standpoint  of 
dollars  and  cents  to  make  thorough  studies  of  the  aggregates,  carefully 
grading  the  materials  so  as  to  use  the  smallest  possible  quantity  of 
cement,  which  is  always  the  most  expensive  ingredient. 

This  fact  has  been  seriously  overlooked  in  the  past,  and  thousands 
of  dollars  sometimes  have  been  wasted  on  single  jobs  by  neglecting 
laboratory  tests  and  studies  or  by  errors  in  theory.  By  adjusting  the 
proportions  of  the  aggregates  instead  of  selecting  them  arbitrarily,  a 
concrete  of  equal  density,  strength  and  water-tightness  may  be  made 
almost  always  with  the  use  of  less  cement.  On  a  certain  job,  for  exam- 
ple, where  water-tight  concrete  was  required,  a  net  saving  was  effected 
of  74  cents  per  cubic  yard  by  carefully  grading  the  materials.  The 
resulting  concrete  was  as  water-tight  as  the  richer  mixture,  in  which 
the  proportions  were  selected  by  judgment. 

A  full  description  of  the  principles  of  proportioning  is  presented  in 
the  authors'  complete  work  "Concrete,  Plain  and  Reinforced" 
and  data  relating  to  sand  and  stone  are  given  there. 

In  the  present  chapter,  a  few  of  the  more  important  principles  which 
directly  affect  the  cost  of  concrete  under  ordinary  conditions  are  de- 
scribed and  instructions  are  given  for  the  economical  selection  of  sand 
and  stone.    These  instructions  comprise  practical  rules  for  the  builder. 

ROUGH    RULES    FOR    PROPORTIONS 

If  the  work  is  not  expensive  or  important  enough  to  warrant  special 
proportioning  of  the  materials  and  grading  of  the  aggregates,  the  mix- 
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ture  must  be  chosen  more  or  less  arbitrarily.    The  following  general 
rules  indicate  the  best  plan  to  follow. 

(1)  Proportion  the  cement  to  sand  by  judgment  in  accordance  with 
the  character  of  the  construction,  using  a  larger  percentage  of  cement 
with  a  fine  sand  than  with  a  coarse  sand.    (See  p.  117.) 

(2)  Use,  as  a  trial,  twice  as  much  of  broken  stone  or  gravel  as 
of  sand  by  volume. 

(3)  Vary  the  proportion  of  broken  stone  or  gravel,  increasing  the 
quantity  if  there  is  an  excess  of  mortar  in  the  concrete  as  it  is  being 
handled  and  placed  and  using  as  much  of  this  coarse  aggregate  as  is 
possible  without  producing  noticeable  voids  or  stone  pockets  in  the 
concrete. 

(4)  In  stating  the  proportions  in  specifications,  always  indicate 
the  unit  of  measurement  so  as  to  show  clearly  the  volume  or  weight 
of  sand  to  be  used  to  one  barrel  (4  bags)  cement.  In  standard  prac- 
tice one  barrel  of  cement  is  assumed  to  be  equivalent  to  3.8  cubic  feet 
by  volume,  so  that  proportions  1:2:4  require  one  barrel  (4  bags) 
cement  to  7.6  cubic  feet  sand,  measured  loosely,  to  15.2  cubic  feet 
of  stone,  measured  loosely. 

The  first  three  rules,  as  stated  above,  are  suggested  only  for  work 
which  is  not  large  enough  to  warrant  special  tests.  Selection  of  pro- 
portions in  this  manner,  while  largely  a  matter  of  judgment,  may 
give  good  results  in  practice,  although  necessitating  a  larger  quantity 
of  cement  and  consequently  a  greater  net  cost  than  more  scientific 
proportioning  would  require. 

Rule  (2)  suggests  using  twice  as  much  stone  as  sand.  When,  how- 
ever, the  coarse  aggregate  contains  a  good  many  small  particles,  as  does 
crusher-run  broken  stone  or  bank  gravel  even  after  screening,  or  when 
the  sand  is  so  fine  as  to  flow  readily  into  the  voids  of  the  stone,  the 
proportion  of  stone  may  be  slightly  more  than  twice  the  volume  of 
sand.  The  cement  also  increases  the  bulk  of  the  mortar  and,  there- 
fore, assists  in  filling  the  voids  in  the  stone.  With  such  aggregates  the 
volume  of  the  stone  sometimes  may  be  made  equal  to  the  cement 
plus  twice  the  volume  of  sand,  thus  giving  such  proportions  as  1:1§:4, 
1:2:5,  1:2^:6.  and  1:3:7. 

The  correct  proportions  of  sand  to  stone,  after  the  materials  are 
once  chosen,  may  be  determined  quite  accurately,  by  an  experienced 
concrete  man,  by  observation  of  the  appearance  of  the  concrete  as 
the  work  progresses.  Too  much  sand  will  be  indicated  by  harsh 
working  of*  the  concrete,  or  by  an  excess  of  mortar  rising  to  the  top 
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when  placing,  while,  with  too  little  sand,  stone  pockets  are  apt  to  occur 
on  the  surfaces,  and  it  is  difficult  to  fill  all  the  voids  in  the  stone.  A 
man  skilled  in  concrete  mixing  can  govern  the  relative  quantities  of 
sand  and  stone,  provided  there  is  no  choice  in  the  selection  of  these 
materials,  by  careful  inspection  of  the  mixed  concrete  as  it  is  being 
transported  and  placed. 

PROPORTIONING  BY  VOID  DETERMINATION 

Formerly,  the  usual  method  of  determining  proportions  was  to 
find  the  volume  of  water  that  could  be  poured  into  the  voids  of  a 
unit  volume  of  stone  and  select  a  volume  of  sand  equal  to,  or  slightly 
in  excess  of,  the  quantity  of  water.  The  proportion  of  cement  to 
sand  was  determined  in  a  similar  manner.  In  practice,  such  void 
tests  give  no  better  results  than  the  arbitrary  selection  described  in 
the  previous  paragraphs.  While  the  determination  of  the  percentage 
of  voids  in  sand  is  interesting  in  theory,  the  moisture  which  the  sand 
contains  so  affects  its  volume  that  this  test  is  of  scarcely  any  value. 
If  the  sand  is  dry,  for  example,  a  fine  sand  with  grains  of  uniform 
size  will  have  about  the  same  percentage  of  voids  as  a  coarse  sand  with 
uniform  grains,  but  the  former  will  require  a  much  larger  proportion 
of  cement  to  produce  mortar  of  similar  strength.  On  the  other  hand, 
if  the  sand  when  tested  contains  natural  moisture,  the  amount  of  this 
moisture  varies  so  much  from  day  to  day  that  the  original  volume  of  the 
sand  and,  in  fact,  the  volume  of  the  voids,  may  be  affected  to  the  extent 
of  10%,  an  increase  in  the  percentage  of  moisture  increasing  the  bulk 
of  the  sand  and  therefore  the  voids  up  to  a  certain  point.  This  is 
illustrated  in  Fig.  11,  page  110,  which  gives  the  results  of  tests 
made  by  Mr.  William  B.  Fuller. 

If  a  small  quantity  of  water  is  poured  into  a  vessel  containing  dry 
sand,  the  bulk  is  not  increased  because  of  the  inertia  of  the  particles, 
but  if  the  sand  after  moistening  is  dumped  out  and  then  turned  back 
into  the  vessel  with  a  shovel  or  trowel,  its  bulk  will  be  increased.  On 
the  same  principle,  a  sand  bank  does  not  swell  in  bulk  during  a  shower, 
but  the  effect  of  the  moisture  is  shown  in  the  excavated  material  as 
soon  as  it  is  loosened  with  the  shovel  and  therefore  its  loose  measure- 
ment for  concrete  or  mortar  is  affected. 

The  inaccuracy  of  proportioning  the  volume  of  sand  to  the  stone  by 
void  determinations  is  due  in  part  to  the  difference  in  the  compactness 
of  the  materials  under  varied  methods  of  handling,  but  more  especially 
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to  the  fact  that  the  actual  volume  of  voids  in  a  coarse  aggregate  does 
not  usually  correspond  to  the  quantity  of  sand  required  to  fill  the 
voids.  The  grains  of  sand  thrust  apart  the  particles  of  stone,  since 
many  of  these  particles  are  too  coarse  to  enter  the  voids  of  the  stone. 
To  illustrate  the  principle  by  an  extreme  example,  suppose  that 
we  have  a  mixture  in  equal  parts  of  1-inch  stone  and  f -inch  stone. 
By  the  usual  method  of  reasoning,  if  the  1-inch  stone  has  50%  voids,  a 
volume  of  f -inch  stone  would  be  required  equal  to  50%  of  the  1-inch 
stone  in  order  to  fill  the  voids  in  the  latter.    The  absurdity  of  this  is 
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PERCENTAGE,  <BY  WEIGHT)  OF  WATER  TO  SAND  WHEN  DRY 

Fig.  11.    Percentage  of  Air  plus  Water  Voids  in  a  Natural  Bank  Sand  con- 
taining Varying  Percentages  of  Moisture.  (See  p.  109.  > 

apparent,  because  the  two  stones  are  so  near  of  a  size  that  the  former 
cannot  fit  into  the  voids  of  the  latter  and  the  bulk  of  the  mixture  is 
scarcely  less  than  the  sum  of  the  separate  volumes,  that  is,  the  mix- 
ture has  nearly  50%  voids.  The  principle  is  true,  although  in  a  less 
degree,  where  the  particles  of  both  aggregates  are  of  varying  sizes. 


PROPORTIONING  BY  TRIAL  MIXES 

The  comparative  value  of  different  materials,  provided  they  are 
of  good  quality  and  contain  no  harmful  impurities,  and  the  best  pro- 
portions of  sand  to  stone,  may  be  determined  by  experiment.  Mix 
up  trial  batches  of  concrete  with  the  selected  percentage  of  cement  and 
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enough  water  to  make  a  plastic  consistency,  and  find,  by  these  trials, 
the  materials  and  the  proportions  which,  with  a  given  weight  of  dry 
materials  (corrected  for  specific  gravity),  produce  the  smallest  quan- 
tity of  concrete.  The  materials  should  be  measured  by  weight,  cor- 
rected, as  stated  above,  for  specific  gravity.  The  concrete  may  be 
measured  in  a  cylinder  such  as  a  piece  of  8-inch  pipe. 

PROPORTIONING   BY   MECHANICAL   ANALYSIS 

One  of  the  most  scientific  methods  of  proportioning  is  by  mechanical 
analysis,  that  is,  by  the  gradations  of  the  sizes  of  the  particles  of  the 
different  aggregates.  Methods  of  proportioning  in  this  way  are  fully 
described  in  "  Concrete,  Plain  and  Reinforced,"  second  edition,  pages 
193  to  210. 

PROPORTIONS    OF    CONCRETE    IN    PRACTICE 

As  a  rough  guide  to  the  selection  of  materials  for  various  classes  of 
work,  we  suggest  four  proportions  which  differ  from  each  other  only 
in  the  relative  quantity  of  cement: 

(a)  A  Rich  Mixture  for  columns  and  other  structural  parts 
subjected  to  high  stresses  or  requiring  exceptional  water- 
tightness:  Proportions  1:1|:3;  that  is,  one  barrel  (4  bags) 
packed  Portland  cement  to  1\  barrels(  5.7  cu.  ft.)  loose 
sand  to  3  barrels  (11.4  cu.  ft.)  loose  gravel  or  broken  stone. 

(b)  A  Standard  Mixture  for  reinforced  floors,  beams,  and  col- 
umns, for  arches,  for  reinforced  engine  or  machine  founda- 
tions subject  to  vibrations,  for  tanks,  sewers,  conduits, 
and  other  water-tight  work:  Proportions  1:2:4;  that  is, 
one  barrel  (4  bags)  packed  Portland  cement  to  2  barrels 
(7.6  cu.  ft.)  loose  sand  to  4  barrels  (15.2  cu.  ft.)  loose 
gravel  or  broken  stone. 

(c)  A   Medium  Mixture  for   ordinary   machine  foundations, 

retaining  walls,  abutments,  piers,  thin  foundation  walls, 
ordinary  floors,  sidewalks,  and  sewers  with  heavy  walls: 
Proportions  1:2?:5;  that  is,  one  barrel  (4  bags)  packed 
Portland  cement  to  2\  barrels  (9.5  cu.  ft.)  loose  sand  to 
5  barrels  (19  cu.  ft.)  loose  gravel  or  broken  stone. 

(d)  A  Lean  Mixture  for  unimportant  work  in  masses,  for 
heavy  walls,  for  large  foundations  supporting  a  stationary 
load,  and  for  backing  for  stone  masonry:     Proportions 
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1:3:6;  that  is,  one  barrel  (4  bags)  packed  Portland  cement 
to  3  barrels  (11.4  cu.ft.)  loose  sand  to  6  barrels  (22.8  cu. 
ft.)  loose  gravel  or  broken  stone. 
The  above  specifications  are  based  upon  fair  average  practice. 
If  the  aggregate  is  carefully  graded  and  the  proportions  are  scientifi- 
cally fixed,  smaller  proportions  of  cement  may  be  used  for  each  class 
of  work. 

PERCENTAGES  OF  VOIDS  IN  SAND  AND  STONE 

Tables  of  Voids.  By  means  of  the  tables  on  pages  113  and  114,  the 
voids  in  sand  and  gravel  and  broken  stone  may  be  determined  simply 
by  weighing  the  material  and  then  finding  the  percentage  of  moisture* 
contained  in  it.  Since  the  percentage .  of  moisture  by  volume  is 
always  greater  than  its  percentage  by  weight,  and  the  two  are  not 
proportional  to  each  other,  the  final  column  is  inserted  in  the  first 
table  for  convenience  in  calculating  the  moisture  by  volume. 

The  specific  gravity  of  any  class  of  stone  varies  with  its  texture. 
Approximate  values  are  given  in  table  on  page  115.  For  accurate 
work,  such  as  the  determination  of  densities,  the  specific  gravity  of  the 
sample  to  be  used  must  always  be  tested. 

AVERAGE  SPECIFIC  GRAVITY  OF  SAND  AND  STONE 

The  specific  gravity  of  a  substance  is  the  ratio  of  the  weight  of  a 
given  volume  to  the  weight  of  the  same  volume  of  distilled  water  at  a 
temperature  of  4°  Cent.  (39°Fahr.).  For  ordinary  tests  of  stone  and 
sand,  the  water  need  not  be  distilled  and  maybe  at  ordinary  tempera- 
ture. 

A  knowledge  of  the  specific  gravity  of  the  particles  of  the  sand  and 
stone  is  important  to  the  engineer  as  a  ready  means  of  determining  the 
percentages  of  voids. 

The  uniformity  in  the  specific  gravity  of  different  sands  is  very 
convenient  for  calculation.  Different  authorities  who  have  tested 
large  quantities  of  sand  have  reached  almost  identical  conclusions  as 
to  the  average  specific  gravity,  and  all  state  that  it  is  practically  a 

*  Find  the  percentage  of  moisture  in  the  sand  as  follows:  Weigh  a  sample 
of  the  moist  sand  and  dry  in  an  oven  at  a  temperature  of  at  least  212°  Fahr. 
(100°  Cent.)  until  there  is  no  further  loss  in  weight.  Weigh  the  dried  sand  and 
express  the  loss  in  weight  as  a  per  cent  of  the  total  weight  of  the  moist  sand. 
The  size  of  the  sample  to  use  is  governed  by  the  accuracy  of  the  scales. 
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TABLE  15.    PERCENTAGES  OF  VOIDS  IN  SAND,  GRAVEL, 
AND  BROKEN  STONE 

(See  p.  112) 

Percentages  of  Voids  Corresponding  to  Different  Weights  per  Cubic  Foot  of 

Sand,  Gravel,  and  Broken  Stone  Containing  Various 

Percentages  of  Moisture 
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70 

57.6 

58.4 

59.3 

60.1 

61.0 

1.1 

98 

40.6 

41.8 

43.0 

44.2 

45.3 

1.6 

75 

54.5 

55.4 

56.4 

57.3 

58.2 

1.2 

99 

40.0 

41.2 

42.4 

43.6 

44.8 

1.6 

80 
81 

51.5 
50.9 

52.5 
51.9 

53.4 
52.9 

54.4 
53.9 

55.4 

54.8 

1.3 
1.3 

100 
101 
102 

39.4 

38.8 
38.2 

40.6 
40.0 
39.4 

41.8 
41.2 
40.7 

43.0 
42.5 
41.9 

44.2 
43.7 
43.1 

1.6 
1.6 
1.6 

82 
83 
84 

50.3 
49.7 
49.1 

51.3 
50.7 
50.1 

52.3 
51.7 
51.1 

53.3 
52.7 
52.2 

54.3 
53.7 
53.2 

1.3 
1.3 
1.4 

103 
104 
105 

37.6 
37.0 
36.4 

38.8 
38.2 
37.6 

40.1 
39.5 
38.9 

41.3 
40.8 
40.2 

42.5 
42.0 
41.4 

1.6 
1.7 
1.7 

85 
86 
87 

48.5 
47.9 
47.3 

49.5 
48.9 
48.3 

50.6 
50.0 
49.4 

51.6 
51.0 
50.4 

52.6 
52.0 
51.5 

1.4 
1.4 
1.4 

106 
107 
108 

35.8 
35.2 
34.6 

37.0 
36.4 
35.9 

38.3 
37.7 
37.2 

39.6 
39.0 
38.5 

40.9 
40.3 
39.7 

1.7 
1.7 
1.7 

88 
89 
90 

46.7 
46.1 
45.5 

47.7 
47.1 
46.5 

48.8 
48.2 
47.6 

49.9 
49.3 

48.7 

50.9 
50.4 
49.8 

1.4 
1.4 
1.4 

109 
110 

33.9 
33.3 

35.3 
34.7 

36.6 
36.0 

37.9 
37.3 

39.2 
38.7 

1.7 

1.8 

91 

44.8 

45.9 

47.0 

48.2 

49.2 

1.5 

115 

30.3 

31.7 

33.1 

34.5 

35.9 

1.8 

92 

44.2 

45.4 

46.5 

47.6 

48.7 

1.5 

120 

27.3 

28.7 

30.2 

31.6 

33.1 

1.9 

93 

43.6 

44.8 

45.9 

47.0 

48.1 

1.5 

125 

24.2 

25.8 

27.3 

28.8 

30.3 

2.0 

94 
95 

43.0 
42.4 

44.2 
43.6 

45.3 
44.7 

46.5 
45.9 

47.6 
47.0 

1.5 
1.5 

130 

21.2 

22.8 

24.4 

25.9 

27.5 

2.1 

96 

41.8 

43.0 

44.1 

45.3 

46.4 

1.5 

135 

18.2 

19.8 

21.4 

23.1 

24.7 

2.2 

97 

41.2 

42.4 

43.6 

44.7 

45.9 

1.6 

140 

15.2 

16.8 

18.5 

20.2 

21.9 

2.2 

*Also  applicable  to  broken  stones  such  as  granite,  conglomerate,  and  lime- 
stone, whose  specific  gravity  averages  from  2.6  to  2.7.  Table  is  based  on 
specific  gravity  of  2.65. 

fThe  per  cent  of  absolute  voids  given  in  the  columns  includes  the  space 
occupied  by  both  the  air  and  the  moisture.  To  determine  the  per  cent  of  air 
space,  multiply  the  figure  in  the  last  column,  opposite  the  weight  of  sand 
under  consideration,  by  the  per  cent  of  moisture  by  weight,  and  deduct  re- 
sult from  the  per  cent  already  found. 
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TABLE  16.     PERCENTAGES  OF  VOIDS  IN  DRY  SAND, 
GRAVEL,  AND  BROKEN  STONE     (See  p.  112) 

Percentages  of  Voids  Corresponding  to  Different  Weights  per  Cubic  Foot  oi 
Dry  Sand,  Gravel,  and  Broken  Stone  of  Various  Specific  Gravities 


Weight 
op 

Percentages  op  Absolute  Voids  Corresponding  to 
Specipic  Gravities  op  Stone  op 

2.4 

2.5 

2.6 

2.65 

2.7 

2.8 
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Sand 
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% 

% 

% 

% 
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% 

70 
75 
80 

53.2 

49.8 
46.5 

55.0 
51.8 
48.6 

56.8 
53.7 
50.6 

57.6 
54.6 
51.5 

58.4* 

55.4 

52.4 

59.9 
57.0 
54.1 

61.3 
58.5 
55.7 

85 
90 
95 

43.2 
39.8 
36.5 

45.4 
42.2 
39.0 

47.5 
44.5 
41.4 

48.5 
45.5 
42.5 

49.5 
46.5 
43.5 

51.3 
48.4 
45.5 

53.0 
50.2 
47.4 

100 
105 
110 

33.1 

29.8 
'    26.4 

35.8 
32.6 
29.4 

38.3 
35.2 
32.1 

39.4 
36.4 
33.4 

40.6 
37.6 
34.6 

42.7 
39.8 
36.9 

44.7 
41.9 
39.1 

115 
120 
125 

23.1 
19.8 
16.4 

26.2 
23.0 
19.8 

29.0 
25.9 
22.8 

30.3 
27.3 
24.3 

31.6 
28.7 
25.7 

34.1 
31.2 
28.3 

36.4 
33.6 
30. S 

130 
135 
140 

13.1 
9.7 
6.4 

16.6 
13.3 
10.1 

19.8 
16.7 
13.6 

21.2 
18.2 
15.2 

22.7 
19.7 
16.8 

25.5 
22.6 
19.7 

28.1 
25.3 
22.5 

NOTE.- 

as  1.5. 


-Average  specific  gravity  of  bituminous  coal  cinders  may  be  taken 


constant.  Mr.  Allen  Hazen  gives  2.65,  Mr.  William  B.  Fuller,  2.64, 
Mr.  R.  Feretin  France  states  that  "one  may  without  appreciable 
error  adopt  an  average  specific  gravity  of  2.65  for  silicious  sands,"* 
while  Mr.  E.  Candlot  gives  limits  of  2.60  to  2.68  for  sands  which  are 
not  porous. f  The  specific  gravity  of  calcareous  sands  averages  about 
2.69  by  absolute  determination,  or  about  2.55  if  measured  by  the  total 
volume  of  the  particles  having  their  pores  filled  with  air. 

Gravels  also  have  quite  uniform  specific  gravity.  According  to  Mr. 
A.  E.  Schutt£,  who  has  tested  gravel  from  more  than  forty  localities  in 
the  United  States  and  Canada,  an  average  value  is  2.66. 


*  Bulletin  de  la  Soci6t6  d'Encouragement  pour  l'lndustrie  Nationale,  1897,  Vol. 
II,  p.  1591. 
t  Ciments  et  Chaux  Hydrauliques,  1898,  p.  246. 
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The  following  table  gives  average  values  of  various  concrete  aggre- 
gates. In  every  case,  the  specific  gravity  is  the  ratio  of  the  weight  of 
an  absolutely  solid  unit  volume  of  each  material  to  the  weight  of  a 
unit  volume  of  water. 

Average  Specific  Gravity  of  Various  Aggregates. 


Material 

Specific 
Gravity 

Weight  op  a 

Solid  Cu.  Ft. 

of  Rock. 

lb. 

Authority 

Sand 

2.65 

2.66 

2.6 

2.7 

2.6 

2.9 

2.7 

2.4 

1.5 

165 
165 
162 
168 
162 
180 
168 
150 
95 

Allen  Hazen 

Gravel 

A.  E.  Schutte* 

Conglomerate 

Robert  Spurr  Weston 
Edwin  C.  Eckel 

Granite 

Limestone 

Edwin  C.  Eckel 

Trap 

Edwin  C.  Eckel 

Slate  

Tod's  Tables! 
Edwin  C.  Eckel 

Sandstone 

Cinders  (bituminous) 

The  authors 

{Encyclopedia  Britannica. 

METHOD  OF  DETERMINING  SPECIFIC  GRAVITY 

The  specific  gravity  of  a  sample  of  material  is  determined  by  divid- 
ing its  weight  by  the  weight  of  water  which  it  displaces  when  im- 
mersed. 

The  size  of  sample  necessary  for  the  accurate  determination  of 
the  specific  gravity  of  a  sand  or  stone  of  fairly  uniform  texture 
depends  chiefly  upon  the  delicacy  of  the  apparatus  employed.  If 
scales  reading  to  grams,  and  measures  reading  to  cubic  centimeters, 
are  employed,  a  sample  of  250  grams  should  give  accurate  results 
to  two  decimal  places.  With  scales  reading  to  \  ounce,  a  sample  of 
4  lb.  is  necessary  for  similar  accuracy.  The  water  must  be  maintained 
at  68°  Fahr.  (20°  Cent.). 

The  sample  may  be  taken  by  the  method  of  quartering.* 

Before  finding  the  specific  gravity  of  silicious  sand,  the  sample 
should  be  dried  in  an  oven  at  a  temperature  as  high  as  212° 
Fahr.  (100°  Cent.)  until  there  is  no  further  loss  in  weight.  A  porous 
stone,  on  the  other  hand,  may  be  first  moistened  sufficiently  to  fill 
its  pores,  and  then  the  surfaces  of  the  particles  dried  by  means  of 
blotting  paper.  The  absolute  specific  gravity  of  the  porous  stone 
may  be  afterward  found  by  drying  in  an  oven  and  correcting  for  the 
moisture  lost. 


*  Method  of  quartering  is  described  in  Taylor  and  Thompson's  "< 
Reinforced,"  second  edition,  page  398. 


in  and 
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The  apparent  specific  gravity  of  sand  or  stone  may  be  determined 
with  an  apparatus  consisting  of  scales  reading  to  £  ounce  or  to  5 
grams,  and  a  tall  glass  vessel  with  a  reference  mark,  such  as  a  cylinder 
or  a  pharmacist's  graduate.    The  method  is  as  follows: 

Make  a  mark  at  any  convenient  place  on  the  neck  of  the  vessel; 
Fill  the  vessel  with  water  at  a  temperature  of  68°  Fahr.  (20°  Cent.)  up 

to  this  mark; 
Take  a  known  weight  in  grams  or  ounces  of  the  material; 
Pour  material  into  vessel  carefully,  a  few  grains  at  a  time,  so  that  no 

bubbles  of  air  are  carried  in  with  it; 
Pour  out  the  clear  water  displaced  by  the  material  (leaving  water  in 

the  vessel  up  to  the  level  of  the  mark),  and  weigh  the  water 

poured  out.     Let 

S    =  Weight  of  material  placed  in  vessel. 
W  =  Weight  of  water  displaced. 


Then 


a 
Specific  gravity  of  material  =  —  (1) 

W 


SELECTION  OF  SAND 

The  two  most  essential  qualities  to  consider  in  sand  are  cleanness, 
that  is,  freedom  from  impurities,  and  coarseness  of  the  grains.  The 
sharpness  of  the  grains  and  the  mineralogical  composition,  while 
affecting  to  a  slight  extent  the  strength  of  the  mortar  for  concrete,  are 
not  in  themselves  characteristics  for  accepting  or  rejecting  a  sand. 

Cleanness,  meaning  by  this  not  so  much  freedom  from  fine  clayey 
material  as  freedom  from  vegetable  matter,  is  of  prime  importance, 
since  such  impurities  may  so  affect  the  strength  of  the  mortar  as  to 
make  even  a  well  graded  sand  absolutely  dangerous  to  use.* 

The  fineness  of  the  sand  and  its  percentage  of  silt  passing  a  sieve 
having  100  meshes  to  the  linear  inch  may  also  be  ground  for  rejection, 
since  a  fine  sand  always  makes  a  weak  mortar  or  concrete. 

The  testing  of  the  sand  by  determining  the  tensile  strength  of  mor- 
tar made  from  it  is  the  simplest  means  of  proving  its  quality.  The 
Joint  Committee  on  Concrete  and  Reinforced  Concrete  in  1 908  recom- 
mends: 

*See  Discussion  by  Sanford  E.  Thompson  on  "impurities  in  Sand  for  Concrete," 
Transactions  American  Society  of  Civil  Engineers,  Vol.  LXV,  1909,  p.  250, 
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Fine  aggregate  consists  of  sand,  crushed  stone,  or  gravel  screenings, 
passing  when  dry  a  screen  having  J-in.  diameter  holes.  It  should  be 
preferably  of  silicious  material,  clean,  course,  free  from  vegetable  loam 
or  other  deleterious  matter. 

A  gradation  of  the  grain  from  fine  to  course  is  generally  advantageous. 

Mortars  composed  of  one  part  Portland  cement  and  three  parts  fine 
aggregate  by  weight  when  made  into  briquets  should  show  a  tensile 
strength  of  at  least  70  per  cent  of  the  strength  of  1 3  mortar  of  the  same 
consistency  made  with  the  same  cement  and  standard  Ottawa  sand. 

To  avoid  the  removal  of  any  coating  on  the  grains,  which  may  affect 
the  strength,  bank  sands  should  not  be  dried  before  being  made  into 
mortar,  but  should  contain  natural  moisture.  The  percentage  of  mois- 
ture may  be  determined  upon  a  separate  sample  for  correcting  weight. 
From  10  to  40  per  cent  more  water  may  be  required  in  mixing  bank 
or  artificial  sands  than  for  standard  Ottawa  sand  to  produce  the  same 
consistency. 

With  a  clean  sand,  the  comparative  values  of  samples  of  different 
coarseness  may  be  estimated  by  their  mechanical  analyses,  that  is, 
by  the  percentages  passing  sieves  of  different  sizes.  Limiting  qualifi- 
cations for  ordinary  work  are  given  by  the  Committee  on  Reinforced 
Concrete  of  the  National  Association  of  Cement  Users,'  1909: 

The  relative  strength  of  mortars  from  different  sands  is  largely 
affected  by  the  size  of  the  grains.  A  coarse  sand  gives  a  stronger  mor- 
tar than  a  fine  one,  and  generally  a  gradation  of  grains  from  fine  to 
coarse  is  advantageous.  If  a  sand  is  so  fine  that  more  than  10  per  cent 
of  the  total  dry  weight  passes  a  No.  100  sieve,  that  is,  a  sieve  hav- 
ing 100  meshes  to  the  linear  inch,  or  if  more  than  35  per  cent  of 
the  total  dry  weight  passes  a  sieve  having  50  meshes  per  linear  inch 
it  should  be  rejected  or  used  with  a  large  excess  of  cement. 

For  the  purpose  of  comparing  the  quality  of  different  sands  a  test 
of  the  mechanical  analysis  or  granulometric  composition  is  recom- 
mended, although  this  should  not  be  substituted  for  the  strength 
test.  The  percentages  of  the  total  weight  passing  each  sieve  should  be 
recorded.     For  this  test. the  following  sieves  are  recommended:* 

0.250  inch  diameter  holes.f 

No.  8  mesh,  holes  0 .  0955  inch  width,  No.  23  wire. 

No.  20    "        "     0.0335      "        "     ,  No.  28    " 

No.  50    "        "     0.0110      "        "     ,  No.  35    " 

No.  100    "        "     0.0055      "        "     ,  No.  40    " 

*  Sheet  brass  perforated  with  round  holes  passes  the  material  more  quickly  than 
square  holes.  Round  holes  corresponding  to  sieves  No.  8, 20,  and  50,  respectively  are 
approximately  0.125,  0.050,  0.020  inch  diameter. 

f  A  No.  4  sieve,  having  4  meshes  per  linear  inch,  passes  approximately  the  same  size 
grains  as  a  sieve  with  0.25  diameter  holes. 
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The  effect  of  mechanical  analysis  or  granulometric  composition 
upon  the  strength  of  mortar  is  illustrated  in  the  following  table.  By 
this  table,  the  relative  strength  of  different  sands  may  be  approxi- 
mately estimated. 

Tests  by  New  York  Board  of  Water  Supply  of  1:3  Mortar  Made  with 
Sands  of  Different  Mechanical  Analyses. 


Percentages  Passing  Sieves. 

Tensile  Test. 
Lb.  Per  Sq.  In. 

Compression  Test. 
Lb.  Per  Sq.  In. 

No.  4 

No.  8 

No.  50 

No.  100 

7  Days 

90  Days 

7  Days 

90  Days 

100 

70 

12 

5 

213 

613 

2690 

5640 

100 

86 

21 

6 

263 

412 

1915 

4660 

100 

99 

26 

2 

177 

325 

905 

2170 

100 

97 

28 

6 

178 

282 

1070 

1500 

100 

94 

44 

12 

139 

228 

905 

1130 

100 

100 

52 

14 

122 

170 

275 

810 

100 

100 

94 

48 

80 

149 

330 

490 

If  the  sand  is  clean,  a  coarse  sand  always  produces  a  stronger  mor- 
tar or  concrete  than  a  fine  sand.  A  mixed  sand  ranging  from  fine 
to  coarse  is  best  for  mortars  of  moderately  lean  proportions,  such  as 
1:2£,  1:3,  and  1:4. 

For  watertight  concrete,  sand  may  contain  considerable  fine  ma- 
terial, say,  up  to  10%  passing  a  No.  100  sieve,  providing  it  is  free  from 
organic  impurities.  Because  of  the  bad  effects  of  organic  matter,  the 
character  of  this  silt  must  be  carefully  determined. 

Another  test  for  choosing  between  two  different  sands  is  to  make 
each  of  them  into  a  mortar  with  the  cement  to  be  used  on  the  work  and 
in  the  proportions  selected  for  the  mortar  or  concrete,  using  the  same 
weight  of  sand  and  cement  in  each  test.  The  sand  producing  the  small- 
est bulk  of  plastic  mortar,  as  determined  by  carefully  measuring  its 
depth  in  a  deep  vessel,  such  as  a  graduate  of  250  cubic  centimeters  capac- 
ity, is  the  sand  which,  in  general,  will  produce  the  densest  and  strongest 
mortar  and  concrete.  When  used  in  concrete  the  particles  of  sand 
may  run  so  coarse  as  to  largely  overlap  the  fine  particles  of  the  coarse 
aggregate,  thus  producing  an  excess  of  grains  in  the  concrete  about  f 
inch  in  diameter.  For  this  reason  a  comparatively  fine  sand  may 
give  a  denser  concrete  than  a  course  sand,  the  finer  grains  filling  the 
voids  in  the  stone  more  readily. 

Washing  Sand.  Sand  containing  impurities  sometimes  may  be 
made  fit  for  use  by  thorough  washing  in  special  apparatus,  such  as  is  de- 
*cnbed  on  page  357. 


PROPORTIONING  CONCRETE  119 

Changing  the  Brand  of  Cement.  For  some  reason,  not  yet  fully 
determined,  a  sand  containing  impurities  which  prevent  hardening  under 
ordinary  conditions  with  a  certain  cement  may  be  used  satisfactorily 
with  a  different  brand  of  cement. 

SELECTION  OF  STONE 

Either  clean  gravel  or  a  hard  broken  stone  will  produce  satisfactory 
concrete.  Sandstone,  shale,  or  very  soft  limestone  gives  a  concrete  of  low 
strength,  but  may  be  used  in  certain  cases  where  the  stresses  are  low. 

The  percentage  of  voids  in  the  stone  has  little  effect  upon  the  quality 
of  the  concrete  provided  they  are  allowed  for  by  correct  proportioning. 
However,  if  the  proportions  are  selected  arbitrarily,  the  percentage  of 
voids  may  have  an  appreciable  effect  upon  the  cost  of  the  materials. 
The  stone  with  the  smallest  percentage  of  voids  is  cheapest  from  the 
contractor's  standpoint  if  the  measurement  of  the  stone  is  by  volume. 
This  is  illustrated  in  pages  which  follow. 

EFFECT  OF  PROPORTIONS  UPON  COST 

The  effect  of  the  proportions  of  the  materials  upon  the  cost  of  the 
concrete  is  readily  determined  by  simple  calculations  based  upon  the 
quantities  of  materials  required  for  a  cubic  yard  as  given  in  the  tables 
on  pages  150  to  152.  Thousands  of  dollars  may  be  wasted  on  a  single 
job  by  using  richer  proportions  than  are  necessary. 

To  illustrate  the  effect  upon  the  cost  of  needlessly  rich  proportions, 
referring  to  Table  22  on  page  151,  we  see  that  a  1:2:4  concrete  of 
average  materials  requires  1.57  barrels  for  a  cubic  yard  of  concrete 
in  place,  while  1:3:6  proportions  require  1.11  barrels,  a  difference  of 
0.46  barrels  cement  per  cubic  yard  of  concrete.  If  the  cement  costs 
$2.00  per  barrel  delivered  on  the  job,  this  is  equivalent  to  a  difference  of 
92  cents  per  cubic  yard,  which  is  well  worth  saving  in  cases  where  the 
leaner  mix  will  give  a  sufficiently  strong  and  watertight  concrete  and 
where  the  setting  qualities  of  the  leaner  mixture  are  satisfactory  for 
the  work.  If  the  aggregates  are  not  specially  graded,  the  strength  of  a 
1:3:6  concrete  may  be  estimated  as  25%  lower  than  a  1:2:4  concrete. 

The  difference  in  cost  of  concrete  in  proportions  1:2:4  and  1:2)  :5  is 
illustrated  in  detail  in  Example  1. 

Example  1.  What  is  the  difference  in  cost  of  materials  for  concrete 
in  proportions  1:2:4  and  1:2) :5,  based  on  3.8  cubic  feet  per  barrel. 
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with  cement  (delivered)  at  $2.00  per  barrel,  sand  at  75jzf  per  cubic 
yard,  and  broken  stone  (with  45%  voids)  at  $1.40  per  cubic  yard? 

Solution:  From  Table  31,  page  167,  we  find  the  cost  of  the  materials 
necessary  for  a  cubic  yard  of  1:2:4  concrete  with  the  given  prices  of 
cement,  sand,  and  stone,  to  be  $4.70  per  cubic  yard,  and  for  1:2}  :5 
concrete  from  Table  33,  page  169  to  be  $4.23. 

The  cost  of  the  materials  for  the  1:2}  :5  mixture  is  thus  47f£  less 
per  cubic  yard  than  the  1:2:4  concrete,  or  10%  cheaper.  The  differ- 
ence in  the  cost  of  the  labor  per  cubic  yard,  which  is  slight,  is  dis- 
cussed in  Chapter  XIII.  The  compressive  strength  of  a  1 :2}  :5  mixture 
will  average  about  10%  less  than  that  of  the  1 :2 :4,  which  in  this  case 
corresponds  to  the  difference  in  cost. 

A  change  in  the  relative  proportions  of  sand  and  stone  may  result 
in  a  stronger  concrete  without  appreciably  increasing  the  cost.  Con- 
versely, the  quantity  of  cement  per  cubic  yard  of  concrete  frequently 
may  be  largely  reduced,  without  decreasing  the  strength,  by  a  change 
in  the  relative  proportions  of  sand  to  stone.  With  certain  aggregates, 
for  example,  it  may  be  possible  to  substitute  1 :2 :5}  concrete  for  1  :2}  :4 
concrete  with  a  resulting  strength  substantially  the  same  and  yet  with 
an  appreciable  saving  in  cement.  The  1 :2}  :4  concrete  requires  (see  p. 
151)  1.46  barrels  cement,  while  a  1:2:5}  requires  only  1.31  barrels, 
a  difference  of  0.15  barrels  cement  to  the  cubic  yard  of  concrete,  that 
is,  at  $2.00  per  barrel,  a  difference  in  cost  of  30^  per  cubic  yard. 
Of  course  many  aggregates  will  not  admit  of  1:2:5}:  proportions,  but 
in  almost  any  case  a  1:2}  :5  may  be  substituted  for  the  1:2}  :4,  with  a 
reduction  in  cost.  The  relative  economy  of  these  mixtures  is  illus- 
trated in  Example  2. 

Example  2:  With  similar  materials  to  those  given  in  Example  1, 
what  is  the  relative  economy  of  a  1 :2}  :4  and  a  1 :2}:5  mixture? 

Solution:  Figuring  the  cost  of  each  proportion,  we  have  from  Table 
22  by  interpolating  for  the  1:2} :5  proportions: 

1  :  2J  :  4  1 :  2J  :  5 

Cement 1.46  bbl.      @  $2.00  =  $2.92  1.35  bbl.     @  $2.00  =  $2.70 

Sand 0.51  cu.yd  @    0.75  =    0.38  0.43  cu.yd.  @    C.75  =    0.32 

Stone 0. 82  cu.yd  @    1.40=    1.15  0.95  cu.yd.  @    1.40=    1.33 

Total $4.45  Total $4.35 

The  difference  is  thus  10j£  per  cubic  yard  in  favor  of  the  1:2}  :5  mix- 
ture, but  as  the  compressive  strength  of  these  two  mixtures  is  practi- 
cally identical,  the  10j£  per  cubic  yard  is  well  worth  saving. 
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EFFECT  OF  THE  CHARACTER  OF  THE  STONE  UPON 
THE  COST  OF  CONCRETE 

The  necessity  for  selecting  a  stone  of  good  quality  has  been  referred 
to  on  a  previous  page.  In  the  following  pages,  the  character  of 
the  stone  is  considered  simply  from  the  standpoint  of  cost.  The 
cheapest  stone  does  not  necessarily  mean  the  cheapest  concrete, 
because  the  character  of  the  stone  affects  the  bulk  of  the  set  concrete 
and  thus  has  a  direct  influence  on  its  cost  per  cubic  yard.  The  same 
fact  is  true  of  sands,  as  will  be  discussed  later,  and  in  a  less  degree  of 
cements.    To  the  contractor  paying  for  the  coarse  aggregate  by  the 
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Fig.  12.    Diagram  Illustrating  Measurement  of  Dry  Materials  and  the  Mixture 
when  Broken  Stone  is  of  Uniform  Size.    (See  p.  121.) 


uRADta  stone 


Fig.  13.  Diagram  Illustrating  Dry  Materials  and  Mixture  when  the  Stone  is  of 
Varying  Size.    (See  p.  121.) 

cubic  yard,  the  voids  in  the  broken  stone  or  gravel  are  the  most  impor- 
tant consideration.  If  the  percentage  of  voids  is  small,  there  will  be  a 
larger  mass  of  solid  stone  in  a  given  volume  of  loose  stone.  This  is 
shown  in  Fig.  12  and  13. 

An  illustration  of  the  difference  in  two  cases  will  make  the  point  still 
clearer.  For  example,  if  a  stone  has  30%  voids,  a  cubic  yard  of  it 
will  contain  0.7  cubic  yards  of  solid  particles,  while  if  it  has  45% 
voids,  a  cubic  yard  will  have  0.55  cubic  yards  of  solid  stone.    Now, 
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since  the  stone  is  measured  by  volume  loose,  that  containing  the 
larger  amount  of  solids  will  produce,  when  the  solid  particles  are  mixed 
with  the  same  bulk  of  cement  plus  sand  plus  water,  the  larger  bulk 
of  concrete.  Consequently,  a  given  bulk  of  the  concrete  made  with 
the  30%  stone  will  contain  less  cement  than  the  other,  and  the  cost 
per  cubic  yard  of  this  concrete  will  be  less  in  proportion. 

To  illustrate  more  specifically,  if  a  batch  of  concrete  with  one  set 
of  materials  makes  21  cubic  feet  of  concrete,  while  with  another  set 
of  materials  a  batch  in  the  same  proportions  makes  24  cubic  feet, 
conditions  which  are  possible  in  practice,  the  materials  producing  the 
larger  bulk  will  give  a  concrete  costing  one-eighth  less  than  the  other. 
The  builder,  therefore,  can  afford  to  pay  for  the  material  giving  the 
greater  bulk,  an  extra  price  equivalent,  not  merely,  as  might  be  thought, 
to  one-seventh  of  the  cost  of  the  stone  itself,  but  to  an  amount  equi- 
valent to  the  entire  difference  in  cost  of  the  concrete  under  the  two 
conditions,  or  one  seventh  of  the  sum  of  the  costs  of  all  the  materials. 
This  is  illustrated  in  Examples  3  and  4  which  follow. 

Example  S:  If  one  batch  of  materials,  that  is,  one  barrel  of  cement 
with  its  corresponding  quantity  of  sand  and  stone,  in  the  1  *2\  :5  mixture 
as  in  Example  1,  makes  21  cubic  feet  of  concrete,  using  stones  having 
45%  voids,  what  will  be  the  reduction  in  cost  per  cubic  yard  of  con- 
crete by  using  a  stone  having  30%  voids,  which  produces  with  the 
other  materials  about  24  cubic  feet  per  batch? 

Solution:    The  relative  total  costs  will  be  in  inverse  ratio  to  the 

quantity  of  concrete  produced.    Thus  the  cost  per  cubic  yard  of  the 

concrete  with  the  stone  having  30%  voids  will  be  one-eighth  less  than 

21 
the  other,  or  $4.23  X  $7  =  $3.70,  a  difference  of  $0.53  per  cubic  yard. 

Example  4:  How, much  extra  can  the  contractor  pay  in  the  last 
example  for  stone  having  30%  voids  without  increasing  the  cost  of 
his  concrete? 

Solution:  The  saving  in  cost  of  concrete  per  cubic  yard  is  $0.53. 
The  1:2?  :5  concrete  with  stone  having  30%  voids  requires  0.80  cubic 
yard  of  stone  (see  Table  22)  per  cubic  yard  of  concrete,  hence  the  con- 
tractor may  pay  $0.53  -5-  0.80  =  $0.66  per  cubic  yard  more  for  the 
30%  stone.  The  45%  stone  costs  in  this  case  $1.40  per  cubic  yard 
(see  Example  1),  so  the  contractor  may  pay  $2.06  per  cubic  yard  for 
the  stone  with  30%  voids  without  increasing  the  cost  of  the  concrete. 

With  prices  of  materials  given  in  Example  1,  it  is  evident  from  Ex- 
amples 3  and  4  that  a  difference  of  15%  in  the  voids  may  affect 
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the  value  of  the  stone  by  nearly  50%.  A  difference  of  only  5%  in  the 
voids  may  therefore  under  these  conditions  affect  the  comparative 
cost  of  two  stones  by  16%.  That  is,  a  stone  with  40%  voids  may  be 
worth  to  the  contractor  16%  more  than  a  similar  stone  with  45% 
voids. 

Gravel  is  generally  cheaper  for  the  contractor  than  broken  stone  at 
the  same  price  per  cubic  yard  because  it  is  apt  to  contain  fewer  voids. 
Similarly,  crusher  run  broken  stone  is  cheaper  at  the  same  price  per 
cubic  yard  than  screened  broken  stone. 

If  the  stone  is  purchased  by  weight,  the  percentage  of  voids  is  of 
less  interest  to  the  contractor.  In  this  case,  the  specific  gravity  of 
the  stone  has  an  important  bearing  upon  the  relative  value  of  the  two 
materials,  the  lighter  stone,  although  frequently  poorer  in  quality, 
being  the  cheaper  to  purchase.  This  may  be  illustrated  by  the  following 
example. 

Example  5:  What  will  be  the  relative  cost  of  average  1:2J:5  con- 
crete, with  broken  trap  stone  having  45%  voids  at  $1.00  per  ton  of 
2000  pounds,  and  of  the  same  concrete,  with  gravel  having  30%  voids 
at  $1.00  per  ton,  in  both  cases  the  price  of  the  cement  delivered  being 
$2.00  per  barrel,  and  the  price  of  the  sand  $0.75  per  cubic  yard? 

Solution:  In  the  first  place,  the  price  of  each  stone  must  be  con- 
verted to  its  cost  per  cubic  yard,  as  it  is  the  volume  which  affects  the 
concrete.  This  may  be  done  directly  from  Table  37,  page  173.  We 
find  cost  of  trap  at  $1.00  per  ton  equal  to  $1.22  per  cubic  yard  if 
there  are  50%  voids  or  $1.46  per  cubic  yard  with  40%  voids,  so  that 
45%  voids  would  be  $1.34  per  cubic  yard.  Gravel  at  $1.00  per  ton 
is  equivalent  to  $1.56  per  cubic  yard. 

To  compute  these  costs,  assume  the  specific  gravity  of  the  trap  as 
2.9,  corresponding  to  a  weight  per  cubic  foot  of  solid  rock  of  about 
180  pounds  (see  p.  173)  and  assume  the  specific  gravity  of  the  gravel 
as  2.65,  corresponding  to  a  solid  weight  per  cubic  foot  of  about  165 

$1  00 
pounds.    We  thus  have  for  the  cost  of  the  trap  stone  — : — X180X 

2000 

(1  -  0.45)  X  27  =  $1.34  per  cubic  yard,  and  of  the  gravel  ?^  X 

2000 

165  X  (1  -  0.30)  X  27  =  $1.56.  Instead  of  comparing  the  bulk 
of  the  concretes  produced  in  the  two  cases,  as  in  the  solution  to  Exam- 
ple 3,  the  cost  of  the  concrete  in  each  case  may  be  figured  directly,  with 
the  same  results,  by  using  the  quantities  in  Table  22,  page  151. 
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With  Trap  43%  Voids.  With  Gravbl  30%  Voids. 

Cement 1.30bbl.      @$2.00=$2.60  1.13  bbl.     @$2.00  =  $2.26 

Sand 0.46  cu.yd.  @   0.75=    0.34  0.40  cu.yd.  @  0.75=    0.30 

Stone 0.92cu.yd.@    1.34=    1.23  0.80  cu.yd.  @    1.56=    1.25 

Total $4 .  17  Total $3 .  81 

The  gravel  at  $1.00  per  ton  will  therefore  make  concrete  in  the  given 
proportions  at  36|£  less  in  price  per  cubic  yard  of  concrete  in  place  than 
the  broken  trap  at  $1.00  per  ton.  This  is  a  greater  difference  than 
usually  will  be  found  between  gravel  and  broken  stone,  since  30% 
voids  is  small  for  gravel.  The  case  is  also  uneconomical,  as  with  a 
gravel  of  only  30%  voids  the  proportion  of  the  sand  should  have  been 
decreased  and  the  stone  increased. 

Such  substitution  of  materials  as  we  have  suggested  in  Examples 
3, 4,  and  5  must  be  made  with  caution  and  should  not  be  permitted  in 
specifications  except  with  the  distinct  requirement  that  it  be  sanc- 
tioned by  the  engineer,  since  the  excess  in  bulk  produced  by  different 
ingredients  may  reduce  the  strength  of  the  concrete  by  decreasing  the 
absolute  volume  of  the  cement  in  a  unit  volume  of  the  concrete. 

These  examples  therefore  apply  directly  only  when  the  proportions 
are  fixed  artificially  regardless  of  the.  character  of  the  aggregates. 
For  the  best  practice,  the  proportions  should  be  varied  so  as  to  pro- 
duce not  merely  the  cheapest  concrete  but  the  concrete  which  will 
have  the  required  strength,  density,  and  watertightness.  A  full  study 
of  the  conditions  is  therefore  essential  for  each  individual  case. 

EFFECT    OF    THE    QUALITY     OF    THE    SAND    UPON    THE 
COST  OF  THE  CONCRETE 

In  general,  the  finer  the  sand  the  larger  the  bulk  of  mortar  that 
it  will  make  in  any  given  proportions.  On  the  other  hand  and  to  a 
still  greater  degree,  the  finer  the  sand  the  weaker  the  mortar.  It  is 
more  harmful,  therefore,  to  increase  the  bulk  of  concrete  by  substitu- 
tion of  fine  sand  for  coarse  with  the  same  cement  and  stone  than  to 
use  a  stone  with  fewer  voids,  as  explained  in  the  previous  paragraph. 
Any  attempt  to  reduce  the  cost  of  the  materials  for  concrete  by  using 
a  finer  sand,  therefore,  must  not  be  considered  for  a  moment.  Econ- 
omy usually  may  be  effected  by  selecting  sand  of  the  very  best 
quality,  that  is,  sand  which  will  produce  the  strongest  mortar  with  a 
given  proportion  of  cement,  and  then  adjusting  the  proportion  of 
cement  to  sand  so  as  to  produce  concrete  of  a  strength  just  sufficient 

r  .i  j  i  Digitized  by  VjOOQLC 

for  the  proposed  work. 
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In  the  table  below,  data  are  given  selected  from  the  elaborate  experi- 
ments by  Mr.  R.  Feret  which  illustrate  the  relative  economy  of  mor- 
tar of  different  sands.  In  this  table,  besides  the  strength  of  mortar  of 
several  sands  mixed  in  different  proportions,  the  absolute  volumesf 
of  the  ingredients  are  tabulated  and  also  the  density  %  of  the  mortars. 

TABLE  17.     FERET'S  TESTS  OF  DENSITY  AND  STRENGTH 
OF  MORTARS  MADE  WITH  DIFFERENT  SANDS* 


• 

Strength  of  Mortar 

Proportions 
by  Weight 

Materials  for  One 

Cubic  Yard 

Mortar 

p 

O  H 

o 

oo 
A 
< 

w  < 

HQQ« 
Sg 

o  a 

< 

00    i 

Sand 

0    M 

Z  M    . 

a?  * 

a  od  or 

55  as    . 

o»z 

a  «  i 

i^j 

Cement 
Bbl. 

Sand 
Cu.  Yd. 

Oh« 

ff 

(2) 
1:3.2 
1:2.5 
1:1.8 

(3) 
2.15 
2.59 
3.14 

(4) 
1.00 
0.92 
0.82 

(5) 
0.155 
0.186 
0.226 

(6) 
0.605 
0.559 
0.499 

(7) 
0.760 
0.745 
0.725 

(8) 
2560 
2790 
3580 

(9) 
367 
421 
480 

(10) 
4170 
5210 
5970 

s 

1:3.1 
1:2.5 
1:2.0 

2.06 
2.40 
2.84 

1.04 
0.96 
0.89 

0.148 
0.173 
0.204 

0.555 
0.525 
0.486 

0.703 
0.698 
0.690 

1810 
2250 
2650 

320 
368 
415 

2720 
3430 
4380 

D 

1:3.5 
1:2.4 
1:1.8 

1.64 
2.21 
2.71 

0.94 
0.86 
0.79 

0.118 
0.159 
0.195 

0.485 
0.444 
0.409 

0.603 
0.603 
0.604 

768 
1410 
2130 

214 
302 
364 

1230 
1940 
2840 

M 
C 

1:3 
1:0 

2.08 
7.42 

1.04 
0.00 

0.150 
0.534 

0.539 
0.000 

0.689 
0.534 

3100 
3680 

450 
698 

4010 
8040 

Note. — Sand  G  consists  of  granitic  particles,  large  and  rounded,  of  which 
27  per  cent  pass  a  screen  having  15  meshes  per  linear  inch. 

Sand  S  is  shelly,  with  medium-sized  grains,  of  which  83  per  cent  pass  a 
screen  having  15  meshes  per  linear  inch. 

Sand  D  is  from  the  French  dunes,  strongly  silicious,  fine  and  rounded,  of 
which  99  per  cent  pass  a  screen  having  46  meshes  per  linear  inch. 

Sand  M  is  ground  quartz,  with  angular  grains  of  three  sizes  artifically 
mixed  in  equal  parts. 

C  is  neat  cement. 


♦Compiled  from  Bulletin  de  la  Soci^te*  d'  Encouragement  pour  1'  Industrie 
Nationale,  1897,  Vol.  II,  p.  1593. 

■(Tabulated  in  "Concrete,  Plain  and  Reinforced/'  1911,  second  edition,  p.  136. 

{Absolute  volumes  of  any  ingredient  of  a  concrete  or  mortar  represent 
the  ratio  of  the  total  volume  of  the  solid  particles  of  the  ingredient  tp  the 
total  bulk  of  concrete.  The  volume  of  the  solid  particles  of  an  ingredient 
is  obtained  by  dividing  its  weight  by  its  specific  gravity.  The  sum  of  the 
absolute  volumes  of  the  dry  materials  gives  the  density  of  concrete  or  mor- 
tar, which  may  be  defined  as  the  ratio  of  the  total  volume  of  the  solid  par- 
ticles to  the  total  bulk  of  concrete,  or,  in  other  words,  the  total  volume  ot 
solid  particles  in  a  unit  volume  of  concrete. 
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The  relative  economy  of  mortars  of  different  sands  may  be  seen  by  com- 
parison of  the  quantity  of  cement  used  and  the  strength  of  the  mortars. 
For  example,  a  mortar  of  coarse  sand  in  proportions  1:1.8  by  weight 
contained  22.6%  cement  in  absolute1  volume,  corresponding  to  3.14 
barrels  cement  in  a  cubic  yard  of  mortar,  while  a  mixture  of  the  same 
cement  and  fine  sand  in  proportions  1:1.8  by  weight  contained  19.5% 
cement  in  absolute  volume  or  2.71  barrels  cement  per  cubic  yard 
of  mortar.  The  mortar  of  fine  sand  therefore  contained  14%  less 
cement  per  cubic  yard  than  the  mortar  of  coarse  sand.  When,  how- 
ever, we  consider  the  strength  of  the  two  mortars  at  the  age  of  five 
months,  we  find  the  compressive  strength  of  the  mortar  of  coarse 
sand  5970  pounds  per  square  inch  against  2840  pounds  per  square 
inch  for  the  mortar  of  fine  sand  in  the  same  proportions.  Thus,  while 
the  mortar  of  fine  sand  contained  only  14%  less  cement  than  the 
other,  its  compressive  strength  was  52%  less,  or  not  half  the  strength 
of  the  mortar  of  coarse  sand. 

From  the  same  series  of  tests,  it  appears  that  a  1:3  mortar  of  the 
coarse  sand  actually  had  greater  compressive  strength  than  the  1:1.8 
mortar  of  fine  sand,  the  coarse  sand  making  the  denser  mortar  and 
this  largely  over-balancing  the  difference  in  the  nominal  pf oportions. 

The  method  of  calculating  the  weight  of  cement  and  the  volume 
of  sand  per  cubic  yard  of  mortar  from  the  absolute  volumes  of  cement 
and  sand  in  the  table  is  illustrated  in  Example  6.  Example  7 
gives  the  method  of  determining  costs  of  mortars  with  different  sands 
for  the  purpose  of  comparing  the  actual  economical  value  of  two  sands. 

Example  6:  What  will  be  the  number  of  barrels  of  cement  and  the 
number  of  cubic  yards  of  loose  sand  per  cubic  yard  of  mortar,  in  one 
case  for  a  mortar  of  coarse  sand  like  G  in  Table  17,  in  proportions  1 :3 
by  dry  weight — assuming  that  the  sand  weighs  104  pounds  per  cubic 
foot  and  contains  3%  moisture — and,  in  another  case,  for  a  1:2  mortar 
by  dry  weight  of  fine  sand  like  D  in  Table  17, — assuming  that  it 
weighs  90  pounds  per  cubic  foot  and  contains  5%  moisture? 

Solution:  The  results  may  be  obtained  from  columns  (3)  and  (4), 
Table  17,  which  have  been  prepared  by  the  authors.  To  illustrate  the 
methods  of  computation,  the  processes  will  be  given  in  full.  In  the  table, 
the  quantities  of  cement  and  sand  are  given  in  terms  of  absolute  vol- 
ume, which  must  be  reduced  to  barrels  of  cement  and  to  cubic  yards  of 
loose  sand  per  cubic  yard  of  mortar.  Now,  1:3  mortar  is  not  given  in 
the  table  for  sand  G,  but  by  interpolation  we  may  estimate  for  this 
the  absolute  volume  of  cement  as  0.164  and  of  sand  as  0.592.    Similarly 
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1:2  mortar  of  sand  D  would  have  an  absolute  volume  of  cement  0.183 

and  of  sand  0.421.  To  convert  the  absolute  volume  of  cement  to  barrels 

per  cubic  yard,  we  have  simply  to  multiply  it  by  the  factor  13.9, 

which  is  the  weight  of  a  cubic  foot  of  water,  times  the  specific  gravity 

of  the  cement,  times  the  number  of  feet  in  a  cubic  yard,  divided  by  the 

weight  of  a  barrel  of  cement,  or,  in  figures,  62.4  X  3.1  X  27-5-376 

=  13.9.    We  have,  therefore,  in  the  1:3  mortar  of  coarse  sand,  0.164 

X  13.9  =  2.28  barrels  Portland  cement  per  cubic  yard  of  mortar  and 

in  the  1:2  mortar  of  fine  sand,  0.183  X  13.9  =  2.54  barrels  cement 

per  cubic  yard  of  mortar.    For  the  two  sands,  the  absolute  volume  of 

each  gives  the  ratio  of  solid  grains  of  sand  to  the  total  bulk  of  the 

mortar.     To  reduce  this  to  loose  measurement  of  sand,  therefore, 

find  the  volume  of  solids  in  a  unit  volume  of  loose  sand.     Sand  has  a 

specific  gravity  of  2.65,  which,  multiplied  by  the  weight  of  a  cubic 

foot  of  water,  62.4,  gives  165  pounds  as  the  weight  of  a  solid  cubic 

foot  of  rock  of  the  nature  of  sand. 

Taking  now  the  coarse  sand  and  deducting  the  moisture,  we  find 

that  a  cubic  foot  of  the  sand  loose  contains  104  —  3.1  =  100.9  pounds 

of  solid  grains,  which  weight  divided  by  165  gives  0.61  or  61%  solid 

90—4  5 

matter.    Similarly,  for  the  fine  sand  we  have '—  =  0.518  or  51f  % 

165 

solids.    Dividing  each  of  these  into  the  absolute  volumes  of  the  sand  in 

the  two  mortars,  we  find  for  the  1 :3  mortar  of  coarse  sand  — =  0.97 

0.610 

cubic  yards  loose  sand  per  cubic  yard  of  mortar.    Similarly,   for  the 

0  421 

1:2  mortar  of  fine  sand,— =  0.81  cubic  yards  loose  sand  per  cubic 

0.518  F 

yard  of  mortar. 

Example  7:  What  are  the  relative  costs  of  the  1 :3  mortar  of  coarse 
sand  and  the  1 :2  mortar  of  fine  sand  in  the  preceding  example,  with 
Portland  cement  at  $2.00  per  barrel,  the  coarse  sand  at  85j£  per  cubic 
yard,  and  the  fine  sand  at  50^  per  cubic  yard? 

Solution:  In  the  solution  of  the  preceding  example,  the  quantities 
of  materials  required  in  a  cubic  yard  of  each  mortar  are  computed 
and  they  are  also  given  directly  in  the  table.  We  therefore  simply 
need  to  multiply  these  quantities  by  the  unit  cost  of  the  materials. 

Mortab  op  Coarse  Sand  Mortar  op  Fine  Sand 

Cement 2.28bbl.       @$2.00  =  $4.56      2.54  bbl.     @$2.00  =  $5.08 

Sand 0.97  cu.  yd.  @$0.85  =    0.82      0.81  cu.  yd.  @  $0.50  =     0.40 

Totals $5.38  $5.48 
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The  cost  is  slightly  in  favor  of  the  coarse  sand,  although  the  coarse 
sand  costs  41%  more  per  cubic  yard  than  the  fine  and  a  larger  quan- 
tity of  it  is  required.  Comparing  the  two  mortars  in  the  table  on  page 
125,  however,  we  find  that  the  1 :3  mortar  of  coarse  sand  is  stronger 
and  denser  than  the  1:2  mortar  of  fine  sand,  and  is  therefore  the 
better. 

The  preceding  problems  illustrate  the  necessity  for  careful  compari- 
son of  sands,  and  also  how  easy  it  is  to  fall  into  the  error  of  using  a 
nominally  rich  mortar  with  k  poor  sand  when  leaner  mortar  of  good 
coarse  sand  would  be  better  and  cheaper. 

It  is  evident  that  rational  proportioning  of  ingredients  for  concrete 
and  mortar  is  of  prime  importance,  and  that  money  spent  in  scien- 
tific determining  of  proper  ingredients  and  proportions  will  not  only 
insure  the  safety  of  the  structure  but  in  most  cases  will  be  more  than 
counterbalanced  by  the  saving  in  cement.  The  methods  indicated  are 
somewhat  scientific,  but  a  study  of  such  principles  will  well  repay 
anyone  who  is  desirous  of  producing  concrete  at  the  lowest  possible 
cost.  Of  course  if  the  quantity  of  cement  and  sand  in  a  cubic  yard  of 
mortar  are  known  by  experiment, — and  experiment  is  the  proper  way 
to  test  such  materials, — the  problem  of  relative  cost  in  Example  7  may 
be  solved  at  once  without  the  preliminary  calculations  in  Example  (k 
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CHAPTER  VII 

TABLES  OF  QUANTITIES  OF  MATERIALS  FOR 
CONCRETE  AND  MORTAR 

The  quantities  of  materials  required  to  make  a  cubic  yard  of  con- 
crete are  an  important  factor  of  the  cost.  Even  if  the  cost  is  not 
estimated  in  advance,  the  materials  always  must  be  ordered  ahead, 
so  that  the  number  of  barrels  of  cement  and  the  quantity  of  sand  and 
stone  must  be  calculated. 

Contractors  with  little  experience  in  concrete  construction  have 
frequently  lost  money  by  assuming  that  the  quantity  of  gravel  or 
broken  stone  plus  the  quantity  of  sand  is  equal  to  the  volume  of 
the  finished  concrete;  thus,  by  this  reasoning,  6  cubic  yards  of 
1:2:4  concrete  would  require  2  cubic  yards  of  sand  and  4  cubic  yards 
of  gravel  or  broken  stone.  This  is  entirely  wrong,  since  the  grains  of 
sand  fill,  to  a  certain  extent,  the  spaces  or  voids  between  the  larger 
pebbles.  It  is  incorrect,  on  the  other  hand,  to  figure  the  quantity  of 
gravel  or  of  broken  stone  alone  as  exactly  equal  to  the  given  volume 
of  the  concrete,  because  the  introduction  of  the  mortar,  which  is 
always  in  excess  of  the  actual  voids,  ordinarily  swells  the  bulk.  As  a 
matter  of  fact,  with  ordinary  proportions  the  volume  of  the  compacted 
concrete  is  apt  to  be  about  10%  more  than  the  bulk  of  the  stone  or 
gravel  measured  loose.  The  effect  of  different  kinds  of  aggregates, 
especially  as  regards  the  percentage  of  voids,  has  been  discussed  in  the 
previous  chapter  on  Proportioning,  and  various  cases  have  been  con- 
sidered with  illustrations. 

In  the  present  chapter  are  presented  full  tables  giving  the  quantities 
of  materials  for  a  cubic  yard  of  concrete  under  ordinary  conditions  and 
also  the  volume  of  concrete  produced  with  one  barrel  of  cement  and 
various  proportions  of  aggregate.  (See  pp.  149  to  157.)  To  show 
clearly  the  principle  involved  in  a  concrete  mixture,  the  theory  is  dis- 
cussed briefly  and  formulas  for  quantities  are  given.  Incidentally, 
the  units  of  weight  and  volume  are  considered  and  the  necessity  for 
accurate  statement  of  proportions  is  emphasized. 

In  chapters  that  follow,  tables  are  given  for  estimating  the  sizes  and 
weights  of  steel  rods  for  reinforcement  (Chap.  XVIII),  the  quantity 

129 


130  CONCRETE  COSTS 

of  lumber  for  forms  (Chap.  XXI),  and  the  volume  of  concrete  in 
members  of  various  dimensions  (Chap.  XVII). 

The  character  of  the  materials  affects  the  volume  of  different  con- 
cretes even  when  mixed  in  the  same  proportions,  but,  while  it  is 
impossible  to  construct  tables  which  are  exactly  applicable  to  all 
conditions,  by  basing  the  values  upon  average  materials  the  data  are 
of  general  application,  The  effect  of  different  percentages  of  voids  in 
the  gravel  or  broken  stone  is  easily  allowed  for,  but  the  variations  in 
volume  of  the  concrete  or  mortar  due  to  difference  in  the  fineness  of 
the  sand  are  more  difficult  to  predicate  because  of  the  infinite  variety  of 
combinations  which  occur  in  nature.  Therefore,  while  the  tables  in 
the  following  pages  provide  for  stone  with  different  percentages  of 
voids,  to  avoid  complications  they  are  based  on  good  quality  of  me- 
dium coarse  sand  such  as  is  suitable  for  first-class  concrete,  giving 
for  comparison  (p.  139)  a  few  values  for  concrete  made  with  fine  sand 
and  (p.  149)  a  table  for  mortars  with  fine  sand.  For  closer  deter- 
minations it  is  suggested  that  two  or  three  tests  be  made  of  the  vol- 
ume of  concrete  produced  by  a  batch  of  the  materials  to  be  used,  mixed 
in  exactly  the  proportions  specified.  Mold  this  concrete  in  a  form 
holding  not  less  than  one  cubic  foot,  being  sure  that  none  of 
the  mix  is  left  over,  and?  after  the  concrete  has  set,  measure  its 
volume  very  exactly.  Knowing  the  weight  of  cement  used  in  the 
specimen,  compute  the  quantity  of  cement  per  cubic  yard  of  concrete. 

The  tables  are  the  result  of  a  comparison  of  tests  made  in  the  United 
States,  France  and  Germany.  All  available  literature  was  consulted 
in  their  preparation,  quantities  and  volumes  given  by  different  experi- 
menters were  carefully  studied,  and  values  were  selected  which  repre- 
sent average  materials  and  practical  conditions.  Since  the  first  issue 
of  the  tables,  the  values  have  been  checked  repeatedly  by  comparison 
with  records  on  construction  work. 

FULLER'S    RULE    FOR    QUANTITIES 

The  simplest  rule  for  determining  the  quantities  of  materials  for  a 
cubic  yard  of  concrete  is  one  devised  by  William  B.  Fuller.  Ex- 
pressed in  words,  it  is  as  follows: 

Divide  11  by  the  sum  of  the  parts  of  all  the  ingredients,  and  the  quo- 
tient will  be  the  number  of  barrels  of  Portland  cement  required  for  1 
cubic  yard  of  concrete.  The  number  of  barrels  of  cement  thus  found, 
multiplied  respectively  by  the  "parts"  of  sand  and  stone,  will  give  the 
number  of  barrels  of  each  required  for  1  cubic  yard  of  concrete,  and 
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multiplying  these  values  by  3.8  (the  number  of  cubic  feet  in  a  barrel), 
and  dividing  by  27  (the  number  of  cubic  feet  in  a  cubic  yard),  will  give 
the  quantities  of  sand  and  stone,  in  fractions  of  a  cubic  yard,  needed 
for  1  cubic  yard  of  concrete. 

To  express  this  rule  in  the  shape  of  formulas: 
Let 

c  =  number  of  parts  cement; 

^  =  number  of  parts  sand; 

g  =  number  of  parts  gravel  or  broken  stone. 
Then 

— ; ; —  =  P  =  number  of  barrels  Portland  cement  required  for 

one  cubic  yard  of  concrete. 

3  8 
P  X  s  X  75=-  =  number  of  cubic  yards  of  sand  required  for  one  cubic 

yard  of  concrete. 

3.8 
^XgX-x=  =  number  of  cubic  yards  of  stone  or  gravel  required 

for  one  cubic  yard  of  concrete. 

The  following  table  is  made  up  from  Fuller's  rule  and  represents 
fair  averages  of  all  classes  of  material.  The  first  figure  in  each  propor- 
tion represents  the  unit,  or  one  barrel  (4  bags),  of  packed  Portland 
cement  (weighing  376  pounds),  the  second  figure,  the  number  of  barrels 
loose  sand  (3.8  cubic  feet  each)  per  barrel  of  cement,  and  the  third 
figure,  the  number  of  barrels  loose  gravel  or  stone  (3.8  cubic  feet 
each)  per  barrel  of  cement: 

Materials  for  One  Cubic  Yard  of  Concrete 


Proportions 

Cement 
Barrels 

Sand 
Cubic  yards 

Gravel  or  Stone 
Cubic  yards 

l:l|:a 
1:2  :4 
1:2J:5 
1:3  :6 
1:4  :8 

2.00 
1.57 
1.29 
1.10 
0.85 

0.42 
0.44 
0.45 
0.46 
0.48 

0.84 
0.88 
0.91 
0.93 
0.96 

If  the  coarse  material  is  broken  stone  screened  to  uniform  size,  it 
will,  as  is  stated  above,  contain  less  solid  matter  in  a  given  volume  than 
an  average  stone,  and  about  5  per  cent  must  be  added  to  the  quantities 
of  M  the  materials.  If  the  coarse  material  contains  a  large  variety 
of  sizes  so  as  to  be  quite  dense,  about  5  per  cejnt  may  be  deducted  from 
all  of  the  quantities.  Digitized  by  C         ^le 
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Example  1:  What  materials  will  be  required  for  six  machine  founda- 
tions, each  5  feet  square  at  the  bottom,  4  feet  square  at  the  top,  and  8 
feet  high? 

Solution:     Each  pier  contains   163   cubic  feet,  and  the  six  piers 

therefore  contain  „ —  =  36.2  cubic  yards.  If  we  select  propor- 
tions 1:2^:5,  we  find,  multiplying  the  total  volume  by  the  quantities 
given  in  the  table,  that  there  will  be  required,  in  round  numbers, 
47  barrels  (or  188  bags)  cement,  16J  cubic  yards  loose  sand,  33  cubic 
yards  loose  gravel. 

WEIGHTS  AND  VOLUMES 

The  following  weights  and  volumes  are  based  upon  averages  of  a 
large  number  of  tests  by  the  authors  and  other  experimenters.  The 
net  weights  of  cement  per  barrel  are  the  standards  recommended  by 
the  American  Society  for  Testing  Materials. 

Portland  Cement,  weighs  per  barrel,  net 376  lb. 

Portland  Cement,  weighs  per  bag,  net 94  lb. 

Natural  Cement,  weighs  per  barrel,  net 282  lb. 

Natural  Cement,  weighs  per  bag,  net 94  lb. 

Cement  Barrel  weighs  from  15  to  30  lb.,  averaging  about 20  lb. 

Portland  Cement  is  assumed  in  standard  proportions  to  weigh  per  cubic 

foot : 100  lb. 

Packed  Portland  Cement,  as  in  barrels,  averages  per  cubic  foot  about . .  115  lb. 
Packed  Portland  Cement  based  on  a  barrel  holding  3.5  cubic  feet,  weighs 

per  cubic  foot 108J  lb. 

Loose  Portland  Cement  averages  per  cubic  foot  about 92  lb. 

Volume  of  Cement  Barrel,  if  cement  is  assumed  to  weigh  100  lb.  per 

cubic  foot 3.8   cu.  f t. 

American  Portland  Cement  Barrel  averages  between  heads  about . .  3.5  cu.  f t. 
Foreign  Portland  Cement  Barrel  averages  between  heads  about. . .  3! 25  cu.  ft. 

Natural  Cement  Barrel  averages  between  heads  about 3.75  cu.  ft. 

Weight  of  Paste  of  neat  Portland  cement  averages  per  cubic  foot 

about 137  lb. 

Volume  of  Paste  made  from  100  pounds  of  neat  Portland  cement 

averages  about 0.86  cu.  ft. 

Volume  of  Paste  made  from  one  barrel  of  neat  Portland  cement 

averages  about  ,  3.2   cu.  ft. 

Weight  of  Portland  Cement  Mortar  in  proportions  1 : 2 J  averages 

per  cubic  foot 135  lb. 

Weight  of  Concrete  and  Mortar  varies  with  the  proportions  as  well  as 

with  the  materials  of  which  it  is  composed. 
Weight  of  Portland  Cement  Concrete  per  cubic  foot  after  setting : 

Cinder  Concrete  averages 1 12  lb. 

Conglomerate  Concrete  averages 150  lb. 

Gravel  Concrete  averages 150  lb. 

Limestone  Concrete  averages    148  lb. 

Sandstone  Concrete  averages 143  lb. 

Trap  Concrete  averages 155  lb. 

Loose  Unrammed  Concrete  is  5%  to  25%  lighter  than  concrete  in  place, 
varying  with  the  consistency. 
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Formerly  the  net  weight  per  barrel  of  Portland  cement  was  380 
pounds,  of  eastern  Natural  cement,  300  pounds,  and  of  western  Natural 
cement,  265  pounds. 


EXPERIMENTS  UPON  WEIGHT  OF  CEMENT 

Experiments  for  the  Boston  Transit  Commission  upon  31  barrels 
of  Portland  cement  of  American  and  foreign  brands  illustrate  the 
variation  in  weight  of  the  same  cement  differently  compacted.  From 
the  summary  of  these  tests  presented  in  the  table  below,  it  appears 
that  the  same  cement  may  vary  in  weight  from  85  pounds  per  cubic 
foot,  when  sifted,  up  to  119  pounds  per  cubic  foot,  when  packed 
in  a  barrel.  One  German  cement  packed  in  the  original  barrel 
weighs  as  high  as  123  pounds  per  cubic  foot. 

Tests  of  Capacity  of  Portland  Cement  Barrels  and  Weight  of  Contents 

(Seep.  133) 

Tabulated  by  the  authors  from  measurements  of  Boston  Transit  Commission,  1896, 

Howard  A.  Carson,  Chief  Engineer 
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A 

2.121.437 

1.622 

3.446 

0.17 

0.235 

3.21 

3.75 

3.432 

377.4 

376.9 

117.5,100.5 

109.4 

90.6 

21.1 
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B 

2.191.430 

1.605 

3.495 

0.120.171 

3.35 

4.17 

381.0 

113.8  91.4 

29.0 
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2.07 
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3.249  0. 07*0. 096 
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112.8  94.2 

22.7 
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2.01 

1.407 

1.554 

3.123 

0.070.093 

3.03 

3.99 

3.522 

373.2 

371.4 
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E 
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0.040.059 
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89.2 

24.3 
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F 
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378.0 
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88.5 
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22.0 

5 

G 

2.011.46 

1 
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3.327 

0.100.148 
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4.06 

3.598 

370.7 

370.2 

115.7 

91.4 
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Note— A  and  B  are  American  Cements;  C,  D,  E  and  F  are  German  Cements;      G 
a  Danish  Cement;  Paper  weighs  about  1  lb. 
*Box  rocked  over  bar. 
fPartial  averages,  to  be  compared  only  with  like  brands. 

From  these  experiments  the  ratios  of  volume  and  weights  of  the 
same  cements  in  different  degrees  of  compactness  may  be  estimated 
as  follows: 
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Ratio  of  volume  of  packed  cement  to  capacity  of  barrel  between  heads  0.97 

Ratio  of  volume  packed  to  volume  loose 0.78 

Ratio  of  volume  packed  to  volume  shaken 0.88 

Ratio  of  volume  loose  to  volume  shaken 1.13 

Ratio  of  weight  packed  to  weight  loose 1.28 

Ratio  of  weight  packed  to  weight  shaken 1.13 

Ratio  of  weight  packed  to  weight  sifted 1.37 

SPECIFYING  THE  PROPORTIONS  OF  CONCRETE 

Proportions  must  be  stated  so  clearly  that  there  will  be  no  oppor- 
tunity for  disagreement  between  the  engineer  and  the  contractor. 
There  is  no  objection  to  stating  proportions  by  parts,  giving  them  in 
the  order  of  their  fineness  and  separated  by  colons — 1:2:4,  for  example, 
meaning  one  part  cement  to  2  parts  sand  to  4  parts  stone — but  the 
unit  of  measurement  must  be  distinctly  specified.* 

Although  cement  is  now  generally  packed  in  bags,  a  barrel  of  cement 
is  the  commercial  unit.  The  variation  in  the  weight  and  volume  of 
cement,  according  as  it  is  loose  or  packed,  has  been  discussed  on 
page  133.  For  the  sake  of  uniformity,  the  standard  unit  of  measure- 
ment is  now  considered  as  a  barrel  of  cement  weighing  376  pounds  and 
assumed  to  occupy  a  volume  of  3.8  cubic  feet.  Thus,  proportions  1 :2 :4 
represent  one  barrel  (4  bags)  cement  to  7.6  cubic  feet  of  sand  to  15.2 
cubic  feet  of  gravel  or  broken  stone.  Cement  is  measured  by  counting 
the  bags,  and  sand  and  stone  by  measuring  the  loose  volume. 

The  importance  of  specifying  a  definite  unit  is  illustrated  by  the 
variety  of  standards  which  have  been  adopted  by  different  engineers. 
The  unit  of  measurement  has  been  specified  variously  from  3.1  to  4.5 
cubic  feet  per  barrel  and  3.5  and  4  cubic  feet  are  still  frequently  used. 
The  difference  in  the  cost  of  the  concrete  with  proportions  based  on 
these  two  units  is  illustrated  in  the  following  example. 

Example  2:  If  a  contractor,  bidding  on  1:2$: 5  concrete,  based  his 
bid  on  a  unit  measurement  of  4  cubic  feet  to  the  barrel  and  found  later 
that  he  must  measure  his  materials  on  a  basis  of  3.5  cubic  feet  to  the 
barrel,  what  would  be  his  loss  per  cubic  yard  of  concrete  with  cement 
at  $2.00  per  barrel? 

Solution:  Values  are  given  on  pages  150  and  152  for  quantities  of 
materials  based  on  both  of  the  units.    For  the  3.5  unit,  assuming  45% 

*  Formerly,  it  was  common  practice  with  mortar  to  give  the  number  of  parts  of 
sand  before  the  cement,  2  to  1,  for  example,  meaning  2  parts  of  sand  to  one  part  of 
cement,  but,  since  it  is  the  universal  practice  in  proportioning  concrete  to  give  the 
cement  first,  the  same  arrangement  should  be  followed  with  mortar.  Thus  12  mortar 
means  one  part  cement  to  2  parts  sand. 
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voids  in  the  stone,  1.39  barrels  of  cement  would  be  required  per  cubic 
yard  of  concrete,  and  with  the  4  cubic  feet  unit,  1.24  barrels  cement 
per  cubic  yard,  a  difference  of  0.15  barrel  cement  per  cubic  yard, 
which  at  $2.00  per  barrel  would  represent  a  loss  of  $0.30  per  cubic 
yard  on  the  contract.  On  some  contracts,  this  difference  might  be 
sufficient  to  convert  a  small  profit  into  a  loss. 

THEORY  OF  A  CONCRETE  MIXTURE 

The  volume  of  fresh  concrete  or  mortar  produced  by  any  mixture 
of  cement  and  aggregate  is  equal  to  the  sum  of  the  volume  of  the  sepa- 
rate particles  of  the  cement,  the  sand,  and  the  other  dry  materials,  the 
water  contained  in  the  aggregate  and  added  in  mixing,  and  the  small 
volume  of  air  entrained  between  the  particles.  The  volume  of  mortar 
or  concrete  when  set  is  not  appreciably  different  from  its  compacted 
volume  when  fresh  or  green,  except  that  very  wet  mixtures 
occupy  slightly  more  space  than  mixtures  of  medium  consistency,  but 
before  setting  expel  a  portion  of  the  water  because  of  the  greater  speci- 
fic gravity  of  the  solids.  The  volumes  of  the  particles  of  dry  materials 
are  termed  absolute  volumes  as  distinguished  from  the  apparent 
volumes  determined  by  measuring  the  materials.* 

The  fact  that  water  actually  occupies  space  in  a  mass  of  fresh  con- 
crete or  mortar  has  been  entirely  ignored  by  many  writers  on  the  sub- 
ject of  concrete  mixtures.  The  fact  has  been  stated  (p.  124)  that  fine 
sand  with  cement  produces  a  larger  bulk  of  mortar  than  coarse 
sand  mixed  with  cement  in  the  same  proportions.  While  this  is  due 
partly  to  the  fact  that  the  finest  grains  of  the  sand  are  nearly  the  same 
size  as  the  grains  of  cement,  and  therefore  force  the  latter  apart,  the 
chief  cause  is  the  extra  water  which  the  fine  sand  requires  when  being 
gaged.  This  water  occupies  actual  space  in  the  mass,  forming  a  film 
around  the  sand  grains  so  as  to  keep  them  apart  even  as  the  concrete 
sets.  Mr.  R.  Feret  of  France  has  shown  that  every  sand  requires  a 
fixed  percentage  of  water  to  gage  it  to  plastic  consistency.  This  per- 
centage may  vary  from  3%  to  23%  by  weight. t  It  is  evident,  there- 
fore, that  the  volume  of  the  water  is  one  of  the  increments  in  the  vol- 
ume of  concrete  and  must  be  considered. 

*  See  page  125. 

f  See  Taylor  and  Thompson's  "  Concrete,  Plain  and  Reinforced,"  second  edition.. 
p.  179. 
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FORMULAS  FOR  QUANTITIES  OF    MATERIALS 
AND  VOLUMES 

Concrete  when  it  is  placed  is  composed  of: 
solid  particles  of  cement; 
solid  particles  of  sand; 

water  required  for  mixing  the  mortar,  plus  the  entrained  air; 
solid  particles  of  stone; 

water  coating  particles  of  stone,  plus  air  voids  produced  in 
mixing. 
The  sum  of  these  volumes,  taking  the  water  as  the  quantity  left 
in  the  concrete  after  the  excess  sometimes  used  in  mixing  has  been 
expelled,  will  be  substantially  the  same  as  the  volume  of  the  set  con- 
crete. 

As  indicated  on  page  135,  the  required  amount  of  water  varies 
with  the  character  of  the  materials,  especially  with  the  sand.  The 
percentage  of  air  voids  in  concrete  also  varies  with  the  proportions  of 
the  mixture,  a  lean  mortar  containing  more  air  voids  than  a  rich  one. 
By  what  appears  to  be  a  peculiar  coincidence,  experiments  show  that 
with  ordinary  bank  sand  the  sum  of  the  water  and  the  air  voids  in  a 
mortar  is  approximately  constant  with  different  proportions  of  the 
same  cement  and  sand. 

The  above  quantities  may  be  expressed  as  a  formula,  which  will 
permit  the  determination  of  the  quantity  of  concrete  with  different 
kinds  of  sand  and  stone. 

For  notation,  let 
B  =  number  of  barrels  cement, 

Q  =  quantity  of  concrete  made  with  B  barrels  cement, 
Qi  =  quantity  of  concrete  made  with  one  barrel  cement, 
S  =  volume  of  loose  sand  in  cubic  feet, 

G  =  volume  of  broken  stone  6r  gravel  or  cinders  in  cubic  feet, 
v   =  absolute  voids  in  sand  determined  by  weight  method, 
1  —  9  =s  volume  of  solid  grains  in  a  unit  volume  of  loose  sand, 
i/  =  absolute  voids  in  stone, 

!•  —  v'  =  volume  of  solid  particles  in  a  unit  volume  of  loose  stone, 
r    =  ratio  of  volume  of  water  plus  air  entrained  in  gaging  to  the  sum 

of  the  volumes  of  solid  particles  of  cement  and  sand, 
p   =  ratio  of  volume  of  water  coating  stone  particles  plus  air  voids, 
due  to  imperfect  mixing,  to  the  sum  of  the  volumes  of  the  solid 
particles  of  the  stone, 
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then 

Q  =  (1  +  r)  [1.95*  B  +  (1  -  v)  S\  +  (1  +  p)  (1  -  v')  G    (1) 

In  this  formula  v  and  »'  can  be  determined  by  experiments  for  any 
sand  and  stone.  (Seep.  112).  The  value  of  p  may  be  taken  as  0.08 
for  all  conditions  without  appreciable  error  (this  value  having  been 
found  by  study  of  tests) ,  while  the  value  of  r  is  a  variable,  ranging  from 
0.30  for  very  coarse  sand  to  0.70  for  extremely  fine  sand,  with  0.34 
for  ordinary  coarse  bank  sand;  this  ratio  meaning  that  the  water  plus 
the  air  voids  in  ordinary  mortar  is  34%  of  the  volume  of  the  solid 
particles.    Reducing  the  formula  to  ordinary  conditions,  it  becomes 

FOR  CONCRETE  WITH   GOOD   COARSE  SANDf 

Q  =  1.34    [1.95*  £  +  (1  -  v)  S]  +  1.08    (1  -  v')G  (2) 

Since  it  is  difficult  to  determine  in  advance  the  exact  characteris- 
tics of  the  sand  to  be  used  for  ordinary  ccmditions,  a  cubic  foot  of 
loose  moist  sand  may  be  assumed  to  weigh  93  pounds,  of  which  4 
pounds  is  moisture,  leaving  89  pounds  of  dry  grains  per  cubic  foot  of 
sand,  which  corresponds  to  46  %  voids  or  v  =  0.46.  Thus,  with  aver- 
age sand,  the  formula  becomes  for  one  barrel  of  cement 

Qi=  2.61  +  0.723  S  +  1 .08  (1  -  v')  G  (3) 

The  number  of  barrels  of  cement  in  a  cubic  yard  of  concrete  is 
found  by  dividing  27  (the  number  of  feet  in  a  cubic  yard)  by  the  value 
oiQu 

Example  S:  How  many  barrels  of  cement  are  required  for  a  cubic 
yard  of  1:3:6  concrete,  using  good  coarse  sand  and  crushed  stone  with 
50%  voids? 

Solution:  Taking  the.  volume  of  a  barrel  as  3.8  cubic  feet,  we  have 
for  the  volume  of  sand  required  with  one  barrel  of  cement,  with  the 
given  proportions  of  concrete,  1:3:6,  S  =  3.8  X  3  =  11.4  cubic  feet, 

*  This  value  converts  the  solid  particles  of  cement  into  terms  of  per  barrel  and  may 

376 
be  considered  simply  as  a  constant  for  all  cases.   It  represents  _0  _      in  which  the 

O  Z  .4  X  o .  1 

numerator  is  the  number  of  pounds  of  cement  in  a  barrel  and  the  denominator  is  the 
weight  of  a  cubic  foot  of  water  times  the  specific  gravity  of  the  cement.  The  fraction 
thus  represents  the  ratio  of  the  weight  of  a  barrel  of  cement  to  the  weight  of  a  solid  cubic 
foot  of  cement. 

f  The  derivation  of  the  formulas  is  given  more  fully  in  Taylor  &  Thompson's  "  Con- 
crete, Plain  and  Reinforced,"  second  edition,  1911,  p.  223Pigitized  by  C 
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and  for  the  volume  of  stone,  G  =  3.8  X  6  =  22.8  cubic  feet.     Using 

in  formula  (3)  these  values  and  the  given  value  for  v',  we  have: 

Qx  =  2.61  +  (0.723  X  11.4)  +  (1.08  X  0.50  X  22.8)  =  23.2  cubic  feet. 

If  one  barrel  of  cement  will  make  23.2  cubic  feet  of  1:3:6  concrete, 

27 
in  a  cubic  yard  there  will  be  rr-r  or  1.16  barrels  of  cement.  This  value 

may  be  taken  directly  from  Table  22  on  page  151. 

FOR    CONCRETE    WITH    VERY    FINE    SAND 

For  v  =  0.545  and  r=0.60,  the  formula  (3)  changes  to 

Qi  =  1.60  [1.95+0.4555]  +  1.08  (1  -  v')G 
Qi  =  3.11  +  0.7285  +  1.08  (1  -v')G  (4) 

The  sand  to  which  this  formula  applies  is  assumed  to  be  so  fine  that  all 
of  it  passes  a  sieve  having  20  meshes  per  linear  inch,  and  all  but  about 
15%  of  it  passes  a  sieve  having  40  meshes  per  linear  inch.  A  fine 
sand  like  this  may  be  assumed  to  weigh,  loose  with  natural  moisture, 
about  80  pounds  per  cubic  foot,  of  which  5  pounds  is  moisture,  leav- 
ing 75  pounds  of  dry  grains  per  cubic  foot.  The  voids,  that  is,  the 
spaces  occupied  by  air  and  moisture,  in  such  a  sand  will  run  as  high 
as  54J%.    (See  Table  16,  p.  114) 

Example  4 '  .  What  is  the  quantity  of  concrete  made  from  on'e  barrel 
of.  cement  mixed  in  proportions  1:2:4,  by  volume,  using  fine  sand 
having  54|%  of  voids  and  broken  stone  with  45%  of  voids? 

Solution:  Assuming  the  volume  of  a  barrel  as  3.8  cubic  feet,  we 
have  for  the  volume  of  sand,  S,  for  a  1:2:4  concrete,  3.8  X  2  =  7.6 
cubic  feet,  and  for  the  volume  of  stone,  G,  3.8  X  4  =  15.2  cubic  feet. 
Substituting  these  values  and  the  value  for  v',  in  formula  (4),  we  have 

Qi=  3.11  +  (0.728  X  7.6)  +  (1.08  X  0.55  X  15.2)  =  17.7  cubic  feet. 
This  value  may  be  taken  directly  from  Table  18,  on  page  139. 

Example  5:  How  would  the  result  in  the  preceding  example  be 
changed  by  using  dried  sand  weighing  100  pounds  per  cubic  foot? 

Solution:  From  Table  15,  page  113,  we  find  that  sand  weighing  100 
pounds  per  cubic  foot  with  0%  of  moisture  has  39.4%  voids.  Chang- 
ing in  the  previous  example  v'=  0.545  to  vf=  0.394,  the  volume  of 
concrete  per  barrel  of  cement  will  be 

&=  3.11  +  (1.60  X  0.394  X  7.6)  +  (1.08  X  0.55  X  15.2) 

=  16.96  cubic  feet.       3itizedbyC 
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VOLUME    OF    CONCRETE   WITH   FINE   VS.    COARSE    SAND 

To  illustrate  the  difference  in  volume  of  concrete  with  the  same 
stone  but  with  fine  and  coarse  sand,  the  following  Table  18  is  com- 
puted for  a  few  ordinary  proportions.  It  will  be  seen  that  the  values 
for  ordinary  coarse  sand,  which  correspond  with  the  values  in  the  tables, 
pages  151  and  154,  are  always  somewhat  less  but  vary  so  little  from 
the  fine  sand  quantities  that  the  regular  tables  may  be  used  for  all 
kinds  of  gands  without  appreciable  error. 

If  the  fine  sand  is  dried  before  measuring,  its  weight  per  cubic  foot 
will  be  greatly  increased  and  the  bulk  of  concrete  will  be  still  larger 
than  shown  in  this  table. 


TABLE  18.    MATERIALS  AND  VOLUMES  FOR  A  CONCRETE 
MADE  WITH  FINE  VS.  COARSE  SAND 

Based  on  a  Barrel  of  3.8  Cubic  Feet.    Stone  with  45%  voids. 
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FINE   8AND 


Cu.  Ft. 
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17.7 

21.3 

24.9 

TABLES  AND  CURVES  OF  QUANTITIES  AND  VOLUMES 

Tables  21  to  23  give  the  quantities  of  cement,  sand,  and  stone 
required  for  one  cubic  yard  of  concrete  in  place,  while  Tables  24  to  26 
give  the  volume  of  concrete  made  from  one  barrel  of  cement.  The  first 
three  tables  are  of  use  for  estimating  the  quantity  of  each  material 
required  in  a  certain  piece  of  work,  while  the  second  set  shows  how 
much  concrete  can  be  made  with  one  barrel  of  cement  and  the  sand 
and  cement  in  different  proportions.  In  all  of  the  tables,  the  propor- 
tions are  expressed  by  parts  and  also  by  volumes,  so  that  there  can  be 
no  mistake  in  the  method  of  measuring. 
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The  first  six  items  in  the  concrete  tables,  which  refer  to  a  mix- 
ture of  sand  and  stone,  assume  that  the  stone  is  graded  from  fine  to 
coarse,  so  as  to  contain  sufficient  fine  material  to  make  a  dense  con- 
crete. 

Ordinarily  use  Table  22  and  Table  25,  as  these  are  based  on  stand- 
ard units. 

Values  are  given  for  stone  with  various  percentages  of  voids.  The 
kind  of  material,  usually  having  the  given  percentage  of  voids,  is  also 
stated.  For  ordinary  estimates,  where  the  voids  are  not  known  in 
advance,  the  45%  columns  should  be  used. 

The  cement  is  assumed  to  be  American  Portland,  but  European 
brands  will  give  the  same  results.  Natural  cement  weighs  less  per 
barrel  than  Portland,  but  the  bulk  of  paste  made  from  a  barreMs 
nearly  the  same  as  from  a  barrel  of  Portland  cement;  therefore,  the 
resulting  volumes  of  Natural  cement  mortar  and  concrete  in  similar 
proportions  will  be  substantially  the  same. 

The  sand  is  assumed  to  weigh,  loosely  measured,  93  pounds  per  cubic 
foot,  including  4%  natural  moisture,  that  is,  including  about  4  pounds 
of  moisture  per  cubic  foot.  This  has  been  found  by  comparison  with 
a  very  large  number  of  experiments  to  represent  average  conditions 
for  natural  sand  as  it  comes  from  the  bank.  If  the  sand  is  heavier 
than  this,  the  quantity  of  cement  required  for  a  cubic  yard  of  con- 
crete or  mortar  will  be  slightly  less  than  the  tabular  values. 

A  comparison  of  the  volume  of  concrete  with  coarse  and  fine  sand 
is  illustrated  in  the  table  on  page  139. 

Examples  illustrating  the  use  of  the  tables  are  given  on  page  145. 

Curves,  from  which  the  quantity  of  cement  required  in  a  cubic 
^yard  of  concrete  of  different  proportions  may  be  taken  directly, 
are  given  on  page  146.  These  curves  correspond  with  the  45%  column 
of  Table  22.    Examples  of  the  use  of  the  curves  are  given  6n  page  144. 

Tables  of  the  volume  of  mortar  and  quantities  of  materials  required 
per  cubic  yard  with  both  coarse  and  fine  sand  are  given  on  page   149. 

Method  of  Compiling  Tables.  The  value  of  tables  such  as  are 
contained  in  this  chapter  depends  upon  the  accuracy  with  which  the 
figures  agree  with  average  conditions  occurring  in  practice. 

As  is  indicated  by  the  discussion  on  preceding  pages,  the  composi- 
tion of  concrete  is  more  complex  than  would  appear  on  superficial 
study,  and  in  order  to  give  quantities  and  volumes  which  will  apply 
to  different  proportions  and  different  conditions,  it  is  necessary  not 
merely  to  interpolate  between  the  results  from  experimental  tests, 
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but  to  so  thoroughly  analyze  these  tests  and  compare  the  results 
obtained  by  different  experimenters  that  the  causes  of  the  variations 
may  be  discovered  and  provided  for. 

As  a  basis  for  the  investigation,  the  series  of  tests  made  by  Mr. 
William  B.  Fuller,  of  Little  Falls,  N.  J.,*  which  cover  a  very  large 
field,  were  taken  and  thoroughly  analyzed  to  determine  the  effect 
of  the  different  ingredients  in  the  concrete,  and  then  the  results  were 
corrected  to  bring  them  into  close  line  with  average  results  of  various 
exact  experiments  made  in  the  United  States  and  in  Europe.  To 
still  further  provide  for  the  variation  which  will  occur  in  any  tests, 
the  formulas  given  on  page  137  were  evolved,  and  these  were  used  as 
an  aid  in  computation  of  the  tables.  The  values  obtained  therefore 
are  not  only  rational  but  they  agree  with  the  quantities  and  volumes 
obtained  in  actual  construction. 

Since  the  first  publication  of  the  tables,  several  engineers  have 
called  the  attention  of  the  writers  to  their  practical  agreement  with 
actual  records.  The  tables  have  been  compared,  for  example,  with 
the  quantities  obtained  on  several  sections  of  the  Metropolitan  Water 
Works  of  Massachusetts,  on  the  new  Croton  Dam  in  New  York,  and 
various  other  large  works. 

The  values  in  the  average  tables  agree  closely  with  experiments  by 
Mr.  Edwin  Thacherf  when  allowance  is  made  for  the  fact  that  his 
unit  of  measure  for  sand  and  stone  is  a  barrel  of  4.12  cubic  feet. 
Tests  of  Mr.  SabinJ  at  St.  Mary's  Falls,  Mich.,  give  a  smaller  quantity 
of  cement  per  cubic  yard  than  the  author s'  tables,  but  Mr.  Sabin's 
tests  were  made  with  dried  sand  weighing  100  pounds  per  cubic 
foot,  whereas  the  values  given  in  our  tables  a* ;  based  upon  sand 
containing  natural  moisture.  The  Michigan  sand  was  also  finer  than 
that  which  we  have  assumed  as  an  average,  so  that  it  produced  a  larger 
bulk  of  mortar  using  the  same  proportions. 

QUANTITY  OF   MATERIALS  FOR  RUBBLE  CONCRETE 

Rubble  concrete  is  merely  plain  concrete  with  large  pieces  of  stone 
distributed  through  it.  The  term  includes  all  classes  of  concrete  in 
which  large  stones  are  placed  by  hand  or  by  machinery.    In  some  cases. 

*See  Taylor  &  Thompson's  "Concrete,  Plain  and  Reinforced,"  second  edition, 
p.  376. 

f  Johnson's  Materials  of  Construction,  fourth  edition,  1910,  p.  610a. 
1  Sabin's  "Cement  and  Concrete,"  second  edition,  1907,  p.  193. 
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the  mass  may  consist  essentially  of  large  stones  laid  in  joints  of  con- 
crete instead  of  mortar.  The  volume  of  rubble  concrete  produced  with 
a  barrel  of  cement  is  the  quantity  of  the  plain  concrete,  in  the  given 
proportions,  plus  the  sum  of  the  volumes  of  the  large  stones  imbedded 
in  this  concrete.  Unless  the  fundamental  principles  are  understood, 
errors  may  easily  be  made  in  computing  the  costs  under  different 
conditions. 

The  cost  of  rubble  concrete  in  large  masses  is  usually  less  than  that 
of  plain  concrete,  because  the  expense  of  crushing  the  stones  which 
are  used  as  rubble  is  saved  and  the  rubble  stones  replace  a  mass  of 
mixed  cement  and  aggregate,  thereby  saving  a  portion  of  the  cement. 
Since  also  the  stone  is  heavier  than  concrete  made  from  the  crushed 
material,  the  replacing  of  portions  of  the  latter  by  the  large  stones 
increases  the  weight  of  the  concrete  and  therefore  its  value  for  certain 
classes  of  construction.  Large  masses  of  rubble  concrete  usually 
can  be  laid  cheaper  than  ordinary  concrete,  but  where  the  mass  is 
small,  and  separate  machinery  would  be  required  for  handling  large 
stone,  its  use  may  not  be  economical.  It  is  especially  adapted  for  use 
where  the  concrete  materials  are  handled  with  derricks  because  the 
same  derricks  can  hook  the  stone  and  transport  it  to  place  in  trays. 

In  comparison  with  large  masses  of  rubble  masonry  laid  in  cement 
mortar,  rubble  concrete  of  similar  quantity  is  almost  invariably 
cheaper  because  scarcely  any  skilled  labor  is  required.  In  comparing 
the  cost  of  rubble  masonry  laid  in  Natural  cement  mortar  with  rubble 
concrete  made  with  Portland  cement,  the  fact  must  be  considered  that 
a  wall  of  Portland  cement  rubble  concrete  may  be  thinner  than  one  of 
Natural  cement  masonry,  or  it  may  be  made  with  leaner  proportions 
of  cement  because  of  the  greater  strength  of  the  Portland  cement. 

The  quantity  of  cement  used  in  rubble  concrete  varies  not  only  with 
the  proportions  of  the  concrete  mixture,  but  with  the  percentage 
of  rubble  introduced.  Much  less  cement  is  required  in  the  concrete 
than  in  mortar  of  similar  strength,  but  the  concrete  joints  must  be 
thicker  than  mortar  joints,  so  that  sometimes  more  cement  is  required 
per  cubic  yard  for  rubble  concrete  than  for  rubble  masonry.  By  using, 
however,  large  sized  stone  spaced  as  close  as  practical,  the  quantity 
of  cement  per  cubic  yard  may  be  brought  even  below  that  for  rubble 
masonry,  so  that  expense  is  saved  in  materials  as  well  as  in  labor. 

Percentage  of  Rubble  in  the  Mass.  Rubble  concrete  is  best 
classified  with  respect  to  the  percentage  of  large  stone  or  rubble 
contained  in  it.    This  percentage  represents  the  ratio  of  the  sum  of 


QUANTITIES  OF  MATERIALS  FOR  CONCRETE         143 

the  volumes  of  the  pieces  of  large  stone  in  a  unit  volume  of  rubble 
concrete  to  the  total  set  volume  of  the  rubble  concrete.  For  ex- 
ample, suppose  a  cubic  yard  of  rubble  concrete  contains  9  blocks 
of  stone  averaging  one  cubic  foot  each  in  volume,  there  would  then 
be  9  cubic  feet  of  rubble  in  a  cubic  yard  of  concrete  and  the  per- 

9 
centage  of  rubble  would  be  —  =  33|%.     The  percentage  of  large 

stone  in  rubble  concrete  may  vary  from  20%  to  60%  through  varia- 
tion in  size  and  spacing  of  the  large  stone  in  the  mass.  Where  the 
mass  of  concrete  is  large  enough  to  permit  it,  it  is  always  most  eco- 
nomical to  use  the.  largest  stone  which  can  be  handled  by  the  machinery 
available,  because  the  largest  stone  replace  the  greatest  quantity  of 
plain  concrete  and  therefore  save  the  largest  amount  of  cement.  By 
using  a  wet  mixed  concrete  and  carefully  placing  the  stone,  they  may 
be  laid  as  close  together  as  3  inches  with  good  results. 

Measurement  of  the  Rubble  and  of  the  Concrete.  The  quan- 
tity of  plain  concrete  contained  in  a  cubic  yard  of  rubble  concrete, 
and  therefore  the  number  of  barrels  of  cement  per  cubic  yard,  may 
be  computed  if  the  percentage  of  rubble  is  known  or  is  estimated, 
since  the  quantity  of  plain  concrete  is  reduced  in  proportion  to  the 
percentage  of  rubble.    This  is  illustrated  in  the  following  example. 

Example  6:  If  rubble  concrete  is  to  contain  60%  of  rubble  stone, 
the  plain  concrete  being  mixed  in  proportions  1 :3 :6,  how  many  barrels 
of  cement  will  be  required  per  cubic  yard  of  the  rubble  concrete? 

Solution:  The  quantity  of  the  plain  concrete  in  a  cubic  yard  will 
be  reduced  60%  by  the  introduction  of  the  rubble,  that  is,  only  40% 
of  it  will  be  required.  From  Table  22  on  page  151,  1.11  barrels  of 
cement  are  required  per  cubic  yard  of  average  1:3:6:  concrete,  hence 
1.11  X  0.40  =  0.44  barrels  of  cement  will  be  necessary  per  cubjc 
yard  of  rubble  concrete.  The  quantities  of  the  sand  and  stone  will 
be  reduced  in  like  ratio.  The  same  result  may  be  obtained  directly 
from  Table  27  on  page  156. 

Estimating  the  Quantity  of  Rubble.  In  estimating,  it  is  always 
necessary  to  determine  the  quantity  of  rubble  to  use,  and  this  is 
expressed  in  several  ways  which  may  be  illustrated  by  examples. 

(1)  By  loose  measurement  of  the  rubble  stone.  The  volume  of 
loose  rubble  depends  upon  the  voids,  which  may  vary  from  40%  to 
50%  of  the  total  bulk  according  to  the  shape  of  the  stones  and  the 
method  of  handling.    An  average  value  for  voids  may  be  assumed  as 
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45%.  Rounded  stones  like  field  stones  will  compact  closer  and  aver- 
age about  40%. 

Example  7:  How  many  cubic  yards  of  loose  rubble  will  be  re- 
quired per  cubic  yard  of  rubble  concrete  containing  20%  rubble? 

Solution:  Assuming  the  voids  in  the  loose  rubble  to  be  45%,  0.55 
of  the  mass  will  be  solid  stones,  and  since  the  solid  stones  are  to  occupy 
20%  or  0.20  of  the  mass  of  the  rubble  concrete,  there  will  be  required 

_L_  =  0.36  cubic  yards  of  loose  rubble  per  cubic  yard  of  rubble 
O.o5 

concrete. 

(2)  By  solid  ledge  measurement  of  the  .stone.  The  quantity  of 
rubble  per  cubic  yard  of  rubble  concrete  is  then  obtained  directly 
from  the  percentage. 

Example  8:  How  much  stone  measured  in  the  ledge  will  be  re- 
quired for  a  cubic  yard  of  rubble  concrete  containing  20%  rubble? 

Solution:  Since  there  is  20%  of  rubble  or  0.20  of  the  mass  of  the 
rubble  concrete,  the  quantity  of  rock  measured  in  the  ledge  per  cubic 
yard  of  rubble  concrete  will  be  0.20  cubic  yard. 

(3)  By  weight  of  the  rubble  stone.  This  varies  with  the  specific 
gravity  of  the  rock,  or,  in  other  words,  with  the  weight  of  a  solid  cubic 
foot  of  the  rock. 

Example  9:  What  weight  of  ordinary  limestone  will  be  required  for 
a  cubic  yard  of  rubble  concrete  using  20%  rubble? 

Solution:  Limestone  varies  greatly  in  specific  gravity,  but  as  no 
value  is  given,  the  specific  gravity  of  the  rock  may  be  taken  as  2.6; 
hence  the  weight  of  solid  rock  is  2.6  X  62.4*  =  162  pounds  per  cubic 
foot.  This  is  162  X  27  =  4370  pounds  per  cubic  yard  of  the  solid 
rock.  With  20%  rubble,  the  weight  of  large  stone  required  per  cubic 
yard  of  rubble  concrete,  since  the  rubble  occupies  20%  of  the  volume, 
will  be  4370  X  0.20  =  874  pounds. 

EXAMPLES    ILLUSTRATING    THE    USE    OF    CURVES     OF 

QUANTITIES 

Use  of  Curves.  The  use  of  the  curves  Fig.  14,  page  146,  is  best  illus- 
trated by  the  following  examples: 

Example  10:  Find  quantities  of  materials  required  for  1000  cubic 
yards  of  1:2}  :5  concrete. 

*  Weight  of  a  cubic  foot  of  water. 
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Solution:  Intersection,  of  dotted  horizontal  line  corresponding  to 
2\  barrels  sand  with  dotted  vertical  line  corresponding  to  5  barrels 
stone  falls  on  diagonal  curve  1.30;  hence,  1.30  barrels  cement  are 
required  per  cubic  yard,  or  1300  barrels  cement  for  1000  cubic 
yards  concrete.  From  Note  4  of  diagram,  1300  X  0.141  X  2\  =  458 
cubic  yards  sand  will  be  required,  and  1300  X  0.141  X  5  =  916 
cubic  yards  stone  required. 

Example  11:  Find  number  of  barrels  cement  required  for  1000  cubic 
yards  concrete  in  proportions  one  barrel  cement  to  9  cubic  feet  sand 
to  18  cubic  feet  stone. 

Solution:  Intersection  of  full  cross-section  horizontal  line,  corre- 
sponding to  9  cubic  feet  sand,  with  vertical  line  for  18  cubic  feet  stone, 
gives  1.37  barrels  cement  per  cubic  yard  or  1370  barrels  for  1000  cubic 
yards  concrete. 

Example  12:  Find  volume  of  concrete  of  Example  10  made  from 
one  barrel  of  cement. 

Solution:  By  note  5  of  diagram,  volume  of  concrete  per  barrel 
cement  is  27  divided  by  the  quantity  of  cement  per  cubic  yard  ot  con- 

27 
crete,  or  —  rr  =  20.8  cubic  feet. 

EXAMPLES  ILLUSTRATING  USE  OF  QUANTITY  TABLES 

Example  IS:  Find  the  quantities  of  materials  required  for  1000 
cubic  yards  of  1  %2\  :5  gravel  concrete. 

Solution:  Table  22,  page  151,  is  to  be  used  ordinarily,  since  it  is 
based  on  a  barrel  of  3.8  cubic  feet.  From  the  headings,  the  40% 
columns  should  be  used  for  gravel  aggregate.  The  required  quanti- 
ties per  cubic  yard  are  therefore  1.24  barrels  cement,  0.44  cubic  yards 
sand,  0.87  cubic  yards  stone,  and  for  1000  cubic  yards  of  concrete  there 
would  be  required  1240  barrels  cement,  440  cubic  yards  of  sand  and 
870  cubic  yards  of  gravel. 

Example  14'  What  will  be  the  difference  in  quantity  of  cement 
required  per  cubic  yard  of  1 :2 :4  concrete,  using  a  good  coarse  sand 
and  a  very  fine  sand  containing  natural  moisture? 

Solution:  By  reference  to  Table  18  on  page  139,  the  quantity  of 
cement  per  cubic  yard  using  good  coarse  sand  is  1.57  barrels  and  for 
fine  sand  is  1.53  barrels  or  0.04  barrels  of  cement  less  per  cubic  yard 
of  concrete  for  the  fine  sand  than  for  the  coarse.  An  illustration  of 
the  use  of  dry  fine  sand  is  given  in  Example  5,  page  138, 
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EXAMPLES  OF  USE  OF  VOLUME   TABLES 

Example  15:  How  many  cubic  yards  of  1 :3:6  concrete  can  be  made 
with  500  barrels  of  cement,  using  broken  stone  screened  to  uniform  size? 

Solution:  Referring  to  Table  25,  page  154,  the  50%  void  column 
should  be  used  for  broken  stone  screened  to  uniform  size.  The 
quantity  of  concrete  made  with  one  barrel  of  cement  is  therefore 
23.2  cubic  feet  and  the  quantity  for  500  barrels  cement  is  23.2  X 

-^=-=  430  cubic  yards. 

EXAMPLES  OF  USE  OF  RUBBLE  CONCRETE  TABLES 

Example  16:  How  much  cement  will  be  required  per  cubic  yard 
of  1 :3 :6  rubble  concrete,  using  for  the  rubble  large  derrick  stone  of  fairly 
regular  shape,  spaced  in  the  concrete  not  less  than  3  inches  apart? 

Solution:  Under  these  conditions  it  is  possible  to  introduce  60% 
of  rubble  into  the  concrete,  that  is,  to  make  the  concrete  so  that  60% 
of  the  total  mass  consists  of  particles  of  rubble  stone.  From  the 
45%  void  column,  Table  27,  page  156,  since  this  represents  average 
conditions,  the  amount  of  cement  per  cubic  yard  with  the  60%  rubble 
will  be  0.44  barrels  cement  per  cubic  yard  of  rubble  concrete. 

Example  17:  How  much  cement  will  be  required  per  cubic  yard 
of  1:3:6  rubble  concrete,  using  as  large  stones  as  can  be  placed  by 
one  man  and  placing  them  so  that  they  are  not  nearer  together  than 
5  inches? 

Solution:  For  this  concrete,  the  quantity  of  rubble  in  the  mass  will 
not  be  much  over  20%  of  the  mass.  Referring  to  Table  27,  page  156, 
we  find  that  0.89  barrels  of  cement  are  required  per  cubic  yard  of 
rubble  concrete. 

Example  18:  Suppose  that  rubble  concrete  is  being  laid,  using 
proportions  1 :2|  :5  for  the  plain  concrete  and  a  quantity  of  rubble 
which,  by  loose  measurement  in  the  car  in  which  it  is  transported, 
is  found  to  be  0.58  cubic  yard  per  cubic  yard  of  concrete.  What  is  the 
percentage  of  rubble  in  the  rubble  concrete  and  what  quantity  of 
cement  is  being  used  per  cubic  yard  of  rubble  concrete? 

Solution:  The  example  is  somewhat  similar  to  Example  7  on 
page  144.  Assuming  loose  rubble  to  have  45%  voids,  the  quantity  of 
solid  rubble  stone  which  goes  into  a  cubic  yard  of  the  rubble  concrete 
will  be  0.58  (1-0.45)  =  0.319  cubic  yards.  Hence,  the.  rubble  stone 
will  occupy  about  32%  of  the  volume  of  the  concrete.    From  Table 
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27,  page  156,  we  find  that  1:2^:5  concrete  will  require  for  30% 
rubble,  0 .  91  barrels  cement  per  cubic  yard  of  rubble  concrete,  and 
for  40%  rubble,  0.78  barrels  cement.  Interpolating  between  the  two 
values,  we  find  that  for  32%  rubble,  1:2}:  5  concrete  requires  0.88 
barrels  cement  per  cubic  yard  of  rubble  concrete. 

Example  19:  How  many  cubic  yards  of  1:2}:  5  concrete  can  be 
made  from  1000  barrels  of  cement  if  the  concrete  contains  40%  rubble  ? 

Solution:  From  Table  28,  page  157,  using  the  45%  void  column, 
we  find  that  for  40%  rubble,  34.7  cubic  feet  of  concrete  can  be  made 


from  one  barrel  of  cement  or  from  1000  barrels 
cubic  yards. 


34.7  X  1000 
27 


=  1285 


TABLE  19.     MATERIALS  FOR  100  SQUARE  FEET  OF  SLAB 

OR  WALL 

Use  for  Sidewalks,  Pavements,  Floors,  and  Walls.  Proportions  based  on  a 
barrel  of  3.8  cu.  ft.  Materials  for  slabs  of  greater  thickness  may  be  found  by 
combining  the  values  given. 

Example :  Find  quantity  of  cement  per  100  square  feet  for  a  wall  14  inches 
thick,  in  proportions,  1:2:4. 

Solution :  A  14-inch  wall  is  equivalent  to  two  7-inch  walls  or  a  4-inch  and  a 
10-inch  wall,  hence  we  have  3.73  X  2  =  7.46  or  2.13  +  5.34  =  7.47  barrels. 
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0.60 
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0.71 
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0.79 

10 

5.34 

1.50 

2.99 
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•  1 

3 

5.10 

0.72 

4.07 

0.86 

3.38 

0.95 
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Values  for  1: 2}:  5  concrete  may  be  found  by  interpolation. 
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TABLE  20.  VOLUME  OF  PLASTIC  MORTAR  AND  QUANTITIES 
OF  MATERIALS  PER  CUBIC  YARD  (See  p.  130) 


MORTAR  WITH  ORDINARY  COARSE  BANK  SAND 
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Note.— Variations  in  the  fineness  of  the  sand  and  the  cement,  and  in  tha 
consistency  of  the  mortar  may  affect  the  values  by  10%  in  either  direction. 
♦Cement  as  packed  by  manufacturer,  sand  loose,  d 
fUse  these  columns  ordinarily. 


160 


CONCRETE  COSTS 


TABLE  21.  MATERIALS  FOR  ONE  CUBIC  YARD  OF  CONCRETE 

(See  p.  139) 

BASED  ON  A  BARREL  OF  3.5  CUBIC  FEET 
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30%  Voids 

1 

1 

© 

a 
2 

GO 

is 

j] 

§02 

4> 
a 

d 

© 
a 
2 

43 
d 
0 

S 

6- 

-d 

d 

© 

d 
2 
m 

73 

d 

§ 
2 

GO 

3 

© 

a 
© 
0 

T3 

d 

s 

2 

OQ 

1 

bbl. 

cu. 
ft. 

CU. 

ft. 

% 

bbl. 

cu. 

yd. 

cu. 

yd. 

bbl. 

cu. 

yd. 

cu. 
yd. 

bbl. 

CU. 

yd. 

CU. 

yd. 

bbl. 

CU. 

yd. 

CU. 

yd. 

1 

2 
3 

1 
1 
1 

3.5 

7.0 
10.5 

101 
54 
39 

5.25 
3.84 

0.68 
1.00 

5.07 
3.64 
2.85 

0.66 
0.94 
1.11 

4.89 
3.47 
2.69 

0.63 
0.90 
1.05 

4.51 
3.09 
2.35 

0.58 
0.80 
0.91 

4 
5 
6 

1 
1 
1 

14.0 
17.5 
21.0 

31 
27 
24 

1.90 
1.59 
1.37 

0.99 
1.03 
1.07 

H 

2 

2* 

1 

1 
1 

3.5 
3.5 
3.5 

5.2 

7.0 

8.7 

104 
78 
64 

3.37 
3.02 
2.73 

0.44 
0.39 
0.35 

0.65 

0.78 
0.88 

3.26 
2.89 
2.60 

0.42 
0.38 
0.34 

0.63 
0.75 
0.84 

3.15 

2.78 
2.49 

0.41 
0.36 
0.32 

0.61 
0.72 
0.80 

2.95 
2.58 
2.29 

0.38 
0.33 
0.30 

0.57 
0.67 
0.74 

1* 

3 
2 
2* 

1 

1 
1 

3.5 
5.2 
5.2 

10.5 
7.0 
8.7 

54 
95 

78 

2.40 
2.64 
2.42 

0.32 
0.51 
0.47 

0.97 
0.68 
0.78 

2.37 
2.55 
2.32 

0.31 
0.49 
0.45 

0.92 
0.66 
0.75 

2.25 
2.46 
2.23 

0.29 
0.47 
0.43 

0.88 
0.64 
0.72 

2.08 
2.30 
2.07 

0.27 
0.44 
0.40 

0.80 
0.60 
0.67 

H 
1* 
1* 

3 
3J 

4 

1 
1 
1 

5.2 
5.2 
5.2 

10.5 
12.2 
14.0 

65 
56 
50 

2.23 
2.07 
1.93 

0.43 
0.40 
0.37 

0.87 
0.94 
1.00 

2.13 
1.97 
1.83 

0.41 
0.38 
0.35 

0.83 
0.89 
0.95 

2.04 
1.88 
1.74 

0.39 
0.36 
0.34 

0.79 
0.85 
0.90 

1.88 
1.72 
1.59 

0.36 
0.33 
0.31 

0.73 
0.78 
0.82 

1* 
1* 
2 

4i 
5 
3 

1 
1 

1 

5.2 
5.2 
7.0 

15.7 
17.5 
10.5 

45 

41 

77 

1.81 
1.70 
2.02 

0.35 
0.33 
0.52 

1.05 
1.10 
0.79 

1.71 
1.60 
1.94 

0.33 
0.31 
0.50 

0.99 
1.04 
0.75 

1.62 
1.52 
1.86 

0.31 
0.29 
0.48 

0.94 
0.99 
0.72 

1.47 
1.37 
1.73 

0.28 
0.26 
0.45 

0.86 
0.89 
0.67 

2 
2 
2 

3* 
4 

4i 

1 
1 
1 

7.0 
7.0 
7.0 

12.2 
14.0 
15.7 

67 
59 
53 

1.89 
1.77 
1.67 

0.49 
0.46 
0.43 

0.85 
0.92 
0.97 

1.80 
1.69 
1.58 

0.47 
0.44 
0.41 

0.81 
0.88 
0.92 

1.73 
1.61 
1.51 

0.45 
0.42 
0.39 

0.78 
0.83 
0.88 

1.59 
1.48 
1.38 

0.41 
0.38 
0.36 

0.72 
0.77 
0.80 

2 
2 
2 

5 

6 

1 
1 
1 

7.0 
7.0 
7.0 

17.5 
19.2 
21.0 

48 
44 
41 

1.57 
1.49 
1.42 

0.41 
0.39 
0.37 

1.02 
1.06 
1.10 

1.49 
1.41 
1.34 

0.39 
0.36 
0.35 

0.97 
1.00 
1.04 

1.42 
1.34 
1.27 

0.37 
0.35 
0.33 

0.92 
0.95 
0.99 

1.29 
1.21 

1.14 

0.33 
0.31 
0.30 

0.84 
0.86 
0.89 

2i 
2J 
21 

3 
3* 
4 

1 
1 
1 

8.7 
8.7 
8.7 

10.5 
12.2 
14.0 

90 

78 
68 

1.84 
1.73 
1.63 

0.59 
0.56 
0.52 

0.72 
0.78 
0.85 

1.78 
1.66 
1.56 

0.57 
0.53 
0.50 

0.69 
0.75 
0.81 

1.71 
1.60 
1.50 

0.55 
0.52 
0.48 

0.66 
0.72 
0.78 

1.60 
1.48 
1.38 

0.52 
0.48 
0.44 

0.62 
.0.67 
0.72 

2* 
2* 
2* 

4J 

5 

1 
1 
1 

8.7 
8.7 
8.7 

15.7 
17.5 
19.2 

61 
55 
51 

1.55 
1.47 
1.39 

0.50 
0.47 
0.45 

0.90 
0.95 
0.99 

1.47 
1.39 
1.32 

0.47 
0.45 
0.42 

0.86 
0.90 
0.94 

1.41 
1.33 
1.26 

0.45 
0.43 
0.41 

0.82 
0.86 
0.90 

1.29 
1.22 
1.15 

0.42 
0.39 
0.37 

0.75 
0.79 
0.82 

2* 
2* 
2* 

6 
7 

1 
1 
1 

8.7 
8.7 
8.7 

21.0 
22.7 
24.5 

47 
44 
41 

1.33 
1.27 
1.22 

0.43 
0.41 
0.39 

1.03 
1.07 
1.11 

1.26 
1.20 
1.15 

0.41 
0.39 
0.37 

0.98 
1.01 
1.04 

1.20 
1.14 
1.09 

0.39 
0.37 
0.35 

0.93 
0.98 
0.99 

1.09 
1.03 
0.98 

0.35 
0.33 
0.32 

0.85 
0.87 
0.89 

3 
3 
3 

4 
45 
5 

1 
1 
1 

10.5 
10.5 
10.5 

14.0 
15.7 
17.5 

77 
69 
62 

1.52 
1.44 
1.37 

0.59 
0.56 
0.53 

0.79 
0.84 
0.89 

1.46 
1.38 
1.31 

0.57 
0.54 
0.51 

0.76 
0.80 
0.85 

1.40 
1.32 
1.25 

0.54 
0.51 
0.48 

0.73 
0.77 
0.81 

1.30 
1.22 
1.15 

0.50 
0.47 
0.45 

0.67 
0.71 
0.75 

3 
3 
3 

51 
6 
6* 

1 
1 
1 

10.5 
10.5 
10.5 

19.2 
21.0 
22.7 

57 
53 
49 

1.31 
1.25 
1.20 

0.51 
0.48 
0.47 

0.93 
0.97 
1.01 

1.25 
1.19 
1.14 

0.48 
0.46 
0.44 

0.89 
0.93 
0.96 

1.19 
1.13 
1.08 

0.46 
0.44 
0.42 

0.85 
0.88 
0.91 

1.09 
1.03 
0.98 

0.42 
0.40 
0.38 

0.78 
0.80 
0.82 

3 
3 
3 

7 
74 
8 

1 

1 
1 

10.5 
10.5 
10.5 

24.5 
26.2 
28.0 

46 
43 
40 

1.15 
1.11 
1.06 

0.45 
0.43 
0.41 

1.04 
1.08 
1.10 

1.09 
1.05 
1.01 

0.42 
0.41 
0.39 

0.99 
1.02 
1.05 

1.03 
0.99 
0.95 

0.40 
0.38 
0.37 

0.93 
0.96 
0.99 

0.94 
0.90 
0.86 

0.36 
0.35 
0.33 

0.85 
0.87 
0.89 

5 
6 

7 

1 
1 
1 

14.0 
14.0 
14.0 

17.5 
21.0 
24.5 

77 
65 
56 

1.22 
1.12 
1.04 

0.63 
0.58 
0.54 

0.79 
0.87 
0.94 

1.17 

1.07 
0.99 

0.61 
0.55 
0.51 

0.76 
0.83 
0.90 

1.12 
1.02 
0.94 

0.58 
0.53 
0.49 

0.73 
0.79 
0.85 

1.04 
0.94 
0.86 

0.54 
0.49 
0.44 

0.67 
0.73 
0.78 

8 
9 
10 

1 
1 
1 

14.0 
14.0 
14.0 

28.0 
31.5 
35.0 

50 
45 
41 

0.97 
0.91 
0.85 

0.50 
0.47 
0.44 

1.01 
1.06 
1.10 

0.92 
0.88 
0.81 

0.48 
0.44 
0.42 

0.95 
1.00 
1.05 

0.87 
0.81 
0.76 

0.45 
0.42 
0.39 

0.90 
0.94 

0.98 

0.80 
0.74 
0.69 

0.41 
0.38 
0.36 

0  83 
0.86 
0.89 

5 
6 

10 
12 

1 
1 

17.5 
21.0 

35.0 
42.0 

48 
46 

0.79 
0.67 

0.51 

0.52 

1.02 
1.04 

0.75 
0.63 

0.49 
0.49 

0.97 
0.98 

0.71 
0.60 

0.46 
0.47 

0.92[0.65 
0.93J0.54 

0.42 
0.42 

0.84 
0.84 

Note. — Variations  in  the  fineness  of  the  sand  and  the  compacting  of  the  con- 
^ete  may  affect  the  quantities  by  10%  in  either  direction. 
"Use  for  average  conditions. 
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TABLE  22.    MATERIALS  FOR  ONE  CUBIC  YARD  OF  CONCRETE 

(See  p.  139) 

BASED  ON  A  BARREL  OF  3.8  CUBIC  FEET 


Propor-    I 

TIONS         1 

by  Parts 

Propor- 
tions 
by  Volume 

Volume  op    Mor- 
tar in  Terms  of 
Percentage    op 
Volume  of  Stone 

Broken 

Stone 

Uniform  Size 

50%  Voids 

Broken        1 
Stone         I 
Without  Dust 
45%  Voids* 

Screened 

Gravel 

40%  Voids 

Graded 

Mixtures 
30%  Voids 

•*> 
a 

0E2 

•*> 

d 

n 

s  0 

§ 

ji 

I 

6 

1 

© 
a 
3 

OQ 
CU. 

yd. 

1 

bbL 

* 

cu. 

yd. 

§ 

1 

I 

§ 
1 

a 

a 
■2 

1 

1 

>w. 

cu. 

ft. 

cu. 
ft. 

% 

bbl. 

CU. 

yd. 

CU. 

yd. 

bbl. 

cu. 

yd. 

cu. 

yd. 

bbl. 

cu. 

yd. 

cu. 

yd. 

1 

3.8 

94 

5.09 

0.72 

4.90 

0.69 

4.73 

0.67 

4.32 

0.61 

2 

7.6 

51 

3.67 

1.03 

3.48 

0  98 

3.30 

0.93 

2.9c 

0.82 

3 

11.4 

36 

2.69 

1.14 

2.54 

1.07 

2.22 

0.94 

4 

15.2 

29 

1.78 

1.00 

5 

19.0 

25 

1.49 

1.05 

6 

22.8 

22 

1.28 

1.08 

1 

14 

3.8 

5.7 

99 

3.19 

0.45 

0.67 

3.08 

0.43 

0.65 

2.97 

0.42 

0.63 

2.78 

0.39 

0.59 

1 

2 

3.8 

7.6 

75 

2.85 

0.40 

0.80 

2.73 

0.38 

0.77 

2.62 

0.37 

0.74 

2.43 

0.34 

0.68 

1 

24 

3.8 

9.5 

61 

2.57 

0.36 

0.90 

2.45 

0.34 

0.86 

2.34 

0.33 

0.82 

2.15 

0.30 

0.76 

1      3 

3.8 

11.4 

51 

2.34 

0.33 

0.99 

2.22 

0.31 

0.94 

2.12 

0.30 

0.90 

1.93 

0.27 

0.82 

!*.    2, 

5.7 

7.6 

93 

2.49 

0.53 

0.70 

2.40 

a.  51 

0  68 

2.31  0.49 

0.65 

2.16 

0.46 

0.61 

U     2| 

5.7 

9.5 

76 

2.27 

0.48 

0.80 

2.18 

0.46 

0.77 

2.09 

0.44 

0.74 

1.94 

0.41 

0.68 

H1    3 

5.7 

11.4 

64 

2.09 

0.44 

0.88 

2.00 

0.42 

0.84 

1.91 

0.40 

0.81 

1.76 

0.37 

0.74 

14    34 

5.7 

13.3 

55 

1.94 

0.41 

0.96 

1.84 

039 

0.91 

1.76 

0.37 

0.87 

1.61 

0.34 

0.79 

14     4 

5.7 

15.2 

49 

1.80 

0.38 

1.01 

1.71 

0.36 

0.96 

1.63 

0.34 

0.92 

1.48 

0.31 

0.83 

14     *4 

5.7 

17.1 

44 

1.69 

0.36 

1.07 

1.60 

0.34 

1  01 

1.51 

0.32 

0.96 

1.37 

0.29 

0.87 

14    * 

5.7 

19.0 

40 

1.59 

0.34 

1.12 

1.50 

0.32 

1.06 

1.42 

0.30 

1.00 

1.28 

0.27 

0.90 

* 

2       3 

7.6 

11.4 

75 

1.89 

0.53 

0.80 

1.81 

0.51 

0.76 

1.74 

0.49 

0.74 

1.61 

0.45 

0.68 

1  !    2  1    34 

7.6 

13.3 

65 

1.76 

0.49 

0.87 

1.68 

0.47 

0.83 

1.61 

0.45 

0.79 

1.48 

0.42 

0.73 

1  |    2  1    4 

7.6 

15.2 

57 

1.65 

0.46 

0.93 

1.57 

0.44 

0.88 

1.50 

0.42 

0.84 

1.38 

0.39 

0.78 

*  1    2  '    4* 

7.6 

17.1 

51 

1.55 

0.44 

0.98 

1.48 

0.42 

0.94 

1.41 

0.40 

0.89 

1.28 

0.36 

0.81 

1  !    2  .    5 

7.6 

19.0 

47 

1.47 

0.41 

1.03 

1.39 

0.39 

0.98 

1.32 

0.37 

0.93 

1.20 

0.34 

0.84 

}  1    2  1    5* 

7.6 

20.9 

43 

1.39 

0.39 

1.08 

1.31 

0.37 

1.01 

1.25 

0.35 

0.97 

1.13 

0.32 

0.87 

12      6 

7.6 

22.8 

40 

1.32 

037 

1.11 

1.25 

0.35 

1.06 

1.18 

0.33 

1.00 

1.06 

0.30 

0.89 

1\     3 

9.5 

11.4 

87 

1.72 

0.61 

0.73 

1.66 

0.58 

0.70 

1.60 

0.56 

0.68 

1.49 

0.52 

0  63 

24!    34 

9.5 

13.3 

75 

1.62 

0  57 

0.80 

1  55 

0.55 

0.76 

1.49 

0.52 

0.73 

1.38 

0.49 

0.68 

24     4 

9.5 

15.2 

66 

1.52 

0.54 

0.86 

1  46 

0.51 

0.82 

1.40 

0.49 

0.79 

1.29 

0.45 

0  73 

24     44 

9.5 

17.1 

60 

1.44 

0.51 

0.91 

1.37 

0.48 

0.87 

1.31 

0.46 

0.83 

1.20 

0.42 

0.76 

24     5 

9.5 

19.0 

54 

1.37 

0.48 

0.96 

1.30 

0.46 

0.92 

1.24 

0.44 

0.87 

1.13 

0.40 

0.80 

24,    6* 

9.5 

20.9 

49 

1.30 

0.46 

1.01 

1.23 

0.43 

0.95 

1.17 

0.41 

0.91 

1.07 

0.38 

0.83 

24     6 

9.5 

22.8 

46 

1.24 

0.44 

1.05 

1.17 

0.41 

0.99 

1.11 

0.39 

0.94 

1.01 

0.36 

0.85 

24     64 

9.5 

24.7 

42 

1.18 

0.42 

1.08 

1.12 

0.39 

1.02 

1.06 

0.37 

0.97 

0.96 

0.34 

0.88 

24 

7 

9.5 

26.6 

40 

1.13 

0.40 

1.11 

1.07 

0.38 

1.05 

1.01 

0.36 

0.99 

0.91 

0.32 

0.90 

3 

4 

11.4 

15.2 

76 

1.42 

0.60 

0.80 

1.36 

0.57 

0.77 

1.30 

0.55 

0.73 

1.21 

0.51 

0.68 

3 

41 

11.4 

17.1 

68 

1.34 

0.57 

0.85 

1.28 

0.54 

0.81 

1.23 

0.52 

0.78 

1.13 

0.48 

0.72 

3 

5 

1  |  11.4 

19.0 

61 

1.28 

0.54 

0.90 

1.22 

0.52 

0.86 

1.17 

0.49 

0.82 

1.07 

0.45 

0.75 

3 

51 

1  '  11.4 

20.9 

56 

1.22 

0.52 

0.94 

1.16 

0.49 

0.90 

1.11 

0.47 

0.86 

1.01 

0.43 

0.78 

3 

6 

1   11.4 

22.8 

52 

1.16 

0.49 

0.98 

1.11 

0.47 

0.94 

1.05 

0.44 

0.89 

0.96 

0.41 

0.81 

3 

64 

11.4 

24.7 

48 

1.12 

0.47 

1.02 

1.06 

0.45 

0.97 

1.01 

0.43 

0.92 

0.92 

0.39 

0.84 

3 

7 

11.4 

26.6 

45     j 

1.07 

0.45 

1.05 

1.01 

0  43 

0.99 

0.96 

0.40 

0.95 

0.87 

0.37 

0.86 

3 

74 

11.4 

28.5 

42     1 

1.03 

0.44 

1.09 

0.97 

0.41 

1.02 

0.92 

0.39 

0.97 

0.83 

0.35 

0.88 

3 

8 

11.4 

30.4 

40 

0.99 

0.42 

1.11 

0.93 

0.39 

1.05 

0.88 

0.37 

0.99 

0.80 

0.34 

0.90 

5 

15.2 

19.0 

76 

1.13 

0.64 

0.80 

1.08 

0.61 

0.76 

1.04 

0.59 

0.73 

0.96 

0.54 

0.68 

6 

15.2 

22.8 

64 

1.04 

0.59 

0.88 

0  99 

0.56 

0.84 

0.95 

0.54 

0.80 

0.87 

0.4S 

0.73 

7 

15.2 

26.6 

55 

0.96 

0.54 

0.95 

0.92 

0.52 

0.91 

0.88 

0.50 

0.87 

0.80 

0.45 

0.79 

8 

15.2 

30.4 

49 

0.90 
0.84 
0.79 

0.51 

1.01 

0.85 

0.48 

0  96 

0.81 

0.46 

0.91 

0.74 

0.42 

0.83 

9 

15  2 

34.2 

44 

0.47 

1.06 

0.80 

0.45 

1.01 

0.76 

0.43 

0.96 

0.68 

0.3* 

0.86 

10 

15.2 

38.0 

40 

0.44 

1.11 

0.75 

0.42 

1.06 

0.71 

0.40 

1.00 

0.64 

0.36 

0.90 

5 

10 

19.0 

38.0 

47 

0.73 

0.52 

1.03 

0.69 

0.49 

0.97 

0.66 

0  46 

0.93 

0.60 

0.42 

0.84 

6 

12 

22.8 

45.5 

46 

0.62 

0.52 

1.04 

0.58 

0.49 

0.98 

0.56 

0.47 

0.94 

0.50 

0.42 

0.84 

Note. — Variations  in  the  fineness  of  the  sand  and  the  compacting  of  the  con- 
crete may  affect  the  quantities  by  10%  in  either  direction. 
•Use  for  average  conditions. 
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TABLE  23.  MATERIALS  FOR  ONE  CUBIC  YARD  OF  CONCRETE 

(See  p.  139) 

BASED  ON  A  BARREL  OF  4  CUBIC  FEET 


Propor- 
tions 
by  Parts 

Propor- 
tions 
by  Volumes 

Volume    op  Mor- 
tar in  Terms  op 
Percentage    op 
Volume  op  Stone 

Broken 

Stone 

Uniform  Size 

50%  Voids 

Broken 

Stone 

Without  Dust 

45%  Voids* 

Screened 

Gravel 

40%  Voids 

Graded 
Mixtures 
30%  Voids 

■+9 

a 

T3 

a 

cS 

m 

s 

3 

So 

"3 
$  CI 

J* 

fl 

§ 

6 

s 

43 

a 

I 

0 

I 

§ 
$ 

GO 

43 
§ 

i 

] 

§ 

$ 

OQ 

1 

•+3 

a 
1 

6 

I 

1 

§ 

5 

bbl. 

CU. 
ft. 

cu. 

ft. 

% 

bbl. 

cu. 
yd. 

CU. 

yd. 

bbl. 

CU. 

yd. 

CU. 

yd. 

bbl. 

cu. 

yd. 

cu. 

yd. 

bbl. 

cu. 
yd. 

CU. 

yd. 

1 

2 
3 

4 
8 
12 

89 
49 
35 

4.99 
3.57 

0.74 
1.06 

4.80 
3.37 
2.60 

0.71 
1.00 
1.16 

4.62 
3  20 
2.45 

0.69 
0.95 
1.09 

4.23 
2.84 
2.13 

0.63 
0.84 
0.95 

4 
5 
6 

16 
20 
24 

28 
24 
22 

1.71 
1.43 
1.22 

1.01 
1.06 
1.08 

1 
1 
1 

14 
2 
24 

4 
4 
4 

6 
8 
10 

96 
73 
59 

3.08 
2.74 
2.47 

0.46 
0.41 
0.37 

0.68 
0.81 
0.91 

2.97 
2.63 
2.35 

0.44 
0.39 
0.35 

0.66 
0.78 
0.87 

2.87 
2.52 
2.25 

0.42 
0.37 
0.33 

0.64 
0.75 
0.83 

2.69 
2.33 
2.06 

0.40 
0.34 
0.31 

0.60 
0.69 
0.76 

1 

li 

li 

3 
2 

24 

4 
6 
6 

12 
8 
10 

50 
92 
74 

2.25 
2.39 
2.18 

0.33 
0.53 
0.48 

1.00 
0.71 
0.81 

2.13 
2.30 
2.09 

0.32 
0.51 
0.46 

0.95 
0.68 
0.77 

2.03 
2.22 
2.01 

0.30 
0.49 
0.45 

0.90 
0.66 
0.74 

1.85 
2.07 
1.86 

0.27 
0.46 
0.41 

0.82 
0.61 
0.69 

14 
14 

3 

34 
4 

6 
6 
6 

12 
14 
16 

62 
54 

48 

2.01 
1.86 
1.73 

0.45 
0.41 
0.38 

0.89 
0.96 
1.03 

1.91 
1.77 
1.64 

0.42 
0.39 
0.36 

0.85 
0.92 
0.97 

1.83 
1.68 
1.56 

0.41 
0.37 
0.35 

0.81 
0.87 
0.92 

1.68 
1.54 
1.42 

0.37 
0.34 
0.32 

0.75 
0.80 
0.84 

11 

2 

44 

5 
3 

6 
6 

8 

18 
20 
12 

43 

39 
74 

1.62 
1.52 

1.81 

0.36 
0.34 
0.54 

1.08 
1.13 
0.80 

1.53 
J. 43 
1.74 

0.34 
0.32 
0.52 

1.02 
1.06 
0.77 

1.45 
1.35 
1.67 

0.32 
0.30 
0.50 

0.97 
1.00 
0.74 

1.31 
1.22 
1.54 

0.29 
0.27 
0.46 

0.87 
0.90 
0.68 

2 
2 
2 

34 
4 

44 

8 
8 
8 

14 
16 
18 

64 
56 
51 

1.69 
1.58 
1.49 

0.50 
0.47 
0.44 

0.88 
0.94 
0.99 

1.61 
1.51 
1.41 

0.48 
0.45 
0.42 

0.83 
0.89 
0.94 

1.54 
1.44 
1.34 

0.46 
0.43 
0.40 

0.80 
0.85 
0.89 

1.42 
1.32 
1.23 

0.42 
0.39 
0.36 

0.74 
0.78 
0.82 

1 

2 
2 
2 

5 

54 
6 

8 
8 
8 

20 
22 
24 

46 
42 
39 

1.40 
1.33 
1.26 

0.42 
0.39 
0.37 

1.04 
1.08 
1.12 

1.33 
1.26 
1.19 

0.39 
0.37 
0.35 

0.98 
1.03 
1.06 

1.26 
1.19 
1.13 

0.37 
0.35 
0.34 

0.93 
0.97 
1.00 

1.15 
1.08 
1.02 

0.34 
0.32 
0.30 

0.85 
0.88 
0.91 

24 
24 
24 

3 

34 

4 

10 
10 
10 

12 
14 
16 

86 
75 
66 

1.65 
1.55 
1.46 

0.61 
0.57 
0.54 

0.73 
0.80 
0.87 

1.59 
1.48 
1.39 

0.59 
0.55 
0.51 

0.71 
0.77 
0.82 

1.53 
1.42 
1.33 

0.57 
0.52 
0.49 

0.68 
0.74 
0.79 

1.42 
1.32 
1.23 

0.52 
0.49 
0.46 

0.63 
0.68 
0.73 

24 

24 
24 

44 
5 
54 

10 
10 
10 

18 
20 
22 

59 
54 
49 

1.38 
1.31 
1.24 

0.51 
0.48 
0.46 

0.92 
0.97 
1.01 

1.31 
1.24 
1.18 

0.48 
0.46 
0.44 

0.87 
0.92 
0.96 

1.25 
1.18 
1.12 

0.46 
0.44 
0.41 

0.83 
0.87 
0.91 

1.15 

1.08 
1.02 

0.43 
0.40 
0.38 

0.77 
0.80 
0.83 

24 
24 
24 

6 
64 
7 

10 
10 
10 

24 
26 
28 

45 
42 
39 

1.18 
1.13 
1.08 

0.44 
0.42 
0.40 

1.05 
1.09 
1.12 

1.12 
1.07 
1.02 

0.41 
0.40 
0.38 

1.00 
1.03 
1.06 

1.06 
1.01 
0.96 

0.39 
0.37 
0.36 

0.94 
0.97 
1.00 

0.96 
0.92 
0.87 

0.36 
0.34 
0.32 

0.85 
0.89 
0.90 

3 
3 
3 

4 
44 
5 

12 
12 
12 

16 
18 
20 

75 
67 
60 

1.35 

1.28 
1.22 

0.60 
0.57 
0.54 

0.80 
0.85 
0.90 

1.30 
1.23 
1.16 

0.58 
0.55 
0.52 

0.77 
0.82 
0.86 

1.25 
1.18 
1.11 

0.56 
0.52 
0.49 

0.74 
0.79 
0.82 

1.15 
1.08 
1.02 

0.51 
0.48 
0.45 

0.68 
0.72 
0.76 

3 
3 
3 

54 

6 
64 

12 
12 
12 

22 
24 
26 

55 
50 

48 

1.16 
1.11 
1.06 

0.52 
0.49 
0.47 

0.95 
0.99 
1.02 

1.11 
1.06 
1.01 

0.49 
0.47 
0.45 

0.90 
0.94 
0.97 

1.06 
1.01 
0.96 

0.47 
0.45 
0.43 

0.86 
0.90 
0.92 

0.97 
0.92 
0.87 

0.43 
0.41 
0.39 

0.79 
0.82 
0.84 

3 
3 
3 

7 
74 
8 

12  '    28 

12  |    30 
12  |    32 

44 
42 
39 

1.02 
0.98 
0.94 

0.45 
0.44 
0.42 

1.06 
1.09 
1.11 

0.97 
0.93 
0.89 

0.43 
0.41 
0.40 

1.01 
1.03 
1.05 

0.92 
0.88 
0.84 

0.41 
0.39 
0.37 

0.95 
0.98 
1.00 

0.83 
0.79 
0.76 

0.37 
0.35 
0.34 

0.86 
0.88 
0.90 

5 

6 

7 

16.    20 
16!    24 
16      28 

75 
63 
55 

1.08 
0.99 
0.92 

0.64 
0.59 
0.54 

0.80 
0.88 
0.95 

1.03 
0.95 
0.88 

0.61 
0.56 
0.52 

0.76 
0.84 
0.91 

0.98 
0.91 
0.83 

0.59 
0.54 
0.48 

0.73 
0.81 
0.86 

0.92 
0.83 
0.76 

0.55 
0.49 
0.45 

0.68 
0.74 
0.79 

8 
9 
10 

16 
16 
16 

32 

J    36 
40 

48 
43 
40 

0.86 
0.80 
0.75 

0.51 
0.47 
0.44 

1.02 

1.07 
1.11 

0.81 
0.76 
0.71 

0.48 
0.45 
0.42 

0.96 
1.01 
1.05 

0.77 

0.75 
0.67 

0.46 
0.43 
0.4C 

0.91 
0.96 
0.99 

0.70 
0.65 
0.61 

0.42 
0.38 
0.36 

0.83 
0.87 
0.90 

5 

I  6 

10 
12 

1      20 
1|    24 

40 
48 

47 
46 

0.70 
0.59 

0.52 
0.52 

1.04 
1.05 

0.66 
0.56 

0.4S 
0.5C 

0.98 
1.00 

0.6C 
0.5C 

0.47 
0.47 

0.93 
0.94 

0.57 
0.48 

0.42 
0.43 

0.84 
0.85 

Note. — Variations  in  the  fineness  of  the  sand  and  the  compacting  of  the  con- 
--ete  may  affect  the  quantities  by  10%  in  either  direction. 
*Use  for  average  conditions. 
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TABLE  24.   VOLUME  OF  CONCRETE  FROM  ONE  BARREL  OF 
CEMENT  (See  p.  139) 

BASED  ON  A  BARREL  OF  3.6  CUBIC  FEET 


Proportions 

Proportions 

*  A  H 

Average  Volume  of  Concrete  Made 

bt  Parts 

by  Volume 

«§§§ 

from  One  Barrel  Cement 

1 
§ 

a 

•*> 
S 

J 

1 

§ 

3 

w 

Broken  Stone 
Uniform  Size 
50%  Voids 

Z  P  P 

0*£ 

"I* 
*  «  © 

CQ 

• 

H  S  $ 
o  g  2 

O 

H  S  oo 

obi. 

cu.  ft. 

cu.  ft. 

% 

cu.  ft. 

CU.  ft. 

CU.  ft. 

CU.  ft. 

cu.  ft. 

1 

3.5 

101 

5  1 

5.3 

5.5 

6.0 

6.4 

2 

7.0 

54 

7.0 

7.4 

7.8 

8.7 

9.6 

3 

10.5 

39 

9.5 

10.0 

11.5 

12.8 

4 

14.0 

31 

14  2 

16.0 

5 

17.5 

27 

17.0 

19  2 

6 

21.0 

24 

19.7 

22.4 

1 

1* 

3.5 

5.2 

104 

8.0 

8.3 

8.6 

9.1 

9.7 

1 

2 

3.5 

7.0 

78 

8.9 

9.3 

9.7 

10.5 

11.2 

1 

2* 

3.5 

8.7 

64 

9.9 

10.4 

10.8 

11.8 

12.7 

1 

3 

3.5 

10.5 

54 

10.8 

11.4 

12.0 

13.1 

14  2 

14 

2 

5.2 

7.0 

95 

10.2 

10.6 

11.0 

11.7 

12  5 

14 

2* 

6.2 

8.7 

78 

11.2 

11.6 

12.1 

13.0 

14.0 

H 

3 

5.2 

10.5 

65 

12.1 

12.7 

13.2 

14.4 

15.5 

14 

3* 

5.2 

12.2 

56 

13.0 

13.7 

14.4 

15  7 

17.0 

l* 

4 

5.2 

14.0 

50 

14.0 

14.8 

15.5 

17.0 

18.5 

1* 

44 

5.2 

15.7 

45 

14.9 

15.8 

16.6 

18.3 

20.0 

i* 

5 

5.2 

17.5 

41 

15.9 

16.8 

17.8 

20.0 

21.6 

2 

3 

7.0 

10.5 

77 

13.4 

13.9 

14.5 

15.6 

16.8 

2 

3* 

7.0 

12.2 

67 

14.3 

15.0 

15.6 

17.0 

18.3 

2 

4 

7.0 

14.0 

59 

15.3 

16.0 

16.8 

18.3 

19.8 

2 

44 

7.0 

15.7 

53 

16.2 

17.0 

17.9 

19.6 

21.3 

2 

5 

7.0 

17.5 

48 

17.1 

18.1 

19.0 

20.9 

22.8 

2 

54 

7.0 

19.2 

44 

18.1 

19.1 

20.2 

22.2 

24.3 

2 

6 

7.0 

21.0 

41 

19.0 

20.2 

21.3 

23.6 

25.8 

9 

3 

8.7 

10.5 

90 

14.6 

15.2 

15.8 

16.9 

18.0 

34 

8.7 

12.2 

78 

15.6 

16.2    |    16.9 

18.2 

19.6 

24 

4 

8.7 

14.0 

68 

16.5 

17.3    /    18.0 

19.6 

21.1 

2* 

44 

8.7 

15.7 

61 

17.5 

18.3 

19.2 

20.9 

22  6 

2* 

5 

8.7 

17.5 

55 

18.4 

19.4 

20.3 

22.2 

24.1 

2* 

54 

8.7 

19.2 

51 

19.4 

20.4 

21.4 

23.5 

25.6 

1 

it 

6 

8.7 

21.0 

47 

20.3 

21.4 

22.6 

24.8 

27.1 

1 

64 

8.7 

22.7 

44 

21.2 

22.5 

23.7 

26.2 

28.6 

21 

7 

8.7 

24.5 

41 

22.2 

23.5 

24.8 

27.5 

30.1 

j 

3 

4 

10.5 

14.0 

77 

17.8 

18.5 

19.3 

20.8 

22.3 

1 

3 

44 

10.5 

15.7 

69 

18.7 

19.6 

20.4 

22.1 

23.8 

1 

3 

5 

10.5 

17.5 

62 

19.7 

20.6 

21.6 

23.4 

25.3 

1 

3 

54 

10.5 

19.2 

57 

20.6 

21.7 

22.7 

24.8 

26.8 

1 

3 

6 

10.5 

21.0 

53 

21.6 

22.7 

23.8 

26.1 

28.4 

1 

3 

64 

10.5 

22.7 

49 

22.5 

23.7 

25.0 

27.4        29.9 

3 

7 

10.5 

24.5 

46 

23.5 

24.8        26.1 

28.7 

31.4 

3 

74 

10.5 

26.2 

43 

24.4 

25.8    I 

27.2 

30.1 

32.9 

1       i 

3 

8 

10.5 

28.0 

40 

25.3 

26.9 

28.4 

31.4 

34.4 

1      | 

5 

14.0 

17.5 

77 

22.2 

23.2    ' 

24.1 

26.0 

27.9 

1 

6 

14.0 

21.0 

65 

24.1 

25.2 

26.4 

28.6 

30.9 

1      I 

7 

14.0 

24.5 

56 

26.0 

27.3 

28.6 

31.3 

33.9 

1 

8 

14.0 

28.0 

50 

27.9 

29.4 

30.9 

33.9 

36.9 

9 

14.0 

31.5 

45 

29.8 

31.5 

33.2 

38.0 

40.0 

10 

14.0 

35.0 

41 

31.7 

33.6 

35.4 

39.2 

43.0 

1 

5 

10 

17.5 

35.0 

48 

34.2 

36.1 

38.0 

41.8 

45  5 

_* 

6 

12 

21.0        42.0 

46 

40.5 

42.8 

45.0 

49.6 

54.1 

Note. — Variations  in  the  fineness  of  the  sand  and  the  compacting  of  the  con- 
crete may  affect  the  volumes  by  10%  in  either  direction. 
•Use  for  average  conditions. 
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TABLE  25.    VOLUME  OF  CONCRETE  FROM  ONE  BARREL  OF 


CEMENT  (See  p.  139) 

BASED  ON  A  BARREL  OF  3.8  CUBIC 


FEET 


Proportions 

Proportions 

«  i  9 

Average  Volume  of  Concrete  Madk 

by  Parts 

by  Volume 

Volume  of  Mor™ 
in  Terms  of  Pe 
centageof  volum 
of  Stone 

from  One  Barrel  Cement 

d 
g 

1 

1 

CO 

1 

•*> 
d 

1 

3 

"3 

d 

* 

§ 

1 

h  a 

*  a 

_  K  o 

11 

5Q  CO 

if 

a© 

h  « * 

«  KO 

SP> 

pi  <o  a 
<  tf  £ 

0  H> 

6S 

3  SI 

bbl. 

cu.  ft. 

cu.  ft. 

% 

cu.  ft. 

cu.ft. 

cu.  ft. 

cu.  ft. 

cu.  ft. 

3.8 

94 

5.3 

5.5 

5.7 

6.2 

6.7 

2 

7.6 

51 

7.4 

7.8 

8.2 

9.2 

10.2 

3 

i      1 

11.4 

36 

10.0 

10.6 

12.2 

13.6 

4 

15.2 

29 

15.2 

17.1 

5 

19.0 

25 

18.2 

20.6 

6 

22.8 

22 

21.1 

24.0 

1* 

3.8 

5.7 

99 

8.5 

8.8 

9.1 

9.7 

10.3 

2 

3.8 

7.6 

75 

9.5 

9.9 

10.3 

11.1 

11.9 

2* 

3.8 

9.5 

61 

10.5 

11.0 

11.5 

12.6 

13.6 

3 

3.8 

11.4 

51 

11.5 

12  2 

12.8 

14.0 

15.2 

\ 

2 

5.7 

7.6 

93 

10.8 

11.3 

11.7 

12  5 

13.3 

2* 

5.7 

9.5 

76 

11.9 

12.4 

12.9 

13.9 

15.0 

u 

3 

5.7 

11.4 

64 

12.9 

13.5 

14.1 

15.4 

16.6 

a 

3* 

5.7 

13.3 

55 

13.9 

14.6 

15.4 

16.8 

18.2 

4 

5.7 

15.2 

49 

15.0 

15.8 

16.6 

18.2 

19.9 

a 

4* 

5.7 

17.1 

44 

16.0 

16.9 

17.8 

19.7 

21.5 

5 

5.7 

19.0 

40 

17.0 

18.0 

19.1 

21.1 

23.2 

2 

3 

7.6 

11.4 

75 

14.3 

14.9 

15.5 

16.7 

18.0 

2 

3* 

7.6 

13.3 

65 

15.3 

16.0 

16.8 

18.2 

19.6 

2 

4 

7.6 

15.2 

57 

16.3 

17.2 

18.0 

19.6 

21.3 

2 

4* 

7.6 

17.1 

51 

17.4 

18.3 

19.2 

21.0 

22.9 

2 

5 

7.6 

19.0 

47 

18.4 

19.4 

20.4 

22.5 

24.5 

2 

5* 

7.6 

20.9 

43 

19.4 

20.5 

21.7 

23.9 

26.2 

2 

6 

7.6 

22.8 

40 

20.4 

21.7 

22.9 

25.4 

27.8 

2* 

3 

9.5 

11.4 

87 

15.7 

16.3 

16.9 

18.1 

19.3 

A 

3* 

9.5 

13.3 

75 

16.7 

17.4 

18.1 

19.6 

21.0 

2} 

4 

9.5 

15.2 

66 

17.7 

18.5 

19.3 

21.0 

22.6 

2i 

4* 

9.5 

17.1 

60 

18.7 

19.6 

20.6 

22.4 

24.3 

2t 

5 

9.5 

19.0 

54 

19.8 

20.8 

21.8 

23.9 

25.9 

21 

** 

9.5 

20.9 

49 

20.8 

21.9 

23.0 

25.3 

27.6 

21 

6 

9.5 

22.8 

46, 

21.8 

.  23.0 

24  3 

26.7 

29.2 

it 

6* 

9.5 

24.7 

42 

22.8 

24.2 

25.5 

28.2 

30  8 

7 

9.5 

26.6 

40 

23.9 

25.3 

26.7 

29.6 

32  5 

3 

4 

11.4 

15.2 

76 

19.1 

19.9 

20.7 

22.4 

24.0 

3 

4J 

11.4 

17.1 

68 

20.1 

21.0 

21.9 

23.8 

25.6 

3 

5 

11.4 

19.0 

61 

21.1 

22.1 

23.2 

25.2 

27.2 

3 

5* 

11  4 

20.9 

50 

22.1 

23.3 

24.4 

26.7 

28.9 

3 

6 

11.4 

22.8 

52 

23.2 

24.4 

25.6 

28.1 

30.6 

3 

6* 

11.4 

24.7 

48 

24.2 

25.5 

26.9 

29.5 

32.2 

3 

7 

11.4 

26.6 

45 

25.2 

26.7 

28.1 

31.0 

33.8 

3 

n 

11.4 

28.5 

42 

26.2 

27.8 

29.3 

32.4 

35.5 

J 

3 

8 

11.4 

30.4 

40 

27.3 

28.9 

30.6 

33.8 

37.1 

5 

15.2 

19.0 

76 

23.9 

24.9 

25.9 

28.0 

30.0 

6 

15.2 

22.8 

64 

25.9 

27.2 

28.4 

30.8 

33.3 

7 

15.2 

26.6 

55 

28.0 

29.4 

30.8 

33.7 

36.6 

8 

15.2 

30.4 

49 

30.0 

31.7 

33.3 

36.6 

39.9 

9 

15.2 

34.2 

44 

32.1 

33.9 

35.8 

39.4 

43.1 

10 

15.2 

38.0 

40  ' 

34.1 

36.2 

38.2 

42.3 

46.4 

5 

10              1 

19.0 

38.0 

47 
46      | 

36.9 

38.9        41.0    |    45.1 

49.2 

6 

j'A-i 

22.8 

45.5 

43.7 

46.2        48.6        53.6 

58.5 

Note. — Variations  in  the  fineness  of  the  sand  and  the  compacting  of  the  con- 
crete may  affect  the  volumes  by  10%  in  either  direction. 
*Use  for  average  conditions. 
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TABLE  26.    VOLUME  OF  CONCRETE  FROM  ONE  BARREL  OF 
CEMENT  (See  p.  139) 

BASED  ON  A  BARREL  OF  4  CUBIC  FEET 


Proportions 

Proportions 

«  A  8 

Average  Volume  of  Concrete  Made 

by  Parts 

by  Volume 

«Pk  3 

o     o 

&.       fa 
°§°« 

M   «   fc 

from  One  Barrel  Cement 

&  e  o 

OfeS 

A£ 

KfcS 

HW  00 
GGsg 
S5  «  O 

MO 

t3 
d 

0> 

a 
$ 

00 

a 

s 

O 

a 

A 

1 

w  H  ,_ 

S<2 

H  0Q  « 

S  H  Q 

a  09  03 
0  W  Q 

8 

bbl. 

CU.  ft. 

cu.  ft. 

% 

CU.  ft. 

cu.ft. 

cu.  ft. 

cu.  ft. 

cu.  ft. 

1 

4 

89 

x    5.4 

5.6 

5.8 

6.4 

6.9 

2 

8 

49 

7.6 

8.0 

8.4 

9.5 

10.5 

3 

12 

35 

10.4 

11.0 

12.7 

14.2 

4 

16 

28 

15.8 

17.8 

5 

20 

24 

18.9 

21.5 

6 

24 

22 

22.1 

25.1 

H 

4 

6 

96 

8.8 

9.1 

9.4 

10.0 

10.7 

2 

4 

8 

73 

9.8 

10.3 

10.7 

11.6 

12.4 

21 

4 

10 

59 

10.9 

11.5 

12.0 

13.1 

14.2 

3 

4 

12 

50 

12.0 

12.7 

13.3 

14.6 

15.9 

2 

6 

8 

92 

11  3 

11.7 

12.2 

13.0 

13.9 

2* 

6 

10 

74 

12.4 

12.9 

13.5 

14.5 

15.6 

3 

6 

12 

62 

13  5 

14.1 

14.8 

16.0 

17.3 

3* 

6 

14 

54 

14  5 

15.3 

16.0 

17.6 

19.1 

4 

6 

16 

48 

15.6 

16.5 

17.3 

19.1 

20.8 

4* 

6 

18 

43 

16.7 

17.7 

18.6 

20.6 

22.5 

5 

6 

20 

39 

17.8 

18.9 

19.9 

22.1 

24.3 

2 

3 

8 

12 

74 

14  k9 

15.6 

16.2 

17.5 

18.8 

2 

3* 

8 

14 

64 

16.0 

16.7 

17.5 

19.0 

20.5 

2 

4 

8 

16 

56 

17.1 

17.9 

18.8 

20.5 

22.3 

2 

4* 

8 

18 

51 

18.1 

19.1 

20.1 

22.0 

23.9 

2 

5 

8 

20 

46 

19.2 

20.3 

21.4 

23.5 

25.7 

2 

5* 

8 

22 

42 

20.3 

21.5 

22.7 

25.1 

27.4 

2 

6 

8 

24 

39 

21.4 

22.7 

24.0 

27.6 

29.2 

2* 

3 

10 

12 

86 

16.3 

17.0 

17.6 

18.9 

20.2 

2* 

3i 

10 

14 

75 

17.4 

18.2 

18.9 

20.5 

22.0 

2* 

4 

10 

16 

66 

18.5 

19.4 

20.2 

21.9 

23.7 

2* 

4* 

10 

18 

59 

19.6 

20.6 

21.5 

23.5 

25.4 

2* 

5 

10 

20 

54 

20.7 

21.8 

22.8 

25.0 

27.2 

2J 

5* 

10 

22 

49 

21.8 

22.9 

24.1 

26.5 

28.9 

2* 

6 

10 

24 

45 

22.8 

24.1 

25.4 

28.0 

30.6 

2* 

6i 

10 

26 

42 

23.9 

25  3 

26.7 

29.5 

32.3 

2* 

7 

10 

28 

39 

25.0 

26.5 

28.0 

31.0 

34.0 

3 

4 

12 

16 

75 

20.0 

20.8 

21.7 

23.4 

25.1 

3 

4* 

12 

18 

67 

21.0 

22  0 

23.0 

24.9 

26.8 

3 

5 

12 

20 

60 

22.1 

23.2 

24.3 

26.4 

28.6 

3 

5* 

12 

22 

55 

23.2 

24.4 

25.6 

28.0 

30.3 

3 

6 

12 

24 

50 

24.3 

25.6 

26.9 

29.5 

32.1 

3 

6* 

12 

26 

48 

25.4 

26.8 

28.2 

31.0 

33.8 

3 

7 

12 

28 

44 

26.4 

27.9 

29.4 

32.5 

35.5 

3 

7* 

12 

30 

42 

27.5 

29.1 

30.8 

34.0 

37.2 

3 

8 

12 

32 

39 

28.6 

30.3 

32.0 

35.5 

39.0 

5 

16 

20 

75 

25.0 

26.1 

27.2 

29.3 

31.5 

6 

16 

24 

63 

27.2 

28.5 

29.8 

32.4 

35.0 

7 

16 

28 

55 

29.3 

30.8 

32.4 

35.4 

38.4 

8 

16 

32 

48 

31.5 

33.2 

34.9 

38.4 

41.9 

9 

16 

36 

43 

33.6 

35.6 

37.5 

41.4 

45.3 

10 

16 

40 

40 

35.8 

38.0 

40.1 

44.4 

48.8 

5 

10 

20 

40 

47 

38.7 

40.9 

43.0 

47.3 

51.7 

6 

12 

24 

48 

46 

45.9 

48.5 

51.1 

56.3 

61.4 

Note. — Variations  in  the  fineness  of  V:e  sand  and  the  compacting  of  the  con- 
crete may  affect  the  volumes  by  10%  in  either  direction. 
*Use  for  average  conditions. 
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TABLE  27.    MATERIALS  FOR  ONE  CUBIC  YARD  OF  RUBBLE 
CONCRETE  (See  p.  141) 

BASED  ON  A  BARREL  OF  3.8  CUBIC  FEET 


gg 

Propor- 
tions of 

Propor- 
tions op 

Broken 

Stone 

Uniform  Size 

50%  Voids 

Broken 

Stone 

Without  Dust 

45%  Voids* 

Screened 

Graded 

w  § 

£3 

Plain 
Concrete 
bt  Parts 

Plain 
Concrete 
by  Volume 

Gravel 
40%  Voids 

Mixtures 
30%  Voids 

1 

1 

i 

GG 

a 

1* 

*3 

J"3 

S 

I 

1 

1 

1 

•3 

1 

§ 

1 

6 

l 

1 

i 

T3 

1 

I 

OQ 

SI 

bbl. 

cu. 

ft. 

CU. 

ft. 

bbl. 

cu. 

yd. 

CU. 

yd. 

bbL 

CU. 

yd. 

cu. 

yd. 

bbl. 

cu. 

yd. 

CU. 

yd. 

bbl. 

CU. 

yd. 

CU. 

yd. 

(1) 

(2) 

(3) 

(4) 

(5) 

(6) 

(7) 

(8) 

(9) 

(10) 

(ID 

(12) 

(13) 

(H) 

(15) 

(16) 

(17) 

(18) 

(19) 

2 

3 

1 

7.6 

11.4 

1.51 

0.43 

0.64 

1.45 

0  41 

0.61 

1.39 

0.39 

0.59 

1.29 

0.36 

0  54 

2 

4 

1 

7.6 

15.2 

1.32 

0.37 

0.74 

1.25 

0.35 

0.70 

1.20 

0.34 

0.67 

1.10 

0.31 

0.62 

2 

5 

1 

7.6 

19.0 

1.18 

0.33 

0.82 

1.11 

0.31 

0.78 

1.06 

0.30 

0.74 

0.96  0.27 

0.67 

2J 

4 

1 

9.5 

15.2 

1.22 

0.43 

0.69 

1.17 

0.41 

0  66 

1.12 

0.39 

0.63 

1.03 

0.36 

0.58 

20% 

2* 

5 

1 

9.5 

19.0 

1.10 

0.38 

0.77 

1.04 

0.37 

0.74 

0.99 

0.35 

0.70 

0.90 

0.32 

0.64 

2* 

6 

1 

9.5 

22.8 

0.99 

0.35 

0.84 

0.94 

0.33 

0.79 

0.89 

0.31 

0.75 

0.81 

0.29 

0.68 

3 

5 

1 

11.4 

19.0 

1.02 

0.43 

0.72 

0.98 

0.42 

0.69 

0.94 

0.39 

0.66 

0.86 

0.36 

0.60 

3 

6 

1 

11.4 

22  8 

0.93 

0.39 

0.78 

0  89 

0.38 

0.75 

0.84 

0.35 

0.71 

0.77 

0.33 

0.65 

3 

7 

1 

11.4 

26.6 

0.86 

0.36 

0.84 

0.81 

0.34 

0.79 

0.77 

0.32 

0.76 

0.70 

0.30 

0.69 

2 

3 

1 

7.6 

11.4 

1.32 

0.37 

0.56 

1.27 

0.36 

0.53 

1.22 

0.34 

0.52 

1.13 

0.32 

0.48 

2 

4 

1 

7.6 

15.2 

1.15 

0.32 

0.65 

1.10 

0.31 

0.62 

1.05 

0.29 

0.59 

0.97 

0.27 

0.55 

2 

5 

1 

7.6 

19.0 

1.03 

0.29 

0.72 

0.97 

0.27 

0.69 

0.92 

0.26 

0.65 

0.84 

0.24 

0.59 

2* 

4 

1 

9.5 

15.2 

1:06 

0.38 

0.60 

1.02 

0.36 

0.57 

0.98 

0.34 

0.55 

0.90 

0.32 

0.51 

30% 

2* 

5 

1 

9.5 

19.0 

0.96 

0.34 

0.67 

0.91 

0.32 

0.64 

0.87 

0.31 

0.61 

0.79 

0.28 

0.56 

2* 

6 

1 

9.5 

22.8 

0.87 

0.31 

0.74 

0.82 

0.29 

0.69 

0.78 

0.27 

0.66 

0.71 

0.25 

0.60 

3 

5 

1 

11.4 

19.0 

0.90 

0.38 

0.63 

0.85 

0.36 

0.60 

0  82 

0.34 

0.57 

0.75 

0.32 

0.53 

3 

6 

1 

11.4 

22.8 

0.81 

0.34 

0.69 

0.78 

0.33 

0.66 

0.74 

0.31 

0.62 

0.67 

0.29 

0.57 

3 

7 

1 

11.4 

26.6 

0.75 

0.32 

0.74 

0.71 

0.30 

0.69 

0.67 

0.28 

0.67 

o.ai 

0.26 

0.60 

2 

3 

1 

7.6 

11.4 

1.13 

0.32 

0.48 

1.09 

0.31 

0.46 

1.04 

0.29 

0.44 

0.97 

0.27 

0.41 

2 

4 

1 

7.6 

15.2 

0.99 

0.28 

0.56 

0.94 

0.26 

0.53 

0.90 

0.25 

0.50 

0.83 

0.23 

0.47 

2 

5 

1 

7.6 

19.0 

0.88 

0.25 

0.62 

0.83 

0.23 

0.59 

0.79 

0.22 

0.56 

0.72 

0.20 

0.50 

2*     4 

1 

9.5 

15.2 

0.91 

0.32 

0.52 

0.88 

0.31 

0.49 

0  84 

0.29 

0.47 

0.77 

0.27 

0.44 

40% 

2i    5 

1 

9.5 

19.0 

0.82 

0.29 

0.58 

0.78 

0.28 

0.55 

0.74 

0.26 

0.52 

0.68 

0.24 

0.4* 

2| 

6 

1 

9.5 

22.8 

0.74 

0.26 

0.63 

0.70 

0.25 

0.59 

0.67 

0.23 

0.56 

0.61 

0.22 

0.51 

3 

5 

1 

11.4 

19.0 

0.77 

0.32 

0.54 

0.73 

0.31 

0.52 

0.70 

0.29 

0.49 

0.64 

0.27 

0.45 

3 

6 

1 

11.4 

22.8 

0.70 

0.29 

0.59 

0.67 

0.28 

0.56 

0.63 

0.26 

0.53 

0.58 

0?5 

0  49 

3 

7 

1 

11.4 

26.6 

0.65 

0.27 

0.63 

0.61 

0.26 

0.59 

0.58 

0.24 

0.57 

0.52 

0.22 

0.52 

2 

3 

1 

7.6 

11.4 

0.94 

0.27 

0.40 

0.90 

0.26 

0.38 

0.87 

0.24 

0.37 

0.80 

0.22 

0.34 

2 

4 

1 

7.6 

15.2 

0.82 

0.23 

0.46 

0.78 

0.22 

0.44 

0.75 

0.21 

0.42 

0.69 

0.20 

0.39 

2 

5 

1      7.6 

19.0 

0.74 

0.20 

0.52 

0.70 

0.20 

0.49 

0.66 

0.18 

0.46 

0.60 

0.17 

0.42 

n 

4 

1 

9.5 

15.2 

0.76 

0.27 

0.43 

0.73 

0.26 

0.41 

0.70 

0.24 

0.40 

0  64 

0.22 

0.36 

50% 

2\     5 

1 

9.5 

19.0 

0.68 

0.24 

0.48 

0.65 

0.23 

0.46 

0.62 

0.22 

0.44 

0.56 

0.20 

0.40 

2] 

6 

1 

9.5 

22.8 

0.62 

0.22 

0.52 

0.58 

0.20 

0.50 

0.56 

0.20 

0.47 

0.50 

0.18 

0.42 

3 

5 

1 

11  4 

19.0 

0.64 

0.27 

0.45 

0.61 

0.26 

0.43 

0.58 

0.24 

0.41 

0.54 

0.22 

0.38 

3 

6 

1 

11  4 

22.8 

0.58 

0.24 

0.49 

0.56 

0.24 

0.47 

0.52 

0.22 

0.44 

0.48 

0.20 

0.40 

1 

3 

7 

1 

11.4 

26.6 

0.54 

0.22 

0.52 

0.50 

0.22 

0.49 

0.48 

0.20 

0.48 

0.44 

0.18 

0.43 

2 

3 

1 

7.6 

11.4 

0.76 

0.21 

0.32 

0.72 

0.20 

0.30 

0.70 

0.20 

0.30 

0.64 

0.18 

0  27 

2 

4 

•  1 

7.6 

15.2 

0.66 

0.18 

0  37 

0.63 

0.18 

0.35 

0.60 

0.17 

0.34 

0.55 

0.16 

0  31 

2 

5 

1 

7.C 

19. C 

0.58 

0.1C 

0.41 

0.5C 

0.16 

0.39 

0.53 

0.15 

0.37 

0.48 

0.14 

0.34 

2J 

4 

1 

9.5 

15.2 

0.61 

0.22 

0.34 

0.58 

0.20 

0.33 

0.56 

0.20 

0.32 

0.52 

0.18 

0.29 

60% 

2 

\     5 

1 

9.5 

19. C 

0.55 

►  OH 

0.38 

0.52 

0.18 

0.37 

0.50 

0.18 

0.35 

0  45 

0.16 

0.32 

2} 

6 

1 

9.5 

►  22.8 

0.5( 

)  0.1* 

1  0.42 

0.47 

0.16 

0.40 

0.44 

O.lfl 

0.38 

0.4C 

0.14 

0.34 

3 

5 

1 

11.4 

I  19. C 

0.51 

0.22 

0.36 

0.49 

0.21 

0.34 

0.47 

0.2C 

0.33 

0.43 

0.18 

0.30 

.  i 

3 

6 

1 

11.4 

[  22. J 

0.4( 

)  0.2( 

)  0.3S 

0.44 

[  0.19 

0.38 

0.42 

0.18 

0.36 

0.38 

0.16 

0.32 

3 

7l    l 

11.4 

L  26.  e 

0.4: 

*  0.1* 

}  0.42 

0.4C 

)  0.17 

0.40 

0.38 

0.1C 

0.38 

0.3510.15 

0.34 

Note. — Variations  in  the  fineness  of  the  sand  and  the  compacting  of  the  con- 
crete may  affect  the  quantities  by  10%  in  either  direction. 
*Use  for  average  conditions. 
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TABLE  28.    VOLUME  OF  RUBBLE  CONCRETE  FROM 
BARREL  OF  CEMENT  (See  p.  141) 
BASED  ON  A  BARREL  OF  3.8  CUBIC  FEET 
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28.6 
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Note. — Variations  in  the  fineness  of  the  sand  and  the  compacting  of  the  con- 
crete may  affect  the  quantities  by  10%  in  either  direction. 
♦Use  for  average  conditions. 


CHAPTER  VIII 
COST  OF  CONCRETE  MATERIALS 

Tables  are  presented  in  this  chapter  for  estimating  the  cost  of  the 
materials  for  plain  and  rubble  concrete  from  given  costs  of  the  cement, 
sand,  and  stone  delivered  on  the  work. 

The  effect  of  the  quality  and  of  the  proportions  of  the  materials 
upon  the  cost  has  been  discussed  in  the  preceding  chapter.  Costs  of 
the  labor  of  concreting  as  well  as  costs  and  quantities  of  materials 
for  forms,  reinforcing  steel,  and  concrete  members  are  treated  fully 
in  subsequent  chapters. 

METHOD  OF  COMPILING  COST  TABLES 

The  cost  of  materials  is  governed  by  the  quantity  of  each  ingredi- 
ent contained  in  a  cubic  yard  of  concrete  in  place,  and  Tables  29  to  36, 
pages  165  to  172,  are  therefore  computed  from  the  Quantity  Tables 
in  Chapter  VII,  as  illustrated  below  in  Example  1. 

To  avoid  complication,  the  tables  are  based  upon  materials  of 
average  quality  and  character,  so  that  they  furnish  data  sufficiently 
close  for  all  ordinary  estimates.  The  effect  upon  the  cost  of  varying 
the  percentages  of  voids  in  the  aggregate  is  shown  on  page  160.  For 
a  comparison  of  different  aggregates  from  the  standpoint  of  net  cost 
per  cubic  yard  of  concrete,  or  of  cost  based  on  strength  of  concrete, 
the  cost  may  be  computed  as  in  Example  1,  directly  from  the  Quan- 
tity Tables,  selecting  the  percentages  of  voids  in  the  aggregates  and 
the  other  characteristics  to  agree  with  the  given  conditions. 

Example  1:  What  will  be  the  cost  per  cubic  yard  of  materials  for 
1 :2J  :5  concrete,  with  Portland  cement  at  $2.00  per  barrel  delivered  on 
the  job,  sand  at  $1.00  per  cubic  yard  delivered,  and  broken  stone  with 
45%  voids,  at  $2.00  per  cubic  yard  delivered? 

Solution:  The  quantity  of  each  material  in  a  cubic  yard  of -con- 
crete is  taken  directly  from  Table  22,  page  151,  from  which  we  have 

Cement 1.30  bbl.      @  $2.00  =  $2.60 

Sand 0.46  cu.  vd.  @    1.00  =    0.46 

Stone 0.92  cu.  yd.  @    2.00  =     1.84 

Total  cost  of  materials  per  cubic  yard  of  concrete $4.90 

This  value  may  be  taken  directly  from  Table  33,  page  169. 

158 


COST  OF  CONCRETE  MATERIALS  159 

BASIS  OF  TABLES 

The  tables  are  accurate  enough  for  ordinary  use  without  correction 
for  variations  in  quality  of  materials. 

The  tables  are  based  on  the  following  assumptions: 

(1)  Proportions  are  based  on  a  barrel  of  Portland  cement  (or  4 
bags)  weighing  376  pounds  net,  or  100  pounds  per  cubic  foot.  One 
part  of  sand  or  stone  by  volume,  corresponding  to  one  barrel  of 
cement,  is  thus  substantially  3.8  cubic  feet. 

(2)  Broken  stone  or  gravel  when  measured  loose  is  assumed  to 
have  45%  voids,  this  figure  being  selected  as  an  average  value.  For 
stone  with  other  percentages  of  voids,  however,  the  cost  for  any 
selected  proportions  may  be  readily  computed  by  multiplying  by  one 
of  the  ratios  given  on  page  160.  The  stone  is  measured  by  the  cubic 
yard,  but  if  purchased  by  the  ton  the  equivalent  price  per  cubic  yard 
is  obtained  directly  from  Table  37,  page  173. 

(3)  The  sand  is  assumed  to  be  of  good  quality  and  fairly  coarse. 
Measured  loose,  with  natural  moisture  as  it  comes  from  the  bank,  its 
average  weight  is  92  pounds  per  cubic  foot  and,  deducting  the  moisture 
assumed  as  3%,  the  net  weight  of  the  dry  sand  particles  in  a  cubic 
foot  of  bank  sand  is  89  pounds.* 

This  figure  has  been  selected  as  a  fair  average  weight  for  ordinary 
bank  sand,  in  its  natural  state,  when  the  volume  is  measured  in  bulk 
as  in  proportioning  concrete.  If  artificially  dried,  an  average  weight, 
loose,  is  about  ioo  pounds  per  cubic  foot,  while  105  pounds  per  cubic 
foot  may  be  called  an  average  weight  of  sand  in  its  natural  state 
packed  in  the  bank.  If  sand  containing  natural  moisture  is  loosely 
measured  in  a. cubic  foot,  or  smaller,  measure, the  weight  is  apt  to  range 
from  75  to  95  pounds,  according  to  the  percentage  of  moisture,  coarse- 
ness of  sand,  and  method  of  placing  in  the  measure. 

Fine  sand  produces  a  larger  bulk  of  mortar  than  coarse  sand,  some- 
times as  much  as  10%  more,  in  which  case,  since  the  mortar  may 
occupy  one-half  the  volume  of  the  concrete,  the  bulk  of  the  concrete 
may  be  increased  5%.  This  increase  in  bulk  reduces  the  quantity  of 
cement  per  cubic  yard  of  concrete,  and  therefore  slightly  lessens  its 

*  This  corresponds  to  46%  air  plus  water  voids  or  44%  air  voids.  To  those 
accustomed  to  measuring  voids  in  sand  by  pouring  water  into  it,  these  per- 
centages doubtless  will  appear  high;  however,  the  method  of  pouring  in  water 
has  been  proved  inaccurate  because  of  the  entraining  of  air,  sometimes 
giving  a  result  as  much  as  10%  lower  than  the  true  voi<f£? by 
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cost;  but,  as  discussed  in  Chapter  VI,  the  strength  is  reduced  in  still 
larger  ratio  with  a  resulting  poor  economy. 

Dry  sand  will  weigh  more  per  cubic  foot,  when  measured  loose,  than 
the  same  sand  with  natural  moisture, — this  singular  fact  having  been 
proved  repeatedly  by  experiment,* — and  the  same  volume  will  there- 
fore make  a  larger  bulk  of  concrete  and  mortar,  thus  reducing  the  quan- 
tity of  cement  per  cubic  yard  of  concrete  perhaps  5%. 

The  uses  of  the  tables  are  illustrated  in  Examples  2  to  6,  pages  162 
and  163. 

EFFECT  ON  COST  OF  VOIDS  IN  BROKEN  STONE 

Different  percentages  of  voids  in  the  broken  stone  affect  the  volume 
of  the  concrete  made  and  therefore  alter  the  cost  of  materials  per 
cubic  yard  of  concrete. 

The  values  in  the  tables,  pages  165  to  172,  are  based  on  45%  voids 
in  the  broken  stone  and  may  be  corrected  for.  other  percentages  of 
voids  as  follows: 

If  stone  has  50%  voids,  multiply  the  costs  in  the  tables  by  1.05. 

If  stone  has  40%  voids,  multiply  the  costs  in  the  tables  by  0.95. 

If  stone  has  30%  voids,  multiply  the  costs  in  the  tables  by  0.87. 

COST    OF    STONE    BY    WEIGHT    VS.    MEASURE 

If  the  cost  of  stone  is  in  ton  measurement,  it  may  be  converted  into 
cost  per  cubic  yard  by  the  use  of  Table  37,  page  173.  The  relation  of 
the  weight  to  the  volume  of  two  kinds  of  broken  stone  or  gravel  varies 
with  their  specific  gravities  and  their  percentages  of  voids.  The 
weight  per  cubic  yard  of  broken  stone  may  range  from  one  ton  (of 
2000  pounds)  to  1.5  tons,  varying  with  the  specific  gravity  of  the 
rock  and  the  percentage  of  voids  in  the  broken  stone.  It  is  thus 
impossible  to  give  an  exact  figure,  but  for  rough  estimates  where  the 
'specific  gravity  of  the  stone  is  unknown,  it  may  be  assumed  for 
an  approximation  that  one  ton  of  broken  stone  measures  20  cubic 
feet,  which  corresponds  to  100  pounds  per  cubic  foot. 

The  table  is  computed  from  a  formula  derived  in  the  following 
manner: 

♦See  page  109;  also  Taylor  &  Thompson's  "Concrete,  Plain  and  Reinforced/ ' 
second  edition,  p.  176. 


C  =  u*-*y  vx     v>  *'  q 
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Let 

Cy  =  cost  per  cubic  yard  of  broken  stone. 

Ct  =  cost  per  ton  (of  2000  lb.)  of  stone. 

W  =  weight  of  broken  stone  in  tons  per  cubic  yard. 

g    =  specific  gravity  of  stone. 

v    =•  per  cent  voids  in  broken  stone. 

The  cost  per  cubic  yard  of  the  stone  is  equal  to  the  cost  per  ton 
multiplied  by  the  number  of  tons  per  cubic  yard  or 

Cy=  WCt  (1) 

Expressing  the  weight,  W,  in  terms  of  the  specific  gravity  and  per- 
centage of  voids  in  the  stone,  and  using  62. 1  pounds  as  the  weight  oi 
water  per  cubic  foot, 

62.4g  (1  -  v)  27  k 
2000 
or 

Cy  =  0.8420  (1  -  v)  Ct  (2) 

The  use  of  Table  37  is  illustrated  in  Example  7,  page  163. 

COST    OF    MATERIALS     FOR    RUBBLE    CONCRETE 

The  cost  of  rubble  concrete  is  governed  by  the  percentage  of  rubble 
stone  placed  in  the  mass  and  by  the  proportions  of  the  concrete  in 
which  this  is  imbedded.  In  making  an  estimate,  the  cost  of  the  rubble 
stones  and  of  the  plain  concrete  must  be  figured  separately. 

The  cost  of  the  rubble  itself  ordinarily  consists  in  the  labor  items  of 
quarrying,  transporting  and  placing,  and  for  this,  reference  may  be 
made  to  Chapters  IX  and  X.  This  labor  cost  may  be  reduced  to 
price  per  cubic  yard  of  the  rubble  and  figured  in  the  same  way  as 
materials.  If  the  rubble  is  purchased,  as  is  sometimes  the  case,  it  will 
at  once  come  under  the  head  of  material. 

No  separate  tables  of  cost  of  rubble  concrete  are  presented  because, 
having  estimated  the  percentage  and  the  cost  of  the  rubble,  the  values 
for  the  concrete  are  readily  obtained  from  the  other  tables.  The  prices 
for  the  cement,  sand,  and  broken  stone  or  gravel  may  be  figured  from 
the  quantity  of  materials,  or  from  Cost  Tables  29  to  36,  as  illustrated 
in  Example  8,  page  163. 

The  quantity  of  rubble  in  rubble  concrete  may  vary  under  ordinary 
working  conditions  from  20%  of  the  mass  to  50%;  that  is,  the  solid 
stones  of  the  rubble  may  occupy  from  20%  to  50%  of  the  total  volume 
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of  the  structure.  (See  p.  143.)  The  lower  figure,  20%,  may  be  as- 
sumed for  "one-man"  or  "two-men"  stone,  such  as  are  laid  in  a  wall 
4  or  5  feet  thick,  and  the  50%  for  stone  (running  up  to  2  yards  each) 
placed  by  a  derrick  in  a  large  mass  of  concrete,  such  as  the  interior  of 
a  dam.  In  a  few  cases,  as  high  as  55%  to  60%  of  rubble  has  been  em- 
ployed. For  example,  in  the  dam  of  the  Jersey  City  Water  Supply 
Company  at  Boon  ton,  N.  J.,  55%  of  the  mass  consisted  of  rubble. 

It  is  difficult  to  place  rubble  stone  at  night,  because  of  shadows  cast, 
and  allowance  must  be  made  for  this  in  determining  the  total  rubble 
in  a  dam. 

EXAMPLES   FOR   TABLES    OF   COST   OF   MATERIALS 

The  total  cost  of  materials  per  cubic  yard  of  concrete,  when  the 
prices  of  the  raw  materials  delivered  are  all  known,  is  obtained  directly 
from  the  tables  as  in  Example  2.  The  examples  which  follow  this 
illustrate  various  ways  of  using  the  tables. 

Example  2:  What  will  be  the  cost  of  materials  per  cubic  yard  of 
concrete  in  place,  proportions  1:2|:5,  with  Portland  cement  at  $2.00 
pc»  barrel  delivered  on  the  job,  sand  at  $1.00  per  cubic  yard,  and 
broken  stone  with  45%  voids  at  $2.00  per  cubic  yard? 

Solution:    From  Table  33,  we  find  the  cost  to  be  $4.90. 

Example  8:  What  will  be  the  difference  in  cost  if  the  stone  has 
40%  instead  of  45%  voids? 

Solution:  From  the  paragraph  on  page  160,  the  cost  must  be  multi- 
plied by  the  ratio  0.95,  thus  giving  $4.90  X  0.95  =  $4.65.  . 

Example  4'  Estimate  the  saving  in  Example  2  if  sand  costs  $0.80 
instead  of  $1 .00  per  cubic  yard. 

Solution:  Interpolating  between  the  prices  $4.79  with  sand  at 
$0.75  per  cubic  yard,  and  $4.90  with  sand  at  $1.00  per  .cubic  yard,  the 
cost  of  materials  per  cubic  yard  of  concrete  becomes  $4;81. 

Example  5:  What  will  be  the  cost  of  materials  per  cubic  yard  of 
concrete  with  cement  and  sand  as  in  Example  2  and  the  coarse  aggre- 
gate, broken  trap  rock  with  45%  voids,  costing  $1.80  per  ton  of 
2000  pounds? 

Solution:  By  interpolation  in  Table  37,  the  cost  per  cubic  yard  of 
the  stone  is  found  to  be  $2.41  and,  using  this  value  in  Table  33,  the 
total  cost  of  materials  per  cubic  yard  of  concrete  will  thus  be  $5.28. 

Example  6:  If  very  fine  sand  is  employed,  what  will  be  the  cost  of 
*he  1:2^:5  concrete  in  Example  2? 
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Solution:  For  answer  reference  must  be  made  to  Table  18,  page  139 
and  the  materials  taken  separately: 

Cement 1.27  bbl.       @  $2.00  =  $2.54 

Fine  sand 0.45  cu.  yd.  @     1.00  =    0.45 

Stone 0.90  cu.  yd  @     2.00  =    1.80 

Total  cost  of  materials  per  cubic  yard  of  concrete $4.79 

Although  this  result  is  $0.11  less  than  with  ordinary  coarse  sand,  as 
shown  in  Example  2,  the  strength  of  the  concrete  is  reduced  in  so  much 
larger  ratio  that  the  fine  sand  should  not  be  used. 

EXAMPLES  FOR  TABLE  OF  COST  OF  STONE  BY  WEIGHT 

VS.  MEASURE 

The  following  example  illustrates  the  application  of  the  table. 

Example  j:  If  unscreened  crusher  run  broken  trap  stone  is  pur- 
chased at  $2.00  per  ton  of  2000  pounds,  what  will  be  its  equivalent 
price  per  cubic  yard  to  use  in  estimating  the  cost  of  materials  for  con- 
crete in  preceding  tables. 

Solution:  Table  37  gives  equivalent  price  per  yard  as  $2.92  if 
stone  has  40%  voids,  or  $2.43  if  stone  has  50%  voids.  The  footnote 
states  that  for  stone  containing  dust  the  lower  per  cent  applies,  hence 
we  may  estimate  the  corresponding  price  per  yard  at  $2.92. 

EXAMPLES  OF  FINDING  COST  OF  RUBBLE  CONCRETE 

Example  8:  What  will  be  the  cost  per  cubic  yard  of  the  materials 
for  a  wall  of  rubble  concrete  10  feet  thick,  of  which  40%  of  the  mass  is 
estimated  to  be  solid  rubble  stone  and  the  remainder  1:2^:5  concrete, 
with  cement  at  $2.00  per  barrel  delivered,  sand  at  $0.75  per  cubic 
yard  delivered,  broken  stone  at  $1.50  per  cubic  yard  delivered,  rubble 
at  $0.75  per  cubic  yard  measured  loose? 

Solution:  If  the  wall  were  of  plain  concrete,  the  cost  of  materials 
from  Table  33,  page  169,  would  be  $4.33  per  cubic  yard,  but  since  only 
60%  of  the  material  is  concrete,  this  cost  is  reduced  to  $4.33  X  0.60  = 
$2.60  per  cubic  yard.  To  this  must  be  added  the  cost  of  the  rubble. 
Assuming  the  voids  in  the  loose  rubble  to  be  45%,  the  cost  of  a  solid 

cubic  yard  of  rubble  is '■ =  $1.36,  hence,  the  cost  of  rubble  per 

'  1.00-0.45  P 

cubic  yard  of  the  rubble  concrete  is  $1.36  X  40%  =  $0.55.    The  total 

cost  of  materials  for  the  rubble  concrete  is  thus  $3.15. 
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Example  9:  What  will  be  the  cost  under  the  same  conditions  as 
those  named  in  Example  8,  except  that  the  trap  rubble  is  purchased 
at  price  of  $1.00  per  short  ton  of  2000  pounds? 

Solution:     For  accuracy,  the  specific  gravity  of  this  particular  trap 

should  be  determined.    As  no  figure  is  given,  assume  average  value 

(p.  173)  of  2.9,  or  180  pounds  of  solid  rock  per  cubic  foot.    The  volume 

2000 

of  solid  rock  in  a  ton  is  therefore =  11.11  cubic  .feet,  or  0.412 

180 

$1  00 
cubic  yards,  and  the  cost  per  cubic  yard  is  — : —  =  $2.43.     The  cost 

0.412 

of  rubble  in  a  cubic  yard  of  concrete  (since  40%  of  the  mass  is  rubble) 

is  $2.43  X  0.40  =  $0.97.     Adding  this  to  cost  of  plain  concrete  In 

Example  8,  amounting  to  $2.60,  gives  $3.57  per  cubic  yard  of  rubble 

concrete  as  the  cost  of  the  materials.    Average  specific  gravities  for 

different  rock  are  given  in  footnote  to  Table  37,  ojj  page  173. 
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TABLE  29.    COST  OF  MATERIALS  FOR  ONE  CUBIC  YARD 

OF  1:1  J  3  CONCRETE 

For  basis  of  table  see  page  159.    If  stone  is  purchased  by  the  ton  see  page  173 . 
Costs  for  materials  only,  delivered  on  j  ob.  For  labor  see  Chap.  X,  XI  and  XIII. 


Sand  at  75^  per  Cubic  Yabd 


Sand  at  $1.00  per  Cubic  Yard 


Price  op  Stone  per  Cubic  Yard 


Price  of  Stone  per  Cubic  Yard 


$o.6oW.oo,$i.2o$i.4o$i.6ol$i.8o,$2.oo'$2.4ol$2 


,«Li 


,      $ 

0.60 
0.70 
0.80 


$ 

2.02 
2.22 
2.42 


0.90  2.62 
1.00  2.82 
1.10,  3. 

1.20!  3.22 
1.30  3.42 
1.40  3.62 


1.50 
1.60 
1.70 


3.82 
4.02 
4.22 


1.80  4.42 
1.90  4.62 
2.00  4.82 

2.10'5.02 
2.20,  5.22 
2.30  5.42 

2.40  5.62 
2.50  5.82 
3.00,  6.82 


$ 
2.35 
2.55 
2.75 

2.95 
3.15 
3.35 

3.55 
3.75 
3.95 

4.15 
4.35 
4.55 

4.75 
4.95 
5.15 

5.35 
5.55 
5.75 

5.95 
6.15 
7.15 


$ 

2.52 
2.72 
2.92 

3.12 

3 

3.52 

3.72 
3.92 
4.12 

4. 

4.52 

4.72 

4.92 
5.12 
5.32 

5.52 
5.72 
5.92 

6.12 
6.32 

7 


$ 

2.69 
2.89 
3.09 

3.29 
3.49 


3.89 
4.09 
4.29 

4.49 

4. 

4. 

5.09 
5.29 
5.49 

5.69 

5 

6.09 

6.29 
6.49 
7.49 


$        $ 

2.86  3( 
3.06  3.23 
3.26  3.43 


3.46 
3.66 
3.86 


4.06 
4.26 
4.46 

4.66 
4.86 
5.06 


3.! 

4.1 

4.23 
4.43 
4.63 

4.83 

5 

5.23 


5.26  5.43 
5.46,  5.63 
5.66,  5.83 

5.86'  6.03 
6.06  6.23 
6.26  6.43 

6.46  6.63 
6.66  6.83 
7.661  7.83 


4.00  8.82  9.15  9.32  9.49  9.66'  9.8310.0010.3310.66 
5.0010.8211.1511.3211.4911.6611.8312.0012.3312.66 


$ 

3.J 

3.40 

3.60 

3.80 
4.00 
4 

4.40 
4.60 
4 


5.20 
5.40 


$ 
3.53 
3.73 
3.93 

4.13 
4.33 
4.53 

4.73 
4.93 
5.13 


5.00  5.33 


5.53 
5.73 


$ 

3.86 
4.06 
4.26 

4.46 
4.66 
4 

5.06 
5.26 
5.46 

5.66 
5.86 
6.06 


$0.60$1.00$1.20$1.40$1.60$1.80;$2.00$2.40$2.80 

T~ 

3.96 
4.16 
4.36 


5.60  5.93  6.26 
5.80!  6.13  6.46 
6.00  6.33  6.66 

6.20*  6.53  6 
6.40,  6.73  7.06 
6.60  6.93  7.26 


6.80  7.13 

7.00  7.33 

8.001  8.33 


$ 

2.12 
2.32 
2.52 

2.72 
2.92 
3.12 

3.32 
3.52 
3.72 


4.12 
4.32 

4.52 

4.72 
4.92 

5.12 
5.32 
5.52 


7.46 
7.66 
8.66 


$ 
2.45 
2.65 
2.85 

3.05 
3.25 
3.45 

3.65 
3.85 
4.05 

4.25 
4.45 
4.65 


$ 

2.« 

2A 
3.02 

3 

3.42 

3 

3.82 

4.02 
4 

4.42 
4.62 
4.82 


4.85  5.02 
5.05  5.22 
5.25  5.42 

5.451  5.62 
5.65  5.82 
5.85  6.02 


5.72  6.05  6.22 
5.92  6.25  6.42 
6.92  7.251  7.42 


5.19  5 
5.39  5.56 
5.59  5.76 

5.79'  5.96 
5.991  6.16 
6.19  6.36 

6.39'  6.56 
6.59  6.76 
7.59  7.76 


8.92  9.25!  9.42  9.59  9.76 
10.9211.2511.4211.5911.76 


$ 

2.79 
2.99 
3.19 

3.39 
3.59 
3.79 

3.99 
4.19 
4. 

4.59 
4.79 
4.99 


$ 

2.96 
3.16 
3.36 

3.56 
3.76 
3.96 

4.16 
4.36 
4.56 

4.76 
4.96 
5.16 


$ 

3.13 
3.33 
3.53 

3.73 

3.93 
4.13 

4.33 
4.53 
4.73 

4.93 
5.13 
5.33 

5.53 
5.73 
5.93 

6.13 
6.33 
6.53 

6.73 
6.93 
7.93 

9.93 
11.93 


$ 

3.30 
3.50 
3.70 

3.90 
4.10 
4.30 

4.50 
4.70 
4.90 

5.10 
5.30 
5.50 

5.70 
5.90 
6.10 

6.30 
6.50 
6.70 

6.90 
7.10 
8.10 


$ 

3.63 
3.83 
4.03 

4. 

4.43 

4.63 

4.83 
5.03 
5.23 

5.43 
5 

5.83 

6.03 
6.23 
6.43 


6.83 
7.03 

7.23 
7.43 
8.43 


10.1010.43 
12.1012.43 


4.56 
4.76 
4.96 

5.16 
5.36 
5.56 

5.76 
5.96 
6.16 

6.36 
6.56 
6.76 

6.96 
7.16 
7.36 

7.56 
7.76 
8.76 

10.76 
12.76 


Sand  at  $1.25  per  Cubic  Yard 


Sand  at  $1.50  per  Cubic  Yard 


Price  op  Stone  per  Cubic  Yard 


Price  op  Stone  per  Cubic  Yard 


O£$0.60'#1.00$1.20$1.40$1.60$1.80$2.00$2.40$2.80t*0, 


0.90,  2.82 
1.00  3.02 
1.10  3.22 

I.20' 3.42 
1.30  3.62 
1.40  3.82 


1.50 
1.60 
1.70 


4.02 

4. 

4.42 


1.80  4.62 
1.90  4. 
2.00  5.02 


2.10 
2.20 
2.30 

2.10 
2.50 
3.00 

4.00 
5.00 


5.22 
5.42 
5.62 

5 

6.02 

7.02 


9.02 
11.0211.35 


$ 

3.15 
3.35 
3.55 

3.75 
3.95 
4.15 

4.35 
4.55 
4.75 

4.95 
5.15 
5.35 

5.55 
5.75 
5.95 

6.15 
6.35 
7.35 

9.35 


$1.00 


$ 

2.93 
3.13 
3.33 

3.53 
3.73 
3.93 

4.13 
4.33 
4.53 

4.73 

4 

5.13 

5 

5.53 

5.73 

5. 

6.13 

7.13 


$1.20 


$ 

3.26 
3.46 


5. 
6.06 

6.26 
6.46 
7.46 


$1.40$1.60 


$ 
3.43 


3.83 

4.03 
4.23 
4.13 


3.86 
4.06 
4.26 

4.46 

4. 

4.86 

5.06 
5.26 
5.46  5 


5.66  5.83 


4 

4.83 
5.03 

5.23 
5.43 


6.03 
6.23 

6.43 
6.63 
7.63 


9.13  9.46  9 
11.1311.46,11.63 


$ 

3.60 
3.80 
4.00 

4.20 
4.40 
4.60 

4.80 
5.00 
5.20 

5.40 
:>  60 
5 

6.00 
6.20 
6.40 

6 
6.80 

7, 


$1.80 


$ 

3.7V 
3.97 
4.17 

4.37 
4.57 
4.77 

4.97 
5.17 
5.37 

5.57 

5  77 
5.97 

6.17 
6.37 
6.57 

6.77 
6.97 
7.97 


$2.00 


$ 
3.94 
4.14 
4.34 

4.54 
4.74 
4.94 

5.14 
5.34 
5.54 

5.74 
5.94 
6.14 

6.34 
6.54 
6.74 

6.94 
7.14 


$2.40 


$ 
4.11 
4.31 
4.51 

4.71 
4.91 
5.11 

5.31 
5.51 
5.71 

5.91 
6.11 
6.31 

6.51 
6.71 
6.91 

7.11 
7.31 


8.14  8.31 


9. 9711. 1411.31 10.6410.97 

11. 80 11. 97 12. 14J12. 31 12.6412.97 


$2.80 


4.44  4.77 


4.64 
4.84 

5.04 
5.24 
5.44 


4.97 
5.17 

5.37 
5.57 
5.77 


5.64  5.97 
5.84  6.17 
6.04  6.37 


6.24 
6.44 
6.64 

6.84 
7.04 
7.24 

7.44 
7.64 
8.64 


6.57 
6.77 
6.97 

7.17 
7.37 
7.57 

7.77 
7.97 
8.97 
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TABLE  30.     COST  OF  MATERIALS  FOR  ONE  CUBIC  YARD 

OF  1:1$  :4  CONCRETE 

For  basis  of  table  see  page  159.    If  stone  is  purchased  by  the  ton  see  page  173. 
Costs  for  materials  only,  delivered  on  job.  For  labor  see  Chap.  X,  XI  and  XIII. 


z  « 
««. 

i  « 

w  a 
0* 

$ 

0.60 
0.70 
0.80 

0.90 
1.00 
1.10 

1.20 
1.30 

1.40 

1.50 
1.60 
1.70 

1.80 
1.90 
2.00 

2.10 
2.20 
2.30 

2.40 
2.50 
3.00 

4.00 
5.00 


$0.60$1.00$1.20$1.40$1.60$1.80$2.00$2.40$2.80 


Sand  at  75^  per  Cubic  Yard 


Sand  at  $1.00  per  Cubic  Yard 


Price  of  Stone  per  Cubic  Yard 


Price  op  Stone  per  Cubic  Yard 


J.. 


$ 

1.87 
2.04 
2.21 


$ 

2.26 
2.43 


2.60  2.79 


2.38  2.77 
2.56  2.94 
2.73  3.11 


$ 
2.45 
2 


2.96 
3.13 
3.30 


$ 
2.64 
2.81 
2.98 


$ 

2.83 
3.00 
3.17 


III 
3.021  3.221  3.60 
3.20  3.39  3.77 
3.37  3.56  3.94 


3.15  3.34  3.54 
3.32  3.52  3.71 
3.49!  3.69  3.88 


3.73  4.11 
3.90  4.28 
4.07  4.46 


2.90!  3.28  3.47  3.67  3.86!  4.05  4.24 
3.07!  3.45  3.641  3.84  4.031  4.22  4.41 
3.24  3.621  3.82'  4.0ll  4.20  4.39  4.58 


4.76 
4.93 
5.10 

5.27 
5.44 
5.61 

5.78 
5.95 
6.12 

6.29 
6.46 
7.32 


3.41  3. 791  3.99  4.18'  4.37'  4.56 
3.58!  3.97  4.16|  4.35  4.54'  4.73 
3.75!  4.14  4.33  4.52|  4.711  4.90 


4.69'  4.88  5.08 
4.86  5.06  5.25 
5.03  5.23  5.42 


3.92|  4.31  4.50 
4.10  4.48  4.67 
4.27  4.651  4.84 


4.44 
4.61 
4.78 

4 

5.12 

5 


4.82!  5.01 
4.99,  5.18 
5.16  5.36 

5.33!  5.53 
5.50,  5.70 
6.36,  6.55 


5.21 
5.38 
5.55 

5.72 
5.89 
6.74 


5.40 
5.57 
5.74 

5.91 
6.08 
6.94 


5.59 
5.76 
5 

6.10 
6.27 
7.13 


7.69  8.07  8.26  8.45  8.65  8.84  9.03  9.41  9.80 
9.40  9.78  9.97,10.1610.3610.5510.7411.1211.51 


4.63 
4.80 
4.97 

5.14 
5.31 
5.48 

5.65 
5.82 
5.99 

6.16 
6.34 
6.51 


6.85 
7.70 


I 
3.1 
4.16 
4.33 

4.50 
4.67 
4.84 

5.01 
5.18 
5.35 

5.52 

5 

5.87 

6.04 
6.21 
6.38 

6.55 
6.72 


7.06 
7.23 
8.09 


$0.6011. 00 II.  20>1. 40 II.  6011. 80  $2. 00 12. 40  $2. 80 

I 


I 

1.96 
2.13 
2.30 

2.47 
2.65 
2.82 

2.99 
3.16 


2.351  2.54 
2.52  2.71 
2.69,  2.88 

2.86  3.05 
3.03  3  22 
3.20  3.39 

3.37  3.56 

3.54  3.73 

3.33|3.71:  3.91 

3.50  3.88  4.08 
3.67|  4.06  4.25 
3.84  4.23  4.42 


4.0l!  4.40 
4. IS  4.57 
4.36!  4.74 

4.53  4.91 

4.70  5.08 
4.87  5.25 

5.04!  5.42 
5.21,  5.59 

6.071  6.45 


4.59 
4.76 
4 

5.10 
5!27 
5.45 

5.62 
5.79 
6.64 


I 
2.73 
2.90 
3.07 

3.24 
3.41 
3.58 

3.76 
3.93 
4.10 

4.27 
4.44 
4.61 

4.78 
4.95 
5.12 

5.30 
5.47 
5.64 

5.81 
5.98 
6.83 


1111$ 

2.921  3  11  3. 31'  3.6914.07 

3.09.  3.29)  3.48!  3.86  4.25 

3.26:  3.461  3.65,  4.03|  4.42 

3.43'  3.63|  3.82!  4.20!  4.59 
3.61  3.80  3.99;  4.37i  4.76 
3.78;  3.97  4.16  4. 55i  4.93 


3.95'  4.14 
4.12'  4.31 
4.29i  4.48 

4.46  4.65 
4.63  4.82 
4.80  4 


4.97 
5.15 
5.32 


5.17 
5.34 
5.51 


5.49  5. 

5.66  5.85 

5.83  6.02 

6.00  6.19 

6.17  6.36 

7.03  7.22 


4.33  4.72  5.10 
4.50!  4.89,  5.27 
4.671  5.06  5.44 


4.851  5.23 
5.02  5.40 
5.19  5.57 


5.36 
5.53 
5.70 

5.87 
6.04 
6.21 

6.38 
6.55 
7.41 


5.74 
5.91 
6.08 


5.61 
5/8 
5.96 

6.13 
6.30 
6.47 


6.25  6.64 
6.43  6.81 
6.601  6.98 

6.77  7.15 
6.94:  7?2 
7.791  8.17 


7.781  8.16  8.35  8.54  8.74  8.93  9.12  9.50'  9.89 
9.49  9.8710.06,10.2510.4510.64,10.8311.2111.60 


a  « 


Sand  at  11.25  per  Cubic  Yard 


Sand  at  11.50  per  Cubic  Yard 


£$0.6011.00 


Price  op  Stone  per  Cubic  Yard 


Price  of  Stone  per  Cubic  Yard 


I 

0.90 
1.00 
1.10 

1.20 
1.30 
1.40 

1.50 
1.60 
1.70 

1.80 
1.90 
2.00 


$ 

2.56 
2.74 
2.91 

3 

3.25 

3.42 

3.59 
3.76 
3.93 

4.10 
4.27 
4.45 


2.10  4.62 
2.20  4.79 
2.30  4 

2.40  5.13 
2.501  5.30 
3.00;  6.16 


$1 .  2011 .  40'$1 .  60  $1 .  80'$2 .  00$2 .  40  $2 .  80 


$ 

2.95 
3.12 
3.29 

3.46 
3.63 
3.80 


I 
3.14 
3.31 
3.48 

3.65 
3.82 
4.00 


3.97  4.17 
4.15  4.34 
4. 32'  4.51 


$ 

3.33 
3.50 
3.67 

3.85 
4.02 
4.19 

4.36 
4.53 
4.70 


4.49'  4.68  4.87 
4.66;  4.85  5.04 
4.83  5.02  5.21 


$ 

3.52 
3.70 
3.87 

4.04 

4.21 
4. 

4.55 
4.72 
4.89 


I 
3.72 


$ 

3.91 
4.08 
4.061  4.25 


4.23 

4.40 
4.57 

4.74 
4.91 
5.08 


5.06  5.26 
5.24  5.43 
5.41  5.60 


5.00  5. 19'  0.39  5.58  5.77 
5.17  5.36!  5.56'  5.75!  5.94 
5.34  5.54,  5.73,  5.921  6.1 


5. 51'  5.71)  5.90  6.09!  6.28 
5.68,  5.88  6.07  6.26  6.45 
6.54  6.73i  6.92  7.12|  7.31 


4.42 
4.59 
4.76 

4.94 
5  11 
5.28 

5.45 
5.62 
5.79 

5.96 
6.13 
6.30 

6.47 
6.64 
7.50 


4.00  7.87  8?5  8.44'  8.631  8.83  9.02  9.21 
5.00  9.58  9.9610.1510.3410.5410.7310.92 


4.29  4.68 


4.46 
4.64 

4.81 
4.98 
5.15 

5.32 
5.49 
5.66 

5.83 
6.00 
6.17 


$0.60  $1.00  $1.20 


4.85 
5.02 

5.19 
5.36 
5.53 

5.70 
5.87 
6.05 

6.22 
6.39 
6.56 


6.34  6.73 
6.52  6.90 
6.69:  7.07 

6.86'  7.24 
7.03  7.41 
7.88|  8.26 


$ 
2.65 
2 
3.00 

3.17 
3.34 
3.51 

3 

3.85 

4.02 

4.19 
4.36 
4.54 

4.71 
4.88 
5.05 

5 

5.39 
6.25 


3.04 
3.21 
3.38 

3.55 
3.72 


4.06 
4.24 
4.41 

4.58 
4.75 
4.92 

5.09 
5.26 
5.43 

5.60 
5.77 
6.63 


$1.40 

$ 

3.42 

3.59  3.79 
3.57  3.76  3.96 


$ 
3.23 
3.40 


3.74 
3.91 
4.09 

4.26 
4.43 
4.60 

4.77 
4.94 
5.11 

5.28 
5.45 
5.63 

5.80 
5.97 
6.82 


$1.60  $1.80  $2. 00  $2. 40  $2. 80 


3.94 
4.11 

4.28 

4.45 

4.62 
4.79 

4.96 
5.13 
5.30 


$ 
3.61 


4.13 

4.30 
4.47 

4.64 
4.81 
4. 

5.15 
5.33 
5.50 


$ 
3.81 
3.98 
4.15 

4.32 

4.49 
4 

4.83 
5  00 
5.17 

5.35 
5.52 
5. 


5.48  5.67  5.86  6.05 
5.65}  5.84  6.031  6.22 
5.82i  6.01,  6.20  6 


5.99  6.181  6.37 
6.16  6.35]  6.54 
7.01  7.21  7.40 


6.56 
6.73 
7.59 


11.3011.69 


7.96  8.34  8.53  8.72!  8.921  9.11  9.30 
9.6710.05 10.24  10  43 10.63 10.82  11.01 


'        * 
4.3S1  4.77 
4.55  4.94 
4.73.  5.11 

4.9o!  5.28 
5.07|  5.45 
5.24J  5.62 

5.4l|5.79 
5.58  5.96 
5.75  6.14 


5.92 
6.09 
6.26 


6.31 

6.48 
6.65 


6.43  6.82 
6.611  6.99 
6.78,  7.16 

6.95'  7.33 
7.12,  7.50 
7.97  8.35 

^.68 10.07 
k.  39 11.78 
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TABLE  31.    COST  OF  MATERIALS  FOR  ONE  CUBIC  YARD 

OF  1:2:4  CONCRETE 

For  basis  of  table  see  page  159.    If  stone  is  purchased  by  the  ton  see  page  173. 
Costs  for  materials  only,  delivered  on  job.   For  labor  see  Chap.  X,  XI  and  XIII. 


S3  A 

Sand  at  15f  per  Cubic  Yard 

Sand  at  $1.00  per  Cubic  Yard 

Sec 

a 

Price  op  Stone  per  Cubic  Yard 

Price  op  Stone  per  Cubic  Yard 

o£ 

».60tt.00'll.20JS1.40S1.60S1.80'S2.00 

$2.40 

$2.80 

$0.60$1.00 

$1.20 

$1.40'$1.60 

$1.80l$2.00$2.40$2.80 

$ 

0.60 
0  70 
0.80 

s  I  $  |  $     $  !  s  1  $ 

1  80  2.15  2.33'  2.50  2.68  2.86 
I  96  2.31  2.48  2.66  2.84  3.01 
2.11|  2.47J2.64  2.82  2.99  3.17 

$ 

3.03 
3.19 
3.35 

$ 

3.38 
3.54 
3.70 

$ 

3.74 
3.89 
4.05 

$    1    $ 

1.91J  2.26 
2.07  2.42 
2.22i  2.58 

$ 

2.44 
2.59 
2.75 

$    I    $ 

2.61  2.79 
2.77!  2.95 
2.93  3.10 

~rhrrr 

2.971  3.14  3.49 
3.12  3.30  3.65 
3.28  3.46  3.81 

$ 

3.84 
4.00 
4.16 

0  90 

1  00 
1.10 

2.27 
2.43 
2.58 

2.62'2.80  2.98  3.151  3.33 
2.78  2.96,  3.13  3.31  3.48 
2.94,  3. II1  3.29  3.46,  3.64 

ill 

3.50 
3.66 
3.82 

3.86 
4.01 
4.17 

4.21 
4.36 
4.52 

2.381  2.73 
2.54  2.89 
2.69,  3.05 

2.91 
3.07 
3.22 

3.09  3.26 
3.24  3.42 
3.40  3.57 

3.44 
3.59 
3.75 

3.61  3.97  4.32 
3.77  4.12  4.47 
3.93  4.28  4.63 

1.20 
1.30 
1.40 

2.74 
2.90 
3.06 

3.09  3.27  3.45 
3.25  3.43,  3.60 
3.41  3.58J  3.76 

3.62 
3.78 
3.94 

3.801  3.97 
3.96,  4.13 
4.11  4.29 

4.33 
4.48 
4.64 

4.68 
4.84 
4.99 

2.85'  3.20 
3.01  3.36 
3.171  3.52 

3.38 
3. £4 
3.69 

3.56  3.73 
3.7l!  3.89 
3.87  4.05 

3.91 
4.07 
4.22 

4.08  4.44!  4.79 
4.24  4.59,  4.95 
4.40  4.75J  5.10 

1.50 
1.60 
1.70 

3.21 
3.37 
3.53 

3.56!  3.74 
3.72  3.90 
3.88  4.06 

3.92 
4.07 
4.23 

4.09 
4.25 
4.41 

4.27  4.44 
4.43i  4.60 
4.58  4.76 

4.80 
4.95 
5.11 

5.15 
5.31 
5.46 

3.32  3.67 
3.48  3.83 
3.641  3.99 

3.85 
4.01 
4.17 

4.03'  4.20 
4.18,  4.36 
4.34  4.52 

4.38 
4.54 
4.69 

4.55'  4.91 
4.71  5.06 
4.87|  5.22 

5.26 
5.42 
5.57 

1.80 
1.90 
2.00 

3.68 
3.84 
4.00 

4.04  4.21 
4.19!  4.37 
4.35  4.53 

4.39 
4.54 
4.70 

4.56 
4.72 
4.88 

4.74 
4.90 
5.05 

4.92 
5.07 
5.23 

5.27 
5.42 
5.58 

5.62 

5.78 
5.93 

3.79  4.15 
3.95  4.30 
4.11  4.46 

4.32 

4.48 
4.64 

4.50 
4.65 
4.81 

4.67 
4.83 
4.99 

4.85 
5.01 
5.16 

5.03  5.38 
5.18  5.53 
5.34.  5.69 

5.73 
5.89 
6.04 

2.10 
2.20 
2.30 

4.16 
4.31 
4.47 

4.51  4.68 
4.661  4.84 
4.821  5.00 

4.86 
5.02 
5.17 

5.04 
5.19 
5.35 

5.21  5.39 
5.371  5.54 
5.521  5.70 

5.74 
5.90 
6.05 

6.09 
6.25 
6.40 

4.27'  4.62 
4.42  4.77 
4.58i  4.93 

4.79 
4.95 
5.11 

4.97 
5.13 
5.28 

5.15 
5.30 
5.46 

5.32 

5.48 
5.63 

5.50'  5.85 
5.65  6.01 
5.81,  6.16 

6.20 
6.36 
6.51 

2.40 
2.50 
3.00 

4.63 

4.78 
5.57 

4.98*  5.15 
5.13  5.31 
5.921  6.10 

5.33 
5.49 
6.27 

5.51 
5.66 
6.45 

5.68  5.86 
5.84  6.02 
6.62.  6.80 

6.21 
6.37 
7.15 

6.56 
6.72 
7.51 

4.74  5.09 
4.89  5.24 
5.68|  6.03 

5.26 
5.42 
6.21 

5.44!  5.62 
5.60,  5.77 
6.38  6.56 

5.79 
5.95 
6.73 

5.97|  6.32 
6.13,  6.48 
6.91  7.26 

6.67 
6.83 
7.62 

4.00 
5.00 

7.14 
8.71 

7.49  7.67 
9.06  9.24 

7.84 
9.41 

8.02 
9.59 

8.19'  8.37 
9.76|  9.94 

8.72 
10.29 

9.07 
10.64 

7.25 
8.82 

7.60 
9.17 

7.78 
9.35 

7.95  8.13 
9.52|  9.70 

8.30'  8. 48'  8.83 
9.8710.0510.40 

9.18 
10.75 

Sand  at  $1.25  per  Cubic  Yard 

Sand  at  $1.50  per  Cubic  Yard 

Price  op  Stone  per  Cubic  Yard 

Price  op  Stone  per  Cubic  Yard 

$0.60 

$1.00 

$1.20  $1.40 

$1.60'$1.80|$2.00 

$2.40 

$2.80 

$0.60 

$1.00$1.40 

$1.20 

$1.60 

$1.80 

$2.00 

$2. 40  $2. 80 

s 

0.90 
1.00 
1.10 

$ 

2.49 
2.65 
2.80 

$ 

2.84 
3.00 
3.16 

$ 

3.02 
3.18 
3.33 

$ 
3.20 
3.35 
3.51 

$ 

3.37 
3.53 
3.68 

$ 

3.54 
3.70 
3.86 

$ 
3.72 
3.88 
4.04 

$ 
4.08 
4.23 
4.39 

$ 

4.43 
4.58 
4.74 

$ 

2.60 
2.76 
2.91 

$ 

2.95 
3.11 
3.27 

$ 

3.13 
3.29 
3.44 

$ 

3.31 
3.46 
3.62 

$ 

3.48 
3.64 
3.79 

$ 

3.65 
3.81 
3.97 

$ 

3.83 
3.99 
4.15 

$    1    $ 
4.19  4.54 
4.341  4.69 
4.50  4.85 

1.20 
1.30 
1.40 

2.96 
3.12 
3.28 

3.31 
3.47 
3.63 

3.49 
3.65 
3.80 

3.67 
3.82 
3.98 

3.84 
4.00 
4.16 

4.02 
4.18 
4.33 

4.19 
4.35 
4.51 

4.55 
4.70 
4.86 

4.90 
5.06 
5.21 

3.07 
3.23 
3.39 

3.42 
3.58 
3.74 

3.60 
3.76 
3.91 

3.78 
3.93 
4.09 

3.95 
4.11 
4.27 

4.13 
4.29 
4.44 

4.30 
4.46 
4.62 

4.66 
4.81 
4.97 

5.01 
5.17 
5.32 

1.50 
1.60 
1.70 

3.43 
3.59 
3.75 

3.78 
3.94 
4.10 

3.96 
4.12 
4.28 

4.14 
4.29 
4.45 

4.31 
4.47 
4.63 

4.49 
4.64 
4.80 

4.66 
4.82 
4.98 

5.02 
5.17 
5.33 

5.37 
5.53 
5.68 

3.54 

3.70 
3.86 

3.89 
4.05 
4.21 

4.07 
4.23 
4.39 

4.25 
4.40 
4.56 

4.42 

4.58 
4.74 

4.60 
4.75 
4.91 

4.77 
4.93 
5.09 

5.13 
5.28 
5.44 

5.48 
5.64 
5.79 

1.80|  3.90 
1.90;  4.06 
2.00  4.22 

4.26 
4.41 
4.57 

4.43 
4.59 
4.75 

4.61 
4.76 
4.92 

4.78 
4.94 
5.10 

4.96 
5.12 
5.27 

5.14 
5.29 
5.45 

5.49 
5.64 
5.80 

5.84 
6.00 
,6.15 

4.01 
4.17 
4.33 

4.37 
4.52 
4.68 

4.54 
4.70 
4.86 

4.72 
4.87 
5.03 

4.89 
5.05 
5.21 

5.07 
5.23 
5.38 

5.25 
5.40 
5.56 

5.60 
5.75 
5.91 

5.95 
6.11 
6.26 

2.10  4.38 
2.20  4.53 
2.30  4.69 

4.73 
4.88 
5.04 

4.90 
5.06 
5.22 

5.08 
5.24 
5.39 

5.26 
5.41 
5.57 

5.43 
5.59 
5.74 

5.61 
5.76 
5.92 

5.96 
6.12 
6.27 

6.31 
6.47 
6.62 

4.49 
4.64 
4.80 

4.84 
4.99 
5.15 

5.01 
5.17 
5.33 

5.19 
5.35 
5.50 

5.37 
5  52 
5.68 

5.54 
5.70 
5.85 

5.72 
5.87 
6.03 

6.07 
6.23 
6.38 

6.42 
6.58 
6.73 

2.40  4.85 
2.50  5.00 
3.00J5.79 

5.20 
5.36 
6.15 

5.37 
5.53 
6.32 

5.55 
5.71 
6.49 

5.73 

5.88 
6.67 

5.90 
6.06 
6.84 

6.08 
6.24 
7.02 

6.43 
6.59 
7.37 

6.78 
6.94 
7.73 

4.96 
5.11 
5.90 

5.31 
5.47 
6.25 

5.48 
5.65 
6.43 

5.66 
5.82 
6.60 

5.84 
5.99 
6.78 

6.01 
6.17 
6.95 

6.19 
6.35 
7.13 

6.54 
6.70 
7.48 

6.89 
7.05 
7.84 

4.00!  7.36 
5.00  8.93 

7.71 
9.28 

7.89 
9.46 

8.06 
9.63 

8.24 
9.81 

8.41  8.59 
9.9810.16 

8.94 
10.51 

9.29 
10.86 

7.47!  7.82 
9.04  9.39 

8.00*  8.17 
9.57|  9.74 

8.35 
9.92 

8.52 
10.09 

8.70  9.05 
10.2710.62 

9.40 
10.97 
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TABLE  32.    COST  OF  MATERIALS  FOR  ONE  CUBIC  YARD 

OF  1:2:5    CONCRETE 

For  basis  of  table  see  page  159.   If  stone  Is  purchased  by  the  ton  see  page  173. 
Costs  for  materials  only,  delivered  on  job.   For  labor  see  Chap.  X,  XI  and  XIII. 


a* 

Sand  at  75^  per  Cubic  Yard 

Sand  at  $1.00  per  Cubic  Yard 

Price  of  Stone  per  Cubic  Yard 

Price  of  Stone  per  Cubic  Yard 

Ou$0.60j$1.00$1..20 

$1.40 

$1.60$1.80 

$2.00 

$ 

3.09 
3.22 
3.36 

$2.40 

$2.80 

10.60 

$1.00$1.20'$1.40 

$1.60 

$1.80 

$2.00 

$2.40 

$2.80 

s 

0.60 
0.70 
0.80 

$ 

1.71 
1.85 
1.99 

$    1    $ 
2.11  2.30 
2.24  2.44 
2.38  2.58 

$ 

2.50 
2.64 
2.78 

$ 

2.69 
2.83 
2.97 

$ 

2.89 
3.03 
3.17 

$ 

3.48 
3.62 
3.76 

3.87 
4.01 
4.15 

$ 

1.81 
1.95 
2.09 

$ 

2.21 
2.34 
2.48 

$ 
2.40 
2.54 
2.68 

$ 

2.60 
2.74 
2.88 

$ 

2.79 
2.93 
3.07 

$ 

2.99 
3.13 
3.27 

$ 

3.19 
3.32 
3.46 

$ 

3.58 
3.72 
3.86 

$ 

3.97 
4.11 
4.25 

0.90 
1.00 
1.10 

2.13 
2.27 
2.41 

2.52  2.72 
2.66  2.86 
2.80(  3.00 

2.92 
3.05 
3.19 

3.11 
3.25 
3.39 

3.31 
3.45 
3.58 

3.50 
3.64 
3  78 

3.90 
4.03 
4.17 

4.29 
4.43 
4.56 

2.23 
2.37 
2.51 

2.62 
2.76 
2.90 

2.82 
2.96 
3.10 

3.02 
3.15 
3.29 

3.21 
3.35 
3.49 

3.41 
3.55 
3.68 

3.60 
3.74 
3.88 

4.00 
4.13 

4.27 

4.39 
4.53 
4.66 

1.20 
1.30 
1.40 

2.55 

2.69 
2.83 

2.94 
3.08 
3.22 

3.14 
3.28 
3.41 

3.33 
3.47 
3.61 

3.53 
3.67 
3.81 

3.72 
3.86 
4.00 

3.92 
4.06 
4.20 

4.31 
4.45 
4.59 

4.70 
4.84 
4.98 

2.65 
2.79 
2.93 

3.04 
3.18 
3.32 

3.24 
3.38 
3.51 

3.43 
3.57 
3.71 

3.63 
3.77 
3.91 

3.82 
3.96 
4.10 

4.02 
4.16 
4.30 

4.41 
4.55 
4.69 

4.80 
4.94 
5.08 

1.50 
1.60 
1.70 

2.96i  3.361  3.55 
3.10J  3  50  3.69 
3.24  3.64,  3.83 

3.75 
3.89 
4.03 

3.94 
4.08 
4.22 

4.14 
4.28 
4.42 

4.34 

4.48 
4.62 

4.73 

4.87 
5.01 

5.12 
5.26 
5.40 

3.06 
3.20 
3.34 

3.46 
3.60 
3.74 

3.65 
3.79 
3.93 

3.85 
3.99 
4.13 

4.04 
4.18 
4.32 

4.24 
4.38 
4.52 

4.44 
4.58 
4.72 

4.83 
4.97 
5.11 

5.22 
5.36 
5.50 

1.80'  3.38  3.77 
.1.90'  3.52!  3.91 
2.00|  3.66j  4.05 

3.97 
4.11 
4.25 

4.17 
4.30 
4.44 

4.36 
4.50 
4.64 

4.56 
4.70 
4.84 

4.75 
4.89 
5.03 

5.15 
5.28 
5.42 

5.54 
5.68 
5.82 

3.48 
3.62 
3.76 

3.87 
4.01 
4.15 

4.07 
4.21 
4.35 

4.27 
4.40 
4.54 

4.46 
4.60 
4.74 

4.66 
4.80 
4.94 

5.08 
5.21 
5.35 

4.85 
4.99 
5.13 

5.25 
5.38 
5.52 

5.64 
5.78 
5.92 

2.10 
2.20 
2.30 

3.80 
3.94 
4.08 

4.19 
4.33 
4.47 

4.391  4.58 
4.531  4.72 
4.67  4.86 

4.78 
4.92 
5.06 

4.98 
5.11 
5.25 

5.17 
5.31 
5.45 

5.56 
5.70 
5.84 

5.96 
6.09 
6.23 

3.90 
4.04 
4.18 

4.29 
4.43 
4.57 

4.49 
4.63 

4.7r 

4.68 
4.82 
4.96 

4.88 
5.02 
5.16 

5.27 
5.41 
5.55 

5.66 
5.80 
5.94 

6.06 
6.19 
6.33 

2.40 
2.50 
3.00 

4.22 
4.36 
5.05 

4.61 
4.75 
5.44 

4.80  5.00 
4.94  5.14 
5.64  5.83 

5.20 
5.34 
6.03 

5.39 
5.53 
6.23 

5.59 
5.73 
6.42 

5.98 
6.12 
6.81 

6.37 
6.51 
7.21 

4.32 
4.46 
5.15 

4.71 
485 
5.54 

4.90 
5.04 
5.74 

5.10 
5.24 
5.93 

5.30 
5.44 
6.13 

5.49 
5.63 
6.33 

5.69 
5.83 
6.52 

6.08 
6.22 
6.91 

6.47 
6.61 
7.31 

4.00 
5.00 

6. 44'  6.83!  7.03  7.22 
7.83  8.22|  8.42,  8.61 

7.42 
8.81 

7.62  7.81 
9.01  9.20 

8.20 
9.59 

8.60 
9.99 

6.54 
7.93 

6.93 
8.32 

7.13 
8.52 

7.321  7.52  7.72 
8.71  8.91J  9.11 

7.91 
9.30 

8.30 
9.69 

8.70 
10.08 

H  iJ 

Sand  at  $1.25  per  Cubic  Yard 

Sand  at  $1.50  per  Cubic  Yard 

Price  of  Ston 

E  PE 

a  Cubic  Yard 

Price  of  Stone  per  Cubic  Yard 

w  « 

$0.60 

$1.00 

$1.20 

$1.40 

$1.60 

$1.80  $2.00 

*2.40 

$2.80 

$0.60 

$1.00 

$1.20 

$1.40*$1. 60  $1.80  $2.00 

$2.40'$2.80 

s 

0.90 
1.00 
1.10 

$ 

2.33 
2.47 
2.61 

$ 

2.72 
2.86 
3.00 

$~ 

2.92 
3.06 
3.20 

3.12 
3.25 
3.39 

3.31 
3.45 
3.59 

$ 

3.51 
3.65 
3.78 

$ 

3.70 
3.84 
3.98 

$ 

4.10 
4.23 
4.37 

4.49 
4.63 

4.76 

2.43 
2.57 

2.71 

$ 

2.82 
2.96 
3.10 

$ 

3.02 
3.16 
3.30 

~T~|T~ 
3.22  3.41 

3.351  3.55 

3.49J  3.69 

$ 

3.61 
3.75 
3.88 

$ 

3.80 
3.94 
4.08 

4.20 
4.33 
4.47 

$ 

4.59 
4.73 
4.86 

1.20 
1.30 
1.40 

2.75 
2.89 
3.03 

3.14 
3.28 
3.42 

3.34 

3.48 
3.61 

3.53 
3.67 
3.81 

3.73 

3.87 
4.01 

3.92 
4.06 
4.20 

4.12 
4.26 
4.40 

4.51 
4.65 
4.79 

4.90 
5.04 
5.18 

2.85 
2.99 
3.13 

3.24 
3.38 
3.52 

3.44 
3.58 
3.71 

3.631  3.83 
3.77  8.97 
3.91!  4.11 

4.02 
4.16 
4.30 

4.22 
4.36 
4.50 

4.61 
4.75 
4.89 

5.00 
5.14 
5.28 

1.50 
1.60 
1.70 

3.16 
3  30 
3.44 

3.56 
3.70 
3.84 

3.75 
3.89 
4.03 

3.95 
4.09 
4.23 

4.14 
4.28 
4.42 

4.34 
4.48 
4.62 

4.54 
4.68 
4.82 

4.93 
5.07 
5.21 

5.32 
5.46 
5.60 

3.26 
3.40 
3.54 

3.66 
3.80 
3.94 

3.85 
3.99 
4.13 

4.05 
4.19 
4.33 

4.24 
4.38 
4.52 

4.44 
4.58 
4.72 

4.64 
4.78 
4.92 

5.03 
5.17 
5.31 

5.48 
5.56 
5.70 

1.80 
1.90 
2.00 

3.58 
3.72 
3.86 

3.97 
4.11 
4.25 

4.17 
4.31 
4.45 

4.37 
4.50 
4.64 

4.56 

4.70 
4.84 

4.76 
4.90 
5.04 

4.95 
5.09 
5.23 

5.35 
5.48 
5.62 

5.74 
5.88 
6.02 

3.68 
3.82 
3.96 

4.07 
4.21 
4.35 

4.27 
4.41 
4.55 

4.47 
4.60 
4.74 

4.66 
4.80 
4.94 

4.86 
5.00 
5.14 

5.05 
5.19 
5.33 

5.45 
5.58 
5.72 

5.89 
5.98 
6.12 

2.10  4.00 
2.20)  4.14 
2.30  4.28 

4.39 
4.53 
4.67 

4.59 
4.73 
4.87 

4.78 
4.92 
5.06 

4.98 
5.12 
5.26 

5.18 
5.31 
5.45 

5.37 
5.51 
5.65 

5.76 
5.90 
6.04 

6.16 
6.29 
6.43 

4.10 
4.24 
4.38 

4.49 
4.63 
4.77 

4.69 
4.83 
4.97 

4.88!  5.08 
5.02  5.22 
5.16!  5.36 

5.28 
5.41 
5.55 

5.47 
5.61 
5.75 

5.86 
6.00 
6.14 

6.26 
6.39 
6.53 

2.401  4.42 
2.50  4.561 
3.00!  5.25 

4.81 
4.95 
5.64 

5.00'  5.20 
5.14  5.34 
5.84  6.03 

5.40 
5.54 
6.23 

5.69 
5.73 
6.43 

5.79 
5.93 
6.62 

6.18 
6.32 
7.01 

6.57 
6.71 
7.41 

4.52 
4.66 
5.35 

4.91 
5.05 
5.74 

5.10 
5.24 
5.94 

5.30 
5.44 
6.13 

5.50 
5.64 
6.33 

5.69 
5.83 
6.53 

5.89 
6.03 
6.72 

6.28>  6.67 
6.42'  6.81 
7.111  7.51 

4.O0'  6.64 
S.OOj  8.03 

7.03 
8.42 

7.23  7.42 
8.62;  8.81 

7.62 
9.01 

7.82 
9.21 

8.01 
9.40 

8.40 
9.79 

8.80 
10.19 

6.74 
8.13 

7.13 

8.52 

7.33 
8.72 

7.52 
8.91 

7.72 
9.11 

7.92 
9.31 

8.11 
9.50 

8.50!  8.90 
J.  89,10. 29 
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TABLE  33.    COST  OF  MATERIALS  FOR  ONE  CUBIC  YARD 

OF  1:2$  :5  CONCRETE 

For  basis  of  table  see  page  159.    If  stone  Is  purchased  by  the  ton  see  page  173. 
Costs  for  materials  only,  delivered  on  job.    For  labor  see  Chap.  X,  XI  and  XIII. 


S5  A 

Sand  at  75ji  per  Cubic  Yard 

Sand  at  $1.00  per  Cubic  Yard 

W  A 

2* 

Price  of  Stone  per  Cubic  Yard 

Price  of  Stone  per  Cubic  Yard 

O    PL, 

$0.60 

$1.00 

$1.20 

$1.40|$1.60$1.80 

$2.00|$2.40 

$2.80 

$0.6011.00 

$1.20$1.40'$1.60$1.80$2.00 

$2.40 

$2.80 

$ 

0.60 
0.70 
0.80 

$ 

1.68 
1.81 
1.94 

$ 
2.05 
2.18 
2.31 

$ 

2.23 
2.36 
2.49 

$ 

2.41 
2.54 
2.67 

$ 

2.60 
2.73 
2.86 

$ 

2.78 
2.91 
3.04 

$ 
2.97 
3.10 
3.23 

$ 

3.33 
3.46 
3.59 

$ 

3.70 
3.83 
3.96 

$ 

1.80 
1.93 
2.06 

$ 

2.17 
2.30 
2.43 

$ 

2.35 
2.48 
2.61 

$ 

2.53 
2.66 
2.79 

$ 

2.72 
2.85 
2.98 

$ 
2.90 
3.03 
3.16 

$ 
3.09 
3.22 
3.35 

$ 

3.45 
3.58 
3.71 

$ 

3.82 
3.95 
4.08 

0.90 
1.00 
1.10 

2.07 
2.20 
2.33 

2.44 
2.57 
2.70 

2.62 
2.75 
2.88 

2.80 
2.93 
3.06 

2.99 
3.12 
3.25 

3.17 
3.30 
3.43 

3.36 
3.48 
3.61 

3.72 
3.85 
3.98 

4.09 
4.22 
4.35 

2.19 
2.32 
2.45 

2.56 
2.69 
2.82 

2.74 
2.87 
3.00 

2.92 
3.05 
3.18 

3.11 
3.24 
3.37 

3.29 
3.42 
3.55 

3.48 
3.60 
3.73 

3.84 
3.97 
4.10 

4.21 
4.34 
4.47 

1.20 
1.30 
1.40 

2.46 
2.59 
2.72 

2.83 
2.96 
3.09 

3.01 
3.14 
3.27 

3.19 
3.32 
3.45 

3.38 
3.51 
3.64 

3.56 
3.69 
3.82 

3.74 
3.87 
4.00 

4.11 
4.24 
4.37 

4.48 
4.61 
4.74 

2.58 
2.71 
2.84 

2.95 
3.08 
3.21 

3.13 
3.26 
3.39 

3.31 
3.44 
3.57 

3.50 
3.63 
3.76 

3.68 
3.81 
3.94 

3.86 
3.99 
4.12 

4.23 
4.36 
4.49 

4.60 
4.73 
4.86 

1.50 
1.60 
1.70 

2.85 
2.98 
3.11 

3.22 
3.35 
3.48 

3.40 
3.53 
3.66 

3.58 
3.71 

3.84 

3.77 
3.90 
4.03 

3.95 
4.08 
4.21 

4.14 
4.27 
4.40 

4.50 
4.63 
4.76 

4.87 
5.00 
5.13 

2.97 
3.10 
3.23 

3.34 
3.47 
3.60 

3.52 
3.65 
3.78 

3.70 
3.83 
3.96 

3.89 
4.02 
4.15 

4.07 
4.20 
4.33 

4.26 
4.39 
4.52 

4.62 
4.75 
4.88 

4?99 
5.12 
5.25 

1.80 
1.90 
2.00 

3.24 
3.37 
3.50 

3.61 
3.74 
3.87 

3.79 
3.92 
4.05 

3.97 
4.10 
4.23 

4.16 
4.29 
4.42 

4.34 
4.47 
4.60 

4.53 
4.66 
4.79 

4.89 
5.02 
5.15 

5.26 
5.39 
5.52 

3.36 
3.49 
3.62 

3.73 
3.86 
3.99 

3.91 
4.04 
4.17 

4.09 
4.22 
4.35 

4.28 
4.41 
4.54 

4.46 
4.59 
4.72 

4.65 
4.78 
4.90 

5.01 
5.14 
5.27 

5.38 
5.51 
5.64 

2.10 
2.20 
2.30 

3.63 
3.76 
3.89 

4.00 
4.13 
4.26 

4.18 
4.31 
4.44 

4.36 
4.49 
4.62 

4.55 
4.68 
4.81 

4.73 
4.86 
4.99 

4.92 
5.05 
5.18 

5.28 
5.41 
5.54 

5.65 
5.78 
5.91 

3.75 

3.88 
4.01 

4.12 
4.25 
4.38 

4.30 
4.43 
4.56 

4.48 
4.61 
4.74 

4.67 
4.80 
4.93 

4.85 
4.98 
5.11 

5.04 
5.17 
5.30 

5.40 
5.53 
5.66 

5.77 
5.90 
6.03 

2.40 
2.50 
3.00 

4.02 
4.15 
4.80 

4.39 
4.52 
5.17 

4.57 
4.70 
5.35 

4,75 
4.88 
5.53 

4.94 
5.07 
5.72 

5.12 
5.25 
5.90 

5.30 
5.43 
6.08 

5.67 
5.80 
6.45 

6.04 
6.17 
6.82 

4.14 

4.27 
4.92 

4.51 
4.64 
5.29 

4.69 
4.82 
5.47 

4.87 
5.00 
5.65 

5.06 
5.19 
5.84 

5.24 
5.37 
6.02 

5.42 
5.55 
6.20 

5.79 
5.92 
6.57 

6.16 
6.29 
6.94 

4.00 
5.00 

6.10 
7.40 

6.47 

7.77 

6.65 
7.95 

6.83 
8.13 

7.02 
8.32 

7.20 
8.50 

7.38 
8.68 

7.75 
9.05 

8.12 
9.42 

6.22 
7.52 

6.59 
7.89 

6.77 
8.07 

6.95 
8.25 

7.14 
8.44 

7.32 
8.62 

7.50 
8.80 

7.87 
9.17 

8.24 
9.54 

r  * 

Sand  at  $1.25  per  Cubic  Yard 

Sand  at  $1.50  per  Cubic  Yard 

Price  of  Stone  per  Cubic  Yard 

Price  of  Stone  per  Cubic  Yard 

o£ 

$0.60 

$ 

2.31 
2.44 
2.57 

$1.00 

$ 

2.68 
2.81 
2.94 

$1.20 

$ 

2.86 
2.99 
3.12 

$1.40J$1.60 

♦1.80 

$ 

3.41 
3.54 
3.67 

$2.00 

$ 

3.60 
3.72 
3.85 

$2.40 

$ 

3.96 
4.09 
4.22 

$2.80 

$ 

4.33 
4.46 
4.59 

$0.60 

$1.00 

$ 
2.79 
2.92 
3.05 

$1.20 

$ 

2.97 
3.10 
3.23 

$1.40 

$ 

3.15 
3.28 
3.41 

$1.60 

$ 

3.34 
3.47 
3.60 

$1.80 

$ 
3.52 
3.65 
3.78 

$2.00 

$ 

3.71 
3.83 
3.96 

$2.40 

$ 
4.07 
4.20 
4.33 

$2.80 

$ 

0.90 
1.00 
1.10 

$ 

3.04 
3.17 
3.30 

$ 

3.23 
3.36 
3.49 

$ 

2.42 
2.55 
2.68 

$ 

4.44 
4.57 
4.70 

1.20 
1.30 
1.40 

2.70 
2.83 
2.96 

3.07 
3.20 
3.33 

3.25 
3.38 
3.51 

3.43 
3.56 
3.69 

3  62 
3.75 
3.88 

3.80 
3.93 
4.06 

3.98 
4.11 
4.24 

4.35 

4.48 
4.61 

4.72 
4.85 
4.98 

2.81 
2.94 
3.07 

3.18 
3.31 
3.44 

3.36 
3.49 
3.62 

3.54 
3.67 
3.80 

3.73 
3.86 
3.99 

3.91 
4.04 
4.17 

4.09 
4.22 
4.35 

4.46 
4.59 
4.72 

4.83 
4.96 
5.09 

1.50 
1.60 
1.70 

3.09 
3.22 
3.35 

3.46 
3.59 
3.72 

3.64 
3.77 
3.90 

3.82 
3.95 
4.08 

4.01 
4.14 
4.27 

4.19 
4.32 
4.45 

4.38 
4.51 
4.64 

4.74 
4.87 
5.00 

5.11 
5.24 
5.37 

3.20 
3.33 
3.46 

3.57 
3.70 
3.83 

3.75 

3.88 
4.01 

3.93 
4.06 
4.19 

4.12 
4.25 
4.38 

4.30 
4.43 
4.56 

4.49 
4.62 
4.75 

4.85 
4.98 
5.11 

5.22 
5.35 
5.48 

1.80 
1.90 
2.00 

3.48 
3.61 
3.74 

3.85 

3.98 
4.11 

4.03 
4.16 
4.29 

4.21 
4.34 
4.47 

4.40 
4.53 
4.66 

4.58 
4.71 
4.84 

4.77 
4.90 
5.02 

5.13 
5.26 
5.39 

5.50 
5.63 
5.76 

3.59 
3.72 
3.85 

3.96 
4.09 
4.22 

4.14 
4.27 
4.40 

4.32 
4.45 
4.58 

4.51 
4.64 
4.77 

4.69 
4.82 
4.95 

4.88 
5.01 
5.13 

5.24 
5.37 
5.50 

5.61 
5.74 
5.87 

2.10 
2.20 
2.30 

3.87 
4.00 
4  13 

4.24 
4.37 
4.50 

4.42 
4.55 
4.68 

4.60 
4.73 
4.86 

4.79 
4.92 
5.05 

4.97 
5.10 
5.23 

5.16 
5.29 
5.42 

5.52 
5.65 

5.78 

5.89 
6.02 
6.15 

3.98 
4.11 
4.24 

4.35 
4.48 
4.61 

4.53 
4.66 
4.79 

4.71 
4.84 
4.97 

4.90 
5.03 
5.16 

5.08 
5.21 
5.34 

5.27 
5.40 
5.53 

5.63 
5.76 
5.89 

6.00 
6.13 
6.26 

2.40 
2.50 
3.00 

4.26 
4.39 
5.04 

4.63 
4.76 
5.41 

4.81 
4.94 
5.59 

4.99 
5.12 
5.77 

5.18 
5.31 
5.96 

5.36 
5.49 
6.14 

5.54 
5.67 
6.32 

5.91 
6.01 
6.69 

6.28 
6.41 
7.60 

4.37 
4.50 
5.15 

4.74 
4.87 
5.52 

4.92 
5.05 
5.70 

5.10 
5.23 
5.88 

5.29 
5.42 
6.07 

5.47 
5.60 
6.25 

5.65 
5.78 
6.43 

6.02 
6.15 
'6.80 

6.39 
6.56 
7.17 

4.00 
5.00 

6.34 
7.64 

6.71 
8.01 

6.89 
8.19 

7.07 
8.37 

7.26 
8.56 

7.44 
8.74 

7.62 
8.92 

7.99 
9.29 

8.36 
9.66 

6.45 
7.75 

6.82 
8.12 

7.00 
8.30 

7.18 
8.48 

7.37 
8.67 

7.55 
8.85 

7.73 
9.03 

8.10 
9.40 

8.47 
9.77 
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TABLE  34.    COST  OF  MATERIALS  FOR  ONE  CUBIC  YARD 

OF  1:2§:  6  CONCRETE 

For  basis  of  table  see  page  159.    If  stone  Is  purchased  by  the  ton,  see  page  173. 
Costs  for  materials  only,  delivered  on  job.    For  labor  see  Chap.  X,  XI  and  XIII. 


P.i 

Sand  at  75^  per  Cubic  Yard 

Sand  at  $1.00  per  Cubic  Yard 

wpq 

Price  op  Stone  per  Cubic  Yard 

Price  of  Stone  per  Cubic  Yard 

$0.60  $1.00 

$1.20 

$ 
2.20 
2.31 
2.43 

$1.40  $1.60,11. 80  $2. 00 

$2.40 

3. "39 
3".  50 
3.62 

$2.80 

~$~ 

3.78 
3.90 
4.02 

$0.60  $1.00 

$1.20 

$1.4o|$1.60$1.80 

$2.00 

$ 
3.09 
3.21 
3.32 

$2.40  $2.80 

$ 
0.60 
0.70 
0.80 

$ 

1.60 
1.72 
1.84 

$ 

2.00 
2.12 
2.23 

$ 

2.40 
2.51 
2.63 

$ 

2.59 
2.71 
2.83 

$ 

2.79 
2,91 
3.03 

$ 
2.99 
3.11 
3.22 

$ 

1.70 
1.82 
1.94 

$ 

2.10 
2.22 
2.33 

$ 
2.30 
2.41 
2.53 

$ 

2.50 
2.61 
2.73 

$ 

2.69 
2.81 
2.93 

$ 

2.89 
3.01 
3.13 

$ 

3.49 
3.60 
3.72 

$ 

3.88 
4.00 
4.12 

0.90 
1.00 
1.10 

1.96 
2.07 
2.19 

2.35 
2.47 
2.58 

2.55 
2.67 
2.78 

2.75 
2.86 
2.98 

2.94 
3.06 
3.18 

3.14 
3.26 
3.38 

3.34 
3.46 
3.58 

3.74 
3.85 
3.97 

4.13 
4.25 
4.37 

2.06 
2.17 
2.29 

2.45 
2.57 
2.68 

2.65 
2.77 
2.88 

2.85 
2.96 
3.08 

3.04 
3.16 
3.28 

3.24 
3.36 
3.48 

3.44 
3.56 
3.68 

3.84 
3.95 
4.07 

4.2^ 
4.35 
4.47 

1.20 
1.30 
1.40 

2.31 
2.42 
2.54 

2.70 
2.82 
2.94 

2.90 
3.02 
3.13 

3.10  3.30 
3.2l|  3.41 
3.33  3.53 

3.49 
3.61 
3.73 

3.69 
3.81 
3.93 

4.09 
4.21 
4.32 

4.48 
4.60 
4.72 

2.41 
2.52 
2.64 

2.80 
2.92 
3.04 

3.00 
3.12 
3.23 

3.20 
3.31 
3.43 

3.40 
3.51 
3.63 

3.59 
3.71 
3.83 

3.79 
3.91 
4.03 

4.19 
4.31 
4.42 

4.58 
4.70 
4.82 

1JH) 
1.60 
1.70 

2.66 
2.77 
2.89 

3.05 
3.17 
3.29 

3.25 
3.37 
3.48 

3.45 
3.57 
3.68 

3.65 
3.76 
3.88 

3.84 
3.96 
4.08 

4.04 
4.16 
4.28 

4.44 
4.56 
4.67 

4.84 
4.95 
5.07 

2.76 

2.87 
2.99 

3.15 
3.27 
3.39 

3.35 
3.47 
3.58 

3.55 
3.67 
3.78 

3.75 

3.86 
3.98 

3.94 
4.06 
4.18 

4.14 
4.26 
4.38 

4.54 
4.66 
4.77 

4.94 
5.05 
5.17 

1.80 
1.90 
2.00 

3.00 
3.12 
3.24 

3.40 
3.52 
3.64 

3.60 
3.72 
3.84 

3.80 
3.92 
4.03 

4.00 
4.12 
4.23 

4.20 
4.31 
4.43 

4.39 
4.51 
4.63 

4.79 
4.91 
5.02 

5.19 
5.30 
5.42 

3.10 
3.22 
3.34 

3.50 
3.62 
3.74 

3.70 
3.82 
3.94 

3.90 
4.02 
4.13 

4.10 
4.22 
4.33 

4.30 
4.41 
4.53 

4.49 
4.61 
4.73 

4.89 
5.01 
5.12 

5.29 
5.40 
5.52 

2.10 
2.20 
2.30 

3.36 
3.48 
3.59 

3.76 
3.87 
3.99 

3.95 

4.07 
4.19 

4.15 
4.27 
4.38 

4.35 

4.47 
4.58 

4.55 
4.66 
4.78 

4.74 
4.86 
4.98 

5.14 
5.26 
5.38 

5.54 
5.65 
5.77 

3.46 
3.58 
3.69 

3.86 
3.97 
4.09 

4.05 
4.17 
4.29 

4.25 
4.37 
4.48 

4.45 
4.57 
4.68 

4.65 
4.76 

4.88 

4.84 
4.96 
5.08 

5.24 
5.36 
5.48 

5.64 
5.75 
5.87 

2.40 
2.50 
3.00 

3.71 
3.83 
4.41 

4.11 
4.22 
4.81 

4.30 
4.42 
5.01 

4.50 
4.62 
5.20 

4.70 
4.82 
5.40 

4.90 
5.01 
5.60 

5.10 
5.21 
5.80 

5.49 
5.61 
6.19 

5.89 
6.00 
6.59 

3.81 
3.93 
4.51 

4.21  4.40 
4.32,  4.52 
4.91  5.11 

4.60 
4.72 
5.30 

4.80 
4.92 
5.50 

5.00 
5.11 
5.70 

5.20 
5.31 
5.90 

5.59 
5.71 
6.29 

5.99 
6.10 
6.69 

4.00 
5.00 

5.58 
6.75 

5.98 
7.15 

6.18 
7.35 

6.37 
7.54 

6.57 
7.74 

6.77 
7.94 

6.97 
8.14 

7.36 
8.53 

7.76 
8.93 

5.68 
6.85 

6.08  6.28 
7.25|  7.45 

6.47 
7.64 

6.67 

7.84 

6.87 
8.04 

7.07 
8.24 

7.46 
8.63 

7.86 
9.03 

S5  « 

Sand  at  $1.25  per  Cubic  Yard 

Sand  at  $1.50  per  Cubic  Yard 

S* 

Price  of  Stone  per  Cubic  Yard 

Price  of  Stone  per  Cubic  Yard 

6g 

$0 .  60  $1 .  0d|$1  .  20  $1 .  40  $1 .  60  $1 .  80  $2 .  00  $2 .  40  $2 .  8o] 

$0.60  $1.00 

$1.20|$1.40$1.60 

$1.80 

$2.00 

$ 
3  65 
3.77 
3.89 

$2.40 

$2.80 

$ 

0.90 
1.00 
1.10 

$ 
2.16 
2.27 
2.39 

$ 
2.55 
2.67 
2.78 

$ 

2.75 
2.87 
2.98 

$ 
2.95 
3.06 
3.18 

$ 

3.14 
3.26 
3.38 

$ 
3.34 
3.46 
3.58 

$ 

3.54 
3.66 
3.78 

$ 

3.94 
4.05 
4.17 

$ 
4,.  33 
4.45 
4.57 

$ 

2.27 
2.38 
2. 50 

$ 

2.66 

2.78 
2.89 

$ 
2.86 
2.98 
3.09 

$ 

3.06 
3.17 
3.29 

$ 
3.25 
3.37 
3.49 

$ 

3.45 
3.57 
3.69 

$ 

4.05 
4.16 
4.28 

$ 

4.44 
4.56 
4.68 

1.20 
1.30 
1.40 

2.51 
2.62 
2.74 

2.90 
3.02 
3.14 

3.10 
3.22 
3.33 

3.30 
3.41 
3.53 

3.50 
3.61 
3.73 

3.69 
3.81 
3.93 

3.89 
4.01 
4.13 

4.29 
4.41 
4.52 

4.68 
4.80 
4.92 

2.62 
2.73 
2.85 

3.01 
3.13 
3.25 

3.21 
3.33 
3.44 

3.41 
3.52 
3.64 

3.61 
3.72 
3.84 

3.80 
3.92 
4.04 

4.00 
4.12 
4.24 

4.40 
4.52 
4.63 

4.79 
4.91 
5.03 

1.50 
1.60 
1.70 

2.86 
2.97 
3.09 

3.25 
3.37 
3.49 

3.45 
3.57 
3.68 

3.65 
3.77 
3.88 

3.85 
3.96 
4.08 

4.04 
4.16 
4.28 

4.24 
4.36 
4.48 

4.64 
4.76 
4.87 

5.04 
5.15 
5.27 

2.97 
3.08 
3.20 

3.36 
3.48 
3.60 

3.56 
3.68 
3.79 

3.76 
3  88 
3.99 

3.96 
4.07 
4.19 

4.15 
4.27 
4.39 

4.35 
4.47 
4.59 

4.75 
4.87 
4.98 

5.15 
5.26 
5.38 

1.80 
1.90 
2.00 

3.20 
3.32 
3.44 

3.60 
3.72 
3.84 

3.80 
3.92 
4.04 

4.00 
4.12 
4.23 

4.20 
4.32 
4.43 

4.40 
4.51 
4.63 

4.59 
4.71 
4.83 

4.99 
5.11 
5.22 

5.39 
5.50 
5.62 

3.31 
3.43 
3.55 

3.71 

3.83 
3.95 

3.91 
4  03 
4.15 

4.11 
4.23 
4.34 

4.31 
4.43 
4.51 

4.51 
4.62 
4.74 

4.70 
4.82 
4.94 

5.10 
5.22 
5.33 

5.50 
5.61 
5.73 

2.10 
2.20 
2.30 

3.56 
3.68 
3.79 

3.96 
4.07 
4.19 

4.15 
4.27 
4.39 

4.35 
4.47 
4.58 

4.55 
4.67 
4.78 

4.75 
4.86 
5.98 

>  4.94 
5.06 
5.18 

5.34 
5.46 
5.58 

5.74 
5.85 
5.97 

3.67 
3.79 
3.90 

4.07 
4.18 
4.30 

4.26 
4.38 
4.50 

4.46 
4.58 
4.69 

4.66 

1.78 
4.89 

4.86 
4.97 
5.09 

5.05 
5.17 
5.20 

5.45 
5.57 
5.69 

5.85 
5.96 
6.08 

2.40 

2.50 
3.00 

3.91 
4.03 
4.61 

4.31 
4.42 
5.01 

4.50 
4.62 
5.21 

4.70 
4.82 
5.40 

4.90 
5  02 
5.60 

5.10 
5.21 
5.80 

5.30 
5.41 
6.00 

5.69 
5.ol 
6.39 

6.09 
6.20 
6.79 

4.02 
4.14 
4.72 

4.42 
4.53 
5.12 

4.61 
4.73 
5.32 

4.81 
4.93 
5.51 

5.01 
5.13 
5.71 

5.21 
5.32 
5.91 

5.41 
5.52 
6.11 

5.80 
5.92 
6.50 

6.20 
6  31 
6.90 

4.0C 
5.0C 

5.78 
6.95 

6.18 
7.35 

6.38 
7.55 

6.57 

7.74 

6.77 
7.94 

6.97 
8.14 

7.17 
8.34 

7.56 
8.73 

7.96 
9.13 

5.89 
7.06 

6.29 

7.48 

6.49 
7.66 

6.68 
7.85 

6.88 
8.05 

7.08 
8.25 

7.28 
8.45 

7.67 
8.84 

8.07 
0.24 
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TABLE  35.\COST  OF  MATERIALS  FOR  ONE  CUBIC  YARD 

OF   1:3:6  CONCRETE 

For  basis  of  table  see  page  159.    If  stone  is  purchased  by  the  ton  see  page  173. 
Costs  for  materials  only,  delivered  on  job.    For  labor  see  Chap.  X,  XI  and  XIII. 


li 

Sand  at  75£  Per  Cubic  Yard 

Sand  at  $1.00  Per  Cubic  Yard 

Price  of  Stone  Per  Cubic  Yard 

Price  of  Stone  Per  Cubic  Yard 

<Sfi 

$0.60 

$ 

1.58 
1.69 
1.80 

$1.00 

t 

1.96 
2.07 
2.18 

$1.20$1.4o'$l.60 

$1.80 

$2.00  $2.40 

$2.80 

$0.60$1.00$1.20 

S1.40JS1.60 

$1.80  $2.00 

$2. 40  $2. 80 

$ 

0.60 
0.70 
0.80 

$ !  $    $~ 

2.15t  2.331  2.52 
2.261  2.44  2.63 
2.37!  2.56  2.74 

$ 

2.71 
2.82 
2.93 

$    1    $ 
2.90|  3.27 
3.01  3.38 
3.12  3.50 

$ 

3.65 
3  76 
3.87 

$ 

1.70 
1.81 
1.92 

$ 

2.08 
2.19 
2.30 

$ 

2.27 
2.38 
2.49 

S 

2.45 
2.56 
2.68 

$ 

2.64 
2.75 
2.86 

$ 

2.83 
2.94 
3.05 

$ 
3.02 
3.13 
3.24 

$ 
3.39 
3.50 
3.62 

$ 

3.77 
3.88 
3.99 

0.90 
1.00 
1.10 

1.92 
2.03 
2.14 

2.29 
2.40 
2.51 

2.48;  2.67  2.86 
2.59  2.781  2.97 
2.70'  2.891  3.08 

1 

3.04 
3.15 
3.26 

3.23  3.61 
3.341  3.72 
3.44!  3.83 

3.98 
4.09 
4.20 

2.04 
2.15 
2.26 

2.41 
2.52 
2.63 

2.60 
2.71 
2.82 

2.79 
2.90 
3.01 

2.98 
3.09 
3.20 

3.16 

3.27 
3.38 

3.35 

3.46 
3.56 

3.73 
3.84 
3.95 

4.10 
4.21 
4.32 

1.20 
1.30 
1.40 

2.25 
2.36 
2.47 

2.62 
2.74 
2.85 

2.811  3.00  3.19 
2.92|  3.11  3.30 
3.03  3.22  3.41 

3.38 
3.49 
3.60 

3.56  3.941  4.32 
3.68,  4.05,  4.43 
3.79  4.16,  4.54 

2.37 
2.48 
2.59 

2.74 
2.86 
2.97 

2.93 
3.04 
3.15 

3.12 
3.23 
3.34 

3.31 
3.42 
3.53 

3.50 
3.61 
3.72 

3.68 
3.80 
3.91 

4.06 
4.17 
4.28 

4.44 
4.55 
4.66 

1.50 
1.60 
1.70 

2.58 
2.69 
2.80 

2.96 
3.07 
3.18 

3.14  3.33 
3.26  3.44 
3.371  3.56 

3.52 
3.63 
3.74 

3.71 
3.82 
3.93 

3.90 
4.01 
4.12 

4.27  4.65 
4.381  4.76 
4.501  4.87 

2.70 
2.81 
2.92 

3.08 
3.19 
3.30 

3.26 
3.38 
3.49 

3.45 
3.56 
3.68 

3.64 
3.75 
3.86 

3.83 
3.94 
4.05 

4.02 
4.13 
4.24 

4.39 
4.50 
4.62 

4.77 
4.88 
4.99 

1.80 
1.90 
2.00 

2.91 
3.03 
3.14 

3.29 
3.40 
3.51 

3.48'  3.67 
3.59  3.78 
3.70  3.89 

3.85  4.04  4.23 
3.96  4.151  4.34 
4.08  4.27  4.45 

4.6I'  4.98 
4.72,  5.09 
4.83  5.21 

3.03 
3.15 
3.26 

3.41 
3.52 
3.63 

3.60 
3.71 
3.82 

3.79 
3.90 
4.01 

3.97 
4.08 
4.20 

4.16 
4.27 
4.39 

4.35 
4.46 
4.57 

4.73 
4.84 
4.95 

5.10 
5.21 
5.33 

2.10 
2.20 
2.30 

3.25 
3.36 
3.47 

3.62 
3.73 
3.84 

3.8l|  4.00  4.19!  4.38!  4.56 
3.92,  4.11  4.30.  4.49i  4.67 
4.03  4.22  4.41  4.60  4.78 

4.94'  5.32 
5.05  5.43 
5.16  5,54 

3.37 

3.48 
3.59 

3.74 
3.85 
3.96 

3.93 
4.04 
4.15 

4.12 
4.23 
4.34 

4.31 
4.42 
4  53 

4.50 
4.61 
4.72 

4.68 
4.79 
4.90 

5.06 
5.17 
5.28 

5.44 
5.55 
5.66 

2.40 
2.50 
3.00 

3.58 
3.69 
4.25 

3.96 
4.07 
4.62 

4.14  4.33  4.52  4.71!  4.90 
4.26!  4.44  4.63'  4.821  5.01 
4.81,  5.00  5.19  5.37  5.56 

i         i          1 

5.27  5.65 
5.38  5.76 
5.94  6.31 

3.70  4.08  4.26 
3.8ll  4.19  4.38 
4.37  4.74  4.93 

4.45 
4.56 
5.12 

4.64 
4.75 
5.31 

4.83 
4.94 
5.49 

5.02 
5.13 
5.68 

5.39 
5.50 
6.06 

5.77 
5.88 
6.43 

4.00 
5.00 

5.36 
6.47 

5.73 
6.84 

5.92 
7.03 

6.11!  6.301  6.48 
7.22  7.41  7.59 

1  $1.25  per  Cubi 

6.67 

7.78 

7.05  7.42 
8.16,  8.53 

5.48  5.85  6.04 

6.591  6.96  7.15 

1         1 

6.23  6.42 
7.34|  7.53 

6.60 
7.71 

6.79 
7.90 

7.171  7.54 
8.28'  8.65 

S  « 

Sand  at 

c  Yard 

Sand  at  $1.50  per  Cubic  Yard 

HCQ 
S 

Price  of  Stone  per  Cubic  Yard 

Price  of  Stone  per  Cubic  Yard     . 

"T 

0.90 
1.00 
1.10 

10. m 

T 

2.16 
2.27 
2.38 

$1.00 

T 

2.53 
2.64 
2.75 

$1.20 

T 

2.72 
2.83 
2.94 

$.'.40 

$ 

2.91 
3.02 
3.13 

$1.60J$1.80$2.00$2.40 

~$~i  7~|"  rlT 

3.10  3. 28  3.47  3.85 
3.21   3.39  3.58  3.96 
3.32!  3.50i  3.68  4.07 

$2.80 

T 

4.22 
4.33 
4.44 

$0. 60  $1 .  00  $1 .  20  $1 .  40 

~tv  rvTiT 

2.28  2.651  2.84'  3.03 
2.39  2.76.  2.95  3.14 
2.50  2.871  3.06,  3.25 

$1.60 

T 

3.22 
3.33 
3.44 

$1.80 

T 

3.40 
3.51 
3.62 

$2.00 

T 

3.59 

3.70 
3.80 

$2.40 

$ 
3.97 
4.08 
4.19 

$2.80 

T 

4  34 
4.45 

4.56 

1.20 
1.30 
1.40 

2.49 
2.60 
2.71 

2.86 
2.98 
3.09 

3.05 
3  16 
3.27 

3.241  3.43!  3.621  3.80|  4.18 
3.35  3.54,  3.73,  3.92  4.29 
3.46  3.65  3.84!  4.03.  4.40 

4.56 
4.67 
4.78 

2.61'  2.98  3.17  3.36 
2.72!  3.10!  3.28  3.47 
2.83  3.21  3.39  3.58 

2.55 
3.66 
3.77 

3.74 
3.85 
3.96 

3.92  4.30 
4.04  4.41 
4.15  4.52 

4.68 
4.79 
4.90 

1.50 
1.60 
1.70 

2.82 
2.93 
3.04 

3.20 
3.31 
3.42 

3.38 

3.50 
3.61 

3.57I  3.76]  3.951  4.n|  4.51 
3.68J  3.87  4.06,  4.25  4.62 
3.80,  3.98  4.17  4.36,  4.74 

4.89 
5.00 
5.11 

2.94  3.32  3.50!  3.69*  3.88 
3.05  3.43  3.62  3.80  3.99 
3.16  3.541  3.73,  3.92.  4.10 

4  07  4.26  4.63!  5.01 
4.18  4.37,  4.74,  5.12 
4.29  4.48  4.86,  5.23 

1.80 
1.90 
2.00 

3.15 
3.27 
3.38 

3.53 
3.64 
3.75 

3.72 
3.83 
3.94 

3.91  4.09' 4-28  4.47' 4.85 
4.02!  4.20  4.391  4.581  4.96 
4.1314.32  4.511  4.69  5.07 

5.22 
5.33 
5.45 

3.27  3.65!  3.841  4.03  4.21  4.4o!  4  59 
3.39  3.76,  3.95  4.14  4.32  4.51  4.70 
3.50  3.87  4.06  4.25  4.44  4.63,  4.81 

4.9r  5.34 
5.08;  5.45 
5.19  5.57 

2.10 
2.20 
2.30 

3.49 
3.60 
3.71 

3.86 
3.97 
4.08 

4.05 
4.16 

4.27 

4.241  4.43  4.62  4.86  5.18 
4.35  4.541  4.73  4.911  5.29 
4.46!  4.65,  4.84|  5.02|  5.40 

5.56 
5.67 

5.78 

3.6ll  3.98  4.17  4.36  4.55 
3.72  4.09  4.28  4.47  4.66 
3.83  4.20i  4.39  4.58  4.77 

4.74  4.92 
4.85  5.03 
4.96j  5.14 

5.30'  5.68 
5.41  5.79 
5.52  5.90 

2.40 
2.50 
3.00 

3.82 
3.93 
4.49 

4.20 
4.31 
4.86 

4.38 
4.50 
5.05 

4.57  4.76  4.95'  5.14  5.5V  5.89 
4.68  4.87i  5.06;  5.25  5.621  6.00 
5.24  5.43,  5.61  5.80  6.18  6.55 

3.94  4.32,  4.50  4.69  4.88  5.07|  5.26  5.P3  6.01 
4.05  4.43  4.62  4.80  4.99  5.18]  5.37!  5.74  6  12 
4.61  4.98,  5.17  5.36  5.55J  5.73,  5.92|  6.30,  6.67 

4.00 
5.00 

5.60 

6.71 

5.97 
7.08 

6.16 
7.27 

6.35  6.54 
7.46  7.65 

6.72 
7.83 

6.91 
8.02 

7.29 
8.40 

7.66 

8.77 

5.72 
6.83 

6.09 

7.20 

6.28 
7.39 

6.47 
7.58 

6.66 
7.77 

6.84 
7.95 

7.03 
8.14 

7.41 
8.52 

7.78 
8.89 
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TABLE  36.    COST  OF  MATERIALS  FOR  ONE  CUBIC  YARD 

OF   1:3:7  CONCRETE 

For  basis  of  table  see  page  159.    If  stone  is  purchased  by  the  ton  see  page  173. 
Costs  for  materials  only,  delivered  on  job.    For  labor  see  Chap.  X,  XI  and  XIII. 


Sand  at  75^  Per  Cubic  Yard 


Sand  at  $1.00  Per  Cubic  Yard 


Price  op  Stone  Per  Cubic  Yard 


Price  op  Stone  Per  Cubic  Yard 


$0.60$1.00$1.20S1.40$1.60$1.80$2.00$2.40$2.80$0.60$1.00$1.20$1.40S1.60$1.80$2.00$2.40$2 


a'« 


$ 

0.60 
0.70 
0.80 

0.90 
1.00 
1.10 

1.20 
1.30 
1.40 

1.50 
1.60 
1.70 

1.80 
1.90 
2.00 

2.10 
2.20 
2.30 

2.40 
2.50 
3.00 

4.00 
5.00 


$ 

1.51 
1.62 
1.72 

1.82 
1.93 
2.03 

2.13 

2.23 
2 

2.43 
2.53 
2.63 

2.73 
2.83 
2.94 

3.04 
3.14 
3.24 

3.34 
3.44 
3.95 


$ 

1.1 
2.02 
2.12 

2.22 
2.32 
2.42 

2.52 
2.62 
2.73 

2.83 
2.93 
3. 

3.13 
3.23 
3.33 

3.43 
3.53 
3 

3.74 
3.84 
4.34 


$ 

2.12 
2.22 
2. 

2.42 
2.52 
2.62 

2.72 
2.82 
2 

3.02 
3.13 


$ 

2.31 
2.42 
2.52 

2.62 
2.72 
2.82 

2.92 
3.02 
3.12 

3.22 
3.32 


3.23  3.42 


3.33 
3.43 
3.53 

3.63 
3.73 
3.83 

3.93 
4.04 
4.54 


3.53 

8 

3.73 

3.83 
3.93 
4.03 

4.13 
4.23 
4.74 


$ 

2.51 
2.61 
2.71 

2.81 
2.92 


3.12 
3.22 
3.32 

3.42 
3.52 
3.62 

3.72 

3 

3 

4.03 
4.13 
4 

4.33 
4.43 
4.94 


$ 

2.71 
2.81 
2.91 

3.01 
3.11 
3.21 

3.32 
3.42 
3.52 

3.62 
3.72 


3.92 
4.02 
4.12 

4.22 

4 

4.43 

4.53 
4.63 
5.13 


$ 

2.91 
3.01 
3.11 

3.21 
3.31 
3.41 

3.51 
3.61 
3.72 

3 

3.92 

4.02 

4.12 
4.22 
4.32 

4.42 
4.52 
4.62 

4.73 
4.83 
5.33 


$ 

3.30 
3.40 
3.51 

3.61 
3.71 
3.81 

3.91 
4.01 
4.11 

4.21 
4.31 
4.41 

4.52 
4.62 
4.72 

4.82 
4.92 
5.02 

5.12 
5.22 
5.73 


$ 

3.70 
3.80 
3.90 

4.00 
4.10 
4.20 

4.31 
4.41 
4.51 

4.61 
4.71 
4.81 

4.91 
5.01 
5.11 

5.21 
5.32 
5.42 

5.52 
5.62 
6.12 


$ 

1.62 
1.73 
1.83 

1.93 
2.04 
2.14 

2.24 
2.34 
2.44 

2.54 
2.64 
2.74 

2^84 
2.94 
3.05 

3.15 
3.25 
3.35 

3.45 
3.55 
4.06 


$ 

2.( 

2.13 

2.23 

2.33 
2.43 
2.53 

2.63 
2.73 

2.84 

2.94 
3.04 
3.14 

3.24 
3.34 
3.44 

3.54 
3.64 
3.74 

3.85 
3.95 
4.45 


$ 

2.23 
2.33 
2-43 

2.53 
2.63 
2.73 

2.83 
2.93 
3.03 

3.13 
3.24 
3.34 

3.44 
3.54 
3.64 

3.74 
3.84 
3.94 

4.04 
4.15 
4.65 


$ 
2.42 
2.53 
2.63 

2.73 

2 

2.93 

3.03 
3.13 
3.23 

3.33 
3.43 
3.53 

3.64 

3.74 
3.84 

3.94 
4.04 
4.14 

4.24 
4.34 
4.85 


$ 

2.62 
2.72 
2.82 

2.92 
3.03 
3.13 

3.23 
3.33 
3.43 

3.53 
3.63 
3.73 

3.83 
3.93 
4.04 

4.14 
4.24 
4.34 

4.44 

4.54 
5.05 


$ 

2.82 
2.92 


3.12 
3.22 
3.32 

3.43 
3.53 
3.63 

3.73 
3.83 
3.93 

4.03 
4.13 
4. 

4.33 
4.44 

4.54 

4.64 
4.74 
5.24 


$ 
3.02 
3.12 
3. 

3.32 
3.42 
3.52 

3.62 
3.72 
3.83 

3.93 
4.03 
4.13 

4.23 
4.33 
4.43 

4.53 

4 

4.73 

4.84 
4.94 
5.44 


$ 

3.41 
3.51 
3.62 

3.72 
3.82 
3.92 

4.02 
4.12 
4.22 

4.32 
4.42 
4.52 

4.63 
4.73 
4.83 

4 

5.03 

5.13 

5.23 
5 

5.84 


$ 

3.81 
3.91 
4.01 

4.11 
4.21 
4.31 

4.42 
4.52 
4.62 

4.72 
4.82 
4.92 

5.02 
5.12 
5.22 

5.32 
5.43 
5.53 

5.63 
5.73 
6.23 


4.96  5.35  5.55  5.75  5.95  6.15  6.34  6.74  7.13 
5.98  6.36  6.56  6.76  6.96  7.15  7.35  7.75  8.14 


5.07  5.46  5.66  5.86  6.06  6.25  6.45  6.85  7.24 
6.09  6.47  6.67  6.87  7.07  7.26  7.46  7.86  8.25 


Sand  at  $1.25  per  Cubic  Yard 


Sand  at  $1.50  Per  Cubic  Yard 
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TABLE  37.    COST  OF  STONE  BY  WEIGHT  VERSUS  MEASURE 
Cost  per  cu.  yd. = sp.gr.  stone  XO.  842(1— %  voids)  X  cost  per  ton.  (Seep.  160.) 


EQUIVALENT  AVERAGE  COST  PER  CUBIC  YARD* 

Cost  pub  Ton 

OF  2000  LBS. 

Tbap 

Granite  and 
Slate 

Limestone  and 
Conglomerate 

Sandstone 

Gravel 

60% 
voids 

40% 

50% 

40% 
voids 

50% 
voids 

40% 

50% 

40% 
voids 

40% 

30% 

voids 

voids 

voids 

voids 

voids 

voids 

$ 

$ 

$ 

% 

$ 

% 

$ 

$ 

% 

% 

$ 

(1) 

(2)  - 

(3) 

(4) 

(5) 

(6) 

(7) 

(8) 

(9) 

(10) 

(11) 

0.90 

1.09 

1.31 

1.02 

1.23 

0.98 

1.18 

0.91 

1.09 

1.20 

1.40 

1.00 

1.22 

1.46 

1.13 

1.36 

1.09 

1.31. 

1.01 

1.22 

1.34 

1.56 

1.10 

1.34 

1.60 

1.25 

1.50 

1.20 

1.44 

1.11 

1.34 

1.47 

1.72 

1.20 

1.46 

1.75 

1.36 

1.64 

1.31 

1.58 

1.21 

1.46 

1.60 

1.87 

1.30 

1.58 

1.90 

1.47 

1.77 

1.42 

1.71 

1.32 

1.58 

1.74 

2.03 

1.40 

1.70 

2.04 

1.59 

1.91 

1.53 

1.84 

1.42 

1.70 

1.87 

2.18 

1.50 

1.82 

2.19 

1.70 

2.04 

1.64 

1.97 

1.52 

1.82 

2.01 

2.34 

1.60 

1.95 

2.33 

1.18 

2.18 

1.75 

2.10 

1.62     1.95 

2.14 

2.49 

1.70 

2.07 

2.48 

1.93 

2.31 

1.86 

2.23 

1.72    2.07 

2.27 

2.65 

i:80 

2.19 

2.63 

2.04 

2.45 

1.97 

2.36 

1.82    2.19 

2.41 

2.81 

1.90 

2.30 

2.77 

2.16 

2.59 

2.08 

2.49 

1.92    2.31 

2.54 

2.96 

2.00 

2.43 

2.92 

2.27 

2.72 

2.19 

2.62 

2.02 

2.43 

2.67 

3.12 

2.10 

2.55 

3.06 

2.38 

2.86 

2.30 

2.75 

2.12 

2.55 

2.81 

3.27 

2.20 

2.67 

3.21 

2.50 

3.00 

2.40 

2.89 

2.22 

2.67 

2.94 

3.43 

2.30 

2.80 

3.35 

2.61 

3.13 

2.52 

3.02    2.33 

2.79 

3.08 

3.58 

2.40 

2.92 

3.50 

2.73 

3.27 

2.63 

3.15    2.43 

2.92 

3.21 

3.74 

2.50 

3.04 

3.65 

2.84 

3.40 

2.74 

3.28 

2.53 

3.04 

3.34 

3.90 

2.60 

3.16 

3.79 

2.95 

3.54 

2.85 

3.41 

2.63 

3.16 

3.48 

4.05 

2.70 

3.28 

3.94 

3.06 

3.68 

2.95 

3.54 

2.73 

3.28 

3.61 

4.21 

2.80 

3.40 

4.08 

3.18 

3.81 

3.06 

3.68 

2.83 

3.40 

3.74 

4.36 

2.90 

3.53 

4.23 

3.29 

3.95 

3.17 

3.80 

2.93 

3.52 

3.88 

4.52 

3.00 

3.65 

4.38 

3.40 

4.08 

3.28 

3.94 

3.04 

3.64 

4.01 

4.68 

*Use  columns  of  higher  %  of  voids  if  dust  or  sand  is  thoroughly  screened  out 
and  measurement  is  loose. 

Use  values  half  way  between  those  given  if  screened  stone  is  shaken  down  in 
wagons  or  carts  and  for  average  values  where  conditions  are  indefinite. 

Use  columns  of  lower  %  of  voids  if  stone  or  gravel  contains  dust  or  sand 
and  is  measured  loose. 

If  cost  is  quoted  per  long  ton  of  2240  pounds  the  costs  per  cubic  yard  in  this 
table  should  be  decreased  10%. 

Note:  In  calculating  this  table  the  specific  gravities  and  weights  of  the 
different  rocks  are  estimated  to  average  as  follows : 


Rock 


Weight  per 

Cubic  Foot  op 

Solid  Rock 


Trap 

Granite  and  slate 

Limestone 

Sandstone 

Sand  or  gravel . . . 


180 
165 
160 
150 
165 


CHAPTER  IX 
EXCAVATING  AND  CRUSHING  STONE  FOR  CONCRETE 

The  drilling  and  blasting  of  rock  and  the  crushing  of  the  excavated 
stone  is  taken  up  from  the  standpoint  of  estimating  the  cost  of 
crushed  stone  for  concrete.  The  conditions  considered  apply  therefore 
to  those  most  commonly  met  with  in  concrete  construction. 

The  tables  at  the  end  of  the  chapter  sub-divide  the  costs  of  both 
drilling  and  crushing  into  unit  operations,  but  these  are  taken  up  in 
less  detail  and  with  less  elaborate  provision  for  variables  than  the 
regular  concrete  operations  considered  in  subsequent  chapters,  be- 
cause stone  crushing  is  by  no  means  common  to  all  concrete  work. 
However,  for  ordinary  estimating,  the  variables  incident  to  local  con- 
ditions may  be  allowed  for  by  looking  up  the  references  to  the  text  as 
noted  in  the  tables  opposite  the  various  items. 

Such  reliable  records  of  piece-work  operations  have  been  obtained 
(see  page  178)  that  columns  of  piece-work  costs  for  different  kinds  of 
rock  are  given. 

For  a  permanent  plant,  it  is  economical  to  install  large  crushers  and 
more  expensive  machinery  for  handling  the  materials,  so  as  to  reduce 
the  costs  below  those  given  in  the  tables.  For  drilling  the  rock,  well 
drills,  boring  a  hole  5  or  6  inches  in  diameter,  are  sometimes  used  for  the 
first  blasts.  The  rock  then  is  broken  up  by  smaller  drills  only  to  a 
size  to  be  handled  with  derricks,  and  these  pieces  dumped  into  a  large 
crusher  which  breaks  them  to  a  size  which  will  enter  smaller  crushers. 
The  advantages  of  well  drills  even  in  large  plants  are  somewhat  uncer- 
tain, depending  upon  the  depth  of  hole  that  can  be  drilled  and  relative 
time  of  setting  the  drill  under  the  local  conditions.  Some  plants  have 
used  well  drills  and,  after  trial,  have  gone  back  to  the  ordinary  type.* 

From  a  large  permanent  plant,  crushed  trap  rock  frequently  can 
be  purchased  at  a  cheaper  price  per  cubic  yard  or  per  ton  than  is 
given  in  the  tables  of  costs,  and  concreting  that  is  carried  on  in  the 
vicinity  of  established  crushing  plants  can  be  done  more  cheaply  by 


See  description  of  plant  at  Gary,  111.,  in  Engineering  News,  October.  21,  1909,  p.  421. 
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purchasing  the  stone  ready  crushed  than  by  setting  up  a  crusher  at 
a  ledge  and  preparing  the  stone  on  a  small  scale.  For  such  large 
plants,  however,  many  of  the  notes  in  this  chapter  will  apply,  and 
the  costs  may  be  adapted  to  them,  or  at  least  used  as  a  basis  of 
estimating,  by  substituting  the  increased  output  and  at  the  same  time 
the  increased  cost  of  plant  in  place  of  the  values  assumed  in  the  table. 

The  cost  of  rock  excavation  is  more  variable  than  that  of  most  items 
of  construction.  In  drilling,  for  example,  the  quantity  of  output  is 
influenced  by  the  character  of  the  rock,  not  merely  by  its  hardness 
but  by  its  seaminess  and  its  action  under  the  drill,  a  soft  rock  being 
sometimes  more  difficult  to  drill  than  a  hard  rock  because  of  the  accu- 
mulation of  soft  dust  in  the  bottom  of  the  hole;  and  even  with  the 
same  rock  the  height  of  the  face,  the  manner  of  placing  the  holes,  the 
size  and  type  of  drill,  the  strength  of  the  explosives,  and  many  other 
details,  influence  the  cost.  Economical  production  depends  therefore, 
not  only  upon  proper  handling  of  the  men  and  tools,  but  to  a  very 
great  extent  upon  the  skill  of  the  superintendent  in  adapting  himself 
to  the  local  conditions. 

In  the  operations  of  crushing  there  are  fewer  variables,  although  the 
hardness  and  structure  of  the  rock  and  the  class  of  crusher  affect  the 
output. 

The  large  part  which  the  machinery  plays  in  the  work  of  excavating 
and  of  crushing,  and  the  consequent  variation  in  the  wages  of  the 
workmen  and  the  irregularity  of  the  output  because  of  different  con- 
ditions, make  it  advisable  to  present  a  comparatively  few  values — 
actual  averages,  not  theoretical — in  sufficient  detail  and  with  the  con- 
ditions so  clearly  stated,  that  they  may  be  readily  changed  to  apply 
to  various  characteristics  and  conditions. 

CLASSIFICATION  OF  ROCK 

Rock  for  blasting  will  be  classified  as  follows: 

Very  Hard  Rock,  such  as  hard  close  grained  trap. 

Hard  Rock,  such  as  ordinary  trap,  granite,  quartzite,  gneiss,  hard 
schist,  and  conglomerate. 

Medium  Rock,  such  as  limestone  of  medium  hardness  and  very 
hard  slate. 

Soft  Rock,  such  as  shale,  soft  slate,  and  sandstone. 

In  some  of  the  tables,  soft  rock  is  further  distinguished  by  a  supple- 
mentary division  with  very  soft  rock.  .    i 


176  CONCRETE  COSTS 

This  classification  is  exceedingly  arbitrary,  but,  because  of  the  varia- 
tion in  any  one  rock,  it  is  fairer  to  group  the  different  kinds  than  to 
endeavor  to  give  each  one  in  detail. 

The  crushing  strength,  which  is  a  measure  of  the  hardness,  will 
run  over  30  000  pounds  per  square  inch  for  rock  classified  as  "very 
hard,"  while,  for  the  soft  rocks,  as  low  a  strength  as  5000  pounds  per 
square  inch  may  be  found. 

DRILLING  BY  MACHINE  DRILLS 

The  estimating  of  the  cost  of  getting  out  rock  is  somewhat  simplified 
in  this  book  because  the  data  may  be  confined  to  rock  suitable  for 
crushing  for  concrete.  This  eliminates  full  consideration  of  the  softer 
rocks  and  avoids  the  necessity  of  including  special  conditions,  such  as 
trench  excavation,  tunneling,  and  under-water  work;  and  we  may  con- 
sider merely  the  excavation  of  a  medium  hard  or  of  a  hard  rock  with 
a  quarry  face  of  such  height  as  to  give  good  working  economy. 

OUTPUT   OF   ROCK  DRILLS 

The  output  from  any  particular  ledge  in  rock  excavation  is  governed 
by  the  location  of  the  holes  and  the  total  number  and  depth  of  holes 
which  can  be  drilled  in  a  day.  Therefore,  to  determine  the  output 
from  any  ledge,  the  total  number  of  feet  that  a  drilling  machine  can 
drill  per  day  must  be  known  or  estimated,  and  also  the  number  of  cubic 
yards  of  rock  that  can  be  blown  out  per  foot  of  hole.  Most  of  the 
other  expenses  connected  with  blasting  may  be  assumed  to  vary  pro- 
portionally with  the  daily  output. 

In  shallow  cuts,  the  time  lost  in  changing  from  one  hole  to  another 
appreciably  reduces  the  amount  of  excavation,  but  in  getting  out  rock 
for  concrete  the  depth  of  the  cut  can  be  usually  fixed  to  suit  the  drillers 
so  that  this  takes  care  of  itself. 

The  quantities  given  in  paragraphs  which  follow  and  the  data  in  the 
table  apply  to  work  with  ordinary  steam  or  compressed  air  drills, 
using  bits  ranging  from,  say,  3i-inch  in  starting,  down  to  li-inch  for 
the  deep  holes.  The  outputs  and  the  costs  in  the  tables  represent 
average  of  actual  work. 

Variation  in  output  is  occasioned  not  only  by  the  quality  of  the 
rock,  but  also  to  a  surprising  degree  through  the  variation  in  efficiency 
of  the  men  and  the  management.  The  averages  given  must  be  taken, 
therefore,  simply  as  an  approximate  guide  to  results  that  may  be 
expected. 
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Very  Hard  Rock.  A  fine  grained  trap  is  one  of  the  hardest  rocks  to 
drill.  Sometimes,  in  exceedingly  hard  trap,  an  average  speed  of  2 
linear  feet  of  hole  per  drill  per  hour  is  as  great  as  can  be  maintained. 
Variations  may  occur  as  wide  as  from  2  linear  feet  of  hole  per  hour 
for  a  hard,  seamy  trap,  up  to  4.2  linear  feet  of  hole  per  hour  for  a 
hard  trap  without  seams.  For  hard  rock  of  this  character,  it  is  cus- 
tomary to  use  a  strong  explosive,  such  as  a  60%  or  a  75%  dynamite. 
Railroads  frequently  prohibit  the  shipment  of  dynamite  stronger 
than  60%. 

Such  extremes  show  the  necessity  in  works  of  magnitude  for  a  careful 
examination  of  the  local  conditions  by  a  man  experienced  in  rock  work. 

The  average  output  in  Table  40  for  very  hard  rock  is  taken  as  1.5 
cubic  yards  per  hour.  As  the  rock  becomes  even  slightly  softer  the 
outputs  rapidly  increase  to  those  that  are  given  in  the  following 
paragraph. 

Hard  Rock.  For  hard  rock  as  classified  on  page  175  to  include  such 
rocks  as  ordinary  trap,  granite,  quartzite,  gneiss,  hard  schist,  and  con- 
glomerate, an  average  day's  work  for  an  ordinary  steam  drill  is  about 
4  linear  feet  of  hole  per  hour.  For  example,  if  the  depth  of  the  hole  is  16 
feet,  2\  holes  may  be  assumed  as  an  average  work  for  10  hours  or  2 
holes  in  8  hours.  In  estimating,  one  cubic  yard  of  rock  of  this  class, 
as  measured  in  the  ledge,  may  be  taken  as  an  average  output  per 
linear  foot  of  hole  drilled.  The  average  output  per  drill  is,  therefore, 
4  cubic  yards  of  solid  rock  per  hour. 

These  values  are  somewhat  conservative  for  granite,  since  under 
good  conditions  an  average  speed  of  5  linear  feet  per  drill  per  hour 
can  be  obtained,  while  in  some  cases  6  linear  feet  per  hour  is  not  an 
excessive  run. 

In  ordinary  trap,  leaving  out  of  consideration  the  very  hard  rock 
under  the  preceeding  heading,  the  range  is  usually  between  3  and  5 
linear  feet  per  hour  with  an  average  of  about  3|  feet. 

Medium  Hard  Rock.  In  medium  rock,  such  as  limestone  of  medium 
hardness  and  very  hard  slate,  an  average  rate  of  speed  for  a  drill  may 
be  assumed  as  6  linear  feet  of  hole  per  hour  with  \\  cubic  yards  out- 
put per  linear  foot.  This  is  equivalent  to  an  output  of  7.5  cubic  yards 
of  solid  ledge  per  hour. 

It  is  sometimes  possible  with  average  workmen  to  obtain  a 
considerably  higher  output  than  \\  cubic  yards  per  foot  of  drilling. 
In  limestone  of  good  quality  a  product  of  \\  or  even  \\  cubic  yards  per 
foot  is  sometimes  attained. 
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These  averages  apply  to  conditions  which  are  apt  to  occur  in  con- 
nection with  concrete  construction. 

In  large  permanent  plants  or  plants  designed  simply  for  excavation, 
that  is,  where  the  stone  is  wasted  instead  of  crushed  and  where  holes 
may  range  from  20  to  45  feet  in  depth,  we  have  occasionally  records 
for  medium  hard  rock  as  high  as  20  to  25  feet  per  hour.  Such  varia- 
tions as  these  indicate  the  tremendous  opportunity  for  scientific  man- 
agement by  which  even  the  smaller  plants  may  approach  more  nearly 
to  the  large  ones. 

Soft  Rock.  Rock  such  as  shale  and  slate  makes  a  concrete  of  low 
strength  and  its  use  should  be  avoided  unless  ample  allowance  is 
made  in  the  design  for  the  lower  strength.  Concrete  with  sandstone 
for  the  coarse  aggregate  may  not  be  more  than  one-half  or  one-third 
as  strong  as  good  limestone  concrete,  while  shale  is  even  poorer  aggre- 
gate than  sandstone. 

Sandstone  drills  easily  and  records  show  that  an  average  of  10  linear 
feet  of  hole  per  drill  per  hour  is  not  excessive.  An  output  of  2\  cubic 
yards  per  foot  of  hole  is  conservative  with  such  material,  thus  making 
a  final  output  of  25  cubic  yards  per  hour.  In  certain  cases  a  record  of 
15,  and  occasionally  25,  linear  feet  per  drill  per  hour  has  been  reached, 
and  by  springing  the  hole  and  using  black  powder,  it  has  been  found 
possible  to  reach  an  output  of  5  to  10  cubic  yards  per  foot  of  hole. 

A  similar  high  output  may  sometimes  be  attained  with  shale,  but 
frequently  a  soft  rock  like  this  may  be  harder  to  drill  than  granite 
because  of  the  rapid  filling  of  the  holes  with  sludge,  and  this  output 
may  fall  as  low  as  3.5  linear  feet  drilled  per  hour. 

Because  of  such  variation  soft  rock  has  an  additional  classification 
in  the  table  of  very  soft  rock. 

TASK-WORK  IN  DRILLING 

In  rock  excavation,  as  in  all  other  operations,  the  introduction  of 
task-work  or  efficient  piece-work  must  be  preceded  by  scientific 
organization  and  by  time  studies  such  as  are  outlined  briefly  in  Chap- 
ters IV  and  V.  The  work  of  every  man  should  be  laid  out  in  advance 
and  a  definite  time  schedule  made  up  for  the  performance  of  each  job. 
This  involves  a  thorough  study  of  the  methods  of  work,  the  character 
of  the  materials,  the  nature  of  the  machinery,  and  the  time  of  per- 
formance of  the  individual  unit  operations. 

An  excellent  example  of  what  may  be  accomplished  in  this  line  is 
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found  in  the  record  of  yearly  operation  of  The  General  Crushed  Stone 
Company  of  Easton,  Pennsylvania.* 

Two  kinds  of  rock  are  excavated  for  crushing  at  this  plant,  lime- 
stone and  quartzite.  Records  for  1903,  1904,  and  1905  show  for  each 
of  these  rocks  in  each  year  an  amount  of  drilling  of  over  100,000  linear 
feet.  In  the  quartzite  rock  the  average  rate  of  drilling  for  eight  drills, 
during  the  years  1904-5,  was  7.56  linear  feet  of  hole  per  drill  per  hour. 
During  the  same  years,  in  the  limestone,  an  average  of  10.9  feet  of  hole 
per  hour  was  maintained  with  7  drills.  These  figures  correspond  to  a 
rate  in  quartzite  of  76  feet  of  hole  per  drill  per  10-hour  day,  and  in  the 
limestone  of  109  linear  feet  per  drill  per  10-hour  day.  These  outputs 
have  been  maintained  in  recent  years. 

Records  of  these  quarries  from  1904  to  1908  give  an  average  of  2.1 
tons  of  rock  per  foot  of  drilling  in  quartzite  and  3.0  tons  per  foot  in 
limestone. 

The  cost  of  labor,  including  repair  work  and  powder  men,  averaged, 
during  these  years  of  piece-work,  6.2^.  per  ton  of  quartzite  rock  and 
3.6^.  per  ton  of  the  limestone.  The  fuel  charged  to  drilling  the 
quartzite  averaged  about  0;6j£.  per  ton  of  rock. 

The  quartzite  occurs  in  thin  laminations,  making  an  angle  of 
about  15°  with  the  horizontal,  and  works  somewhat  like  limestone 
in  general  characteristics. 

The  holes  were  drilled  about  20  feet  deep.  The  limestone  is  hard 
and  tough  with  horizontal  stratification.  The  drills  were  Ingersol- 
Sargent  of  Type  F.  9,  driven  by  compressed  air,  the  pressure  at  the 
drills  varying  from  60  to  80  pounds.f  A  drill  of  3i-inch  diameter  was 
used  for  the  "starter,"  the  diameter  decreasing  by  £  or  tt  to  a  final 
diameter  of  about  If  inches  at  the  bottom  of  the  hole.  The  record  of 
each  drill  was  taken  from  a  tag  which  the  drill  man  fastened  to  the 
plug  in  his  hole  after  measuring  the  depth.  The  powder  man  checked 
the  length  and  turned  the  tag  into  the  timekeeper's  office.  To  avoid 
collusion  between  the  drill  man  and  the  powder  man,  the  depth  of  the 
holes  in  such  cases  can  be  checked  occasionally  by  a  higher  official 
and  to  positively  prevent  cheating,  a  large  deduction  may  be  made 
from  the  piece-rate  for  any  hole  which  was  measured  long. 


*  General  averages  of  the  work  at  these  quarries  are  given  in  Engineering-Contract- 
ing, May  16, 1906,  p.  138,  and  further  details  have  been  obtained  from  correspondence 
and  conference  through  the  courtesy  of  Mr.  John  Rice,  Vice  President. 

f  Pressure  at  receiver  90  to  100  pounds. 
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The  rates  paid  to  drill  man  and  helper  were  6^  cents  per  foot  in 
quartzite  and  4|  cents  per  foot  in  the  limestone,  the  two  men  thus 
together  averaging  about  $5.00  per  day.  These  wages,*  coupled  with 
the  fact  that  the  Company  was  willing  to  pay  the  given  rates  perman- 
ently so  that  there  was  no  fear  of  their  being  cut  down  as  soon  as  the 
men  earned  good  pay,  induced  the  men  to  make  the  high  record. 

Another  example  of  the  difference  between  piece-work  and  day 
labor  is  very  well  shown  by  operations  in  British  Columbia.f  These 
mines  contain  a  vein  of  such  variable  hardness  that  it  was  thought  im- 
practicable to  measure  the  linear  feet  of  heading  and  the  work  was  not 
sufficiently  well  organized,  to  separate  the  amount  of  material  taken 
out  per  gang.  The  superintendent  found  that,  though  the  num- 
ber of  feet  drilled  per  day  varied  greatly,  for  a  whole  month  it  was 
nearly  constant  so  that  a  contract  was  made  each  month  with  each 
gang  as  to  price  per  foot  drilled.  Tools  are  repaired  free  and  all 
blasting  is  done  in  such  a  way  that  the  drill  gangs  will  not  be 
bothered  by  smoke. 

Before  this  system  went  into  effect  the  miners  received  $3.50  per 
day  and  the  cost  of  stoping  out  ore  was  $0.86  per  ton,  while  under 
the  new  system  the  miners  earn  from  $4.00  to  $4.25  per  day  and  the 
cost  per  ton  of  ore  is  $0.48.  Under  the  new  system  the  efficiency  of 
the  men  is  nearly  doubled,  and  their  wages  increased  about  20%.  The 
men  are  contented,  there  is  no  danger  of  strike  and  a  better  spirit 
prevails  between  the  men  and  the  management. 

This  method  of  payment,  by  monthly  contract,  is  not  nearly  so 
effective  as  daily  task-work,  where  allowance  is  made  for  variation  in 
quantity  of  material  handled,  and  the  result  is  therefore  all  the  more 
remarkable. 

EXPLOSIVES 

The  character  of  explosives  for  any  quarry  must  be  governed  by  the 
hardness  and  seaminess  of  the  rock  and  the  purpose  for  which  the 
rock  is  to  be  used,  that  is,  whether  it  is  to  be  broken  up  fine  or  left  in 
large  pieces.  The  class  to  be  selected  must  be  determined  by  practical 
knowledge  or  by  experiments  upon  the  particular  work. 

*  At  the  date  and  locality  referred  to  these  were  high  rates. 

t  Described  before  the  American  Institute  of  Mining  Engineers,  in  paper  by  Carl  R. 
Davis  entitled  "The  Operations  of  the  Hole  Contract  System  in  the  Center  Star  and 
War  Eagle  Mines,  Rossland,  B.  C."  See  abstract  in  Engineering  News,  December  4, 
1902,  p.  483. 
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General  rules  suitable  for  large  quarries  with  a  variety  of  rock  are 
suggested  as  follows:* 

For  most  classes  of  rock,  where  the  ledge  is  solid  and  free  from  open 
seams,  a  50%  dynamite  is  economical. 

If  the  seams  are  close  and  the  rock  not  too  hard,  40%  dynamite 
is  most  effective.  Where  the  rock  is  very  seamy  or  disintegrated, 
granulated  dynamite,  which  is  about  25%,  is  better  than  the  more 
powerful  explosives. 

Frequently  a  60%  dynamite  is  used  to  best  advantage  in  a  very 
hard  dense  trap,  and  especially  in  getting  out  bottom  in  such 
material.  This  general  scheme  is  varied  by  such  characteristics  as 
the  pitch  of  the  rock,  the  distance  of  the  holes  back  from  the  face,  and 
whether  the  rock  is  bound  in  on  each  side  of  the  set  of  holes. 

An  approximate  idea  of  the  cost  of  explosives  for  hard  and  medium 
rock  may  be  obtained  from  the  table  below. 


Cost  of  Explosives  from  Records  of  the  General  Crushed  Stone  Company 
for  the  Year  1905.t 


Weight 

OF  ROCK 
PER  CU.  YD. 

Cost  of  dynamite 

Cost  of  fuse,  caps, 

wire,  electric 

exploders 

Materials 

PER  TON 
OF  ROCK 

PER  CU.  YD. 
OF  LEDGE 

PER  TON 
OF  ROCK 

PERCU.YD. 
OF  LEDGE 

tons 

$ 

s 

s 

s 

Hard,  dense  trap 

2.60 
2.27 
2.27 

$0,060 
0.032 
0.026 

$0,156 
0.073 
0.059 

$0.0075 
0.0030 
0.0025 

$0.0195 

Quartzite 

Limestone 

0.0068 
0.0056 

The  given  costs  include  the  cost  of  dynamite  used  in  charging  block 
holes.  Trap  was  drilled  and  blasted  in  large  pieces  and  then  broken 
up  by  dynamite  charged  in  block  holes,  drilled  in  many  cases  by  baby 
drills.  The  least  amount  of  additional  drilling  was  required  by  the 
limestone.  The  separate  cost  of  dynamite  used  in  charging  block  holes 
in  the  above  mentioned  record  is  obtainable  only  for  quartzite,  for 
which  it  runs  from  $0,005  to  $0,015  per  ton  or  $0.0114  to  $0.0340  per 
cubic  yard  of  solid  rock,  and  these  values  may  be  deducted  from  those 
in  the  table  to  obtain  the  costs  of  dynamite  for  large  steam  drills  alone. 

*  Based  on  personal  correspondence  with  Mr.  John  Ric«. 
t  Personal  correspondence. 
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TABLE  OF  COST  OF  ROCK  EXCAVATION 

Table  39,  page  208,  as  already  indicated,  is  made  up  from  data 
averaged  from  a  large  number  of  jobs,  and  based  on  certain  as- 
sumptions of  wages  and  unit  costs  which  are  definitely  stated.  The 
authors  realize  that  it  is  impossible  to  fit  costs  to  all  conditions,  and 
even  if  the  averages  are  correct,  local  circumstances  will  cause  con- 
siderable variation  from  the  averages.  However,  with  the  cost  data 
presented  in  detail  and  sub-divided  into  units,  it  is  possible  with  a 
very  little  figuring  to  correct  any  of  the  items  which  disagree  with  the 
local  conditions. 

The  drill  outputs  upon  which  the  costs  are  based  are  given  in  Table 
40,  page  210. 

The  tables  present  (1)  means  of  quickly  estimating  the  cost  of  exca- 
vating rock  for  crushing  where  the  local  characteristics  are  but  little 
known  by  the  estimator  and  therefore  where  average  figures  must 
be  used  and  considered  simply  as  approximate;  (2)  means  of  exact 
estimating  where  many  local  details,  such  as  probable  output  of  a 
drill,  are  known;  (3)  means  of  determining  the  economical  layout  of 
the  plant;  and  (4)  data  for  the  fixing  of  piece-rates  or  tasks. 

Tables  39  and  40,  pages  208  and  210,  are  for  practical  estimates. 
The  units  into  which  the  cost  is  divided  in  the  tables  are  taken  up  first 
and  briefly  discussed  and  on  pages  203  and  204  a  number  of  examples 
are  given  to  illustrate  the  use. of  the  tables. 

Cost  of  Rock  in  Ledge.  The  value  of  the  rock  in  the  ledge  at  the 
quarry  is  taken  in  Table  39  at  the  rate  of  $0.05  per  cubic  yard  in 
place  for  hard  rock,  $0.03  for  soft  rock  and  $0.02  for  very  soft  rock. 
Frequently  in  engineering  construction  the  rock  is  obtained  free  of 
cost  by  the  contractor  and  this  item  can  be  omitted  entirely.  In 
any  case,  the  value  of  the  rock  is  apt  to  be  known,  and  can  be  intro- 
duced in  the  table  in  place  of  the  sum  given. 

Stripping  Soil.  The  cleaning  of  the  earth  from  the  top  of  the  ledge 
is  another  item  which  is  given  in  the  table  at  a  flat  rate,  the  sum  of 
$0 .  03  per  cubic  yard  of  rock  being  selected  as  a  fair  average  figure. 
The  cost  of  stripping  per  cubic  yard  of  rock  varies  with  the  ratio 
of  the  depth  of  the  soil  to  the  total  depth  of  rock  cut,  the  distance  to 
which  the  earth  must  be  hauled,  and  the  character  of  the  earth.  When 
the  approximate  average  depth  of  the  earth  and  the  depth  of  the 
rock  cut  is  known,  a  more  definite  value  for  the  cost  of  stripping  per 
cubic  yard  of  solid  rock  may  be  obtained. 
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The  cost  per  cubic  yard  of  earth  is  reduced  to  cost  in  terms  of  per 
cubic  yard  of  rock  by  simple  proportions,  which  may  be  expressed 
by  the  following  formula. 
Let 

d  =  average  depth  of  rock  cut  in  feet. 

h  =  average  height  of  soil  above  rock  in  feet. 

c  —  cost  of  stripping  per  cubic  yard  of  solid  ledge. 

s  =  cost  of  stripping  per  cubic  yard  of  soil. 

w  =  cost  of  wheeling  per  100  feet  per  cubic  yard  of  soil. 

I  =  distance  in  hundreds  of  feet  soil  is  wheeled. 


Then 


c=h(s  +  lw)  (1) 

d 


Table  41,  page  211,  gives  the  average  unit  cost  of  stripping  soil  and 
wheeling  for  different  conditions.  The  values  are  taken  from  the 
authors'  notes  on  earthwork  and  represent  averages  made  up  from 
a  large  number  of  jobs.  The  following  example  illustrates  the  use  of 
the  table  with  the  formula  above. 

Example  1:  Stripping  scil.  What  is  the  cost  per  cubic  yard  of  rock 
of  stripping  medium  gravel  from  the  top  of  ledge  and  wheeling  in 
wheelbarrow  a  distance  of  250  feet,  when  the  depth  of  the  soil  is  3  feet 
and  the  total  depth  of  rock  to  be  excavated  is  35  feet? 

Solution:  In  formula  (1)  substitute  the  given  values  of  h,  d,  and  / 
and  take  those  for  s  and  w  from  Table  41.  For  medium  gravel  loaded 
from  level  ground,  the  cost  of  loosening,  loading,  etc.,  is  s  =  $0,220. 
The  cost  of  wheeling  this  earth  in  wheelbarrows  a  distance  of  250 
feet  is  2.5  w  =  2.5  X  $0,056  =  $0,140.  Then  c  =  ■&  ($0,220  +  $0,140) 
=  $0,031  per  cubic  yard  of  rock.  The  same  result  would  be  obtained 
for  a  depth  of  6  feet  of  gravel  overlying  a  ledge  to  be  excavated 
to  a  depth  of  70  feet. 

Explosives.  The  subject  of  explosives  has  been  treated  already 
under  a  separate  heading/  (See  p.  180).  The  unit  values  in  the  table 
are  based  upon  the  records  of  the  General  Crushed  Stone  Company 
after  having  been  checked  by  comparison  with  a  number  of  other 
actual  jobs. 

Caps,  Fuse,  etc.  The  costs  of  these  are  also  based  on  the  itemized 
records  of  the  General  Crushed  Stone  Company.     (See  p.  181). 

Coal.  The  cost  of  coal  for  running  the  plant,  when  purchased  at 
the  price  of  $4.00  per  ton  delivered  on  the  job,  averages  $2.30  per  day 
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per  drill.  This  cost  per  day  per  drill  has  been  accepted  as  constant 
for  all  kinds  of  rock.  With  this  assumption,  the  cost  per  unit  of  weight 
or  volume  is  therefore  inversely  proportional  to  the  total  number  of 
yards  excavated  per  drill  per  day. 

When  the  price  of  coal  differs  from  $4.00  per  ton,  the  cost  of  coal 
per  cubic  yard  of  stone  or  per  ton  of  course  changes  proportionally. 
Correction  of  the  average  value  thus  may  be  made  readily.  (See  Ex- 
ample 4,  p.  204). 

Oil  and  Waste.  The  cost  of  these  materials  is  based  on  average 
records  which  were  found  to  be  $0,029  per  hour  per  drill.  Oil  alone  is 
sometimes  figured  at  one  quart  per  drill  per  day. 

Repairs.  The  cost  of  actual  repairs  is  a  variable  item  but,  when 
depreciation  is  taken  as  a  separate  item,  is  comparatively  small  and 
may  be  taken  at  the  average  figure  given  without  appreciable  error. 

Depreciation  and  Interest.  The  amount  to  charge  to  the  excavation 
for  interest  and  depreciation  must  be  based  on  the  first  cost  of  the 
plant,  its  life,  and  the  number  of  working  days  it  is  operated  in  a  year. 

The  cost  of  machinery  varies  from  year  to  year  and  the  freight 
charges  also  differ  for  different  localities,  but  an  approximate  average 
value  of  plant  per  drill  may  be  taken  as  follows: 

Assume  cost  of  plant  per  drill $1000 .  00 

Assume  depreciation  at  25%  per  year $250.00 

Interest  on  first  cost  6% 60.00 

Total  depreciation  and  interest  per  year $310 .  00 

Assume  number  of  working  days  in  a  year  150. 

310 
On  this  basis,  charge  per  day  is  — -  =  $2.07 

150 

The  depreciation  of  excavating  plants  will  vary  with  the  character 
of  the  rock,  which  affects  the  wear  and  tear  on  the  drills,  and  will  also 
vary  with  the  different  parts  of  the  machinery,  some  parts  requiring 
replacement  every  year,  while  some  of  the  stationary  machinery  in  a 
fixed  plant  may  last  as  long  as  10  years. 

The  percentage  given,  therefore,  is  an  approximation,  as  is  also  the 
cost  of  the  plant  itself,  and  may  be  changed  to  suit  local  conditions. 
If  deemed  desirable,  the  depreciation  can  be  figured  independently 
for  different  parts  of  the  machinery.  It  is  not  strictly  correct  to  figure 
the  interest  for  the  entire  period  on  the  first  cost  with  no  allowance 
for  depreciation,  but  the  error  involved  is  slight,   gitized  b 
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Labor  Costs.  The  base  cost  of  labor  per  drill  per  day  may  be 
taken  as  follows: 

One  drill  man $3.00 

One  drill  helper 2.00 

J  fireman  @  $2.50 1.25 

i  blacksmith  @  $3.00 75 

I  blacksmith  helper  @  $2.00 50 

J  foreman  @  $4.00.. 1.00 

Total  wages  per  day  per  drill $8 .  50 

Add  15%  for  superintendence,  overhead  charges'  and  contingencies .       1 .  28 

Total  cost  per  drill  per  day $9 .  78 

This  does  not  include  the  expense  of  the  home  office  or  profit. 

The  cost  of  labor  in  Table  39,  page  208,  is  made  up  in  this  way.  The 
wages  are  selected  to  represent  average  rates  and  the  arrangement 
of  workmen,  average  conditions.  For  any  other  assumptions,  however, 
either  in  rates  of  labor  or  composition  of  gangs,  the  cost  may  be 
readily  changed  and  the  values  in  the  table  adjusted  accordingly. 
The  method  of  procedure  in  such  a  case  is  clearly  shown  in  Example 
4,  page  204. 

If  preferred,  instead  of  charging  a  portion  of  the  foreman's  wages  to 
each  drill  gang,  his  cost  might  have  been  taken  as  a  percentage  as  in 
concrete  mixing,  page  287. 

From  comparison  of  the  unit  cost  of  excavation  by  day-work 
and  by  task-work  or  piece-work,  it  is  evident  that,  because  of  the  greater 
output  per  day  in  task- work  or  piece-work,  all  the -items  are  smaller 
than  in  day-work,  except  the  costs  of  rock  and  explosives,  which  are 
independent  of  the  rapidity  of  the  work.  It  is  also  evident  that, 
although  in  piece-work  the  cost  of  labor  per  cubic. yard  to  the  owners 
or  contractors  is  smaller  than  in  day-work,  the  laborers  earn  more 
per  day  than  in  day-work.  (See  p.  180).  The  advantage  of  the  task- 
work or  piece-work  over  the  day-work  to  the  owner  or  contractor  is 
(1)  the  smaller  unit  cost  of  labor;  (2)  the  larger  output,  thus  reducing 
cost  of  the  plant  and  of  the  running  expenses  per  cubic  yard ;  and  (3) 
the  more  rapid  progress,  an  item  often  of  great  importance,  especially 
in  concrete  work. 

The  piece-work  rates  of  labor  in  Table  39  are  based  on  actual  costs 
covering  a  period  of  several  years. 

Overhead  Charges  and  Contingencies.  In  unit  costs  of  each  item 
in  Table  39,  15%  is  included  for  overhead  plant  charges  and  contin- 
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gencies.  To  these  costs  should  also  be  added  a  percentage  for  profit 
and  home  office  expense.  In  day-work  by  the  city,  profit  is  not  likely 
to  be  included  in  an  estimate,  but,  on  the  other  hand,  the  labor  ex- 
pense almost  invariably  is  much  more  than  in  contract  work,  and  the 
plant  charge  is  apt  to  be  higher  because  in  operation  fewer  days  per 
year.  These  more  than  balance  any  computed  profit,  so  that  for  city 
work  by  the  day,  from  10%  to  50%  should  be  added  to  the  final 
figures  given. 

Division  of  Table  39.  Table  39  is  divided  in  groups  for  different 
kinds  of  rock,  each  group  vbeing  sub-divided  into  two  parts,  (a)  and 
(b),for  convenience  in  adjusting  the  table  to  local  conditions.  Group 
(a)  consists  of  items,  such  as  cost  of  stone,  which  are  constant  per  unit 
measure  of  stone,  that  is,  independent  of  the  output.  The  items  in 
group  (b),  such  as  cost  of  labor,  on  the  other  hand,  are  constant  per 
day  per  drill,  so  the  cost  per  unit  of  weight  and  per  volume  of  rock 
changes  proportionally  with  the  output.  The  unit  costs,  as  well  as 
totals,  are  given  per  day  per  drill,  and  also  per  ton,  per  cubic  yard  of 
solid  stone,  and  per  cubic  yard  of  stone  measured  loose.  The  relation 
of  these  different  measures  to  each  other  are  shown  in  Table  42,  page 
211.  Note  the  difference  in  cost  of  work  by  day-work  and  piece-work 
methods. 

TABLE  OF  RATES   OF  DRILLING  AND   OUTPUT  IN 
DIFFERENT  ROCK 

The  character  pi  different  rocks,  even  of  the  same  kind,  varies  so 
widely,  not  only  in  hardness  but  in  seaminess  and  in  stratification,  that 
any  figures  for  rate  of  drilling  or  output  are  simply  of  an  approximate 
nature;  nevertheless,  estimates  must  be  made  even  where  the  work  is 
of  an  indefinite  character  and  it  is  advisable,  therefore, in  the  opinion  of 
the  authors,  to  present  approximate  averages  even  where  the  varia- 
tions due  to  local  conditions  are  large.  The  engineer  or  contractor 
who  is  inexperienced  in  this  class  of  work  should  use  caution  in  apply- 
ing values  to  such  work  without  consulting  practical  men  who  are  fa- 
miliar with  it. 

Table  40,  page  210,  gives  rates  of  drilling  per  hour  based  on  ordinary 
conditions  in  the  rocks  specified,  both  for  day-work  and  for  work 
carried  on  by  the  piece  or  by  the  task.  (See  p.  178).  "  Day-work" 
applies  to  work  done  by  contract  where  the  men  are  paid  by  the  hour 
or  the  day,  or  where  conditions  correspond  to  this.    In  work  done  by  a 
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city  by  day  laborers,  the  output  is  usually  much  lower  than  the  aver- 
age. The  average  output  per  hour  is  based  on  the  quantity  of  rock 
assumed  to  be  blown  out  per  foot  of  hole  drilled,  as  given  in  columns 
(14)  to  (19). 

The  quantities  and  outputs  are  given  in  terms  of  per  ton  of  2000 
pounds;  per  cubic  yard  of  rock  measured  in  the  ledge;  and  per  cubic 
yard  of  crushed  stone.  These  various  units  are  compared  in  Table  42, 
page  211. 

The  spacing  of  drill  holes  calls  for  mature  judgment  and  experience, 
and  must  be  governed  by  the  depth  of  drilling,  the  toughness  of  the 
rock,  and  the  size  to  which  it  is  desired  to  break  the  rock.  Block 
holing  and  sledging  are  expensive,  so  that  for  a  small  crusher  it  is 
advisable  to  space  the  original  holes  quite  close  together  and  use 
plenty  of  explosives  so  as  to  break  up  the  rock  into  small  pieces. 
With  this  in  view,  columns  (7)  and  (8)  are  given,  suggesting  spacing 
for  rock  of  different  quality.  With  a  larger  spacing  of  holes,  the 
quantity  of  rock  per  foot  of  hole  will  be  considerably  greater  and  the 
output  per  drill  also  greater,  but  because  of  the  extra  work  required 
in  block  holing  and  sledging,  the  final  cost  may  not  be  reduced  to  any 
great  extent. 

The  table  illustrates  very  clearly  the  advantages  of  introducing 
task-work  or  piece-work.  Many  instances  may  be  cited  in  rock 
excavation  where  this  has  proved  very  effective.  A  very  good  example 
of  work  done  under  the  bonus  system  is  shown  in  the  construction  of  the 
Los  Angeles  Aqueduct  and  described  on  page  224.  In  the  comparison 
in  the  table,  the  increase  in  output  per  drill  is  nearly  100%.  The  cost 
will  not  be  reduced  in  corresponding  proportion  because  the  men  at 
work  by  the  piece  or  the  task  must  receive  higher  pay  per  day  and 
because  some  of  the  items  do  not  vary  directly  with  the  output. 
More  clerical  labor  is  required  also  to  plan  out  the  tasks,  although  this 
is  far  overbalanced  by  the  results  of  more  systematic  methods. 

TABLE    FOR    CONVERTING    WEIGHTS    TO    VOLUMES 

Table  42,  page  211,  gives  figures  which  may  be  used  for  changing 
the  weight  of  rock  into  terms  of  per  cubic  yard  measured  solid  in  the 
ledge  or  measured  crushed  with  45%  voids.  These  conversion  values 
are  based  on  the  specific  gravities,  which  are  approximate  averages  for 
the  different  rocK.  The  range  is  great  enough  so  that  values  for  rocks 
of  other  specific  gravities  may  be  interpolated. 
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STONE  CRUSHING 


Only  average  costs  are  given  in  Table  43  of  Cost  of  Stone  Crushing, 
page  212.  The  differences  in  the  character  of  the  -rock,  the  speed 
with  which  it  can  be  crushed,  the  size  of  the  broken  stone,  and  of 
not  less  importance,  the  organization  of  the  gang,  will  vary  the  output 
of  the  crusher  and  the  cost  of  the  crushed  stone  to  a  very  large  extent. 
In  city  work,  for  example,  especially  in  plants  to  which  laborers  have 
been  transferred  because  unable  to  work  where  their  failings  will  be 
readily  noticed  by  the  public,  the  cost  may  run  double  or  even  three 
times  as  great  as  the  corresponding  values  in  the  table.  On  the  other 
hand,  with  a  large  plant  and  first-class  organization,  especially  if 
task-work  is  introduced,  the  costs  may  be  as  much  as  one-third  below 
those  given  in  the  tables.  In  correcting  for  better  organized  work, 
care  must  be  used  to  select  just  the  right  items.  For  example,  if  the 
output  of  the  crusher  is  larger  than  scheduled,  this  may  not  neces- 
sarily reduce  the  cost  of  the  sledging,  loading,  or  hauling  of  the  stone 
to  the  crusher,  because  a  larger  gang  will  be  required  for  the  extra 
product.  However,  where  the  output  is  increased  in  one  part  of  the 
gang,  the  general  speed  of  all  the  men  is  apt  to  be  increased  so  as  to 
slightly  reduce  the  cost  in  all  departments.  If  task-work  is  introduced, 
the  entire  gang  will  be  encouraged  to  work  at  higher  speed, provided 
they  are  allowed  a  sufficient  increase  in  earnings. 

The  crushing  tables  may  be  used  (1)  for  working  estimates  where  the 
exact  local  conditions  are  unknown  and  therefore  average  values 
must  be  used;  (2)  for  exact  estimates  where  the  local  characteristics 
are  so  clearly  defined  that  the  items  in  the  tables  may  be  specially 
selected  and,  if  necessary,  corrected  so  that  they  will  accurately  apply 
to  the  case  at  hand;  (3)  for  economical  layout  of  the  gang  and  the 
plant;  and  (4)  for  the  fixing  of  piece-rates  or  tasks. 

STONE  CRUSHING  PLANT 

The  type  of  crusher  plant  which  it  may  be  economical  to  select  for 
crushing  stone  for  concrete  may  range  from  a  portable  jaw  crusher 
with  engine  located  on  the  edge  of  a  bank  so  that  the  product  falls 
by  gravity  into  a  pile  to  be  used  immediately,  up  to  a  crusher  of  large 
capacity  provided  with  automatic  charging  arrangements,  elevators, 
screens,  and  bins. 

In  the  design  of  the  plant,  greatest  economy  will  be  attained  when 
the  sum  of  the  running  expenses  per  cubic  yard  or  per  ton  of  rock 
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and  the  portion  of  the  first  cost,  interest,  and  depreciation  which  must 
be  charged  to  every  cubic  yard  or  ton  of  rock,  is  a  minimum. 

Stone  crushers  are  of  two  general  types — jaw  crushers  and  gyratory 
crushers.  A  typical  jaw  crusher  is  shown  in  cross-section  in  Fig.  15, 
and  a  gyratory  crusher  in  Fig.  16,  page  190. 

The  size  of  a  jaw  crusher  is  designated  by  the  opening  into  which  the 
stone  is  introduced,  thus  a  9  X  15-inch  crusher  has  jaws  15  inches  in 
width  with  a  9-inch  space  between  the  two  jaws  at  the  top.    A  duplex 


1  Main  Frame 
3  Round  Back 

3  Fixed  Jaw  Plate 

4  Swing  Jaw  Plate 

5  Swing  Jaw 

6  Pitman 

7  Toggle  Block 

8  Wedge 

9  Eccentric  Shaft 
10  Swing  Jaw  Shaft 


NAME  AND  NUMBER  OF  PARTS 

11  Upper  Half  Cheek  Plate      21  Balance  Wheel 

12  Lower  Half  Cheek  Plate 

13  Bolt  for  Cheek  Plate 


14  Toggle 

15  Toggle  Bearing 

16  Bolt  for  Wedge 

17  Bolt  for  Toggle  Block 

18  Cover  for  Main  Bearing 

19  Cover  for  Swing  Jaw  Shaft  28  Shackle  Pin 

20  Orease  Cup  29  Spring  Rod  Shackle 

Fig.  15.    Jaw  Crusher  (See  p.  189) 


22  Bolt  for  Swing  Jaw  Shaft 
Cover 

23  Boh  for  Main  Bearing 

24  Pulley 

25  Orease  Box  Cover 

26  Boh  and  Thumb  Screw 

27  Boh  for  Swing  Jaw  Plate 


30  Spring  Rod 

31  Spring  Bar 

32  Washer 

33  Washer 

34  Hand  Wheel 

35  Thumb  Nut 

36  Rubber  Spring 

37  Boh  for  Pulley 

38  Orease  Box  Cover  on 

Main  Bearing 


crusher  has  two  pairs  of  jaws  operated  by  the  same  shaft  but  working 
alternately  by  means  of  different  eccentrics.  Single  jaw  crushers 
range  in  size  from  \\  by  3  inches  to  24  by  36  inches  and  even  larger. 
The  most  common  sizes  for  a  small  temporary  plant  for  furnishing 
stone  for  concrete  are  10  by  20-inch  and  9  by  15-inch.  A  9  by  15- 
inch  crusher  cannot  be  depended  upon  to  furnish  stone  for  more  than 
75  cubic  yards  of  concrete  per  10-hour  day. 

The  size  of  the  stone  passing  through  the  jaws,  one  of  which  is  fixed 
and  the  other  hinged  at  the  top  so  as  to  swing  back  and    forth 
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through  a  very  small  arc,  is  regulated  by  the  opening  at  the  bottom  of 
the  swing  jaw.  The  motion  is.imparted  by  the  eccentric  shaft,  which, 
in  revolving,  raises  and  lowers  the  "  pitman,"  whose  lower  end  is  con- 
nected by  toggles  with  the  lower  end  of  the  movable  jaw. 


-Lighter  Screw 
Fig.  16.    Gyratory  Crusher  (See  p.  190) 


The  gyratory  crusher  consists  essentially  of  a  cone  with  a  gyratory 
motion  set  within  an  inverted  conical  chamber  or  shell.  The  size  of 
the  crusher  is  determined  by  the  width  of  the  opening  between  the 
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top  of  the  cone  and  the  shell,  and  by  the  length  of  opening  between 
spider  arms..  Because  of  the  curve,  the  opening  will  not  take  so  large 
stone  as  its  dimensions  would  indicate.  The  gyratory  motion  of  the 
cone  shaft  is  produced  by  an  eccentric  keyed  to  its  lower  end.  As  the 
shaft  revolves,  the  cone  is  given  a  rocking  motion  which  continually 
directs  it  toward,  and  then  away  from,  different  portions  of  the  shell. 
The  size  of  the  broken  stone  is  regulated  by  raising  or  lowering  the 
cone  on  the  shaft. 

For  a  small  or  temporary  job,  a  jaw  crusher  is  usually  preferable 
because  more  readily  set  up  and  moved.  For  a  fixed  plant  of  large 
capacity,  a  gyratory  crusher  is  more  often  selected,  this  frequently 
being  used  in  combination  with  a  small  jaw  crusher  for  crushing  the 
tailings.  Sometimes  a  large  jaw  crusher,  in  size  as  large  as  42  by  60- 
inch  opening,  may  feed  the  gyratory. 

Gyratory  crushers  ordinarily  range  in  size  from  No.  0,  or  4  by  15- 
inch,  up  to  No.  8,  which  has  an  18  by  68-inch  opening.  An  opening 
18  inches  wide  will  take  about  a  12-inch  stone.  Still  larger  crushers  of 
the  rotary  as  well  as  the  jaw  type  are  also  made  for  special  jobs,  with 
which  it  is  possible  to  use  very  large  pieces  of  rock  just  as  they  are 
handled  by  the  derrick  and  thus  avoid  practically  all  of  the  hand 
breaking  which  is  necessary  with  smaller  sizes.  In  very  large  quarries, 
the  rock  after  blasting  is  excavated  by  a  steam  shovel  and  passed 
directly  to  this  large  crusher;  then  the  output  of  this  crusher  is 
crushed  to  the  size  desired  in  auxiliary  jaw  or  small  gyratory  crushers. 
This  plan  of  crushers  in  series  is  referred  to  more  in  detail  on  page  199. 

Whatever  type  of  crusher  is  selected,  it  should  be  of  a  capacity 
somewhat  in  excess  of  that  actually  required  for  the  concrete  mixture. 
In  all  classes  of  machinery,  it  is  advisable  to  make  an  allowance  below 
the  catalogue  figures,  and  this  is  especially  necessary  in  crushing 
machinery,  because  it  is  apt  to  require  repairs  that  will  necessitate  a 
shutdown  and  the  storage  of  stone. 

The  gyratory  crusher  is  ordinarily  provided  with  chilled  iron  wear- 
ing surfaces.  With  a  very  hard  rock  this  will  not  stand,  and  a  head  of 
manganese  steel  should  be  substituted.  For  a  very  hard  rock,  also, 
an  extra  large  shaft  of  nickel  steel  should  be  used  in  place  of  the  stand- 
ard shaft.  Extra  fittings  should  be  kept  always  on  hand  in  case  of 
breakdown.  Even  short  delays  are  expensive,  since  plant  costs,  and 
often  labor  costs,  go  on  just  the  same  even  if  there  is  no  output.  The 
less  time  required  for  repairs  or  for  replacing  defective  parts,  the  less 
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CRUSHER    SCREENS    AND    BINS 

Rotating  screens  for  broken  stone  are  usually  made  in  sections, 
varying  in  length  from  3  to  5  feet,  so  that  they  can  be  bolted  together 
and  give  as  many  divisions  of  size  as  are  required.  The  cylinders 
vary  in  diameter  from  24  inches  up  to  60  inches.  The  mesh  of  a  ro- 
tating screen  must  be  about  25%  smaller  in  diameter  than  the  re- 
quired size  for  the  stone,  since  there  is  more  or  less  wear  on  the  screen 
that  enlarges  the  holes,  and  because  an  allowance  is  necessary  to  ex- 
clude the  oblong  pieces  whose  longest  dimension  is  above  the  limit. 
For  concrete,  unless  two  or  more  sizes  of  stone  are  mixed,  only  two 
sizes  of  mesh  are  required,  one  of  these  i-inch  to  separate  the  dust, 
and  the  other  1^,2,  or  2\  inch,  as  the  case  may  be,  to  throw  out  the 
coarse  stuff  or  tailings.  In  mass  concrete,  it  is  usually  necessary  only 
to  separate  the  dust,  which  then  may  be  used  as  sand. 

If  the  stone  must  be  elevated  from  the  crusher  to  the  stone  bins, 
the  latter  should  be  located  high  enough  to  avoid  hand  labor  in  carrying 
the  stone  to  the  mixer.  The  crushed  stone  should  fall  directly  from 
the  bins  into  the  mixer  or  hopper  or  else  into  the  vehicle  or  on  to  the 
belt  that  transports  it  to  the  mixer. 

Size  of  Stone  for  Concrete.  The  sizes  into  which  stone  for  concrete 
should  be  crushed  and  screened  depends  upon  the  character  of  the 
work  to  be  done.  In  large  mass  concrete,  such  as  dam  construction, 
pieces  may  run  up  to  3-inch  diameter  or  even  larger,  the  maximum 
size  being  governed  (1)  by  the  capability  of  the  mixer  and  conveying 
machinery  or  vehicles  to  handle  the  large  stone  without  separation 
from  the  rest  of  the  concrete  and  (2)  by  the  spacing  of  the  large  rubble 
stones  in  the  concrete.  It  is  poor  economy  in  rubble  concrete  to  use 
such  large  stones  in  the  coarse  aggregate  as  to  necessitate  excessively 
large  joints  be  ween  the  rubble  stones.  In  reinforced  concrete,  the 
maximum  size  of  stone  is  sometimes  specified  as  f-inch  or  1-inch 
while  in  larger  members  l|-inch  or  even  2-inch  stone  may  be  used. 

If  broken  stone  screenings  are  used  for  sand,  the  fixing  of  the  allow- 
able percentage  of  the  dust  is  as  important  as  the  specification  for 
maximum  size,  in  order  to  give  proper  grading  in  sizes  of  particles. 
If  natural  sand  is  available  and  does  not  cost,  delivered  on  the  job, 
more  than  50jzS  to  75ff  per  yard,  the  screenings  from  the  regular  crushers 
may  be  simply  mixed  with  the  sand,  so  as  not  to  waste  it,  and  con- 
sidered as  a  part  of  the  sand  in  measuring  the  proportions. 

If  natural  sand  is  expensive,  because  of  long  haul,  for  example,  it  is 
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frequently  economical  to  use  all  crushed  stone.  The  percentage  of 
dust,  that  is,  of  material  finer  than  a  No.  100  sieve,  that  will  be  ob- 
tained from  a  crusher  will  depend  upon  the  character  of  the  rock  and 
also  upon  the  crusher.  For  making  sand,  a  portion  of  the  stone  that 
has  passed  the  large  crushers  is  usually  run  through  rolls  that  give 
as  small  a  percentage  of  fine  as  is  possible.  In  certain  kinds  of  rock, 
even  the  rolls  give  an  excess  of  dust,  and  it  is  then  possible  to  screen  out 
some  of  this  by  vibrating  screens.  In  certain  classes  of  work,  such  as 
heavy  dam  construction,  a  large  percentage  of  dust  is  beneficial  be- 
cause it  permits  a  leaner  mixture,  the  dust  acting  with  the  cement  to 
increase  the  density  and  make  the  mass  more  watertight.  To  ob- 
tain a  large  percentage  of  dust,  ring  rolls  may  be  used.  In  one  case, 
for  example,  after  thorough  tests  and  the  selection  of  special  crushers, 
Mr.  Thompson  recommended  for  dam  construction  as  lean  a  mixture 
as  one  part  cement  to  4^  rjarts  screenings — of  which  slightly  over 
20%  passed  a  No.  100  sieve — to  6^  parts  coarser  stone  above  J-irich 
size. 

OUTPUT  OF  CRUSHERS 

The  capacity  of  any  crusher,  that  is,  the  quantity  of  broken  stone 
that  it  will  turn  out  per  hour  or  per  day,  is  dependent  not  only  upon 
the  size  of  the  crusher,  but  upon  the  hardness  and  texture  of  the  stone 
and  the  sizes  of  the  largest  particles  of  stone  which  pass  through  it. 

The  difference  in  quality  of  the  stone  makes  the  output  of  any 
crusher  variable,  and  renders  it  impossible  to  present  accurate  values 
for  the  product.  To  indicate  in  a  general  way  the  relative  output 
of  different  sizes  and  types,  Table  44,  page  214,  of  catalogue  capaci- 
ties is  given. 

As  already  stated,  the  size  of  the  crusher  should  be  always  in  excess 
of  that  actually  required  for  the  concrete  as  shown  by  catalogue 
outputs,  not  only  because  machinery  catalogues  in  general  are  likely 
to  err  on  the  side  of  too  great  an  output,  but  also  because  allowance 
must  be  made  in  practice  for  unavoidable  delays  which  are  bound 
to  occur  through  breakdowns  or  other  stoppages  of  the  machinery  or 
bad  weather,  so  that  continuous  feeding  at  a  normal  rate  of  output 
cannot  be  counted  upon. 

For  example,  the  output  of  a  9  by  15-inch  jaw  crusher  set  for  2- 
inch  stone,  with  a  small  percentage  of  tailings,  based  on  actual  records 
obtained  by  the  authors  from  a  number  of  jobs,  averages  about  65 
cubic  yards  or,  say,  78  tons  in  10  hours,  with  correspondingly  smaller 
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output  for  an  8-hour  or  a  9-hour  day.  This  estimate  allows  for  un- 
avoidable delays  and  occasional  short  shut-downs  occurring  throughout 
the  day,  that  is,  it  may  be  taken  as  the  average  output  per  day  during  a 
week's  run.  Comparing  Table  38,  made  up  in  this  way,  with  Table  44, 
we  find  the  nominal  capacities  much  less  than  those  given  in  the  cata- 
logues.    While  for  soft  rock,  easily  crushed,  such  a  crusher   will 


TABLE  38. 


APPROXIMATE  AVERAGE  OUTPUTS  OF  STONE 
CRUSHERS  IN  HARD  ROCK 

(See  p.  194) 


Output  Per  Hour 

Size  of  Crusher 

TONS 

(2000  lb.) 

CUBIC  YARDS 
SOLID 

CUBIC  YARDS 
LOOSE* 

2\  inch 
stone 

1J  Inch 
stone 

2i  inch 
stone 

U  inch 
stone 

2i Inch 
stone 

1J  inch 
stone 

Jaw  9  X  15-inch  — 
Jaw  10  X  20-inch.... 

Gyratory  No.  3 

Gyratory  No.  4 

Gyratory  No.  5 

Gyratory  No.  6 

9.0 
15.0 

10.0 
17.5 
25.0 
30.0 

6.0 
10.0 

6.5 
12.0 
17.0 
20.0 

3.8 
6.3 

4.2 

7.4 
10.6 
12.7 

2.6 
4.2 

2.8 
5.1 

7.2 
8.5 

7.0 
11.6 

7.7 
13.5 
19.3 
23.2 

4.6 

7.7 

5.0 

9.3 

13.1 

15.4 

*  Assuming  45%  voids. 

Note  :— The  output  will  increase  as  the  rock  becomes  softer. 

undoubtedly  come  up  to  the  nominal  capacity,  it  is  always  wise,  as  in 
purchasing  machinery  of  all  kinds,  to  make  a  liberal  allowance  for  con- 
tingencies. This  is  specially  necessary  in  crushing  stone  for  concrete, 
because, if  the  supply  of  stone  falls  short,  the  concrete  gang  must  work 
on  short  time  and  the  construction  be  correspondingly  delayed. 

MECHANICAL  ANALYSES  OF  CRUSHER  PRODUCTS 

In  the  diagram,  Fig.  17,  curves  are  shown,  based  in  part  on  tests 
made  by  crusher  manufacturers  and  in  part  on  tests  of  the  authors', 
giving  the  gradation  of  sizes  of  grains  of  the  material  passing  through 
crushers  set  to  different  sizes. 

To  reduce  the  percentage  of  fines,  a  crusher  is  usually  set  sa  that 
15%  of  its  product  is  larger  than  the  desired  size.  The  horizontal  line 
at  85%  corresponds,  therefore,  to  the  desired  size  of  stone.  To  find 
from  the  curve  how  much  1-inch  stone,  for  example,  there  is  in  the 
product  of  a  crusher  set  for  a  2^-inch  output,  follow  the  diagonal  line 
which  crosses  the  85%  line  at  2^-inch  diameter  back  to  the  1-inch 
diameter  and  we  find  29%. 
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TABLE  OF  CRUSHER  OUTPUTS  AND  COST  OF  STONE 
CRUSHING  (See  p.  212) 

Table  43,  page  212,  is  made  up  from  data  averaged  from  a  number  of 
jobs  and  is  based  on  definitely  stated  assumptions  of  wages  and  unit 
costs.  The  individual  items  in  the  cost  table  are  taken  up  in  detail 
in  the  text  under  separate  headings  so  as  to  show  clearly  how  to  vary 
the  unit  costs  to  satisfy  local  conditions.  It  must  be  noted  that  Table 
43  does  not  include  the  cost  of  the  drilling  or  blasting  of  the  rock, 
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DIAMETERS  OF  ROUND  PERFORATIONS  IN  SCREEN  IN  INCHES 

Fig.  17.    Percentage  of  Sizes  of  Crushed  Stone  Produced  by  Ordinary  Crushers 
(See  p.  194) 

which  is  presented  in  Table  39  and  described  on  the  preceding  pages. 
It  is  assumed  that  the  rock  in  blasting  is  blown  out  in  comparatively 
small  pieces,  which  require,  however,  some  breaking  with  hand 
sledges  or  by  holes  drilled  with  hand  drills  and  blown  with  small 
charges  of  explosives.  The  use  of  the  tables  for  other  conditions  than 
those  assumed  in  figuring  are  illustrated  in  the  examples,  pages  204 
to  207.  It  will  be  noted  that  the  tables  give  the  cost  per  day  of 
10  hours  for  the  plant  and  the  gang.  This  length  of  day  is  selected 
simply  for  convenience  in  computation,  although  a  crushing  plant 
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is  more  apt  to  work  8  or  9  hours  per  day.  The  prices  are  readily 
altered  to  correspond  to  other  lengths  of  day.  The  columns  which 
follow  these  give  the  costs  for  both  2^-inch  and  l^-inch  stone  in  terms 
of  per  ton  of  2000  pounds  and  per  cubic  yard  of  solid  rock,  and  per 
cubic  yard  of  loose  crushed  stone.  These  three  sets  of  columns  are 
independent  of  the  length  of  the.  day. 

Sledging.  The  time  required  to  break  the  rock  small  enough  to  gc 
into  the  crusher  is  an  extremely  variable  item.  Not  only  is  it  depend- 
ent upon  the  size  of  the  blasted  stones  and  the  size  of  the  openings 
in  the  crusher,  but  the  hardness  of  the  rock  enters  largely  into  the 
question,  and  to  a  very  great  extent  also  the  management  of  the  gang. 
Sledging  stone  is  an  operation  giving  a  chance  for  "soldiering," 
that  is,  systematic  loafing,  and  while  the  average  work  of  a  man  pre- 
paring stone  for  a  9  by  15-inch  jaw  crusher  is  considered  as  18  cubic 
yards  in  9  hours,  that  is,  2  yards  per  hour,  records  made  by  the  authors 
on  city  work  have  sometimes  shown  as  small  an  output  as  If  yards 
in  9  hours,  so  that  in  such  cases  the  cost  of  sledging  is  10  times  as  much 
as  given  in  the  table.  On  the  other  hand,  with  tasks  properly  laid  out 
so  that  the  men  work  independently  of  each  other  and  receive  a  high 
reward  for  large  output,  the  tabular  quantities  will  be  largely  exceeded. 
As  the  size  of  the  crusher  increases,  the  cost  of  sledging  decreases 
rapidly.  A  softer  rock  may  reduce  the  cost  considerably  below  the 
values  given  in  Table  43.  As  stated  above,  the  cost  of  sledging  for  a 
9  by  15-inch  crusher  is  based  on  2  cubic  yards  of  stone  (measured  after 
crushing)  per  man  per  hour.  This  is  equivalent  to  30  minutes  per  man 
per  cubic  yard  of  stone  measured  after  crushing.  In  figuring  the  cost, 
the  price  of  labor  is  assumed  at  20j£  per  hour  and  15%  is  added  for 
general  superintendence,  overhead  charges,  and  contingencies. 

In  large  plants,  larger  crushers  are  used  and  the  cost  of  sledging 
consequently  is  reduced.  In  some  cases,  as  already  stated,  the  crushers 
may  be  large  enough  to  receive  stone  of  derrick  size. 

Loading  and  Hauling  Rock.  The  loading  and  hauling  items  in  the 
table  are  based  on  hauling  by  carts,  and  represent  the  average  from 
a  number  of  jobs  based  on  a  labor  cost  of  20j£  per  hour,  with  a  single 
cart  and  horse  at  20ff  and  a  double  cart  at  40j£  per  hour,  a  teamster 
being  added  at  the  rate  of  20<zf ;  making  the  total  cost  of  single  cart  and 
teamster  40j£  and  of  double  cart  and  teamster  60^f.  The  distance  from 
ledge  to  crusher  is  assumed  to  be  about  200  feet  and  for  longer  hauls 
than  this  1  fjzi  per  cubic  yard  may  be  added  for  each  additional  100- 
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foot  haul.  The  costs  are  based  on  a  cart  or  car  holding  about  33^  cubic 
feet.  If  larger  vehicles  are  used,  the  cost  of  loading  will  remain  approxi- 
mately the  same,  but  the  cost  of  hauling  will  be  reduced  in  inverse 
proportion  to  the  capacity. 

For  small  quarries,  either  single  or  double  carts  drawn  by  horses  are 
commonly  used,  while  in  large  quarries,  cars  running  on  track  are  more 
economical.  These  cars  may  be  run  by  gravity  to  the  foot  of  an  incline, 
and  then  hauled  up  to  the  crusher  by  the  engine  that  runs  the  crusher. 
The  track,  just  as  it  reaches  the  crusher,  turns  up  on  an  angle  of  45°,  so 
that  the  stone  falls  into  the  crusher  by  gravity  through  the  unlatching 
of  the  swinging  door  which  forms  the  end  of  the  car.  With  such  an 
arrangement,  the  haul  is  apt  to  be  longer,  but  the  cost  for  the  same 
distance  is  less  and  the  values  in  the  table  apply  in  such  cases  to  a 
haul  of  about  500  feet. 

Fuel,  Oil,  and  Waste.  The  cost  of  fuel,  oil,  and  waste  is  based  on 
coal  delivered  on  the  job  at  $4.00  per  ton  and  incidentals  determined 
from  actual  costs  on  different  jobs. 

Repairs.  The  cost  of  repairs  is  a  variable  item,  which  in  a  crushing 
plant  amounts  to  an  appreciable  percentage  of  the  total  cost.  As 
in  other  cases,  the  costs  given  are  obtained  by  averaging  costs  on 
various  jobs. 

In  certain  cases  where  the  rock  is  very  hard  to  crush,  the  cost  for 
repairs,  or  rather  for  renewals  of  the  parts,  may  be  higher  than  is 
given  in  the  table.  The  bearings  of  a  gyratory  crusher  may  have  to  be 
rebabbitted  very  frequently  and  large  quantities  of  oil  may  have  to 
be  used.  In  such  cases,  special  estimates  should  be  made  and  the 
crushers  should  be  particularly  adapted  to  the  character  of  the 
stone. 

Depreciation  and  Interest.  For  a  small  crusher,  such  as  a  10  by 
20-inch  jaw  crusher  or  a  No.  4  gyratory,  with  an  average  daily  capac- 
ity of  150  tons,  the  initial  cost,  including  bins  and  elevators,  may  be 
taken,  in  round  numbers,  at  $2500.  In  printed  statements  of  costs  of 
crushed  stone,  the  interest  and  depreciation  upon  the  plant  frequently 
are  omitted  altogether,  so  that  the  costs  as  given  are  lower  than  the 
true  figures.  At  least  20%  depreciation  per  year  must  be  counted  on 
for  the  entire  plant  in  addition  to  the  interest  on  the  first  cost  of 
the  machinery.  The  charge  per  day,  assuming  that  the  crushing 
plant  for  preparing  stone  for  concrete  is  in  operation  150  days  in  the 
year,  may  be  made  up  as  follows: 
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Assume  cost  of  crusher  and  plant $2500.00 

Assume  depreciation  at  20%  per  year $500.00 

Interest  on  first  cost  @  6% ....     150.00 

Total  depreciation  and  interest  per  year $650.00 

650 
On  this  basis,  charge  per  day  is  — -  =  $4.33 

150 

The  depreciation  of  20%  per  year  may  appear  somewhat  large,  but 
in  view  of  renewal  of  parts  that  may  be  required  and  alteration  in 
plant,  a  large  value  is  best  to  use. 

For  crushers  of  the  other  sizes,  the  depreciation  and  interest  on 
plant  is  estimated  in  a  similar  way,  basing  them  on  the  respective 
initial  cost. 

Labor  at  Crusher.  The  number  of  men  required  to  run  a  crusher  is 
substantially  the  same,  regardless  of  the  size  of  the  crusher.  For 
the  smallest  size,  at  least  two  men  are  required  for  feeding,  and  as  the 
capacity  increases,  it  is  necessary,  in  order  to  feed  fast  enough,  to 
arrange  automatic  dumping  from  a  hopper  or  car,  so  that  the  same 
two  men  can  handle  the  work.  In  a  large  plant  it  will  be  economical 
to  employ  also  a  machinist,  and  in  some  cases  a  fireman,  in  addition 
to  the  engineman  will  be  required. 

An  ordinary  gang  for  a  crusher  is  represented  in  the  following  table, 
wages  of  common  labor  being  assumed  at  $2.00  per  day  of  10  hours. 
These  wages  may  be  varied  to  suit  local  conditions  and  a  correction 
made  in  the  total  for  substitution  in  the  table.  This  is  simply  for 
the  crusher  gang  and  does  not  include  the  rock  excavation  or  the 
hauling. 

Foreman,  one-half  time,  @  $4.00 $2 .00 

Engineman    3 .00 

Two  men  feeding  crusher  @  $2.00 4.00 

One  bin  man 2.00 

One  extra  man 2.00 

Total  wages  per  day  of  10  hours $13.00 

Add  15%  for  superintendence,  overhead  charges  and  incidentals. ...     1 .95 

Total  cost  of  labor  at  crusher  per  10  hour  day $14.95 

To  this  labor  cost,  profit  and  a  proportion  of  charges  for  the  central 
office  expenses  should  be  added. 
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LARGE  CRUSHERS 

The  tables  by  no  means  cover  the  range  in  sizes  of  crushers  that  are 
in  common  use  in  large  plants.  However,  by  following  out  the  prin- 
ciples laid  down  in  the  text  and  used  in  the  compilation  of  the  tables, 
it  will  be  comparatively  easy  for  the  estimator  to  adapt  the  costs  given 
to  plants  of  different  size  and  capacity  from  those  scheduled. 

When  large  crushers  are  used,  they  are  generally  set  so  as  to  give 
a  product  so  coarse  that  it  requires  re-crushing  in  smaller  machines. 
That  is,  the  crushers  are  placed  in  series. 

CRUSHERS  IN  SERIES 

In  a  large  plant,  as  has  been  indicated  already,  it  is  economical  to 
install  two  or  more  crushers,  the  first  to  take  the  stone  as  it  comes 
from  the  blast  or  from  the  stone  breakers  and  crush  it  into  large  pieces; 
this  to  be  followed  by  one  or  more  smaller  machines  which  re-crush  all 
the  stones  that  are  caught  on  a  screen  of  the  required  size.  Because 
of  the  large  size  of  the  product  of  the  first  crusher,  its  capacity  is  much 
greater  than  if  it  reduced  the  stone  to  the  final  size  required  for  the 
concrete  aggregate. 

A  large  crushing  plant  in  the  vicinity  of  Boston  uses  a  34  by  42- 
inch  jaw  crusher  for  the  stone  just  as  it  comes  from  the  quarry.  This 
quarried  stone,  which  varies  in  size  up  to  cubic  yard  pieces,  is  loaded  by 
a  steam  shovel  into  cars  and  dumped  from  them  into  the  34  by  42-inch 
crusher.  From  this  crusher  the  stone,  which  is  8  or  9  inches  in  size,  is 
delivered  to  two  No.  6  gyratory  crushers  and  crushed  in  these  to  pass  a 
2|-inch  ring.  The  tailings  are  then  run  through  a  No.  4  or  a  No.  5 
gyratory  crusher  and  reduced  to  the  size  required.  For  very  fine 
stone,  a  No.  2  or  a  No.  3  crusher  is  used. 

The  cost  of  crushed  stone  in  a  complex  plant  where  the  crushers  are 
arranged  in  series  will  be  governed  largely  by  the  final  output  and  by 
the  initial  cost  of  the  machinery.  The  number  of  men  required  will 
not  vary  greatly  from  the  number  required  for  a  single  crusher,  because 
the  intermediate  screening  and  the  handling  of  the  material  from  one 
crusher  to  another  is  done  by  machinery.  As  a  matter  of  fact,  the 
number  of  men  required  for  an  equivalent  output  will  be  less  in  the 
larger  plant,  so  that  there  will  be  an  appreciable  saving  in  labor  cost. 
This  saving  will  be  balanced  in  part  by  the  increase  in  the  depreciation 
and  interest  charges  per  day  in  the  larger  plant.    If  the  quantity  of 
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stone  that  can  be  used  per  day  is  limited  by  the  mixing  machinery, 
and  if  the  job  is  a  short  one,  the  depreciation  and  interest  on  the  larger 
initial  cost  may  be  so  great  as  to  make  the  smaller  plant  more  econom- 
ical. These  various  factors  must  be  carefully  balanced  in  designing 
a  plant,  as  it  is  very  easy  to  lose  money  by  introducing  too  expensive 
machinery. 

It  is  evident  from  the  above  discussion  that  if  machinery  is  intro- 
duced beyond  that  covered  by  the  table,  the  cost  of  the  output  should 
be  reduced  rather  than  increased. 

By  reference  to  the  text  describing  the  makeup  of  the  table  (see 
p.  195)  it  is  possible  with  comparatively  little  computation,  pro- 
vided one  has  a  knowledge  of  the  process  of  stone  crushing,  to  alter 
certain  items  in  the  table  and  arrive  at  a  result  which  will  provide 
accurately  for  the  variables  incident  to  any  particular  job. 

COST    OF    STONE    CRUSHING    BY    CITY    LABOR 

A  careful  analysis  of  the  actual  cost  of  crushing  stone  for  macadam 
in  a  large  gyratory  crusher  was  made  by  Mr.  Albert  F.  Noyes,  City 
Engineer  of  Newton,  Mass.  His  prices  are  based  on  common  labor 
at  $1.75  per  day  of,  nine  hours,  drill  men  at  $3.00,  drill  helpers  at 
$1.75,  engineman  for  crusher  at  $2.00,  and  two  one-horse  carts  with 
driver  at  $5.00.  The  detail  costs  per  cubic  yard  of  crushed  stone  were 
as  follows: 

COST  PER  CUBIC  YARD  OF  QUARRYING  AND  CRUSHING  HARD 
GREEN  TRAP  AT  NEWTON,  MASS.* 

Labor  of  steam  drilling $0,092 

Coal,  oil,  waste,  powder,  drilling,  and  repairs  for  drilling  and  blasting. .  0 .084 

Sharpening  drills  and  tools 0 .069 

Breaking  stone  for  crusher 0 .  279 

Filling  carts  with  rough  stone 0 .  098 

Carting  stone  to  crusher 0 .  072 

Feeding  crusher 0 .  053 

Engineman  of  crusher 0 .  031 

Coal,  oil,  and  waste  for  crusher 0 .079 

Repairs     0.041 

Total  cost  per  cubic  yard  of  crushed  stone $0,898 

*  Annual  Report  of  Newton  City  Engineer  for  1891. 
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The  total  cost  of  jaw  crushing  of  conglomerate  ledge  stone  drilled 
by  hand,  Mr.  Noyes  gives  as  $1,113  per  cubic  yard;  of  crushing  trap 
cobble  stone  wheeled  to  crusher  in  barrows,  as  $0,445  per  cubic  yard; 
and  of  crushing  granite  cobble  stone  hauled  in  carts,  as  $0,372  per 
cubic  yard. 

These  costs  are  based  upon  an  output  per  hour  of  7.7  cubic  yards 
hard  green  trap,  8.9  cubic  yards  conglomerate  ledge,  11.8  cubic  yards 
trap  cobble  stone,  and  9  cubic  yards  granite  cobble  stone.*  In  esti- 
mating other  cases,  the  conditions,  as  well  as  the  wages  paid  per  day, 
must  be  taken  into  account. 

The  total  costs  are  about  one-third  higher  than  average  values  on 
ordinary  contract  work  figured  from  the  Tables  39  and  43,  pages  208 
and  212.  Some  of  the  individual  items,  however,  are  low  for  work 
done  by  city  labor  and  compare  favorably  with  the  same  work  done 
by  contract.f 

During  the  years  1905,  1906,  and  1907,  the  stripping,  quarrying, 
and  hauling  the  stone  for  crushers  operated  by  the  city  of  Boston! 
was  done  almost  entirely  by  contract.  The  cost  of  both  rock  exca- 
vation and  dirt  stripping  averaged  $0.70  per  ton.  For  one  plant, 
the  average  percentage  of  stripping  was  over  40%  of  the  total  exca- 
vation, so  that,  at  $0.70  per  ton,  the  total  cost  to  the  city  of  strip- 
ping, quarrying  and  delivering  the  stone  to  the  crusher  was  $1.17  per 
ton  of  stone.  This  illustrates  the  enormous  waste  that  is  frequently 
present  in  city  work. 

The  average  cost§  of  the  crushed  stone  produced  by  the  city  of 
Boston  at  its  own  crushers  during  the  years  1905,  1906,  and  1907, 
was  $1.98  per  ton  at  the  crushers.  On  a  five  years'  contract,  stone 
could  have  been  bought  f.o.b.  any  railroad  siding  in  Boston  for  $1.10 
to  $1.30  per  ton.  This  price  includes  freight.  The  price  at  the 
crusher  would  not  have  been  much  over  half  this,  and  checks  with 
the  values  for  day-work  in  large  plants  given  in  Tables  39  and  43. 
This  difference  in  price  again  shows  the  waste  that  often  occurs  when 
work  is  done  by  city  labor. 

*  Annual  Report  of  Newton  City  Engineer  for  1891. 

t  Cost  per  cubic  yard  of  stone  crushing  for  pavement  in  various  towns  is  given  in 
Report  Massachusetts  Highway  Commission,  1895,  p.  38,  and  further  data  in  Engineer- 
ing News,  Mar.  27, 1902,  p.  258,  and  Jan.  15, 1903,  p.  55. 

J  From  Report  of  Mr.  Samuel  Whinery,  made  to  the  Boston  Finance  Commis- 
sion, Vol.  IV,  p.  30. 

§  From  Report  of  Mr.  Samuel  Whinery,  made  to  the  Boston  Finance  Commis- 
sion, Vol.  IV*  p.  31. 
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In  order  to  demonstrate  whether  work  could  be  done  at  a  reason- 
able cost  by  day  labor,  by  the  Boston  Street  Department,  a  test-run, 
lasting  3|  months,  was  made  in  1908  at  one  of  the  city's  crushing 
plants.  The  costs  were  carefully  recorded,  and  from  the  report  made 
to  the  Boston  Finance  Commission  by  Messrs.  Metcalf  &  Eddy,  the 
following  has  been  abstracted. 

The  force,  consisting  of  48  men  picked  from  the  various  street  de- 
partment districts  and  in  some  degree  acquainted  with  rock  work,  w*as 
for  the  most  part  composed  of  young  and  vigorous  men. 

During  the  test  8953  tons  of  stone  were  crushed,  at  an  expense  to 
the  city  of  $1,075  per  ton.    The  report  states: 

These  figures  make  no  allowance  for  the  cost  of  the  quarry  to  the 
city  or  the  cost  of  administration  and  clerical  service  at  the  office,  the 
latter  of  which  is  estimated  at  $0.05  per  ton  of  output. 

This  experiment  has  been  carried  out  under  the  very  best  conditions. 
The  quarry  and  crusher  selected  were  the  most  favorable  of  any  which 
the  city  has  worked  in  the  past,  and  produced  crushed  stone  in  1905  more 
cheaply  than  any  other.  Of  the  five  crushers  operated  in  1905  the 
Chestnut  Hill  Avenue  crusher  yielded  the  smallest  output  at  a  cost  of 
$1,148.  .  .  .  The  cost  of*  producing  crushed  stone  during  the  test 
was  therefore  reduced  less  than  8  cents  below  the  cost  of  producing 
crushed  stone  at  this  crusher  during  the  year  1905. 

A  contractor  might  produce  crushed  stone  at  the  Chestnut  Hill 
Avenue  crusher  for  about  one-half  of  the  cost  of  crushed  stone  during 
the  test-run.  This,  however,  would  probably  not  include  the  contractor's 
profit  and  would  necessitate  his  having  an  abundant  market  which 
would  enable  him  to  work  the  plant  to  its  maximum  capacity. 

HANDLING  AND  TRANSPORTING  BROKEN  STONE 

Times  and  costs  of  handling  and  transporting  broken  stone  are 
given  in  the  tables  in  Chapter  X. 

DATA  ON  BROKEN  STONE 

Broken  stone  is  often  sold  by  weight  instead  of  by  the  cubic  yard, 
because  of  the  variation  in  volume  due  to  handling  or  transporting. 
A  cubic  yard  of  broken  trap  stone  may  vary  in  weight  from  2400 
to  2700  pounds.*  If  measured  after  carting  some  distance,  broken 
stone  will  weigh  about  10%  heavier  per  cubic  yard  than  at  the  crusher, 

*For  data  on  weights,  see  paper  by  William  E.  McClintock  in  Journal  Association 
Engineering  Societies,  Vol.  XI,  p.  424. 


EXCA  VA  TING  A  ND  CR  USHING  STONE  203 

because  of  the  settling.  The  authors  have  found  by  repeated  meas- 
urements that  100  pounds  per  cubic  foot  is  a  fair  average  weight  for 
screened  trap  rock  after  it  has  been  shaken  down  by  hauling,  although 
when  measured  loose  in  a  small  measure  an  average  weight  is  about 
90  pounds  per  cubic  foot.  Crusher  run,  or  other  stone  having  a  variety 
of  sizes,  is  about  10%  heavier  than  this  because  it  contains  less  voids, 
and  100  pounds  per  cubic  foot  is  a  fair  average  weight.  Stones  hav- 
ing lower  specific  gravities  than  trap  are  correspondingly  lighter  in 
weight.  Comparisons  of  weight  and  measure  are  given  in  Table  42, 
page  211. 

EXAMPLES 

To  illustrate  the  use  of  the  tables  of  both  rock  excavation  and  stone 
crushing,  a  number  of  examples  are  given.  These  might  be  extended 
indefinitely,  especially  if  larpe  plants  with  crushers  in  series  were 
illustrated  more  fully. 

EXAMPLES  OF  ROCK. EXCAVATION 

Example  2:  What  is  the  cost  per  cubic  yard  of  limestone  excavated 
under  conditions  similar  to  those  assumed  in  Tables  39  to  40,  with 
the  exception  that  the  average  day's  work  is  55  feet  instead  of  60 
feet  of  hole  per  drill? 

Solution:  With  an  output  of  1.25  cubic  yards  of  stone  per  foot  oi 
hole  (See  Table  40),  the  total  mass  of  excavated  rock  will  be  68.8 
cubic  yards  of  solid  rock.  Divide  the  total  expense  per  gang  per 
day  independent  of  the  output,  which  is  given  as  total  (b)  in  Table  39 
and  amounts  to  $15.02,  by  the  volume  of  excavated  rock,  and  obtain 
the  cost  per  cubic  yard  as  $0,218.  To  this  amount,  add  the  cost  of 
rock  in  ledge,  cost  of  stripping  of  soil  and  cost  of  explosives,  caps  and 
fuses — which,  from  the  same  table,  is  $0.176 — and  the  total  cost  per 
cubic  yard  of  solid  rock  will  be  $0,218  +  $0,176  =  $0,394,  as  against 
$0,377  given  in  the  table  for  limestone,  in  which  60  feet  of  hole  are 
drilled  per  day  per  drill. 

Example  8:  What  is  the  cost  per  ton  (2000  pounds)  of  granite 
drilled  and  blasted  by  a  contractor  whose  men  are  employed  by 
day-work  when  the  cost  of  the  plant  is  $1500  per  drill  and  runs  on  an 
average  250  days  a  year  while  the  other  items  affecting  cost  are  as- 
sumed as  in  Tables  39  and  40? 
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Solution:    Assuming  the  depreciation  of  the  plant  at  \  of  the  initial 

cost  and  the  interest  at  6%  (see  p.  184),  the  total  cost  of  plant  per 

$465 
year  will  be  $375  +  $90  =  $465,  and  — —  =  $1.86  per  working  day. 

This  value  substituted  in  Table  39,  column  (5),  for  the  item  "  Deprecia- 
tion and  interest,"  gives  a  total  cost  per  gang  per  day  of  $14.81  in- 
stead of  the  $15.02  in  the  table.  Dividing  this  cost  by  the  weight  of 
excavated  granite,  which  we  accept  in  accordance  with  the  Table  40 
as  91  tons  per  day  per  drill,  and  adding  to  this  the  total  (a)  from  the 
second  group  from  Table  39,  the  total  cost  per  ton  of  granite  will  be 

$14  81  +  $0100  =  $0,263. 
91 

Example  4:  Find  the  cost  of  excavation  per  cubic  yard  of  solid 
rock  of  slowdrilling  shale,  when  the  rate  of  drilling  per  day  per  drill 
is  70  feet  of  hole,  the  cost  of  labor  per  day,  $11.50,  and  the  cost  of  coal 
per  ton  $4.50,  other  items  being  assumed  the  same  as  in  Tables  39  and  40. 

Solution:    Assuming  an  output  of  1.5  cubic  yards  per  foot  of  hole 

(see  p.  210) ,  the  daily  output  is  70  X  1 .50  =  105  cubic  yards.   The  cost 

of  coal  per  day  per  drill  changes  in  the  ratio  of  4.5  to  4.0  and  is  $2.30 

4  5 
X  —  =  $2.59.    Adding  to  the  cost  of  labor  and  the  cost  of  coal  the 
4.0 

rest  of  the  items  from  Table  39,  the  total  will  be  $11.50  +$2.59  +$2.07 

+  $0.58  +$0.29  =  $17.03  instead  of  $15.02  in  the  table.    Dividing 

the  cost  by  the  number  of  cubic  yards  and  adding  the  total  (a)  from 

Table  39,  from  the  group  corresponding  to  this  kind  of  rock,  the  cost 

$17.03 
of  excavation  per   cubic  yard  of    shale  in  ledge  will  be  • '• f- 

$0,156  =  $0,318  against  $0,280  given  in  the  table. 


EXAMPLES    OF    CRUSHING    STONE 

Example  5:  Find  average  cost  for  crushing  to  2^-inch  size  one  cubic 
yard  of  stone  measured  in  the  ledge  when  the  cost  of  the  9  by  15-inch 
jaw  crusher  and  of  the  plant  connected  with  it  is  $3500,  the  number  of 
working  days  of  the  plant  175  per  year,  the  rate  of  interest  7%  and 
the  cost  of  repairs  $4.50  per  day,  while  the  other  items  affecting  the  cost 
are  as  assumed  in  Table  43? 

Solution:  Assuming  the  depreciation  of  the  plant  at  20%  and  the 
interest  at  7%  of   the  initial   cost,  and  proceeding  as  shown  on 
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page  197,  the  depreciation  and  interest  per  year  will  be  $700  +  $245 

=  $945.     Dividing  this  sum  by   the  assumed  number  of  working 

$945 

days  gives  the  plant  cost  per  day  as =  $5.40.     By  substituting 

175 

the  values  found  for  depreciation  and  interest  and  the  assumed  cost 
of  repairs  in  the  second  group  in  Table  43,  corresponding  to  9  by  15- 
inch  crusher,  in  sub-division  (b),  column  (5),  the  new  "Total  (b)" 
per  day  of  10  hours  will  be  $27.50.     From  the  output  of  this  crusher 

measured  in  cubic  yards  of  solid  stone,  we  have '■ — =  $0,724  per 

oo 

cubic  yard.  Adding  this  to  the  "Total  (a)"  in  column  (10),  $0,455, 
gives  $0,724  +  $0,455  =  $1,179,  as  the  required  cost  for  crushing  stone. 

Example  6:  Find  approximate  cost  of  crushing  stone  per  ton  when 
output  of  1^-inch  stone  of  a  No.  4  gyratory  crusher  is  85  cubic  yards 
of  stone  measured  crushed,  instead  of  93  as  given  in  the  table,  and 
the  cost  of  labor  is  $13.00  instead  of  $14.85. 

Solution:  The  items  in  the  group  (a)  are  independent  of  the  out- 
put, so  that  "Total  (a)"  from  column  (9)  may  be  taken  without  any 
change.  The  values  which  differ  from  those  assumed  in  the  table  are 
in  group  (b).  Substituting  in  group  (b)  the  cost  of  labor  =  $13.00 
for  $14.85,  the  "Total  (b)"  becomes  $27.89  per  day  of  10  hours.  To 
obtain  the  cost  per  ton,  divide  this  sum  by  the  output  in  tons.  From 
Table  42  we  find  that  85  cubic  yards  of  crushed  stone  (assuming  it  as 
granite)   are  equivalent  to  85  X  1.25  =  106.2  tons.     Dividing  the 

$27  89 
"Total  (b)"by  thisoutput  measured  in  tons  ^— : — =  $0,263,  and  add- 
3  *  106.2 

ing  to  it  the  "Total  (a)"  from  the  Table,  the  required  total  cost  per 

ton  will  be  $0,263  +  $0,175  =  $0,438. 

Example  7:  Find  the  cost  per  cubic  yard  of  stone  in  loose  measure- 
ment for  crushing  stone  to  1^-inch  size  by  using  a  No.  6  gyratory 
crusher  when  the  cost  of  sledging  is  $0,060  per  cubic  yard  instead 
of  $0,053,  and  the  length  of  haul  to  crusher  is  500  feet. 

Solution:  The  cost  of  hauling  200  feet  to  crusher  per  cubic  yard  of 
stone  measured  loose  is  given  in  Table  43,  column  (13),  as  $0,068.  .Since 
cost  of  hauling  is  proportional  to  the  length  of  haul,  the  cost  of  hauling 

500  feet  will  be  ^—  X  $0,068  =  $0,170.    Substitute  in  the  group  for  No. 
200 

6  gyratory  crusher  and  in  column  (13)  the  new  values  for  sledging  and 

hauling,  and  the  "Total  (a)"  will  be  $0,298  as  compared  with  $0,189 
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given  in  the  table.  Adding  the  "Total  (b)"  from  the  same  group  and 
same  column,  the  cost  of  crushing  stone  will  be  $0,298  +  $0,277  = 
$0,575  per  cubic  yard  of  1^-inch  stone  measured  loose. 

Example  8:  What  will  be  the  difference  in  cost  of  crushed  stone 
when  the  output  of  a  No.  4  gyratory  crusher  is  120  cubic  yards  of  21- 
inch  crushed  stone  measured  loose  instead  of  135  cubic  yards  while 
other  conditions  are  as  assumed  in  the  table? 

Solution:    Items  in  group  (a)  will  not  be  affected  by  the  change  in 

the  output.    All  costs  given  in   group   (b)  will   change  in  inverse 

ratio  to  the  change  in  output.    Therefore,  instead  of  changing  every 

135 
item,  we  may  multiply  "Total  (b)"  by ;  the  ratio  of  the  outputs, 

and  add  the  new  value  to  the  unchanged  "Total  (a)"  to  obtain  the 

135 

desired  "grand  total."    The  cost  per  ton  of  stone  is  thus  -^  X  $0,170 

+  $0,175  =  $0,366  instead  of  $0,345  given  in  the  table. 

Example  9:  What  will  be  the  cost  per  ton  for  crushing  stone  to 
2|-inch  size  by  a  9  X  15-inch  jaw  crusher,  when  the  cost  of  common 
labor  is  assumed  at  $1.50  per  day  of  10  hours  instead  of  at  $2.00  as 
given  in  the  table? 

Solution:  The  wages  of  the  rest  of  the  men  may  be  assumed  as 
decreased  in  the  same  proportion,  making  the  cost  of  labor  per  day 

$14.85  X  %Tm  =  SU-14-     Similarly,  to  find  the  required  cost  per 

^  $1.50 

ton  of  stone  crushed  to  2|-inch  size,  substitute  in  column  (8)  ^   * 

X  0.165  =  $0,124  for  $0,165,  thus  changing  the  "grand  total"  from 
$0,463  to  $0,422. 

Example  10:  What  is  the  approximate  average  cost  per  ton  of 
crushing  stone  in  a  large  stationary  plant  costing  about  $25000  and 
having  a  capacity  of  100  tons  per  hour,  when  the  blasted  rock  is 
loaded  by  steam  shovel  into  cars;  dumped  into  a  12  by  36-inch  jaw 
crusher,  which  reduces  the  stone  to  6-inch  cubes;  taken  by  belt  con- 
veyor to  two  No.  6  gyratory  crushers  and  crushed  to  2|-inch  size  and 
under,  the  tailings  being  further  reduced  in  a  No.  3  gyratory  crusher? 

Solution:  Assuming  the  depreciation  20%  of  the  total  cost,  we 
have, 

Depreciation 0.20  X  125000  =  $6000 

Interest  at  6% 1500 

Total  cost  per  year Pjgjti^d.tiy  (~?QQgl.$6500 
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A  large  plant  must  run  a  greater  part  of  the  time  in  order  to  be 
successful,  and  taking  250  days  per  year  as  the  average  number  of 
days  in  operation, 

Total  daily  plant   cost  =  -o^r  =  $26 

The  maximum  capacity  of  the  plant  is  given  as  1000  tons  per  day 
of  10  hours,  but  it  is  not  often  that  a  plant  runs  up  to  its  maximum 
capacity.  In  this  case,  assuming  the  average  daily  output  as  750 
tons, 

Plant  cost  per  ton  =  *     '      =  $0,035 

Comparing  the  case  under  consideration  with  the  items  in  Table 
43,  page  212: 

There  is  no  charge  for  sledging  as  the  stone  is  practically  all  small 
enough  to  be  loaded  by  steam  shovel. 

The  items  for  loading  and  hauling  are  smaller  than  given  in  the 
table  if  the  same  distance  is  considered,  for  there  is  no  manual  labor. 
We  therefore  may  take  $0.03  for  each  of  these  items. 

Fuel,  which  is  practically  constant  for  different  sizes  of  plant,  is 
taken  at  $0.02  per  ton. 

The  costs  of  oil  and  waste  and  of  repairs  are  taken  at  $0,001  and 
$0.03  respectively. 

The  value  for  depreciation  and  interest  has  been  figured  above. 

The  labor  cost  may  be  taken  with  safety  at  the  same  value  as  is 
given  in  the  table  for  a  single  No.  6  gyratory  crusher,  $0.05  per  ton, 
since  the  extra  men  required  for  the  large  plant  would  be  balanced 
by  the  increased  output. 

Summarizing  these  items: 

Sledging $0,000 

Loading  cars 0.030 

Hauling  200  feet ' 0.030 

Fuel 0.020 

Oil,  waste 0.001 

Repairs 0.030 

Depreciation  and  interest 0 .  035 

Labor 0.050 

Total  cost  per  ton €0. 196 

The  approximate  total  cost  of  crushing  under  ordinary  conditions 
at  this  plant  may  therefore  be  taken  at  $0,196  per  ton  of  crushed  stone. 
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TABLE  41.    COST  OF  STRIPPING  SOIL  AND  WHEELING 

(See  p.  182) 

Based  on  labor  at  20  cents  per  hour.   Includes  15%  for  superintendence, 
overhead  charges,  etc.    Profit  not  included. 


Wheelbarrows 


Single  Carts 


Loosening,  Loading 

and  Dumping 
(Values  of  a  per  cubic 
yard  p.  183) 


Material 


II! 


-S-gi 

PL.-*" 


03  £  g 
-OT3  M 

.2  8© 

PL.-- 


Loosening,  Loading 

and  Dumping 

I  Values  of  s  per  cubic 

yard  p.  183) 


& 


2?c 


-dig 

fl  2  § 


Ph  — 


1-8 

S  O  OS 


-oflfl 
dp? 
«£g 

©     ©-H 

£"8  5 
&  8  © 

Ph-- 


s  ©• 

9      ft 
"go 

§S£d 


Gravelly  loam 

Gravel,  medium 

Clay  or  compact  gravel . . . 
Hardpan 


0.172 
0.220 
0.274 
0.408 


0.174 
0.176 
0.246 
0.336 


0.156 
0.164 
0.200 
0.236 


0.052 
0.056 
0.056 
0.064 


0.260 
0.322 
0.386 
0.510 


0.292 
0.312 
0.390 
0.474 


0.246 
0.268 
0.314 
0.344 


0.013 
0.014 
0.014 
0.016 


Note:  The  costs  of  loosening,  loading,  and  dumping  barrows  assume  that 
each  man  loads  his  own  barrow.  If  other  men  load,  the  costs  are  slightly 
greater. 


TABLE  42.    SPECIFIC  GRAVITY,  WEIGHTS,  AND  VOLUMES 
FOR  DIFFERENT  KINDS   OF  ROCKS   (See  p.   187) 

For  reducing  weights  to  volumes  and  vice  versa. 


To  convert  cubic  yards  of  solid  rock  to  tons,  multiply  by  column  (4). 
To  convert  tons  to  cubic  yards  of  solid  rock,  multiply  by  column  (5). 
To  convert  cubic  yards  of  broken  stone  to  tons,  multiply  by  column  (6). 
To  convert  tons  to  cubic  yards  of  broken  stone,  multiply  by  column  (7).  x 


Kind  of  Material 


(1) 

Sandstone 

Limestone 1 

Conglomerate J 

Granite \ 

Slate J 

Trap 


Specific 
Gravity 


(2) 
2.4 
2.6 

2.7 
2.9 


Weight 

per 
Cu.  Ft. 


(3) 
150 
162 

168 
180 


Solid  Rock 


tons  PER 

CU.  YD. 


(4) 
2.03 
2.18 

2.27 

2.43 


CU.    YD. 
PER  TON 


(5) 
0.49 
0.46 

0.44 


Broken  Stone 
45%  Voids 


TONS  PER 
CU.  YD. 


(6) 

1.13 

1.20 

1.25 


CU.    YD. 
PER  TON 


(7) 

0.89 

0.83 

0.80 
0.75 
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TABLE  44.     CAPACITIES  OF  ROCK  CRUSHERS  (See  p.  193) 

Dimensions,  Weights,  Capacities,  and  Required  Power  Based  on  Manufac- 
turers' Lists. 


No. 


Dimensions  of 

Each  Receiving 

Opening 

about 


Capacity  per 
Hour  According 

to  Character 
op  Rock  in  Tons 

op  2000  Pounds 
to  Pass  Through 

a  Ring  of  2} 
inches 


Smallest  Size 
of  Product 
of  Machine 


Weight   of 
Breaker 


Horse  Power 
Required  * 


GYRATORY  CRUSHERS 


3 

7X22 

15 

If 

14000 

4 

8X30 

30 

11 

20900 

14r-21 

5 

10X38 

50 

U 

31200 

22-30 

6 

12X44 

70 

2 

45500 

28-45 

71 

14X52 

80 

21 

64800 

50-75 

8 

18X68 

130f 

31 

100000 

70-110 

JAW  CRUSHERS 


3 

71X13 

8-12 

6500 

12 

4 

9X15 

.      12-18 

9100 

15 

41 

10X20 

16-24 

13500 

18 

5 

11X26 

25-40 

19800 

25 

All  values  given  in  this  table  are  catalogue  values  and  outputs  are  larger 
than  can  be  maintained  day  after  day.  The  size  of  openings  are  not  standard 
for  all  crushers  but  are  given  here  as  average  values.  This  list  includes  only 
the  usual  and  not  the  extra  small  or  extra  large  size  machines. 

*  This  does  not  include  power  for  screens  and  elevators. 

t  Passing  through  a  3}-inch  ring. 
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REFERENCE  LIST  OF  ROCK  QUARRYING  PLANTS 


Location 


Kind  of 
Rock 


Depth  of 

Holes  in 

Feet 


Number 
and  Size 
of  Drills 


Method  of  Hand- 
ling rock 


Aver- 
age 
Output 

Cubic 

Yards 
per 

Hour 


Reference 


Southern  Cali- 
fornia 


San  Francisco 


Chicago 


Ashokan  Reser- 
voir, N.  Y. 

North  LeRoy, 
N.  Y. 


Gary,  111. 


South     Bethle- 
hem, Penn 


Hard  trap 


Hard  ba- 
salt 


Limestone 


Hard 
bluestone 


Hard 
limestone 


Limestone 


Quartzite 
and  lime- 
stone 


24  ft. 


Average 
20  ft. 


40  ft. 

16  to  22  ft. 
10  to  16  ft. 

30  to  40  ft. 

14  to  20  ft. 


3-31  in. 


Well  drills 


10 


3f  in.  and 
plug 


12-2  in.  and 
5  in. 


16-3f  in. 


2-ton  dump  cars 


Loaded  by  hand  to 
bottom  dump  cars 
on  radial  tracks 

Steam  shovels  and 
dump  cars  run  by 
electricity 


fiat 


Derricks    to 
cars 

By  hand  and  by 
steam  shovel  to 
dump  cars 

Loaded  by  hand 
into  4-ton. cars  on 
branch  tracks 

By  steam  shovels 
to  dump  cars 


100 


50 


300 


200 


200 


300 


Eng.  Rec,  M<*v 
20,  1911,  p.  553 

Eng.  Rec,  Aug. 
6,  1910,  p.  149 


Eng.  Contr.,  June 
1,  1910,  p.  495 


Eng.  Rec,  Apr. 
2,  1910,  p.  404 

Eng.  Rec,  Apr. 
4,  1908,  p.  403 


Eng.  Rec,  Mar. 
30,  1907,  p.  420 

Eng.  Contr.,  May 
16,  1906,  p.  138 
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CHAPTER  X 

HANDLING  AND  TRANSPORTING  MATERIALS 

Although  the  handling  and  transporting  of  materials  for  concrete 
are  really  a  part  of  the  operation  of  concreting,  they  are  considered 
here  in  a  separate  chapter  because  they  apply  to  both  hand  and  ma- 
chine mixing.  Many  of  the  times  and  costs  also,  as  well  as  the  mis- 
cellaneous information,  will  be  found  useful  in  considering  various 
kinds  of  labor  which  are  not  directly  connected  with  the  handling  of 
materials  to  be  used  in  actual  concrete  work. 

Many  of  the  times  and  costs  given  in  this  chapter  are  also  presented 
in  different  form  in  the  chapters  which  follow  on  mixing  concrete. 
In  the  present  chapter,  the  values  are  in  terms  of  per  cubic  yard  of 
aggregate  or  per  barrel  of  cement,  while  in  the  mixing  chapters,  similar 
items  are  given  based  on  the  unit  of  the  volume  of  concrete  produced. 
For  such  labor  as  actually  forms  a  part  of  the  concrete  operations, 
it  is  therefore  more  convenient  to  refer  to  the  items  in  the  tables  of 
concrete  mixing  in  the  chapters  which  follow. 

The  tables,  then,  at  the  end  of  this  chapter  give  miscellaneous  data 
on  weights  and  volumes  of  cements,  weights  of  concrete,  and  capacities, 
of  wheelbarrows  under  different  conditions  (p.  259);  also  times  and 
costs  of  handling  and  transporting  concrete  materials,  including 
screening  sand  and  gravel,  loading  and  hauling  sand  and  broken  stone 
or  gravel,  and  handling  cement  (pp.  261  to  267).  The  costs  may  be 
used  directly  for  estimates  of  labor  in  connection  with  the  handling 
of  materials  for  concrete. 

INACCURACY    OF    USUAL    METHODS    OF    STATING    COSTS 

The  usual  method  of  presenting  cost  data  is  to  give  records  of  costs 
of  individual  jobs.  If  the  conditions  are  stated  fully,  such  records  are 
of  considerable  value  to  the  engineer  or  the  contractor.  However,  as 
a  matter  of  fact,  most  cost  records  omit  the  most  essential  descrip- 
tive notes.  In  hauling,  the  distance  hauled  is  frequently  not  given,  the 
size  of  loading  gang  may  not  be  stated  or  the  exact  character  of  the 
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material  handled.  Even  if  these  are  given  in  full,  the  units  are  apt 
to  be  stated  in  such  a  way  that  they  do  not  apply  to  a  job  of  slightly 
different  characteristics.  For  example,  suppose  that  on  a  certain  job 
the  cost  is  given  of  loading  and  hauling  gravel  500  feet  and  the  rate 
paid  for  labor  and  the  size  of  gang  is  stated  in  full.  Upon  what  basis 
would  the  cost  of  hauling  the  same  material  1000  feet  be  determined? 
It  certainly  will  not  cost  double,  because  the  cost  of  loading  is  the  same 
in  each  case.  Even  if  the  time  of  the  loaders  is  given  separately  from 
that  of  the  carts  and  their  teamsters,  the  problem  cannot  be  solved 
because  the  time  of  the  cart  while  it  is  being  loaded,  the  time  dumping, 
and  the  time  turning  and  backing  at  the  bank  are  not  given.  These 
are  important  items  which  do  not  vary  with  the  length  of  the  haul, 
so  that  even  the  cost  of  the  carts  and  teamsters  will  not  vary  directly 
with  the  distance  hauled,  and  on  short  hauls  the  variation  will  be  very 
far  from  a  direct  ratio. 

Thus,  even  for  so  simple  an  operation  as  hauling  gravel,  in  order  to 
make  a  given  set  of  times  or  costs  apply  to  another  job  with  the  same 
material  and  the  same  men,  the  only  difference  being  in  the  length  of 
haul,  it  is  necessary  to  study  the  separate  times  and  costs  for  each  of 
the  elements  of  the  job,  so  that  they  can  be  re-combined  to  suit  the 
new  conditions.  This  is  simply  one  illustration  of  the  absolute 
necessity  of  determining  unit  times  and  costs  by  the  methods  which 
are  described  more  fully  in  Chapter  IV  and  which  have  been  followed 
in  compiling  the  tables  in  this  book. 

Another  reason  why  a  record  of  costs  of  one  actual  job  fails  to  fur- 
nish data  for  another  job  which  is  nearly  the  same,  is  that  the  two 
jobs  are  rarely  done  under  exactly  the  same  conditions.  The  new 
job  frequently  includes  operations  not  carried  on  in  the  old  one.  For 
example,  in  the  case  just  considered,  the  gravel  in  one  case  may  be 
shoveled  from  a  loose  bank  and  screened  by  machinery  at  the  mixer, 
while  in  the  other  case  the  gravel  may  have  to  be  picked  or  it  may  have 
to  be  screened  at  the  bank  or  the  quantity  may  be  so  small  that  the 
teamster  loads  his  own  cart,  and  all  of  these  items  affect  the  cost  of 
hauling. 

Again,  a  record  of  costs  of  actual  work  is  seldom  published  unless 
it  is  fairly  low.  A  contractor  or  engineer  hesitates  to  publish  high 
costs  even  when  there  are  extenuating  circumstances. 

These  are  some  of  the  reasons  why  cost  data  as  usually  given,  even 
if  the  units  are  accurately  described,  are  looked  upon  by  many  engi- 
neers as  of  little  practical  value  in  estimating  on  new  work. 
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METHOD  OF  COMPILING  TABLES 

To  provide  for  such  differences  and  to  present  costs  which  are  really 
applicable  to  all  ordinary  conditions,  instead  of  presenting  data  on 
individual  jobs — more  or  less  incomplete  and  unsatisfactory — the 
times  given  in  this  chapter  and  those  that  follow  are  obtained  by  time- 
study.  First,  the  operation  is  divided  into  its  elements;  second,  the 
time  is  observed  for  each  element  on  a  number  of  different  jobs;  third, 
the  times  required  to  do  each  of  the  individual  elements  which  are 
identical  on  the  different  jobs  are  averaged;  and,  finally,  these  ele- 
ments or  units  are  recombined  so  as  to  suit  the  new  job  on  which  an 
estimate  is  to  be  made.  By  this  method,  a  man  can  pick  out  the  exact 
information  which  he  needs  for  any  particular  piece  of  work.  In  the 
original  time-studies  made  by  the  authors,  it  was  necessary  to  divide 
the  different  operations  into  even  smaller  units  than  those  which 
are  given  in  the  tables.  These  small  elements  which  were  studied 
are  not  always  recorded  in  the  tables  because  the  man  who  is  to 
make  the  estimate  does  not  need  his  information  subdivided  to  the 
same  extent  as  the  man  who  compiles  the  tables.  For  this  reason, 
many  of  the  original  unit  values  have  been  combined  before  tabulating. 

In  screening  sand  and  gravel,  for  example,  where  the  values  of  the 
items  are  made  up  as  described  on  page  228,  the  information  was  ob- 
tained by  observing  various  jobs  and  measuring  by  shovelfuls  the 
amount  of  gravel  thrown  on  the  screen,  and  determining  the  amount 
caught  and  that  passing  through  the  meshes.  On  the  other  hand,  in 
the  practical  tables  to  be  used  in  estimating  on  work  or  in  arrang- 
ing gangs,  times  and  cost  per  cubic  yard  instead  of  by  the  shovelful 
are  given. 

The  study  of  loading  on  page  233,  and  of  hauling  on  pages  236  to 
241  affords  a  good  illustration  of  the  results  that  can  be  obtained  by 
unit  time-study. 

All  the  costs  and  times  in  this  chapter  and  in  the  chapters  which 
follow  are  made  up  on  this  general  plan  and  are  based  on  an  accurate 
study  of  the  average  time  required  to  do  each  of  the  elementary  opera- 
tions, which,  added  together,  make  up  the  whole  job.  Each  of  these 
elements  has  been  studied  by  the  authors,  not  in  one  job  only  but  in 
many  different  jobs,  so  that  the  times  which  they  have  adopted  in 
working  up  the  tables  represent  a  fair  average  of  a  large  variety  of 
practical  work.  The  results  have  been  carefully  checked  by  com- 
parison with  over-all  times. 
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MISCELLANEOUS  CONCRETE  DATA 

Table  49  on  page  259  presents  a  lot  of  miscellaneous  data  with 
reference  to  concrete  materials,  which  will  be  found  useful  for  various 
purposes. 

The  weights  of  cement  per  barrel  and  bag  are  those  recommended 
by  the  American  Society  for  Testing  Materials  and  adopted  by  cement 
manufacturers  in  the  United  States.  The  volumes  and  weights  of 
cement  and  concrete  under  various  conditions  are  the  result  of  the 
authors'  investigations  and  tests,  and  represent  carefully  prepared 
averages. 

As  stated  in  Item  (6), in  proportioning  concrete,  cement  is  assumed 
to  weigh  100  pounds  per  cubic  foot,  this  corresponding  to  a  barrel 
volume  of  3.76,  or  in  round  numbers,  3.8  cubic  feet.  The  adoption  of 
these  units  is  discussed  on  page  132. 

Wheelbarrow  Loads.  Barrow  loads  are  based,  not  on  the  measured 
capacity  of  a  wheelbarrow,  but  on  the  actual  quantity  of  material 
handled  as  obtainable  from  averages  of  a  large  number  of  loads.  The 
wood  barrow  is  the  old  style  form  of  contractor's  wheelbarrow,  and 
the  iron  wheelbarrow  is  the  type  shown  in  Fig.  18,  which  has  sup- 
planted the  wood  barrow  for  handling  earth. 


Fig.  18.    Iron  Wheelbarrow.  (See  p.  220) 

For  measuring  concrete  materials,  however,  it  is  not  good  practice 
to  use  barrows  of  this  type  because  there  is  so  much  variation  in  the 
loads  due  to  the  variation  in  the  heaping  of  the  barrow.  Even  with 
careful  workmen  and  although  during  a  test,  consecutive  loads  may 
run  very  uniform,  there  is  a  tendency  as  the  work  proceeds  from  day 
to  day  to  either  gain  or  lose  on  the  correct  quantity.  An  unscrupu- 
lous contractor  also  may  gradually  increase  the  amount  of  sand  and 
gravel  without  its  being  noticeable  for  some  time.  To  illustrate  the 
inaccuracy,  it  will  be  seen  from  the  table  that  3.5  cubic  feet  of  sand 
is  a  large  barrow  load  on  a  short  haul.     If,  now,  the  proportions  of 
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concrete  are  1: 2: 4,  with  a  4-bag  batch  7.6  cubic  feet  of  sand  are  re- 
quired, and  this  is  a  large  quantity  for  two  barrow  loads  and  too  small 
a  quantity  for  three  loads.  If,  then,  three  barrows  are  used  to  a  batch, 
there  is  naturally  a  tendency  to  heap  them  and  give  an  excess  of  sand. 

To  avoid  such  inaccuracy,  it  is  becoming  the  general  practice  to 
use  special  barrows  constructed  with  sides  more  nearly  vertical,  so 
that  the  surface  of  the  material  may  be  nearly  level  for  each  load  and 
therefore  more  uniform.  A  special  type  of  barrow  which  is  easily 
wheeled  and  dumped  on  a  level  run,  such  as  should  be  provided  for 
concrete  work,  may  measure  up  to  4^  cubic  feet  capacity,  and  thus 
frequently  reduce  the  number  of  men  to  a  gang. 

Where  indefinite  measures  are  used,  inaccurate  measurement  is  apt 
to   come  back  on   to  the  contractor  because  a  careful  engineer  or 


Fig.  19.    2 -Wheel  Hand  Cart.      (See  p.  222) 

inspector  requires  measurement  on  the  safe  side,  and  too  little  sand  or 
gravel  in  a  batch  of  concrete  means  a  corresponding  increase  in  the 
quantity  of  cement  used. 

In  handling  the  concrete  after  mixing,  as  large  a  barrow  should  be 
used  as  a  man  can  handle  when  filled.  For  concrete  mixed  to  dry 
consistency,  which  was  formerly  used,  the  ordinary  contractor's 
barrow  served  fairly  well  because  it  could  be  heaped.  Wet  concrete 
for  reinforced  concrete  construction  settles  to  a  level  in  a  barrow 
so  that  the  quantity  carried  in  a  barrow  of  ordinary  type,  as  shown  in 
Table  49,  is  very  small.     The  special  2-wheel  concrete  barrows  or 
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carts,  such  as  are  illustrated  in  Fig.  19,  require  wide  runs  or  plat- 
forms, but  the  quantity  of  concrete  handled  in  them  is  so  much  greater 
that  the  extra  time  for  making  and  placing  suitable  runs  is  more  than 
made  up  by  extra  work  performed  by  each  man.  Such  heavy  barrows 
cannot  be  used  where  the  concrete  must  be  pushed  up  an  incline. 

The  time  for  filling  a  barrow  with  concrete  under  different  condi- 
tions and  the  work  done  by  a  man  in  concreting  is  taken  up  in  Tabb 
55,  page  312, 

TABLE    OF    HANDLING    AND    TRANSPORTING     CONCRETE 

MATERIALS 

Table  50,  page  261,  presents  times  and  costs  of  the  preliminary 
operations  which  have  to  be  done  in  preparing  for  concreting.  The 
items  included  are  screening  sand  and  gravel,  loosening  gravel  at  the 
bank,  loading  and  hauling  sand  and  gravel,  and  handling  cement. 
These  various  subjects  are  taken  up  under  appropriate  headings  in  the 
pages  which  follow.  The  arrangement  and  use  of  each  table  will  be 
described  later. 

TIME  IN   MINUTES    PER  CUBIC   YARD   INSTEAD    OF  CUBIC 
YARDS  PER  HOUR 

In  Table  50,  page  261,  the  times  are  recorded  in  minutes  per  cubic 
yard  for  one  man  instead  of  giving  the  number  of  yards  handled  per 
day.  This  simplifies  the  calculations  by  permitting  the  times  of  vari- 
ous items  to  be  combined,  that  is,  added  together  in  the  same  way 
.that  costs  are  added.  Thus,  if  the  screening  of  gravel  in  Item  (2) 
and  the  loosening  in  Item  (13)  each  had  been  given  in  terms  of  the 
number  of  yards  per  10-hour  day,  say,  90.5  yards  loosened  and  13.4 
yards  screened,  it  would  have  been  necessary  to  find  the  times  per 
cubic  yard  before  combining  the  two  operations.  By  the  new  method, 
the  times  are  simply  added  together,  and  the  time  for  one  man  to 
loosen  and  screen  one  cubic  yard  of  gravel  is  at  once  found  to  be  51.4 
minutes.  With  a  little  practice  it  is  easy  to  "think"  in  minutes  per 
cubic  yard  instead  of  in  cubic  yards  per  day,  and  so  avoid  the  division 
altogether.  On  the  other  hand,  if  volumes  per  hour  or  per  day  are 
required,  they  can  be  obtained  readily  by  dividing  the  number  of 
minutes  in  an  hour  or  in  a  day  by  the  time  in  minutes  given  in  the 
table.    Thus,  the  quantity  of  gravel  loosened  and  screened  per  10-hour 

day  in  the  above  mentioned  case  is  — —  — —  =11.7  cubic  yards. 
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ARRANGEMENT  OF  TIMES  AND  COSTS  IN  TABLE 

The  costs,  except  those  in.  the  last  column  of  the  table,  are  computed 
on  a  basis  of  labor  at  10^  per  hour,  since  costs  at  other  rates  per  hour 
or  per  day  are  most  easily  figured  from  them.  The  last  column  is 
calculated  on  a  basis  of  labor  at  20£  per  hour,  to  be  used  for  estimates 
upon  work  where  that  happens  to  be  the  rate  per  day  or  where,  the 
rate  being  unknown,  it  is  desired  to  assume  this  price  for  an  approxi- 
mation. 

The  average  times  and  costs  represent  the  labor  in  contract  work 
under  ordinary  conditions  with  fair  superintendence.  Quick  times  and 
costs  represent  the  labor  of  experienced  men  working  industriously, 
although  by  the  day  and  not  by  the  piece.  These  values  for  quick 
men  are  figured  at  70%  of  the  average,  because  a  large  number  of  ob- 
servations have  shown  that  this  is  a  fair  ratio  between  average  and 
quick  laborers  upon  this  kind  of  work. 

It  is  recognized  of  course  that  no  one  set  of  labor  values  will  apply 
to  all  conditions  and  classes  of  workmen,  but  values  made  up  as  these 
have  been  will  be  more  generally  applicable  than  any  other  method 
of  presentation  of  costs.  If  it  is  found  through  careful  observation  that 
a  gang  of  men  works  slower  or  faster  than  the  average  times  in  the 
table,  the  times  and  costs  of  labor  by  this  same  class  of  workmen  on 
other  kinds  of  work  may  be  corrected  in  like  proportion. 

Many  of  the  operations  given  in  Table  50  are  frequently  performed 
with  no  foreman  or  superintendent  in  sight,  and,  unless  there  is  some 
other  incentive,  this  always  means  slower  work.  While  it  is  impossible 
to  accurately  allow  for  such  conditions,  it  is  safe  practice  to  add  50% 
to  the  times  and  costs  where  work  is  performed  by  the  day  without 
supervision.  On  piece-work  or  task-work,  oversight  is  only  necessary 
to  insure  quality  and  proper  arrangement  of  the  gang. 

City  Work.  City  work  by  day  labor  is  carried  on  almost  invari- 
ably at  an  appreciably  lower  rate  of  speed  than  contract  work,  although 
there  are  occasional  exceptions  to  this  rule  where  the  engineer  and 
foreman  are  exerting  special  efforts  and  working  against  records 
made  in  contract  work.  It  is  an  exceedingly  difficult  problem  to  keep 
a  gang  of  city  laborers  up  to  average  speed  day  in  and  day  out  because 
there  is  usually  no  incentive  to  exertion  and  the  men  have  but  little 
fear  of  discharge.'  The  only  solution  of  the  problem,  in  all  probability, 
lies  in  the  adoption  of  methods  of  piece  or  task- work  so  that  men  shall 
receive  automatically  a  bonus  for  exceptional  efforts. 
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In  the  construction  of  the  Los  Angeles  Aqueduct  all 'bids  were  re- 
jected by  the  Board  of  Public  Works  because  so  much  higher  than  the 
engineers'  estimate,  and  day-work  was  installed.  Through  the  excep- 
tional organization  effected  by  Mr.  Mulholland,  the  City  Engineer, 
acting  in  cooperation  with  Lieut.  Gen.  A.  R.  Chaffee,  Chairman  of 
the  Board  of  Public  Works,  not  only  has  the  cost  been  low  but  the 
speed  has  been  much  greater  than  estimated. 

In  hauling  and  tunneling,  the  bonus  system  was  adopted.  The  city 
was  ready  to  share  with  the  men  any  advantage  it  might  gain  from 
quick  completion  of  the  work.  In  the  tunnels,  the  work  to  be  done 
was  studied  by  the  engineers  in  charge  and  estimates  made  of  the 
distance  to  be  accomplished  in  a  stated  time.  A  premium  was  then 
paid  to  the  men,  dependent  upon  the  difficulties  encountered,  for  every 
foot  that  this  distance  was  exceeded. 

The  elimination  of  politics,  the  advancement  of  the  deserving,  and 
the  rewards  for  extra  work,  have  created  intense  rivalry  in  the  different 
camps.  Ten  day  reports  of  the  work  accomplished  by  each  camp  are 
sent  to  every  other  camp  and,  as  no  one  likes  to  stand  at  the  foot  of 
the  list,  every  crew  is  jealous  of  its  labor  makeup  and  all  laggards 
are  weeded  out. 

Such  examples  as  this  illustrate  the  fact  that  city  work  can  be  effi- 
cient, provided  politics  are  entirely  eliminated  and  the  work  is  planned 
and  carried  out  by  men  who  know  how  to  effect  an  organization  and 
install  methods  such  as  are  practiced  by  the  most  up  to  date  con- 
tractors. 

To  use  the  tables  in  this  book  for  estimates  of  day  labor  for  a  city, 
it  is  necessary,  under  present  methods  of  management,  to  add  from 
25%  to  100%  to  the  average  times  and  costs.  This  is  so  wide  a  range 
as  to  be  very  indefinite,  and  yet  it  is  not  greater  than  exists  in  differ- 
ent cities.* 

To  determine  what  percentage  to  use  to  correct  the  items  in  the 
table,  so  as  to  apply  them  to  any  city  work,  it  is  necessary  to  com- 
pare a  few  actual  records,  taken  from  work  going  on,  with  the  times  and 
costs  in  this  book  for  the  same  work,  and  find  the  ratio  between  them. 
This  same  ratio  may  then  be  used  with  fair  accuracy  for  other  opera- 
tions. 

Task- Work.     Piece-work  or  preferably  task-work,  introduced  in 

*  See  Report  of  the  Boston  Finance  Commission,  VoL  III,  1909,  by  Messrs.  Metcalf 
-nd  Eddy. 
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such  a  way  as  to  induce  a  man  to  work  at  his  maximum  continuous  rate 
of  speed,  will  greatly  increase  the  output  not  only  of  city  work  but 
of  all  classes  of  work.  In  figuring  the  costs,  however,  by  piece-work 
methods,  considerably  higher  wages  per  day  must  be  paid  to  the  men 
to  induce  them  to  continuously  maintain  a  high  rate  of  speed.  The 
percentage  of  increase  to  ordinary  daily  wages  which  they  must  earn 
depends  upon  the  character  of  the  work.  In  shop  work,  a  30%  in- 
crease in  wages  earned  per  day  over  regular  day  rates  has  been  found  to 
be  the  smallest  that  will  induce  a  man  to  work  at  the  highest  speed 
which  he  can  maintain  without  overexertion.  If  men  work  in  gangs, 
their  increased  output  is  always  less  than  when  they  work  on  individual 
tasks. 

Neither  the  average  times  nor  the  quick  times  in  the  tables  apply 
directly  to  piece-work  or  task-work  but  they  may  be  used  as  a  basis 
for  fixing  rates  or  tasks.  To  determine  the  proper  values  to  use, 
multiply  the  values  in  the  tables  by  a  ratio  to  be  obtained  in  each 
case  by  observations  on  the  job  itself.  Methods  of  making  such 
observations  and  of  correcting  the  values  in  the  table  are  discussed  in 
Chapter  V. 

Rates  per  Hour.  The  rates  of  10jS  per  hour  and  20^  per  hour  and 
the  basis  of  10  hours  for  a  day's  work,  which  the  authors  use  in  cer- 
tain of  their  tables  etc.,  are  not  selected  as  proper  rates  or  length  of  day 
for  economical  results,  but  are  merely  chosen  for  convenience  in 
calculation.  For  other  rates  and  other  lengths  of  day,  the  10f5  prices 
given  should  be  multiplied  by  the  required  rate  per  hour  pointed  off 
one  decimal  point  to  the  right.  Thus  if  the  average  cost  of  screening 
one  cubic  yard  of  sand  for  concrete  at  10jS  per  hour  is  $0,074,  the  cost 
at  12^  ($0.12£)  per  hour  is  $0,074  X  1.2|  =  $0,093  per  cubic  yard. 
If  the  wage  rate  is  $1.65  per  8-hour  day,  the  average  cost  would  be 

$0,074  X  ^^  =  $0,153  per  cubic  yard, 
o 

The  unit  times  in  the  tables  were  obtained  by  time-studies  on  actual 
work.  The  values  in  the  cost  columns  were  found  directly  by.  multi- 
plying the  time  of  one  man  by  the  cost  per  minute  of  the  laborer. 
There  are  also  included  in  this  unit  of  cost  the  wages  of  a  foreman  working 
with  an  average  sized  gang.  In  concrete  work,  an  average  gang  is  taken 
as  13  men,  this  number  being  the  actual  average  of  a  large  number  of 
gangs  observed.  The  wages  of  the  foreman  are  assumed  to  be  double 
the  laborer's  rate.  The  cost  per  minute,  with  an  allowance  of  15%  for 
office  and  other  general  expenses  and  contingencies,  is  thus: 
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xoc.  Rate  20c.  Rate 

Laborer  one  hour $0. 10  $0.20 

One  foreman  to  13  laborers 0.0154  0.0308 

Total  per  hour $0. 1154  $0.2308 

Total  per  minute $0.00192        $0.00384 

Plus  15% 0.00029  0.00058 

Rate  per  minute  @  Ity  per  hour $0.00221 

Rate  per  minute  @  200  per  hour $0.00442 

If  greater  accuracy  is  desired  in  allowing  for  foreman,  or  if  a  differ- 
ent percentage  is  selected  for  general  expenses  and  other  contingencies 
a  new  rate  per  minute  may  be  readily  figured.  And  the  costs  can  be 
obtained  by  multiplying  the  times  by  this  new  rate. 

Time  per  One  man  vs.  Time  per  Gang.  Although  an  operation  may 
be  performed  either  by  one  man  or  by  gangs  of  different  sizes,  in  order 
to  be  able  to  compare  the  work  of  gangs  of  different  sizes  and  for 
convenience  in  figuring  costs,  the  times  are  reduced  throughout  to 
"time  per  one  man." 

To  thoroughly  understand  the  discussions  in  this  and  in  subse- 
quent chapters,  the  reader  who  is  not  experienced  in  time  studies 
should  familiarize  himself  with  the  distinction  between  time  per  one 
man  and  time  per  gang  of  men  or  time  per  team. 

"Time  per  one  man"  is  the  time  in  which  one  man  can  perform  a 
certain  operation,  and  it  is  also,  if  the  men  work  upon  any  operation 
in  a  gang,  the  sum  of  the  individual  times  of  all  the  men  in  the  gang. 

"Time  per  gang"  is  the  actual  time  which  the  whole  gang  spends  on 
the  work,  that  is,  it  is  the  time  which  elapses  between  the  start  and  the 
finish  of  a  certain  operation.  The  time  per  gang  may  be  converted 
into  the  time  per  one  man  by  multiplying  it  by  the  number  of  men 
in  the  gang.  For  example,  if  five  men  are  working  in  a  gang  and  30 
minutes  elapse  between  the  time  of  starting  an  operation  and  the 
time  of  finishing  it,  the  "time  per  gang"  will  be  30  minutes  and  the 
"timeperoneman"  5  X  30  =  150  minutes. 

If,  on  the  other  hand,  it  has  been  found  that  the  "  time  per  one  man" 

on  a  certain  operation  is  250  minutes  and  5  men  are  to  perform  the 

250 
work,  the  "time  per  gang"  of  5  men  should  be  — -  =  50  minutes. 

5 

"Time  per  team"  is  the  time  which  the  whole  team  spends  in  doing 

a  certain  work  and  corresponds  to  the  time  per  gang.    The  gang,  how- 
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ever,  in  this  case  consists  of  one  man  and  one  or  two  horses,  whichever 
the  case  may  be.  To  convert  the  time  per  team  to  the  time  per  one 
man,  there  must  be  found  the  relation  of  the  value  of  the  time  of  a 
horse  including  vehicle  to  the  value  of  the  time  of  a  laborer.  If,  for 
example,  a  team  of  2  horses  with  teamster  costs  60j£  per  hour,  while  the 
wages  of  a  laborer  are  20^  per  hour,  we  see  that  the  cost  of  the  two 
horses  alone  is  60*!  —  20<£  =  40j£  per  hour,  and  consequently  the  cost 
of  a  horse  and  vehicle  is  equivalent  to  the  cost  of  a  man. 

Under  average  conditions  the  assumption  that  the  time  of  a  horse 
(including  vehicle)  is  equivalent  to  the  time  of  a  man  is  nearly  true, 
so  this  assumption  has  been  made  all  through  the  book.  To  illustrate 
a  case  however  where  this  is  not  true,  if  we  take  the  cost  of  a  double v 
team  and  teamster  at  40j£  per  hour  and  the  wages  of  a  laborer  at  17^ 
per  hour,  the  cost  of  the  2  horses  with  the  cart  is  40  >£  —  17^  =  22^^ 
and  the  cost  of  one  horse  is  lli£  per  hour.  Under  these  conditions 
the  cost  of  ahorse  is  65%  of  the  cost  of  a  man  and  the  cost  of  team  and 
teamster  is  equivalent  to  the  cost  of  1  +  (2  X  0.65)  =  2.3  men. 

Allowance  for  Rest  and  Delays.  The  times  in  the  tables  include 
rest  and  delays,  so  that  no  extra  allowance  need  be  made  for  these. 
It  is  always  necessary,  when  timing  men,  to  make  an  allowance  for  rest 
and  unavoidable  delays.  For  work  of  a  similar  character,  the  per- 
centage of  delay  has  been  found  to  be  very  uniform.  In  concrete 
operations,  the  time  based  on  daily  output  averages  30%  greater  than 
the  time  actually  taken  in  doing  each  individual  operation,  hence  this 
percentage  has  been  added  before  computing  the  times  and  costs 
given  in  the  tables. 

HAND  SCREENING 

The  time  and  cost  of  hand  screening  depends  upon  the  total  amount 
of  material  handled  rather  than  upon  the  quantity  of  sand  or  gravel 
produced. 

The  ratio  of  the  portion  of  particles  caught  on  the  screen  to  that 
passing  affects  largely  the  cost  of  screening.  The  smaller  this  ratio, 
i.e.,  the  smaller  the  quantity  of  particles  caught  on  the  screen,  the  less 
work  is  needed  in  shoveling  away  from  the  screen.  For  material  pass- 
ing the  screen,  the  screen  frequently  may  be  placed  over  a  hole  so  that 
the  time  spent  in  moving  screens  may  be  reduced  to  practically  noth- 
ing. The  cost  of  screening  is  the  largest  when  the  gravel  is  screened 
to  remove  only  the  fine  grains,  because  in  such  a  case  most  of  the 

igi  ize      y  g 
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material  is  caught  upon  the  screen  and  must  be  handled  twice,  that  is, 
first  thrown  upon  the  screen  and  then  shoveled  away. 

Table  50,  page  261,  gives  times  of  screening  sand  and  gravel  for 
different  conditions  met  with  in  practice. 

An  average  laborer,  properly  superintended,  will  throw  about  20 
cubic  yards  of  material  against  a  screen  in  a  10-hour  day,  but  in 
estimating  the  cost,  this  rate  cannot  be  used  directly  because  allow- 
ance must  be  made  for  shoveling  material  out  of  the  way  and  moving 
the  screen.  In  Table  50,  the  times  and  costs  are  taken  directly  from 
averages  of  screening  on  actual  jobs  where  sand  and  gravel  of  ordi- 
nary character  were  being  used,  and  the  assumptions  of  the  amount 
'  wasted  and  passing  the  screen  are  thus  also  based  on  average  condi- 
tions.   The  values  do  not  apply  directly  to  task-work. 

Gravel  is  sometimes  screened  to  remove  the  coarse  pebbles  and 
produce  a  sand  for  mortar  or  concrete,  while  in  other  cases  it  is 
screened  to  remove  the  sand  from  the  gravel  so  as  to  use  the  latter  for 
a  coarse  aggregate. 

When  dividing  the  work  of  screening  into  unit  operations,  it  will 
be  seen  that  the  screening  to  remove  coarse  particles  (see  Items  (1) 
and  (2)  in  the  table),  when  most  of  the  material  passes  the  screen, 
consists  of  different  operations  than  screening  to  remove  fine  grains 
(Item  (3) )  where  only  a  comparatively  small  quantity  of  fine  grains 
pass  the  screen. 

Consider  for  the  first  case  the  screening  when  the  coarse  stuff  is 
wasted,  i.e.,  Item  (1),  Screening  sand  to  remove  small  stones,  and  Item 
(2),  Screening  gravel  to  remove  large  stones,  we  find  in  both  cases  that 
the  work  may  be  divided  into  the  same  unit  operations,  as  follows: 

(a)  Shoveling  material  to  screen. 

(b)  Shoveling  away  the  coarse  stuff. 

(c)  Shoveling  away  the  screened  material  from  the  face  of  the 
screen. 

(d)  Odd  work,  as  moving  the  screen  and  leveling  piles. 

The  times  of  the  individual  operations,  however,  are  different  for 
screening  the  sand  and  the  gravel  because  of  the  greater  labor  of  hand- 
ling gravel. 

For  ordinary  sand  containing  about  15%  of  gravel  stones  that  must 
be  screened  out  so  that  the  sand  can  be  used  for  mortar,  the  net  time 
throwing  one  shovelful  to  screen,  based  on  a  large  number  of  obser- 
vations on  ordinary  contract  work,  is  0.114  minutes  per  shovelful. 
Adding  30%,  which  has  been  found  to  be  the  correct  allowance  in 
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work  of  this  character  for  delays  occurring  throughout  the  day,  gives 

0.148  minutes  per  shovelful.    The  average  capacity  of  a  shovel  in  this 

material  on  ordinary  construction  work  is  0.162  cubic  foot,*  thus 

giving  0.914  minutes  per  cubic  foot,  or  24.7  minutes  per  cubic  yard,  for 

throwing  material  to  screen.    This,  then,  may  be  taken  as  the  value 

for  (a),  shoveling  material  to  screen,  for  sand.    This  time  shoveling 

to  screen  has  been,  found  by  observations  to  be,  on  the  average,  about 

74%  of  the  whole  operation  of  screening.    Hence  total  time  per  cubic 

24  7 
yard  of  unscreened  gravel  is  — —  =  33.3  minutes.    The  other  items, 
6  0.74 

which  constitute  26%  of  the  time  of  screening,  vary  both  with  the 

conditions  and  with  the  relative  amount  of  material  caught  on  and 

passing  the  screen.    Either  of  two  methods  may  be  followed  in  finding 

the  values  of  these  items:  the  quantity  of  each  kind  of  material  may 

be  estimated  and  the  time  per  cubic  foot  handling  each  material  may 

be  figured,  or  the  time  of  each  item  may  be  taken  as  a  percentage  of 

the  total  time.    By  the  latter  method,  it  is  found  that  under  ordinary 

conditions  with  about  15%  of  material  caught  on  the  screen  and  85% 

passing  the  screen,  the  percentage  of  total  time  of  (b),  shoveling  away 

the  coarse  stuff,  is  14%;  of  (c),  shoveling  away  or  leveling  the  screened 

material,  10%;  and  of  (d),  odd  work,  2%.    Expressing  these  in  times, 

we  have  therefore:  (a)  24.7  minutes;  (b)  4.6  minutes;  (c)  3.3  minutes, 

and  (d)  0.7  minutes,  making  a  total  of  33.3  minutes  per  cubic  yard 

of  sand  before  screening  and,  allowing  for  the  15%  of  stones  screened 

QQ   Q 

out,  — '—  or  39.2  minutes  per  cubic  yard  of  screened  sand. 

0  85  *  J 

For  gravel  which  is  screened  for  the  purpose  of  removing  large 

stones,  the  labor  of  shoveling  is  greater,  because  the  stones  are  harder 

to  handle  and  the  time  per  cubic  yard  to  screen  is  33.0  minutes 

instead  of  24.7  minutes.     With  the  same  assumptions  as  in  screening 

sand  and  assuming  that  15%  of  the  gravel  is  coarse  stone  which  has  to 

33 
be  wasted,  we  have  a  total  of^~~-  =  44.6  minutes  as  the  time  per  cubic 

44  6 
yard  of  unscreened  gravel  and  —-  =  52.5  minutes  per  cubic  yard  of 

0.85 

gravel  which  has  passed  the  screen. 

♦Experiments  made  by  Mr.  Taylor  show  that  the  correct  weight  of  a  shovelful  of 
material  handled  by  a  first-class  man  in  20J  pounds.  For  sand  weighing  100  pounds 
per  cubic  foot  this  would  be  0.205  cubic  foot  per  shovel  instead  of  0.162  cubic  foot. 
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If  either  sand  or  gravel  has  noticeably  more  or  less  than  15%  of 
coarse  material  to  be  screened  out,  the  time  will  vary  accordingly. 
Strictly  speaking,  there  would  be  a  greater  variation  in  the  item 
(d),  odd  work,  etc.,  than  in  the  other  items,  but  since  this  is  a  compara- 
tively small  proportion  of  the  total  time,  it  is  sufficient  for  practical 
purposes  to  simply  correct  the  total. 

Now,  in  considering  the  second  case  (Item  (3) ),  in  which  the  gravel 
is  screened  for  the  purpose  of  removing  the  sand,  which  is  wasted  and 
hence  not  counted  in  the  measurement,  let  us  assume  that  it  is  re- 
quired to  screen  the  gravel  over  a  f-inch  screen  to  remove  50%  of 
sand,  this  being  a  fair  average  figure.  The  operation  for  each  cubic 
yard  of  total  material  handled  now  consists  of 

(e)  Shoveling  unscreened  gravel  to  screen 29 . 6  min. 

(f)  Shoveling    away  gravel    caught  on  screen, 

amounting  to  50%  of  the  total,  into  a  pile, 

25.4  X  0.50 12.7  min. 

(g)  Shoveling  away  sand  and  odd  work 4.6  min. 


Total  time  per  cubic  yard  of  gravel  thrown  to  screen . .     46 . 9  min. 

Since  the  sand,  assumed  to  represent  50%  of  the  original  material, 
is  wasted,  the  total  time  per  cubic  yard  of  gravel  caught  on  the  screen 
is  2  X  46.9  =  93.8  minutes,  as  given  in  Table  50,  Item  (3).  Item  (4) 
in  the  table  is  the  same  as  (3)  except  that  material  is  measured  c  n 
both  sides  of  screen  so  that  the  original  time  of  46.9  minutes  is  taken. 

INCLINED    SCREEN    FED    BY    CARTS,    DERRICK    BUCKETS 
OR    ENDLESS    CHAIN. 

Occasionally,  where  the  ground  permits,  gravel  or  stone  may  be 
dumped  directly  from  wagons  or  cars  into  a  chute,  and  thence  flow 
over  an  inclined  screen  by  gravity.  More  frequently  the  material 
must  be  raised  to  the  screen  by  derricks  or  endless  chain  elevators. 

The  slope  of  an  inclined  screen  may  vary  from  35°  to  45°  from  the 
horizontal  according  to  the  character  of  the  material.  A  flatter  slope 
will  pass  more  fine,  although  more  liable  to  clog  with  moist  material. 
Coarser  screens  are  required  to  pass  material  of  a  given  size  than 
in  hand  screening. 

On  a  large  job  in  Everett,  Mass.,  an  endless  chain  elevator,  supplied 
by  carts,  raised  sand  and  gravel  to  an  inclined  screen  at  the  rate  of 
300  to  350  cubic  yards  in  10  hours  and  an  even  larger  quantity  could 
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have  been  handled  if  the  material  had  been  supplied  with  no  delays. 
The  screen  consisted  of  two  parts,  each  about  8  feet  long,  the  upper 
part  formed  by  iron  slats  about  2  inches  apart  and  the  lower  wire 
screen  having  square  f-inch  meshes. 

For  the  piers  of  the  Cambridge  Bridge,  Boston,  the  gravel  for  the 
concrete  was  brought  in  scows  and  dumped  in  the  water  close  to 
the  temporary  pier,  then  raised  by  a  rehandling  dredge  with  an  orange 
peel  bucket  of  If  cubic  yards  nominal  capacity  to  an  inclined  screen. 
The  capacity  of  the  dredge  was  in  the  neighborhood  of  200  cubic 
yards  of  gravel  per  10  hours.  The  bucket  emptied  into  a  hopper 
above  the  screen  and  a  heavy  screen,  hinged  at  the  top,  of  parallel  bars 
about  3  inches  apart  and  15  feet  long,  and  placed  above  the  regular 
1  by  f-inch  screen,  separated  the  stones  too  large  for  the  concrete  and 
broke  the  fall  against  the  screen.  The  material  passing  through  the 
1  by  f-inch  screen  was  used  as  sand.  Notwithstanding  the  very  large 
mesh,  the  sand  passing  the  screen  was  not  much  coarser  than  sand 
screened  by  hand  through  a  f-inch  mesh  sieve  because,  to  prevent 
clogging,  the  slope  of  such  a  screen  must  be  steep  enough  to  allow  a 
rapid  flow  of  the  gravel. 

The  lower  end  of  the  screens  was  about  20  feet  above  the  ground. 
The  coarse  material  fell  back  into  the  river  while  the  finer  gravel  and 
sand  dropped  into  bins.  From  these  the  gravel  and  sand  were  carried 
by  bucket  conveyors  to  bins  over  the  mixer,  from  which  they  fell 
into*  measuring  hoppers  as  used. 

The  cost  of  screening  by  this  method  depends  both  upon  local 
conditions  and  the  quantity  screened.  The  average  total  cost  for 
labor  and  apparatus  may  be  assumed  to  be  from  4  to  8  cents  per 
cubic  yard  when  large  quantities  of  sand  or  gravel  are  handled  at  once. 

LOOSENING    GRAVEL   WITH   PICKS 

Item  (8)  in  Table  50,  page  261,  gives  times  and  costs  of  loosening 
the  gravel  in  a  bank  for  shoveling.  The  gravel  is  assumed  to  be  that 
suitable  for  use  in  concrete  work  which  requires  but  little  labor  in 
loosening. 

In  loosening  gravel  in  a  bank  for  concrete,  assuming  5  shovelers  per 

cart  each  holding  a  cubic  yard,  one  man  with  pick  is  required  to  6^ 

men  shoveling.     The  average  time  required  by  5  men  to  load  a  cart 

29  - 
(see  Table  45,  p.  234)  is  — -,  or  5.9  minutes.     The  shovelers  wait  2 \ 
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minutes  (see  Table  45)  while  the  cart  is  being  changed,  and  this  must 
be  added  to  the  time  of  the  men  shoveling,  making  8.4  minutes.  There- 
fore, a  man  can  loosen  gravel  for  — ^-  =  1.27  carts,  or6|men.     If  fewer 

o.o 

men  load,  the  shovelers  will  lose  less  time  waiting  while  the  carts  are 
changed  and  therefore  the  man  loosening  cannot  keep  so  many  busy. 

LOADING  AND  TRANSPORTING  MATERIALS 

The  times  and  costs  of  loading  and  transporting  sand  and  gravel  in 
wheelbarrows  are  given  in  Items  (6),  (7),  (9),  (10),  and  (11), page 261, and 
by  carts  in  Tables  51  to  53,  pages  263  to  267.  The  times  were  obtained 
from  different  jobs  by  dividing  each  kind  of  work  into  unit  operations, 
the  net  time  of  each  operation  being  determined  in  a  sufficient  num- 
ber of  cases  to  obtain  a  fair  average.  Unavoidable  delays,  which,  in 
order  to  make  the  times  correspond  to  actual  conditions,  must  also  be 
taken  into  account,  were  determined  by  observation  and  timing  and 
afterwards  added  to  the  net  times,  so  that  the  times  in  the  table  repre- 
sent those  which  can  be  maintained  throughout  the  day  in  ordinary 
contract  work.  In  piece  or  task-work,  laid  out  with  an  incentive  in 
the  form  of  extra  pay  for  the  men  who  do  a  large  day's  work,  a  higher 
rate  of  speed  will  be  maintained  than  is  given  by  either  the  average 
or  the  qu'ck  times.  Methods  of  determining  the  proper  tasks  are 
discussed  on  page  87. 

Loading  must  be  sub-divided  into  the  operations  of  shoveling  and 
changing  carts.  Dumping  should  also  be  considered,  for  it  is  a  con- 
stant as  well  as  loading.  The  time  for  each  of  these  items  was  deter- 
mined by  the  above  described  method.  The  total  operation  is  repre- 
sented by  a  formula  which  can  be  readily  adjusted  for  special  condi- 
tions. The  derivation  of  the  formula  and  its  use  under  different  condi- 
tions is  given  in  the  pages  which  follow. 

The  times  and  costs  given  in  the  table  are  about  20%  larger  than 
would  be  necessary  in  well  organized  jobs  of  earth  excavation,  because 
in  concrete  work  hauling  and  loading  may  not  be  very  systematically 
arranged.  If  the  work  is  exceptionally  well  organized,  this  extra  per- 
centage may  be  deducted  when  making  an  estimate. 

Since  the  time  and  cost  of  loading  sand  or  gravel  does  not 
depend  upon  the  length  of  haul  (except  for  long  hauls  as  noted  on 
page  239),  while  the  time  and  cost  of  hauling  increases  with  the  longer 
haul,  the  cost  of  loading  and  of  hauling  must  be  considered  separately. 
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LOADING  SAND  AND  GRAVEL. 

The  loading  of  sand  or  gravel  into  carts  appears  to  be  a  simple 
operation,  but  it  is  really  made  up  of  a  number  of  variable  parts. 
The  time  required  to  load  a  cart  depends  not  only  upon  the  kind  of 
material  but  also  upon  the  size  and  arrangement  of  the  gang.  For 
example,  the  time  of  the  horse  and  cart  waiting  while  the  cart  is  being 
loaded  varies  inversely  with  the  number  of  loaders.  In  short  hauls, 
this  constitutes  a  considerable  item  of  expense.  On  the  other  hand, 
if  the  loading  gang  is  too  large,  the  time  which  the  shovelers  lose  waiting 
while  carts  are  being  changed  is  greater.  Again,  if  the  teamster  helps 
the  other  men  to  load  or  if  he  loads  the  cart  himself  alone,  the  cost 
varies  appreciably. 

Formulas  for  Loading  and  Dumping  Carts.  The  different  conditions 
can  be  most  readily  considered  by  the  use  of  formulas.  These  may  be 
made  either  on  the  basis  of  the  time  loading  one  cart  or  in  the  more 
general  terms  of  time  per  cubic  yard.  The  latter  is  the  more  conveni- 
ent to  use  if  the  times  are  properly  chosen: 

Let 

g  =  time  of  shoveling  per  cubic  yard  in  minutes  per  one  man. 

c  =  time  of  changing  carts  at  face  cutting  per  cubic  yard  in  min- 
utes per  team. 

d  =  time  of  dumping  per  cubic  yard  in  minutes  per  team. 

n  =  number  of  men  shoveling. 

m  =  ratio  of  cost  of  the  team  and  teamster  to  cost  of  labor  of  one 
i    man. 

Then: 

Time  per  cubic  yard  loading  materials  where  the  teamster  does  not 

help  load  =  \g  +  nc]  +  \m  (J  +  c  +  d)  1  (1) 

The  values  of  the  quantities  in  the  formula,  for  different  conditions, 
are  given  in  the  table  below. 

To  understand  the  formula,  note  that  it  is  divided  by  square 
brackets  into  two  parts.  The  first  part  represents  the  time  of  the  load- 
ing gang  reduced  to  time  of  one  man  (see  p.  222),  and  consists  of  the 
time  of  actual  shoveling,  g,  plus  the  time  of  the  shoveling  gang  waiting 
for  change  of  carts,  nc.  The  second  part  of  the  formula  consists  of  the 
time  of  the  teamster  with  his  team  waiting  during  the  loading  of  the 

a 

cart,  m  -,  plus  the  time  of  the  teamster  with  his  team  while  changing 
n 

carts,  m  c,  plus  the  time  dumping,  m  d. 

Digitized  by  VjOOQIC 


234 


CONCRETE  COSTS 


TABLE  45.     TIMES  OF  SHOVELING,  CHANGING  CARTS, 
AND  DUMPING     (See  p.  233) 

Times  of  Shoveling  are  given  per  one  man  and  times  of  Changing  Carts 
and  Dumping  are  given  per  cart  for  average  and  for  large  loads. 

Allowance  has  been  made  for  delays  occuring  throughout  the  day- 
Average  Values  of  Constants  in  Formulas  (l),  (2),  and  (3)  pages  233  to  236. 


Material 

Load 

< 
o  . 

51 
o 

Time  op  Shoveling 
per  One  Man 

9 

Time  op 
Chanqinq 

Carts 
tee  Cart 

C 

Time  of 
Dumping 
per  Cart 

d 

op  Cost  of  Team 

BAMBTER  TO  COST       j 

f  One  Man 

Kind  op 
Cart 

Mln.  per 
Cu.  yd. 

Mln.  per 
Cart 

8S 

a  a 
so 

a  6 
so 

aS 

Is 

1S 

is 
4* 

•*  - 
.2  S 

5* 

oH° 
m 

Sund 

Large  load 

35.5 

19.7 

13.7 

25.9 

18.0 

1.9 

2.5 

l.i 

1.5 

3 

Double 

Sand 

Average  load 

29.5 

19.7 

13.7 

21.5 

15.0 

2.3 

2.5 

1.4 

1.5 

3 

Cart 

Gravel 

Large  load 

33.5 

29.5 

20.5 

36.6 

25.4 

2.0 

2.5 

1.2 

1.5 

3 

Gravel 

Average  load 

27.0 

29.5 

20.5 

29.5 

20.5 

2.5 

2.5 

1.5 

1.5 

3 

Sand 

Large  load 

17.0 

19.7 

14.0 

12.4 

8.8 

3.2 

2 

1.3 

0.8 

1.5 

Single 

Sand 

Average  load 

14.0 

19.7 

14.0 

10.3 

7.3 

3.9 

2 

1.5 

0.8 

1.5 

Cart 

Gravel 

Large  load 

16.0 

29.7 

20.8 

17.6 

12.3 

3.4 

2 

1.3 

0.8 

1.5 

Gravel 

Average  load 

13.0 

29.7 

20.8 

14.3 

10.0 

4.2 

2 

1.7 

0.8 

1.5 

All  times  of  shoveling  in  the  above  table  are  given  as  times  per  one 
man.  That  is,  for  example,  one  man  should  shovel  gravel  into  a 
double  cart  at  the  rate  of  one  cubic  yard  in  29.5  minutes  and  keep  this 
speed  up  throughout  the  day. 

The  above  values  may  be  substituted  in  formula  (1).  Assume 
the  cost  of  the  teamster  with  his  team  of  two  horses  and  cart  equiva- 
lent to  the  cost  of  3  unskilled  laborers,  and  the  ratio  in  the  above 
equation  for  double  carts  becomes  3.  For  single  carts  if  there  is  one 
teamster  for  two  carts  the  ratio  is  l£.  For  any  other  condition,  the 
ratio  may  be  readily  found. 

Substituting  these  values  in  formula  (1),  page  233,  we  have,  from 
Table  45,  for  average  loads: 
Time  of  loading  and  dumping  gravel,  double  carts  average  loads 


=  [29.5  +  2.5fi]  + 


minutes 
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or,  for  4  men  loading  (where  n  is  4)  =  73.6  minutes  per  cubic  yard. 
Time  of  loading  and  dumping  gravel,  single  carts  average  loads 


=  [29.7  +  4.2»]  +JU(~  +  4.2  +  1.7)1  mi 


minutes 


or,  for  3  men  loading  (where  n  is  3)  =  65.7  minutes  per  cubic  yard. 
Time  of  loading  and  dumping  sand,  double  carts  average  loads 

=   [19.7  +  2.3»]  +    3  (— ~.+   2.3  +   1.4)     minutes 

or,  for  4  men  loading  (where  n  is  4)  =  54.8  minutes  per  cubic  yard. 
Time  of  loading  and  dumping  sand,  single  carts  average  loads 

=    [19.7  +  3.9»]  +  J  lj(-^-  +  3.9  +   1.5)     minutes 

or,  for  3  men  loading  (where  n  is  3)  =  49.4  minutes  per  cubic  yard. 
Formulas  for  Loading  if  Teamster  Loads.  In  the  above  formulas,  it 
is  assumed  that  the  teamster  does  not  load.  Where  the  teamster 
helps  the  other  men  in  loading,  the  formula  may  be  easily  adjusted  by 
taking  out  from  the  second  part  of  equation  (1)  the  time  of  the  team- 
ster waiting.    This  second  term  in  square  brackets  may  be  written 

[m  —  +  m  (c  +  d)    in  which  -  represents  the  time  of  shoveling  per 
n  J  n 

a 

gang,  which,  multiplied  by  m,  gives  m-  ,  the  time  of  waiting  of  the 

n 

teamster  and  horses  during  shoveling.     When  the   teamster  loads, 

the  shoveling  gang  increases  in  number  by  one,  so  that  the  time  of 

g  a 

shoveling  per  gang  will  be  -  instead  of  — .     Since  the   teamster 

loads,  his  time  is  included  in  g  in  the  first  part  of  the  equation,  and 
consequently  must  be  deducted  from  the  time  of  waiting  cf  the  team. 
The  time  of  the  horses  spent  while  waiting  during  loading  may  be 

g 
thus  represented  by  (m-1)         .,. 

Formula  (1)  thus  changes  to  * 

Time  per  cubic  yard  loading  and  dumping  when  teamster  helps 

=  lg  +  nc]  +  I  (fit—  D-ir  +  m  (c  +  d)]  (2) 

L  n"1"1  Digitized  by  GOOgle 
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When  teamster  loads  alone,  n  in  the  above  formula  becomes  zero, 

a 

and  the  fraction  — 7-7  in  (2)  becomes  g,  therefore 
n  +  1 

Time  per  cubic  yard  loading  and  dumping  when  teamster  loads  alone 
=  g  +  [(tn-l)  g  +  m(c  +  d)] 

=  m(g  +  c  +  d)  (3) 

Formulas  (2)  and  (3)  may  be  readily  reduced  to  minutes  by  substi- 
tuting the  values  of  constants  in  the  table  on  page  234. 

The  times  obtained  from  formulas  (1)  to  (3)  are  given  in  terms  of 
per  one  man. 

Times  and  costs  for  various  conditions  based  on  these  formulas 
and  those  that  follow  are  given  in  Table  51,  page  263.  Sometimes  it 
is  necessary  to  know  how  long  it  takes  a  gang  to  load  a  cart,  (g  +  nc), 

and  how  long  the  team  waits  between  hauls,  I -  +  c  +  d  ). 

Example  1:  How  many  double  carts  will  4  men  load  per  day  of 
10  hours  with  average  and  with  large  loads?  What  is  the  time  spent 
by  the  team  between  hauls  for  average  loads? 

Solution:  With  4  men  shoveling,  time  per  gang,  from  Table  45, 

page  234,  is       '*  +  2.5  =  9.88  minutes  per  average  load  or      * 


4      ,  „ ,. e 4      , 

2.5  =  11.65  minutes  per  large  load  per  gang.     This  gang,  if  properly 

supplied  with  carts,  should  load.     ■  ■  =  61  average  loads  or--— —  = 

9 .  00  1 1 .  00 

51|  large  loads  per  day.     The  time  spent  by  the  team  between 

29  5 
hauls  is  —^ — h  2.5  +  1.5  =  11.38    minutes    per    team  for.  aver- 
age loads. 

HAULING   ON   SHORT  HAULS 

On  short  hauls,  the  amount  of  work  done  depends  upon  the  time  of 
loading  rather  than  on  the  time  of  hauling,  for  more  time  is  required 
to  load  than  the  horses  need  for  rest. 

With  only  one  or  two  men  loading,  it  is  frequently  economical  on 
short  hauls  for  the  horses  to  change  carts  rather  than  for  them  to 
wait  for  the  carts  to  be  loaded.  The  time  of  hauling  per  hundred 
feet  for  short  hauls  may  be  taken  as  0.9  minutes  per  team  per  load, 
this  time  including  the  time  hauling  the  load  100  feet,  plus  the  time 
returning  empty.    For  the  total  time  of  loading  and  hauling,  the  time 
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of  hauling  per  100  feet  and  return  multiplied  by  the  distance  hauled 
must  be  added  to  the  time  of  loading.   p 

For  short  hauls,  in  addition  to  notation  on  page  233,  let 
/  =  distance  hauled  one  way  in  hundreds  of  feet  or  in  miles. 
/,  =  actual  time  of  hauling  100  feet  or  per  mile  and  return,  per  cubic 
yard,  for  the  different  conditions  of  load,  etc. 

Then 

Time  per  cubic  yard  loading  and  hauling  materials 


■.) 


(la) 


=  (g  +  nc)  +  \m  (|+  c+  d)  1  +  m  (I  X  t.) 
Where  teamster  helps  load 

=  (g  +  nc)  +  Urn- 1)  (— ^-j)  +  m  (c  +  d)]  +  m  (/  X  t.)      (2a) 


and  when  teamster  loads  alone 

=  m(g  +  c  +  d)  +  m(lXt,) 


(3a) 


TABLE  46.     TIMES  OF  HAULING  IN  DOUBLE  CARTS 
(See  pp.  236  and  238) 

Values  of  Constants  tj  and  t>  in  Formulas  (la),  (2a),  and  (3a)  page  237  and 
(lb),  (2b),  and  (3b)  page  238 


Load 

Long  Haul 

Short  Haul 

Material 

Tims  per  Cubic  Yard  per  Cart 

for  Travel  of  One  Mile 

Including  Return 

h 

Time  per  Cubic  Yard 
per  Cart  for  Travel, 
Including  Return, 

ts 

Based  on 

17  Miles  in 

10  Hours 

min. 

53.65 
64.60 

56.90 
70.55 

Based  on 

20  Miles  in 

10  Hours 

min. 

Based  on 

17  Miles  in 

8  Hours 

min. 

Of  100  Ft. 
min. 

Of  One 
Mile 

min. 

Sand 
Gravel 

Large 
Average 

Large 
Average 

45.65 
54.90 

48.35 
60.00 

42.95 
51.70 

45.50 
56.45 

0.69 
0.82 

0.73 
0.90 

36.15 
43.50 

38.30 

47.50 

Note: — For  values  of  g,  c  and  m  see  Table  45,  page  234. 

The  values  of  /„  as  times  per  cubic  yard  per  team,  are  given  in  Table 
46  and  the  time  for  loading  in  Table  51,  page  263.    For  example,  for  a 
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large  load  of  gravel  hauled  i  mile,  with  two  men  and  teamster  loading, 
the  total  time  would  be  62.8  +  ,3  (i  X  38.30)  =  91 .5  min.  The  time  of 
loading  and  hauling  for  different  loads  etc.,  can  be  taken  directly  from 
Fig.  20,  page  243  or,  where  the  travel  is  17  miles  per  day  of  10  hours, 
from  Table  52,  page  264.  The  limits  between  short  and  long  haul 
may  be  taken  from  Table  47,  page  239. 

HAULING  ON  LONG  HAULS 

On  long  hauls,  the  work  that  a  team  can  do  is  limited  by  the  dis- 
tance a  horse  travels  per  day.  The  average  horse  can  travel  17  miles, 
that  is  8^  miles  hauling  a  load  and  8§  miles  returning  with  empty 
cart,  on  an  ordinary  road,  up  hill  and  down.  On  macadam  roads,  this 
distance  may  be  increased  to  about  20  miles  per  day.  These  rates 
can  be  maintained  day  in  and  day  out  for  6  days  in  the  week. 

tu    *•         **        r       it      -i      •    17X52.8X0.9      AM     .      . 

The  time  of  traveling  17  miles  is - =  404  minutes 

Ji 

and  the  remainder  of  the  day  is  required  for  rest.    In  long  hauls,  the 

time  required  to  load  is  not  enough  to  give  the  horses  their  necessary 

rest  between  trips  so  that  the  time  of  the  team  waiting  while  the  cart 

is  changed,  loaded,  and  dumped,  does  not  enter  into  the  formula  for 

long  hauls: 

For  long  hauls,  in  addition  to  notation  on  page  233,  let 
/  =  distance  hauled  one  way  in  miles. 

ti  =  time  per  team  per  cubic  yard  per  mile  of  actual  hauling  and 
return  plus  time  required  for  rest. 

Time  per  cubic  yard  loading  and  hauling  materials 

=  (g  +  n  c)  +  m  (I  X  t{)  '  (lb) 

Where  teamster  helps  load,  time  loading  and  hauling 

=  (^+i+nc)+m{lX  h)  (2b) 

and  where  teamster  loads  alone,  time  loading  and  hauling 

=  m  (I  X  tO  (3b) 

The  value  of  tx  may  be  taken  from  Table  46  on  page  237,  or  the  total 
time  of  hauling  taken  directly  from  Table  52,  if  the  distance  traveled 
is  17  miles  per  10  hour  day.  Fig.  21,  page  245,  gives  times  of  hauling 
for  different  loads  and  different  rates  of  travelled  by  C 
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LIMITS  OF  LONG  AND  SHORT  HAULS 

The  limit  between  a  long  and  a  short  haul  is  governed  by  the  time 
required  for  loading  and  the  distance  which  the  horse  travels  in  a 
day.  A  short  haul  changes  to  a  long  haul  when  the  time  of  the  team 
waiting  to  be  loaded,  plus  the  time  changing  carts  and  dumping,  is  equal 
to  the  time  required  by  the  horses  for  rest  between  trips.    This  limit 


TABLE  47.    LIMITS  OF  LONG  AND  SHORT  HAULS  (See  p.  239) 

Limits  are  given  for  different  travels  of  a  double  team  per  day  and  different 
lengths  of  day. 


to 

h30 

Size  of  Load 

Large 

Ave 

RAGE 

Sand 

Gravel 

Sand 

Gravel 

Number  of 

Men 
Shoveling 

H 

«    W 

>** 
< 

8* 

> 

< 

8* 

< 

OS 

5* 

n 
<  * 

>** 
< 

1" 

Miles 

Hours 

Miles 

Miles 

Miles 

Miles 

Miles 

Miles 

Miles 

Miles 

One  man — 

17 
20 
17 

10 

10 

8 

1.30 
2.39 
3.35 

0.96 
1.76 
2.46 

1.76 
3.25 
4.54 

1.28 
2.35 
3.29 

1.11 
2.04 
2.86 

0.83 
1.52 
2.12 

1.45 
2.68 
3.75 

1.06 
1.95 
2.74 

Two  men . . . 

17 
20 
17 

10 
10 

8 

0.74 
1.35 
1.90 

0.56 
1.04 
1.46 

0.97 

1.78 
2.50 

0.73 
1.34 
1.87 

0.64 
1.18 
1.65 

0.50 
0.92 
1.39 

0.82 
1.50 
2.10 

0.62 
1.15 
1.59 

Three  men. . 

17 
20 
17 

10 
10 

8 

0.55 
1.01 
1.41 

0.43 
0.80 
1.12 

0.74 
1.30 
1.80 

0.50 
1.00 
1.41 

0.49 
0.89 
1.25 

0.39 
0.72 
1.00 

0.60 
1.10 
1.54 

0.47 
0.87 
1.21 

Four  men. . . 

17 
20 
17 

10 
10 

8 

0.45 
0.84 
1.17 

0.37 

0.68 
0.95 

0.57 
1.05 
1.47 

0.45 
0.83 
1.17 

0.41 
0.75 
1.05 

0.34 
0.62 

0.87 

0.49 
0.91 
1.27 

0.40 
0.74 
1.03 

Five  men* . . 

17 
20 
17 

10 
10 

8 

0.40 
0.74 
1.03 

0.33 
0.61 
0.85 

0.49 
0.91 
1.27 

0.40 
0.73 
1.01 

0.36 
0.66 
0.93 

0.30 
0.56 
0.78 

0.43 
0.79 
1.11 

0.35 
0.66 
0.91 

*Maximum  number  of  men  that  can  shovel  into  one  cart  without  being  in 
each  other's  way. 

varies  with  the  different  arrangement  of  gang,  the  speed  of  loading, 
and  with  the  different  materials,  as  well  as  with  the  distance  which  a 
horse  travels  per  day  and  the  length  of  day.    Values  for  the  limits  of 
long  and  short  hauls  are  given  in  Table  47,  page  239. 
The  following  example  illustrates  these  limits. 
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Example  2:    For  a  haul  of  1000  feet  each  way  can  a  team  travel  17 

miles  per  10-hour  day  and,  if  not,  how  much  time  per  team  is  wasted? 

Solution:    In  order  to  cover  17  miles  per  day  the  number  of  round 

17  X  5280 

trips  would  need  to  be  -^ =  45.    The  time  traveling  17  miles 

2  X  1000 

is  404  minutes,  so  196  minutes  would  be  left  for  loading  the  cart, 

196 
turning,  and  dumping  45  times,  which  gives  — -  =  4.36  minutes  per 

4o 

cart.    Now,  for  a  gang  of   5  men,  the  largest  gang  economical  in  this 

a 

kind  of  work,  the  time  of  shoveling  an  average  load  would  be  §  minutes 

5 

per  cubic  yard  per  gang,  which  for  gravel  for  average  men  (see  p.  234) 

29.5 
becomes       *    =  5.9  minutes.    By  adding  to  it  the  time  of  turning 
o 

the  cart,  c  =  2.5  minutes,  and  dumping,  d  =  1 . 5  minutes,  we  ob- 
tain the  average  time  per  team  spent  between  hauls,  5.9  +  2.5  + 
1.5  =  9.9  minutes  per  cubic  yard,  while  the  time  per  team,  assum- 

ing  a  large  load,  will  be  — ^ — [-2.5+  1.5  =  11.3  minutes  per  gang. 

5 

In  such  a  case  the  time  of  loading  would  limit  the  number  of  trips  to 

20*,  and  the  maximum  total  distance  covered  would  be  20  X  2000  = 

40  000  feet,  or  about  7?  miles.    The  net  time  consumed  in  traveling 

this  distance  would  be  180  minutes;  thus  the  team  would  waste  in 

waiting  404  —  180  =  224  minutes  per  team,  which  waste,  however, 

is  unavoidable  because  of  the  time  required  to  load. 

Example  8:  For  a  haul  of  4J  miles  each  way  is  the  time  required 
for  rest  by  the  team  sufficient  to  load  the  carts? 

Solution:    The  number  of  trips  per  day  in  order  not  to  exceed  a  total 

17 

distance  of  17  miles  is =  2.     The  time  of  hauling  will  be 

4.25X2 

404  minutes  per  team,  so  the  remaining  196  minutes  constitute  the 
time  per  gang  available  for  loading  2  cartloads  and  turning  and  dump- 
ing twice.    This  time  is  by  far  larger  than  is  necessary. 

Comparing  the  two  cases  shown  above,  we  see  that  in  the  first  case 


*  To  obtain  the  number  of  trips  let  5  =  number  of  round  trips  in  600  minutes. 

Equate  the  sum  of  the  total  times  of  loading,  11.3s  minutes  and  the  total  time  of 

1000  X  0.9  X  2 

hauling, — =  18  s  minutes  per  day  and    solve    the  equation  for  5. 

1UU 

11.3  s  +  18  s  =  600  or  *  =  20. 
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the  number  of  trips  was  limited  by  the  time  necessary  for  loading 
carts,  and  in  the  other  case  by  the  time  required  for  the  horses  to  rest. 
The  haul,  in  the  first  case,  is  a  short  haul  and  in  the  second  case,  a 
long  haul. 

WHEELBARROW  WORK 

The  time  of  loading  wheelbarrows  is  based  on  the  assumption  that 
the  wheeler  loads  his  own  barrow.  This  arrangement  is  found  by 
observations  and  time  study  to  be  the  most  economical,  because  with 
more  men  loading,  more  or  less  time  is  wasted  in  waiting  for  barrows 
and  changing  them.  Therefore,  if  possible,  the  gang  should  be  so 
arranged  as  to  give  room  for  each  man  to  load  his  own  barrow.  Some- 
times, however,  when  the  speed  of  the  work  is  of  great  importance, 
other  arrangements  of  gang  may  be  preferable.  The  times  and  costs 
in  such  cases  may  be  obtained  by  adding  certain  percentages  to  the 
costs  given  in  the  table.  For  example,  when  two  men  load  and  the 
wheeler  does  not  load,  add  35%  to  the  times  and  costs  of  loading,  and 
when  one  man  loads  with  the  wheeler,  add  25%. 

Mr.  Taylor  found  in  his  experiments  at  the  Bethlehem  Steel 
Works,  that  the  time  of  carrying  a  load  up  or  down  a  slope  increases 
about  5%  for  every  4  degrees  increase  in  slope.  This  law  holds  for 
men  with  no  load  although  the  increase  in  time  is  not  so  rapid.  It 
applies  also  to  men  pushing  wheelbarrows  up  or  down  a  slope.  In 
wheelbarrow  work,  the  load  is  usually  decreased  because  of  the  increase 
in  pull  on  the  arms  either  going  up  or  down  a  slope. 

A  comparison  of  the  items  for  hauling  with  carts  and  wheelbarrows 
indicates  that  wheelbarrow  work  may  be  economical  up  to  a  distance 
of  about  250  feet.    This  is  shown  by  Fig.  20,  page  243. 

CURVES    FOR    HAULING 

In  Figs.  20  and  21,  pages  243  and  245,  times  and  costs  are  given  of 
loading  and  hauling  gravel  for  different  arrangements  of  gangs.  Curves 
are  based  on  ordinary  2-horse  or  double  carts,  or  dumping  wagons, 
holding  a  large  load. 

Fig.  20  gives  times  and  costs  for  loading,  hauling,  and  dumping 
gravel  per  cubic  yard  of  loose  material  on  short  hauls  for  wheelbarrow 
work  when  wheeler  loads  alone,  and  for  cart  work  by  double  teams  for 
gangs  of  three  different  sizes.  The  time  and  cost  for  loading  and  dump- 
ing alone  may  be  obtained  for  each  case  by  taking  the  ordinate  of  the 
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corresponding  curve  for  a  haul  of  zero  feet.  Thus,  for  example,  for 
wheelbarrow  work  we  find  the  time  of  loading  per  cubic  yard  by  deter- 
mining, on  the  first  vertical  line,  the  height  from  the  zero  point  to  the 
intersection  of  the  line  with  the  curve  for  wheelbarrows.  For  wheel- 
barrows, the  time  so  obtained  is  35  minutes  per  cubic  yard.  This 
value,  deducted  from  the  value  of  loading,  hauling,  and  dumping  for 
any  distance,  gives  the.  time  of  hauling  alone.  The  curves  in  the  figure 
are  based  upon  the  values  for  unit  operations  given  in  the  tables.  The 
lengths  of  haul  are  given  in  feet,  the  times  are  in  minutes  per  cubic 
yard,  and  the  costs  in  dollars  per  cubic  yard.  The  costs  are  based  on 
a  rate  of  20|£  per  hour  plus  the  usual  percentages  for  superintendence, 
overhead  charges,  etc.  The  time  of  labor  includes  a  certain  per  cent 
of  the  foreman's  time.  (See  p.  226).  The  cost  of  2  horses  with  cart 
is  assumed  to  be  equivalent  to  that  of  2  men.  From  this  diagram  the 
relative  economy  of  hauling  by  different  methods  is  evident.  In 
order  not  to  complicate  the  diagram,  only  four  different  cases  are  there 
considered.  For  other  cases  not  given  in  the  diagram,  curves  may 
be  easily  plotted  and  the  results  compared.  For  example,  similar 
curves  may  be  made  for  different  arrangements  of  gangs,  for  single 
instead  of  double  carts,  for  different  lengths  of  travel  of  a  horse,  for 
different  capacities  of  carts  (see  p.  249),  and  for  other  vehicles  such 
as  cars. 

Fig.  21,  page  245,  gives  times  and  costs  of  loading,  hauling,  and  dump- 
ing gravel  for  long  hauls.  The  scale  o%  distances  is  «  smaller  than  in 
Fig.  20,  and  is  expressed  in  miles.  The  times  are  given  in  minutes  and 
the  cost  in  dollars,  based,  as  in  Fig.  20,  on  the  rate  of  20j£  per  hour,  with 
the  same  allowances  for  superintendence  and  overhead  charges.  Two 
sets  of  curves  will  be  noticed  in  the  diagram,  one  set  in  solid  black 
lines  representing  values  for  a  10-hour  day,  and  the  other  set  of  dash 
lines  giving  values  for  a  working  day  of  8  hours. 

The  curves  in  this  figure  are  broken  ^nes,  the  breaks  occurring  at 
the  limits  of  short  and  long  hauls.  It  is  seen  that  this  limit  is  different 
for  different  numbers  of  loaders  and  for  different  lengths  of  day.  Thus, 
for  a  10-hour  day,  for  four  men  loading  and  teamster  not  loading,  the 
limiting  haul  is  0.57  miles,  while  with  teamster  loading  alone,  this  dis- 
tance changes  to  1.76  miles.  For  an  8-hour  working  day,  the  lines 
for  short  hauls  coincide  with  the  corresponding  lines  for  short  hauls 
for  a  10-hour  day.  The  limiting  hauls,  however,  are  longer  for  an 
8-hour  day  than  for  a  10-hour  day. 

The  unit  times  of  loading  are  accepted  as  given  in  Table  51,  and  a 
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limiting  average  distance  for  the  travel  of  a  horse  in  a  day,  as  17  "miles. 
The  effect  of  different  conditions  than  those  assumed  is  discussed  in 
paragraphs  which  follow. 

TABLE  OF  TIMES  AND  COSTS  OF  HAULING 

The  values  in  Tables  52  and  53,  pages  264  and  266,  are  computed 
from  the  formulas  for  hauling  that  have  been  given  on  the  preceding 
pages.  Times  and  costs  are  given  for  average  and  quick  men  for 
different  lengths  of  haul.  The  rate  of  20^  per  hour  for  labor  is  used, 
plus  allowance  for  foremen  and  15%  for  superintendence,  overhead 
charges,  etc. 

The  tables  illustrate  the  large  amount  of  practical  data  that  can  be 
obtained  by  methods  of  unit  times  that  could  not  have  been  compiled 
accurately  in  any  other  way.  In  this  wide  range  of  lengths  of  haul  and 
methods  of  loading,  all  the  variables  used  are  those  given  in  the  small 
Tables  45  and  46.  To  attempt  to  compile  such  information  by  any 
methods  of  overall  times  and  costs  would  have  resulted  in  a  mis- 
cellaneous lot  of  figures  with  no  relation  to  each  other. 

The  times  of  the  various  units  will  vary  with  the  speed  of  the  labor- 
ers, but,  having  once  outlined  the  formulas,  it  is  a  comparatively 
simple  matter  in  practice  to  substitute  new  values  in  special  cases  where 
greater  accuracy  is  required  than  usual. 

Furthermore,  the  figures  as  given  are  correct  comparatively  so  that 
if  a  contractor  finds,  because  of  his  own  good  management,  a  certain 
piece  of  work  is  costing  45j£,  while  the  average  value  in  the  table  is 
given  as  50^,  he  can  estimate  quite  confidently  on  another  job  with 
different  conditions  but  under  the  same  management,  that  it  will  cost 
10%  less  than  the  figures  in  the  table,  corresponding  to  the  new  con- 
ditions, would  indicate. 

APPLICATION  TO   OTHER  WORK 

The  study  of  hauling  sand  and  gravel  in  the  preceding  paragraphs 
has  been  given,  not  merely  because  of  the  direct  information  which  it 
contains,  but  even  more  as  an  example  of  the  application  of  scientific 
time-study.  Following  the  general  scheme  shown  there,  other  work 
of  a  similar  nature  may  be  analyzed,  general  formulas  evolved,  and 
constants  in  the  formulas  determined  by  observations  with  a  stop 
watch.  The  formulas  then  may  be  used  either  for  estimating  times  and 
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costs  or  for  the  purpose  of  determining  the  most  economical  arrange- 
ment of  gangs. 

In  a  similar  way,  it  is  possible  to  apply  the  method  to  transporting 
steel,  lumber,  or  any  other  material  by  carts  or  cars  hauled  either  by 
horses  or  locomotives.  The  times  of  loading  sand  and  gravel  have 
been  expressed  in  terms  of  per  cubic  yard  with  time  per  shovelful 
as  the  original  unit.  For  other  materials,  any  convenient  unit  may  be 
chosen.  Lumber,  for  example,  may  be  taken  in  terms  of  per  foot  board 
measure;  carrying  steel,  in  pounds,  and  so  on. 

In  determining  the  load  per  cart  which  the  horses  draw,  not  only 
the  capacity  of  the  cart  should  be  taken  into  account  but  also  the 
weight  of  the  material  to  be  hauled. 

When  it  is  desired  to  find  the  cost  of  work  with  cars  or  more  elaborate 
machinery,  the  depreciation  and  the  interest  on  the  cost  of  plant  must 
be  taken  into  account.  In  many  cases,  however,  on  established  plants , 
it  is  necessary  to  determine  the  times  only  for  the  purpose  of  properly 
arranging  the  workmen,  when  of  course  the  depreciation  and  cost  of 
plant  need  not  be  reckoned. 

EFFECTS  OF  VARYING  CONDITIONS  ON  TIMES  AND  COSTS 

OF  HAULING 

Effect  of  Length  of  Working  Day  on  Times  of  Hauling  Material. 

For  short  hauls  (for  explanation  see  p.  236)  the  unit  times  of  loading 
and  hauling  are  considered  as  independent  of  the  length  of  the  working 
day.  A  man  is  assumed  to  accomplish  one-fifth  less  work  in  an  8-hour 
than  in  a  10-hour  day.  For  long  hauls,  however,  which  are  limited 
by  the  maximum  distance  a  horse  may  cover  in  a  day,  the  length  of 
the  working  day  makes  an  appreciable  difference. 

The  work  of  an  average  horse  may  be  limited  to  17  miles  a  day  no 
matter  whether  its  length  is  8  or  10  hours.  This  distance  can  be 
covered  in  404  minutes,  so  that  in  a  10-hour  day  the  horse  rests  600-404 
=  196  minutes  during  the  working  time,  and  in  an  8-hour  day  480 
—  404  =  76  minutes  during  the  working  time.  This  rest  may  be 
considered  as  unavoidable  loss  of  time.  In  the  case  of  a  10-hour 
day,  196  minutes  of  wasted  time  of  the  horses  and  the  teamster 
(if  he  does  not  load  during  that  time)  are  divided  by  the  amount  of 
hauled  material  and  added  to  the  unit  cost  of  hauling,  and  in  the 
other  case  in  an  8-hour  day  only  76  minutes  per  team  are  so  distrib- 
uted. 
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The  effect  of  the  length  of  a  working  day  on  the  time  of  hauling 
may  be  seen  from  the  diagram  Fig.  21,  page  245.  There  the  heavy 
lines  represent  the  times  of  loading  and  hauling  material  during  a 
10-hour  day  and  the  light  dash  lines  the  corresponding  times  in  an 
8-hour  day.  It  will  be  noticed  that  the  light  dash  lines  are  the  con- 
tinuations of  the  heavy  ones,  because,  as  already  stated,  the  times  for 
short  hauls  are  equal  for  both  cases.  Also  the  costs  are  equal  pro- 
vided the  rates  per  hour  (and  not  per  day)  are  the  same. 

Although,  as  just  explained,  the  total  times  of  loading  and  hauling 
on  long  hauls  are  smaller  for  an  8-hour  working  day,  the  cost  does  not 
necessarily  decrease  in  the  same  ratio,  unless  the  wages  per  hour 
are  equal  in  both  cases.  If  wages  per  hour  are  the  same,  the  times  and 
costs  for  an  8-hour  day  will  be  20%  less  than  for  a  10-hour  day  be- 
cause the  average  travel  of  a  horse  is  limited  by  his  endurance  to  17 
miles  per  day  and  he  can  travel  this  distance  in  less  than  8  hours.  But 
when,  as  is  frequently  the  case,  the  wages  per  day  are  nearly  equal,  so 
that  the  rate  per  hour  in  the  8-hour  day  is  larger,  the  decrease  in  time 
of  loading  and  hauling  may  not  be  large  enough  to  counterbalance  the 
increased  rate  per  hour. 

Effect  of  Length  of  Travel  of  a  Horse  in  a  Day.  The  average 
distance  which  a  work  horse  can  travel  in  a  day  and  keep  it 
up  for  6  days  in  the  week  is  considered  to  be  17  miles,  on  ordinary 
roads,  uphill  and  down,  that  is  8|  miles  under  load  and  8^  miles  return- 
ing with  the  empty  cart.  This  distance  is  selected  as  an  average 
of  actual  conditions.  By  using  first-class  horses  or  in  some  cases  by 
allowing  them  to  rest  a  day  occasionally;  a  longer  length  of  travel  may 
be  maintained.  On  good  roads,  a  total  travel  of  20  miles  per  day  is 
not  excessive,  while  there  are  a  few  records  of  a  25-mile  travel  being 
maintained. 

In  certain  cases,  one  of  them  in  Watertown  N.  Y.,*  a  travel  of  24 
miles  in  10  hours  was  maintained  day  after  day.  On  one  contract  in 
the  south,  mules  hauling  1|  cubic  yards  of  loam  per  trip  traveled  28 
miles  per  day. 

This  greater  travel  will  change  the  limit  of  the  short  and  long 
haul  by  increasing  the  maximum  length  of  a  short  haul  and  the  mini- 
mum length  of  a  long  haul;  that  is,  in  the  curves,  (Fig.  20,  page  243, 
and  Fig.  21,  page  245,)  the  break  would  move  to  the  right. 

With  long  hauls,  the  times  and  costs  of  hauling  would  vary  nearly  in 
an  inverse  proportion  to  the  travel  of  the  horse  in  a  day.    For  exam- 

^_  i  ,  .  ,    ,,      -r    ttt    r™  Digitized  by  V3OOQIC 

*  Personal  correspondence  with  Mr.  J.  W.  Thompson. 
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pie,  if  the  horses  travel  20  miles  per  day  instead  of  17,  there  would 
be  a  decrease  in  the  times  and  costs  of  hauling  on  long  hauls  of 
about   15%. 

Effect  of  Speed  of  Horse.  The  average  speed  of  a  horse  on  ordi- 
nary roads  is  47.5  minutes  per  mile  or  0.9  minutes  per  100  feet  of 
round  trip,  hauling  loaded  cart  and  returning  with  empty  one.  This 
allows  10%  for  stops  and  delays.  If  this  rate  of  travel  per  mile  is 
increased,  the  limit  of  short  and  long  haul  will  be  increased  and  the 
cost  of  hauling  per  cubic  yard  will  also  be  less,  providing  other  con- 
ditions remain  the  same.  For  example,  the  speed  of  a  quick  horse  has 
been  found  to  average  0.77  min.  per  100  feet  of  round  trip  and  with 
2  men  and  teamster  loading  a  double  cart  with  a  large  load  of  gravel, 
for  a  haul  of  \  mile,  the  decrease  in  cost  would  be  about  7%,  due  to  in- 
crease of  speed  of  the  horse.  In  some  cases,  it  is  possible  to  choose  the 
horses,  and  in  that  case,  it  is  just  as  possible  to  get  quick  horses  as  it 
is  quick  men. 

Effect  of  Larger  Cart  Loads.  On  good  roads,  sideboards  or  carts  of 
special  design  will  permit  larger  than  average  loads.  A  large  load  for 
an  ordinary  cart  with  sideboards  may  be  taken  at  42  cubic  feet  for 
sand  and  at  39  cubic  feet  for  gravel  measured  in  the  cart.  This  would 
reduce  the  cost  of  hauling  on  long  hauls  in  nearly  inverse  proportion, 
that  is,  nearly  15%  below  the  values  for  large  carts  given  in  Table 
53,  page  266. 

In  cities  and  towns  having  fairly  level  paved  streets  or  macadamized 
roads,  3  to  3 \  tons  or  over  60  cubic  feet  of  broken  stone  are  in  many 
cases  a  regular  load  for  a  2-horse  team.  There  is  difficulty  in  carrying 
so  much  sand  or  gravel  as  this  because  of  the  heights  to  which  the 
stuff  must  be  thrown  in  loading  the  cart.  Sometimes,  however,  carts 
may  be  filled  from  derrick  buckets,  elevated  chutes,  or  bins.  Contrac- 
tors would  do  well  to  consider  the  use,  for  sand  and  gravel,  of  carts  of 
special  size  and  shape  whenever  the  roads  warrant  extra  heavy  loads. 

Table  48  illustrates  the  effects  of  different  cart  capacities,  different 
travels,  and  different  lengths  of  day  upon  the  times  and  costs  for  long 
and  short  hauls.  These  materials  are  loaded  directly  from  bins  into 
carts. 

Hauling  by  Motor  Trucks.  Motor  trucks  have  been  used  success- 
fully for  transporting  material  on  long  hauls  where  the  roads  were 
good.* 

*  See  paper  by  Mr.  C.  R.  Gow,  Journal  Association  of  Engineering  Societies,  De- 
-nber,  1910. 
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Mr.  Gow  used  one  truck  to  take  the  place  of  four  double  teams  on 
a  haul  of  about  five  miles. 

Economy  of  Arrangement  of  Gang.  For  the  greatest  economy,  the 
gang  of  shovelers  should  be  made  larger  for  short  hauls  and  smaller 
for  long  hauls,  and  if  possible  arranged  in  such  a  way  that  the  time  of 
waiting  of  the  team  for  loading  is  no  longer  than  is  actually  needed  for 
rest.     The  number  of  men  in  a  shoveling  gang  may  not  usually 

TABLE  48.  TIMES  AND  COSTS  OF  HAULING  MATERIALS  IN 
DOUBLE  CARTS  OF  DIFFERENT  CAPACITIES  (See  p.  248)' 

Costs  are  per  cubic  yard  of  material  loaded  from  bins. 
Cost  of  labor  20^  per  hour  plus  allowance  for  foreman  and  15%  for  super- 
intendence, overhead  charges,  etc. 
Times  are  expressed  as  times  per  one  man. 


Travel 
per 
Day 


Miles 


Length  2<>Cu.Ft. 


op 
Day 


Hours 


Capacity  op  Cart 


30  Cu.  Ft. 


1  Ton 
Time 


Cost 


Min. 


40  Cu.  Ft. 


50  Cu.  Ft. 


If  Tons 


2  Tons 


Time  Cost/Time  Cost 


'I 


Min.     $      Min 


60  Cu.  Ft.  !?0  Cu.  Ft. 


2J  Tons 


Time  Cost  Time 
Min.     $      Min. 


3  Tons 


Cost  Time 


3|  Tons 


Cost  Time 


Min. 


80  Cu.  Ft. 


4  Tons 


Cost 


Mm. 


Long  Haul,  Times  and  Costs  per  Mile 


17 
20 
17 


10 
10 

8 


285 
243 
229 


1.26 
1.07 
1.01 


1900 
1620 
1520 


>.84 

1.72 

67 


1430.63 
1220.54 
1140.50 


11410.50 
970.43 
920.41 


95 


0.42 


76 


81  0.36 


0.34 


0.36 
0.31 
0.29 


0.31 
0.27 
0.25 


Short  Haul,  Times  and  Costs  per  100  Feet 


Hauling  per  100ft. B .  65  .  016  2 .  43 


011 


1.82.008 


1.46 


006 


1.22.0051.04.0050.91 


.004 


For  short  hauls  add  for  loading,  0.93  minutes  to  total  times  or  $0,004  to  total 
costs  per  cubic  yard. 


exceed  5  men  because  with  a  larger  number  the  men  will  be  in  each 
other's  way.  For  long  hauls,  the  necessary  rest  for  the  horses  gives  the 
teamster  time  enough  to  load  his  own  cart  so  that  it  is  most  econom- 
ical for  the  teamster  to  load  alone.  (See  Fig.  21,  page  245). 

In  arranging  a  gang  of  shovelers,  enough  carts  should  be  provided 
so  that  the  shovelers  will  not  waste  time  waiting  for  carts.  On  the  other 
hand,  the  number  of  carts  should  not  be  excessive  or  these  will  waste 
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time  waiting  for  the  shovelers.  While  it  may  be  impossible  to  arrange 
the  gang  so  that  no  time  shall  be  wasted  between  carts,  these  delays 
may  be  reduced  to  a  minimum  by  a  through  study  of  the  conditions. 

Formulas  (1)  to  (3)  in  connection  with  Table  45  may  be  used  as 
guides  to  the  economical  arrangement  of  the  gang  of  shovelers  and  in 
determining  the  number  of  carts.  (See  Example  9.)  Frequently, 
by  adopting  such  methods  of  study  of  the  local  conditions,  the  cost  of 
one  or  two  men  may  be  saved  entirely  or  the  same  amount  of  work  can 
be  accomplished  with  one  cart  less. 

The  diagram  in  Fig.  21,  page  245,  gives  the  times  of  loading,  hauling 
and  dumping  gravel  per  cubic  yard  on  long  hauls  for  different  sizes 
of  gang.  These  times  multiplied  by  the  cost  per  man  per  minute  (see 
p.  226)  give  the  costs  per  cubic  yard. 

Effect  of  Quick  Men  and  Good  Organization.  The  time  of  hand- 
ling material  varies  largely  with  the  quality  of  the  workmen  and  their 
organization.  Good  organization  means  properly  arranged  gangs, 
so  that  but  little  time  is  lost  in  waiting  and  in  other  avoidable  delays, 
while  the  unavoidable  delays  are  also  reduced  to  a  niinimum.  With 
quick  men,  the  loading  is  done  faster,  so  that  more  teams  per  day 
can  be  used  with  the  same  gang.  The  increased  speed  in  loading 
largely  reduces  the  cost  because,  as  is  evident  from  formulas  (1)  and 
(2), pages  233  and  235, it  not  only  decreases  the  actual  time  of  the  load- 
ers but  also  reduces  the  time  of  waiting  of  the  team  and  the  teamster. 

It  is  evident,  therefore,  for  quick  men  that  the  times  of  handling 
material  are  greatly  reduced  below  the  average.  Observations  and 
records  show  that  with  quick  men  working  under  good  superinten- 
dence, the  times  and  costs  may  be  reduced  30%  below  the  average. 
This  ratio  is  used  therefore  in  making  up  in  the  table  the  columns 
headed  "quick  men."  It  must  be  noticed  that  the  costs  with  the 
quick  men  are  given  only  with  the  10^  per  hour  rate,  so  that  they 
must  always  be  corrected  according  to  the  wages  paid  per  day. 

A  30%  reduction  in  times  and  costs  is  really  equal  to  nearly  50% 

increase  in  the  amount  of  work  which  a  man  does  in  a  day.     More 

30 
exactly,  the  increase  is  =^  =  43%.     The  times  given  for  quick  men 

are  still  larger  than  are  required  in  piece-work  or  task-work  since,  when 
working  with  an  incentive,  less  time  is  lost  in  rest  and  delay.  The  quick 
times,  therefore,  must  be  reduced  still  further  by  multiplying  by  a 
ratio  to  be  determined  by  time-studies.  Task-work  and  the  fixing  of 
rates  is  discussed  on  page  103. 
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HANDLING    AND    TRANSPORTING    CEMENT 

The  items  in  Table  50,  page  262,  for  handling  and  transporting 
cement,  like  those  for  other  materials,  are  based  upon  the  average 
and  quick  results  upon  a  large  number  of  jobs.  For  determining  the 
time  or  cost  of  transportation  to  any  distance,  the  time  or  cost  load- 
ing plus  the  time  or  cost  unloading  is  added  to  the  unit  time  or  cost 
of  hauling  multiplied  by  the  number  of  miles  of  haul. 

EXAMPLES 

The  tables  in  this  chapter  are  of  an  elementary  character  and,  for 
estimating  the  total  cost  of  concrete,  the  tables  in  the  following 
chapters  will  be  found  more  convenient,  as  they  are  given  in  terms  of 
a  cubic  yard  of  concrete  and  thus  may  be  directly  combined.  The 
tables  in  the  present  chapter  provide  for  cases  where  the  labor  on  the 
materials  themselves  must  be  estimated  without  reference  to  the  quan- 
tity of  concrete  made  from  them. 

The  use  of  Table  50,  page  261,  is  illustrated  in  the  following  ex- 
amples: 

Screening  Sand.  Example  4'  How  many  cubic  yards  of  sand  for 
concrete  will  an  average  laborer  screen  from  bank  gravel  in  9  hours, 
the  gravel  which  is  caught  on  the  screen  requiring  to  be  shoveled  to 
one  side? 

Solution:    Since  from  Table  50,  Item  (1),  the  time  for  an  average 

man  to  screen  one  cubic  yard  of  sand  (this  time  includes  the  labor  of 

throwing  the  coarse  stuff  to  one  side)  is  39.2  minutes,  in  9  hours  or 

540 
540  minutes  he  will  screen  ^-~  =  13f  cubic  yards. 

o9 .  2i 

Hauling  Gravel.  Example  5:  Find  the  average  cost  per  cubic 
yard  based  on  labor  at  $1.40  per  day  of  9  hours  for  loosening,  loading, 
and  hauling  gravel  for  concrete  a  distance  of  2\  miles  with  teamster 
loading   alone. 

Solution:  Referring  to  Table  50,  Item  (8),  and  Table  52,  estimat- 
ing first  for  labor  at  $1.00  per  day  of  10  hours,  and  then  converting 
this  to  the  specified  wages,  as  follows: 

Item  (8),  (Table  50),  Loosening  gravel 6.6  min. 

From  Table  52,  Loading  and  hauling  gravel  2J  miles  for  9-hour 

day  with  teamster  loading  alone 529  X  0.90  =  476.0  min. 

Total  time  required Digged  b/G482.6  min. 
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482.6  min.  at  $1.00  per  day  of  10  hours  allowing  for  foreman  and 
15%  for  superintendence,  overhead  charges,  etc.  =  $1,068.     At  $1.40 

for  a  9-hour  day  =  $1,068  X  —  X  $1.40  =  $1.66. 

y 

Hauling  Cement.    Example  6:    Find  the  cost  of  delivering  1000 

barrels  Portland  cement,  packed  in  barrels,  a  distance  of  l£  miles 

from  the  railroad  station  to  the  job,  including  rolling  the  barrels  150 

.feet  to  the  pile  in  the  cement  shed,  with  labor  based  on  $1.40  per  day  of 

9  hours,  and  2-horse  team  with  teamster  at  $4.50  per  day  of  9  hours. 
Solution:     The  unit  operations  involved  are  represented  in  the 

table  by  Items  (12),  (14),  (15),  and  (IS),  cost  columns  of  which  include 
foreman's  wages.     As  in  Example  5,  the  cost  at  $1.00  per  day  of 

10  hours  is  first  found,  and  then  converted  into  cost  at  $1.40  per  9 
hours  for  laborers,  and  $1.50  per  9  hours  for  horses  and  teamsters,  that 
is,  $4.50  for  two  horses  and  one  teamster. 

Item  (12)  Loading  wagons  per  barrel $0 .  004 

Item  (15)  Unloading  wagons  per  barrel. 0.003 

Item  (18)  Rolling  barrels  150  feet  ($0,004  XI J) 0.006 


Total  labor  per  barrel  @  $1 .00  per  10-hour  day $0 .  013 

Total  labor  @  $1.40 per 9  hours  is $0,013  X  -1/  X  $1.-10  =  $0,020 

Item  (14)  Hauling  cement  per  barrel  1J  miles  @  $0,037 

per  mile $0,056 

Hauling  cement  with  labor  @  $1.50  per  9-hour  day  is 

$0,056  X  V  X  $1.50  -  $0,093 


Total  cost  per  barrel  for  delivering $0. 113 

Total  cost  for  delivering  1000  barrels $113.00 

Example  7:  What  will  be  the  difference  in  cost  in  Example  6  if 
the  cement  is  shipped  in  bags? 

Solution:  The  cost  of  hauling  is  the  same  as  in  the  preceding  case. 
For  the  other  unit  operations,  select  Items  (13),  (16),  and  (19),  Table 
50. 

Item  (13)  Loading  wagons  per  barrel $0,008 

Item  (16)  Unloading  wagons  per  barrel 0.001 

Item  (19)  Carrying  bags  150  feet  (0.013  X  1J) 0.020 


Total  labor  per  barrel  @  $1.00  per  10-hour  day $0,029 

Total  labor  @  $1.40  per  9  hours  is  $0,029  X  V"  X  $1.40  « $0,045 

This  cost  is  much  larger  than  in  the  preceding  example,  the  differ- 
ence amounting  for  the  entire  1000  barrels  to  a  sum  of  $25.00. 
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Wheelbarrow  Loads  per  Yard.  Example  8:  How  many  iron  wheel- 
barrow loads  of  average  size  will  be  required  to  convey  one  cubic  yard 
of  wet  concrete? 

Solution:  From  Item  (36)  on  page  260,  an  average  load  for  an  ordi- 
nary contractors'  barrow  is  1.3  cubic  feet  of  wet  concrete  measured 

27 

in  place,  hence  one  cubic  yard  of  27  cubic  feet  will  require  —  =   20.8 

l.o 

barrow  loads.  The  number  of  loads  and  the  cost  would  be  reduced  by 
using  a  larger  barrow. 

Economical  Gang  for  Carting.  Example  9:  Find  an  economical 
arrangement  for  gangs  of  average  men  under  ordinary  management 
handling  and  delivering  gravel  from  a  bank  3000  feet  distant  from 
the  job  when  the  rate  of  delivery  should  be  65  cubic  yards  of  gravel 
per  day  of  10  hours. 

Solution:  The  gravel  must  be  loosened,  screened,  loaded,  and  trans- 
ported, for  which  work  4  different  gangs  are  necessary.  From  Item 
(8)  we  find  that  the  average  time  of  loosening  one  cubic  yard  of 

gravel  is  6.6  minutes;  hence  one  man  should  loosen =  91  cubic 

6.6 

yards  of  gravel  in  one  day.     Since  65  cubic  yards  per  day  are  needed, 

one  man  loosening  will  be  sufficient. 

Assuming  that  the  gravel  is  screened  to  remove  sand,  the  time  per 

cubic  yard  from  Item  (3),  page  261,  is  93.8  minutes  and  the  number 

of  cubic  yards  screened  by  one  man  is  — -—  =  6.4  cubic  yards  per 

9o.o 

day  of  10  hours;  hence  to  screen  65  cubic  yards  of  gravel,  10  men 

are  needed. 

The  loading  gang  will  be  found  in  the  following  way.     Since  65 

cubic  yards  of  gravel  must  be  loaded  per  day,  the   time  will  be 

-—— -  =  9.2  minutes  per  cubic  yard  per  gang,  which  time  includes  the 
65 

time  of  waiting  during  change  of  carts. 

Subtracting  this  time  of  waiting,  or  2  minutes  per  cubic  yard  for 

large  carts,  we  have  for  the  actual  time  of  shoveling  per  gang,  9.2  — 

2.0  =  7.2  minutes  per  cubic  yard.  Dividing  the  time  per  cubic  yard 
required  by  one  man  (Table  45,  p.  234)  by  7.2  we  have  29.5  ^  7.2  = 

4.1  as  the  number  of  men  required  to  load  65  cubic  yards  per  day. 

Since  we  cannot  have  a  fraction  of  a  man,  the  loading  gang  may  be 

29.5 
either  4  or  5  men.    With  4  men  shoveling,  the  time  per  gang  would  be  — ^- 
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+  2.0  =  9.4  minutes  per  cubic  yard  and  the  amount  loaded  about 
64  cubic  yards,  but  by  referring  to  the  work  of  the  man  loosening, 
above,  we  see  that  he  should  have  one-third  of  his  time  to  spare,  so 
that  he  can  shovel  during  this  time.  Even  without  this  help,  the  4 
men  could  easily  work  enough  harder  to  load  the  65  yards  if  they 
found  it  necessary  to  do  so. 

The  number  of  carts  necessary  to  keep  the  shovelers  busy  all  the 
time  may  be  found  by  a  comparison  of  the  time  of  hauling  and  dump- 
ing with  the  time  of  loading.  From  Fig.  20,  page  243,  the  time  of 
loading  and  hauling  3000  feet  is  135  minutes.  Subtracting  the  time 
of  loading  or  69  minutes,  we  have  66  minutes  as  the  time  of  hauling  for 
one  man.  Hence,  the  time  of  hauling  is  22.0  minutes  per  team  and 
the  time  of  loading,  including  waiting  for  change  of  carts,  as  found 
above,  is  9.2  minutes  per  cubic  yard  per  gang  of  4  men  working  all  the 
time  and  one  man,  the  man  loosening,  a  small  part  of  the  time.  The 
number  of  carts  loaded  by  one  gang  while  one  cart  is  hauled  and 

22.0  +1.2 
dumped  is  — — — —  =  2.5  and  the  number  of  carts  required  to  keep 

y.z 

the  men  busy  would  be  2.5  +  1  =  3.5.  The  number  of  teams  must  be 
either  3  or  4.  In  the  first  case,  the  shoveling  gang  would  waste  time 
between  loads  in  waiting  for  carts  unless  otherwise  employed,  and 
the  amount  of  gravel  hauled  would  be  smaller  than  required,  while 
in  the  other  case,  the  men  would  not  load  the  cart  in  time  and  the 
teams  would  have  to  wait. 

At  least  two  plans  are  possible  to  avoid  this  waiting.  Engage  an 
extra  shoveler  so  that  the  time  per  cubic  yard  loading  a  large  cart  would 
be  reduced  to  7.9  minutes  per  gang,  when  3  carts  could  be  loaded  while 
the  fourth  is  being  hauled  and  dumped;  or  else,  still  better,  engage 
first-class  men  and  pay  them  a  slightly  higher  rate  per  day  with  the 
understanding  that  their  extra  pay  depends  upon  their  keeping  the 
teams  busy  and  handling  full  loads.  A  still  more  economical  plan, 
feasible  with  good  macadam  roads,  is  to  increase  the  capacity  of  the 
carts  by  side  boards,  so  that  they  will  hold  33.5  X  |  =  44.7  cubic 
feet.  This  is  a  large  load,  but  can  be  hauled  on  comparatively  level 
ground  by  a  good  pair  of  horses. 

Wheeling  Sand.  Example  10:  Find  cost  with  labor  at  $1.75  per 
day  of  9  hours  of  loading  sand  in  barrows  and  wheeling  250  feet  when 
one  man  assists  the  wheeler  in  loading  and  one  foreman  superintends 
18  laborers. 

a    7  r™  •  Digitized  by  VjOOQIvI 

solution:     The  assumptions  in  the  above  example  diner  largely 
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from  those  on  which  the  table  is  based,  therefore,  to  adjust  the  cost 
it  is  better  to  deal  with  unit  times  than  with  unit  costs. 

In  Table  50,  Item  (6),  the  time  of  loading  per  cubic  yard  of  sand 
when  wheeler  loads  alone  is  27.2  minutes.    For  our  case  this  time  must 
be  increased  25%  (see  footnotes  in  Table  50,  p.  261),  becoming  27.2 
+  6.8  =  34  minutes.    With  the  assumed  cost  of  labor  and  arrange- 
ment of  gang,  the  cost  per  hour  is 

One  laborer®  $1.75  per  9  hours $0,194 

One  foreman  for  18  laborers  @  $3.50  per  9  hours 0.022 

Cost  of  labor  per  hour $0 .216 

Add  15  per  cent  lor  superintendence,  overhead  charges,  etc 0 .  032 

Total  cost  of  labor  per  hour $0,248 

$0  248 
The  rate  of  pay  of  one  man  is  thus  — : =  $0.0041  per  minute. 

60 
Multiplying  this  by  the  number  of  minutes  per  cubic  yard,  the  cost 
is  34  X  $0.0041  =  $0,139  per  cubic  yard  for  loading. 

The  time  of  wheeling  sand  per  100  feet  is  9.5  minutes  (see 
Table  50, Item  (7) )  and  hence  for  250  feet  is  9.5  X  2.5  =  23.8  minutes. 
Multiplying  this  time  by  the  rate  per  minute  found  above  gives  the 
cost  of  wheeling  as  23.8  X  $0.0041  =  $0,097.  Adding  to  this  the  cost 
of  loading,  the  required  cost  becomes  $0,139  +  $0,097  =  $0,236  per 
cubic  yard. 

Hauling  Gravel.  Example  11:  Find  the  cost  of  loading  gravel  per 
cubic  yard  for  a  large  load  and  hauling  it  2\  miles  when  the  cost  of 
labor  is  $1.75  per  9  hours. 

Solution:  From  the  diagram,  Fig.  21,  page  245,  it  is  evident  that 
for  a  haul  of  this  length,  the  most  economical  arrangement  of  gang 
is  for  the  teamster  to  load  his  own  cart,  in  which  case  the  total  time  of 
loading,  hauling,  and  dumping  is  427  minutes  per  cubic  yard  for  a  10- 
hour  day  or  427  X  0 .  90  =  384  minutes  for  a  9-hour  day.  This  time 
multiplied  by  the  cost  per  minute  (see  p.  226)  gives  384  X  $0.00022 

$1  75 
X  — ^ —  =  $1.64  as  the  cost  per  cubic  yard  of  gravel. 

Example  12:  Is  it  cheaper  to  haul  gravel  from  a  bank  1\  miles 
away  where  a  horse  can  travel  17  miles  per  day  with  an  average  load 
or  from  another  bank  2  miles  away,  with  exceptionally  good  horses, 
that  can  travel  20  miles  per  day  with  a  large  load,  teamster  loading 
alone  and  labor  at  $2.00  per  day  of  10  hours?     Digitized  by  C 
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Solution :  From  Table  53,  the  cost  of  hauling  gravel  per  cubic  yard 
1|  miles  with  average  load  (17  miles  travel  per  day),  is  $1 .40.  Cost 
of  hauling  2  miles  with  large  load  (17  miles  travel  per  day)  is  $1.51. 
But,  where  material  is  hauled  2  miles,  the  team  travels  more  miles  per 
day  which  increases  the  amount  hauled  per  day  by  18%.  Hence  $1.51 
X  (1  -5-  1.18)  =  $1.28  is  the  cost  for  hauling  2  miles  under  those 
conditions.  Therefore,  hauling  from  the  further  bank  with  first  class 
horses  is  cheaper  than  the  shorter  haul  with  average  horses. 

Example  18:  With  labor  at  $2.00  per  day  of  10  hours  and  the 
ordinary  travel  of  a  team  17  miles  per  day,  what  will  it  cost  to  deliver 
100  yards  of  sand  per  day  to  mixer  two  miles  from  bank?  The  sand 
contains  15%  of  stones  and  must  be  screened  for  mortar.  How  many 
men  and  how  many  carts  are  required? 

Solution : 

Item  (l)  from  Table  50.    Screening  sand,  per  cubic  yard  of  screened 

sand $0,173 

From  Table  53,  Loading  (large  load)  and  hauling  2  miles  per  cubic 

yard 1 .420 


Total  cost  of  screening  and  hauling  sand  per  cubic  yard $1,593 

100  yards  per  day  of  screened  gravel  are  required  so  that  the  time  per 
cubic  yard  will  be  t—  =  6  minutes,  and  the  number  of  men  re- 
quired to  screen  one  yard  in  6  minutes  will  be  from  Item  1,  page  261 
39.2 

6 

A  team  requires  70.55  minutes  (see  p.  237)  to  make  a  round  trip  of  a 
mile  including  time  to  rest,  thus  giving  70.55  X  2  =  141.10  min.  per 
round  trip  per  team. 

600  ,    , 

The  number  of  trips  per  day  will  be  —   rr  =  4  +  and  the  amount 

4  X  35? 
of  sand  hauled  per  day  per  team  will  be . — ^= —  =  5.26  cubic  yards. 

100 
The  number  of  teams  required  will  be  -  og  =  19. 

o.Jo 

Therefore  the  total  number  of  men  required  to  deliver  100  yards  of 

sand  per  day  are  7  men  screening  and  19  men  and  their  teams  hauling. 

The  cost  per  cubic  yard  has  been  figured  from  the  table  but  this  cost 

makes  no  allowance  for  times  of  men  and  teams  beyond  just  the  re- 
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quired  Dumber.  In  the  above  example,  the  teams  would  make  a  little 
more  than  4  trips  a  day,  so  this  extra  time  will  be  wasted  as  well  as 
part  of  the  time  of  one  man  screening.  If  the  cost  of  this  time  wasted 
is  figured,  as  will  be  the  case  in  the  actual  work,  the  actual  cost  of  the 
teams  and  men  would  be 

19  teams  with  their  teamsters  @  $6.00  per  day $114 .00 

7  men  screening  @  $2.00  per  day 14.00 

Total  cost  of  men  and  teams $128.00 

Add  15  per  cent  for  foreman  and  15  per  cent  extra  for  superinten- 
dence, overhead  charges,  etc 41 .00 

Total  cost  per  100 cubic  yards $169.00 

Actual  cost  per  cubic  yard $1 .  69 

or  $0.10  more  than  figured  from  the  table. 

This  difference  shows  that  the  layout  of  the  work  is  not  the  most 
economical  and  that  some  other  arrangements  should  be  made,  such 
as  4  trips  in  three  days  and  5  trips  on  the  fourth  day. 

Example  14 :  There  is  a  gravel  bank  §  mile  away  from  mixer  where 
the  gravel  contains  sand  that  must  be  screened  out.  The  road  from 
this  bank  is  only  fair  and  a  team  can  haul  an  average  load.  Another 
gravel  bank  1  mile  away  is  reached  by  a  good  road,  over  which  a 
large  load  can  be  hauled.  The  gravel  from  this  latter  bank  contains 
some  large  stones  which  must  be  removed.  With  labor  at  $2.00  per 
day  of  10  hours  and  teams  traveling  17  miles  per  day,  which  is  the 
cheaper  bank  to  use? 

Solution:     For    the  cost  per  cubic  yard  from    the  nearer  bank: 

Item  (3)  Table  50,  Cost  of  screening  gravel  to  remove  sand  per  cubic 

yard  of  screened  gravel $0,412 

From  Table  53,  Cost  loading  and  hauling  J  mile  two  men  and  team- 
ster per  cubic  yard 0 .  610 

Total  cost. $1 .022 

For  the  cost  per  cubic  yard  from  the  further  bank: 

Item  (2)  Table  50,  Cost  of  screening  gravel  to  remove  stones,  per  cubic 

yard  of  screened  gravel $0,231 

From  Table  53,  Cost  loading  and  hauling  1  mile  (one  man  and 

teamster  loading)  per  cubic  yard 0.830 

Total  cost  of  gravel  hauled  1  mile  per  cubic  yard $1  061 

It  is  thus  $0.04  per  cubic  yard  cheaper  to  haul  gravel  from  nearer  bank. 
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Example  15:  What  is  the  cost  of  hauling  100  cubic  yards  of  gravel, 
average  loads,  in  double  carts  3  miles,  the  average  daily  travel  of  team 
being  17  miles  in  10  hours  ? 

Solution:  From  Table  53,  the  cost  of  hauling  1  cubic  yard  of  gravel, 
average  load,  3  miles  with  teamster  loading  alone,  is  $2.81  for  average 
man.    For  100  yards,  the  total  cost  would  be  $281. 

Example  16 :  What  is  the  cost  per  cubic  yard  of  hauling  sand,  large 
loads,  \  mile,  when  a  horse  travels  17  miles  in  10  hours,  average  men 
shoveling? 

Solution :  From  Table  53,  the  cost  per  cubic  yard  of  hauling  sand 
in  large  loads  \  mile,  with  two  men  and  teamster  shoveling,  is  $0.44. 
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MISCELLANEOUS  CONCRETE  DATA 

The  weights  of  cement  per  barrel  and  bag  are  those  recommended 
in  the  Standard  Specifications  of  the  American  Society  tor  Testing 
Materials  and  adopted  by  cement  manufacturers  in  the  United 
States.  The  values  for  the  volumes  and  weights  of  cement  and  con- 
crete under  various  conditions  are  the  result  of  the  authors'  investi- 
gations and  tests,*  and  represent  carefully  prepared  averages.  (See 
p.  133.) 

In  proportioning  concrete,  cement  is  assumed  to  weigh  100  pounds 
per  cubic  foot,  this  corresponding  to  a  barrel  volume  of  3.76  or,  in 
round  numbers,  3.8  cubic  feet.  The  adoption  of  these  units  is  dis- 
cussed on  page  134. 

The  capacities  of  wheelbarrows  and  carts  as  given  in  the  table  have 
been  found  by  measurement  Qf  actual  loads  on  a  large  number  of  jobs 
in  different  sections  of  the  country.  The  size  of  carts  will  vary  some- 
what but  the  values  here  given  are  average  values  and  can  be  used  for 
ordinary  conditions.  If  a  contractor  uses  carts  of  different  size  than 
given  here  he  can  correct  the  values  in  the  tables  accordingly.  This  is 
discussed  on  page  248. 

TABLE  49.    MISCELLANEOUS  CONCRETE  DATA  (See  p.  259) 

DESCRIPTION 
Weights  of  Cement 

Item  Lb. 

(1)  Portland  Cement  per  barrel  net 376 

(2)  Portland  Cement  per  bag  net 94 

(3)  Natural  Cement  per  barrel  net 282 

(4)  Natural  Cement  per  bag  net 94 

(5)  Cement  barrel  weighs  from  15  to  30  pounds,  averaging 20 

(6)  Portland  Cement  in  standard  proportioning  per  cubic  foot 100 

(7)  Packed  Portland  Cement,  as  in  barrels,  averages  per  cubic  foot.. .  115 

(8)  Packed  Portland  Cement,  based  on  a  barrel  of  3 . 5  cubic  feet  capacity 

per  cubic  foot 108} 

(9)  Loose  Portland  Cement  averages  per  cubic  foot 92 

Ratios  of  Weights  of  Portland  Cement 

Cu.Ft. 

(10)  Approximate  ratio  of  weight  of  cement  packed  to  standard  weight . .  1 .  08 

(11)  Approximate  ratio  of  weight  of  cement  packed  to  weight  loose 1.28 

(12)  Approximate  ratio  of  weight  of  cement  packed  to  weight  shaken. .  1.13 

(13)  Approximate  ratio  of  weight  of  cement  packed  to  weight  sifted 1 .  37 

These  tests  are  fully  discussed  in  Taylor  and  Thompson's  "Concrete,  Plain  and 
Reinforced,"  second  edition,  p.  217. 
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Volumes  of  Cement 

Cu.Ft. 

(14)  Volume  of  cement  barrel  if  cement  is  assumed  to  weigh  100  pounds 

per  cubic  foot 3.8 

(15)  American  Portland  Cement  barrel  averages  between  heads 3.5 

(16)  Foreign  Portland  Cement  barrel  averages  between  heads 3.25 

(17)  Natural  cement  barrel  averages  between  heads 3.75 

Weights  and  Volumes  of  Neat  Cement  Paste 

Lb. 

(18)  Weight  of  paste  of  neat  Portland  cement  per  cubic  foot 137 

Cu.Ft. 

(19)  Volume  of  paste  made  from  100  pounds  of  neat  Portland  cement. .  0.86 

(20)  Volume  of  paste  made  from  one  barrel  of  neat  Portland  cement. ...  3.2 

Weights  of  Concrete  and  Mortar* 

Lb. 

(21 )  Weight  of  Portland  cement  mortar  in  proportions  1 :  2i,  per  cubic  foot  135 

(22)  Weight  of  cinder  concrete  per  cubic  foot  112 

(23)  Weight  of  conglomerate  concrete 150 

(24)  Weight  Of  gravel  concrete \ 150 

(25)  Weight  of  limestone  concrete 148 

(26)  Weight  of  sandstone  concrete 143 

(27)  Weight  of  trap  concrete 155 

Loads  of  Wheelbarrows 

Cu.Ft. 

(28)  Wood  wheelbarrows,  average  load  of  broken  stone  or  gravel 2.4 

(29)  Wood  wheelbarrows,  average  load  of  sand 2.5 

(30)  Iron  wheelbarrows,  average  load  of  broken  stone  or  gravel 2.7 

(31)  Iron  wheelbarrows,  average  load  of  sand 3.0 

(32)  Large  load  of  broken  stone  or  gravel  on  short  haul 3.0 

(33)  Large  load  of  sand  on  short  haul 3.5 

(34)  Average  load  of  concrete  ffor  iron  barrow. 1.9 

(35)  Large  load  of  concrete  ffor  iron  barrow 2.2 

(36)  Average  load  of  very  wet  concrete  for  iron  barrow 1.3 

Shovelful 

(37)  Number  of  shovelfuls  of  concrete  per  iron  barrow  in  an  average  load      13 

(38)  Number  of  shovelfuls  of  concrete  per  iron  barrow  in  a  large  load. .       15 

(39)  Barrows  of  special  volumes  are  made  for  measuring  sand  and  stone 

Loads  of  Concrete  Carts 

Cu.Ft. 

(40)  Average  load  of  Ransome  Cart /      4\ 

(41)  Capacity  of  Ransome  Cart,  water  measure 6J 

Loads  of  Carts  t 

Cu.  Ft. 

(42)  Double  cart,  average  load  of  broken  stone  or  gravel 27 

(43)  Double  cart,  average  load  of  sand 29i 

(44)  Double  cart,  large  load  of  broken  stone  or  gravel 33i 

(45)  Double  cart,  large  load  of  sand 35i 

(46)  Single  cart,  average  load  of  broken  stone  or  gravel 13 

(47)  Single  cart,  average  load  of  sand 14 

(48)  Single  cart,  large  load  of  broken  stone  or  gravel 16 

(49)  Single  cart,  large  load  of  sand 17 

*W eight  of  concrete  and  mortar  varies  with  the  proportions  as  well  as  with 
the  materials  composing  them.  Loose  unrammed  concrete  is  5  per  cent  to  25 
per  cent  lighter  than  concrete  in  place,  varying  with  the  consistency. 

tConcrete  is  assumed  to  be  of  medium  consistency  unless  otherwise  stated. 

JThese  values  are  given  as  loose  measurements.  D 
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TABLE  50.    HANDLING  AND  TRANSPORTING  CONCRETE 
MATERIALS.     (See  p.  222) 

Costs  Include  foreman  for  each  gang  of  13  men  plus  15  per  cent  for  superin- 
tendence, overhead  charges,  etc.,  but  do  not  include  office  expenses  or  profit. 

Double  teams  with  teamster  are  taken  as  3  times  the  cost  of  a  man. 

For  other  rates  per  hour,  multiply  the  lOp  per  hour  costs  by  the  required  rate 
per  hour,  pointing  off  one  place  to  the  left. 

Times  and  costs  of  loading  and  unloading  unless  otherwise  stated,  allow  for 
carrying  or  rolling  the  cement  about  25  feet. 


Unit  Operation 

Unit  Time 

Unit  Cost  op  Labor 

Expressed  as 
Time  of 
One  Man 

10  Cents 
Per  Hour 

20  Cts. 

per 
Hour 

Itsm 

19 
O 

< 

o  » 

a 

5* 

£  w 
< 

<y 

g  H 
< 

mln. 

mln. 

$ 

$ 

% 

Screening  Sand  and  Gravel  for  Concrete  (See  p.  227) 

(1) 
(2) 
(3) 

Screening  sand  to  remove  small  stones 
per  cu.  yd.  of  screened  sand 

Screening    gravel    to    remove    coarse 
stones  per  cu.  yd.  of  screened  gravel 

Screening  gravel  to  remove  sand,  per 
cu.  yd.  of  screened  gravel 

Per  C 

39.2 
52.5 
93.8 

46.9 

[JBIC  YA 

27.4 
36.7 
65.4 

32.8 

RD  OP  LC 

0.087 
0.116 
0.206 

0.103 

0.038 

)osb  Ma 

Oc 

0.061 
0.081 
0.144 

0.072 

0.027 

TB  RIALS 

20c 

0.173 
0.231 
0.412 

(4) 

Screening  gravel  to  separate  sizes,  ma- 
terials measured  on  both  sides  of 
screen 

0.206 

(5) 

Screening   gravel    by    power    through 
inclined  or  revolving  screens,  all  ma- 
terials measured,   approximate  cost 

0.057 

Handling  Sand  (See  p.  241) 

For  loading  carts  and  hauling  see  Tables 
51  to  53,  pages  263  to  267 

27.2 
9.5 

19.0 
6.8 

0.060 
0.021 

0.042 
0.015 

(6) 

♦Loading  wheelbarrows,  wheeler  loading 
his  own  barrow 

0.120 

(7) 

Wheeling  barrows,  3  cubic  feet  capacity, 
100  feet  and  return 

0.042 

Handling  Broken  Stone  or  Gravel  (See  p.  241) 

(8) 
(9) 

Loosening  gravel  in  bank  with  pick 

If  broken  stone  is  shoveled  from  top  of 
pile,  add  to  times  loading 

6.6 
19.6 
35.0 

9.5 

4.6 
13.7 
24.5 

6.8 

0.014 
0.043 
0.077 
0.021 

0.010 
0.030 
0.054 
0.015 

0.029 
0.087 

(10) 

*  Loading  wheelbarrows,  wheeler  loading 
his  own  barrow 

0.155 

(ID 

Wheeling  barrow,  3  cubic  feet,  capacity 
100  feet  and  return 

0.042 

*When  two  men  load  and  wheeler  does  not,  add  35%,  and  when  one  man 
helps  wheeler  add  25%  to  these  values. 
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TABLE  50.    HANDLING  AND  TRANSPORTING  CONCRETE 
MATERIALS— Continued.     (See  p.  222.) 
See  important  notes  page  261. 


Item 


Unit  Operation 


Unit  Time 

Expressed  as 

Time  op 

One  Man 

H 

O 

< 

cy 

Unit  Cost  op  Labor 


10  Cents 
Per  Hour 


H 

5 

5  H 

ga 


20Cts. 
Hour 


Pa 


Handling  Portland  Cement  (See  p.  251) 


(12)*Loading  barrels   of  Portland   cement 
into  wagons 

(13)  *Loading  bags  of  Portland  cement  into 

wagons 

(14)  Hauling   Portland   cement   in  2-horse 

wagons  per  mile 

(15)  ♦Unloading  barrels  of  Portland  cement 

from  wagons 

(16)  "Throwing  off  bags  of  Portland  cement 

from  wagons 

(17)  *Unloading  from  wagons  and  carrying 

bags  of  Portland  cement  about  30  ft. . 

(18)  Rolling  Portland  cement  in  barrels  by 

hand  per  100  feet 

(19)  Carrying  Portland  cement  in  bags  per 

100  feet  (one  man) 

(20)  Loading  bags  of  Portland  cement  from 

cars  to  trucks 

(21)  Hauling  bags  of  Portland  cement  on 

trucks  into  storehouse 

(22)  Piling  bags  of  Portland  cement  in  store 

house .• 


Per  Barrel  op  Cement 


1.9 
3.8 
16.5 
1.6 
0.9 
2.9 
1.8 
6.0 
1.8 
3.6 
3.6 


1.3 
2.6 
14.0 
1.1 
0.6 
2.0 
1.3 
4.2 
1.3 
2.6 
2.6 


@10o 

0.003 


0.004 
0.008 
0.037 
0.003 
0.001 
0.006 
0.004 
0.013 
0.004 
0.008 
0.008 


0.006 
0.031 
0.002 
0.001 
0.004 
0.003 
0.010 
0.003 
0.006 
0.006 


20c 

0.008 
0.017 
0.073 
0.007 
0.004 
0.013 
0.006 
0.027 
0.008 
0.016 
0.016 


Handling  Natural  Cement  (See  p.  25l) 


(23) 
(24) 
(25) 
(26) 
(27) 
(28) 


♦Loading  barrels  of  natural  cement  into 

wagons 

♦Loading  bags  of  natural  cement  into 

wagons 

Hauling  natural  cement  in  2-horse  wag- 
ons per  mile 

Unloading  barrels  of  natural  cement 

from  wagons 

♦Throwing  off  bags  of  natural  cement 

from  wagons 

♦Unloading  from  wagons  and  carrying 
bags  of  natural  cement  about  30  feet. . 


Per  Barrel  op 

Cement 

1.9 

1.3 

0.004 

0.003 

2.9 

2.0 

0.006 

0.004 

12.7 

10.8 

0.028 

0.024 

2.0 

1.4 

0.004 

0.003 

0.7 

0.4 

0.001 

0.001 

2.2 

1.6 

0.005 

0.003 

0.008 
0.013 
0.056 
0.009 
0.003 
0.010 


*If  haul  is  less  than  }  mile,  add  50  per  cent  to  times  and  costs  loading  and 
nloading  to  allow  for  time  of  teams  waiting. 
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TABLE   51.    TIMES  AND  COSTS  OF  LOADING  AND  DUMP- 
ING SAND  AND  GRAVEL  PER  CUBIC  YARD  FOR 
DOUBLE  CARTS.     (See  p.  233) 

Times  given  are  times  for  double  carts  per  one  man  and  include  allowance 
for  rest  and  necessary  delays  occurring  throughout  the  day. 

Times  and  costs  include  not  only  the  time  of  the  shovelers  but  also  the  time 
of  the  team  and  teamster  waiting  for  load,  changing  carts,  and  dumping. 

Costs  include  foreman  for  each  gang  of  13  men  plus  15  per  cent  for  superin- 
tendence, overhead  charges,  etc.,  but  do  not  include  office  expenses  or  profit. 

Labor  201  per  hour. 


p  Men  Loading 

Large  Load 

Average  Load 

Sand 

Gravel 

Sand 

Gravel 

NUMBBB  O 

H 

a 

m 

m 

O 

o 

o 

o 

ft 

5h 

2  w 

O  H 

i« 

5  H 

2* 
5H 

Ss 

ss 

S3 

S3 

£a 

B3 

£3 

B3 

< 

a 

< 

<y 

< 

a 

< 

a 

TIMES  OF  LOADING  AND  DUMPING 


Teamster 

One  man 

One  man  and  Teamster. . . 

Two  men 

Two  men  and  Teamster... 

Three  men 

Three  men  and  Teamster. 

Four  men 

Four  men  and  Teamster* . 
Five  men* 


mln. 

min. 

min. 

min. 

min. 

min. 

min. 

68.2 

50.1 

98.2 

71.1 

70.1 

52.2 

100.5 

90.0 

65.7 

130.0 

93.6 

92.0 

68.2 

132.5 

60.4 

38.3 

70.7 

52.6 

52.7 

40.8 

73.5 

62.1 

47.2 

87.5 

65.0 

64.8 

50.1 

90.8 

45.7 

35.7 

62.8 

47.7 

48.5 

38.6 

66.2 

64.2 

42.2 

74.6 

56.5 

57.2 

45.5 

78.5 

44.3 

35.2 

60.0 

46.3 

47.4 

38.5 

63.8 

51.2 

40.5 

69.4 

53.4 

54.6 

44.2 

73.6 

44.3 

35.7 

59.0 

46.3 

47.7 

39.4 

63.3 

50.2 

40.3 

67.0 

52.4 

53.8 

44.4 

71.7 

min. 

73.5 
96.5 
55.5 
68.4 
51.1 
60.4 
50.2 
57.8 
50.7 
57.3 


COSTS  OF  LOADING  AND  DUMPING 


Teamster 

One  man 

One  man  and  Teamster. . 

Two  men 

Two  men  and  Teamster  . 

Three  men 

Three  men  and  Teamster 

Four  men 

Four  men  and  Teamster* 
Five  men* 


0.301 

0.398  |0 

0.223 

0.274 

0.202 

0.240 

0.196 

0.226 

0.196 

0.222 


221 
290 
169 
209 
157 
186 
156 
179 
157 
178 


434 
575 
312 
387 
278 
330 
265 
307 
261 
296 


0.313 
0.414 
0.232 
0.287 
0.211 
0.250 
0.205 
0.236 
0.205 
0.232 


0.310 
0.407 
0.233 
0.286 
0.214 
0.253 
0.209 
0.241 
0.211 
0.238 


0.231 
0.301 
0.180 
0.221 
0.171 
0.201 
0.170 
0.195 
0.174 
0.196 


0.444 
0.586 
0.325 
0  =  401 
0.293 
0.347 
0.282 
0.325 
0.280 
0.317 


0.325 
0.426 
0.245 
0.302 
0.226 
0.026 
0.222 
0.255 
0.224 
0.253 


♦Maximum  number  of  men  that  can  shovel  into  one  cart  without  being  in 
each  other's  way. 
Note — Capacity  of  Carts 

Large  load  of  gravel,  33}  cubic  feet,  loose  measurement. 

Average  load  of  gravel,  27  cubic  feet  loose  measurement. 

Large  load  of  sand,  35}  cubic  feet  loose  measurement. 

Average  load  of  sand,  29}  cubic  feet,  loose  measurement. 


TABLE  52.    TIMES  PER  CUBIC  YARD  OF  LOADING  AND 
HAULING  SAND  AND  GRAVEL  (See  p.  244) 

Times  given  are  times  per  one  man  and  include  allowance  for  rest  and  neces- 
sary delays  occurring  throughout  the  day. 
17  miles  travel  for  horse  per  10-hour  day. 
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224 
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229 
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201 
244 
217 
25S 
210 
251 
219 
260 
214 
255 
221 
262 
218 
259 
224 
265 
221 
262 
220 
267 


•It  was  found  that  5  men  was  the  greatest  number  that  could  shovel  into  one 
eart  without  being  in  each  other's  way. 
tLong  haul. 

All  values  to  the  left  of  the  heavy  line  are  computed  for  short  haul  and  those 
•  the  right  for  long  haul. 


TABLE  52.    LOADING  AND  HAULING— Continued 

Capacity  of  Carts. 

Large  load  of  gravel,  33}  cubic  feet  loose  measurement. 
Average  load  of  gravel,  27  cubic  feet  loose  measurement. 
Large  load  of  sand,  35}  cubic  feet  loose  measurement. 
Average  load  of  sand,  29}  cubic  feet  loose  measurement. 
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If  the  travel  of  the  team  is  20  miles  per  10  hours  instead  of  17  miles  multiply 
the  above  values  by  0.85. 

If  the  travel  of  the  team  is  17  miles  per  8  hours  instead  of  per  10  hours  multiply 
the  above  values  by  0.80. 
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TABLE   S3.    COSTS  PER  CUBIC  YARD  OF  LOADING  AND 
HAULING  SAND  AND  GRAVEL  (See  p.  244) 

Costs  include  foreman  for  each  gang  of  13  men  plus  15  per  cent  for  superin- 
tendence, overhead  charges,  etc.,  but  do  not  include  office  expenses  or  profit. 
Labor  20£  per  hour.    17  miles  travel  for  horse  per  10  hour  day. 
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1.18 


•It  was  found  that  5  men  was  the  greatest  number  that  could  shovel  into  one 
cart  without  being  in  each  other's  way. 

tLong  Haul. 

All  values  to  the  left  of  the  heavy  line  are  computed  for  short  haul  and  those 
to  the  right  for  long  haul. 


TABLE  S3.    LOADING  AND  HAULING— Continued 

Capacity  of  Carts. 

Large  load  of  gravel,  33}  cubic  feet  loose  measurement. 
Average  load  of  gravel,  of  27  cubic  feet  loose  measurement. 
Large  load  of  sand,  35}  cubic  feel  loose  measurement. 
Average  load  of  sand,  29}  cubic  feet  loose  measurement. 
GRAVEL 
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2.36 
2.90 

3.02 
3.74 
3.16 
3.88 

3.02 
3.74 
3.12 
3.84 

3.78 
4.68 
3.92 
4. 82 

3  78 

Uo 

1.46 

1.64 

4.68 

1J2" 

lffi 

3.S7 

4.78 

1.20 

1.18 

1.39 

1.37 

1.58 

1.56 

1.96 

1.94 

2.34 

2.32 

3.10 

3.07 

3.85 

3.39 

i.48 

1.46 

1.71 

1.69 

1.94 

1.93 

2.41 

2.39 

2.88 

2.86 

3.81 

3.80 

4.75 

4.73 

1.29 

1.24 

1.48 

1.43 

1.66 

1.62 

2.04 

1.99 

2.42 

2.37 

3.17 

3.12 

3.91 

3.88 

1.55 

1.52 

1.79 

1.75 

2.02 

1.98 

2.49 

2.45 

2.96 

2.92 

3.89 

3.85 

4.83 

4.79 

1.25 

1.21 

1.44 

1.40 

1.61 

1.59 

1.99 

1.97 

2.37 

2.34 

3.13 

3.09 

3.88 

3.85 

1.51 

1.49 

1.75 

1.71 

1.98 

1.95 

2.45 

2.42 

2.92 

2.89 

3.85 

3.82 

4.79 

4.76 

1.29 

1.25 

1.48 

1.44 

1.67 

1.63 

2.06 

2.01 

2.43 

2.38 

3.18 

3.14 

3.94 

3.89 

1.56 

1.52 

1.80 

1.76 

2.03 

1.99 

2.49 

2.46 

2.97 

2.93 

3.90 

3.86 

4.84 

4.80 

1.26 

1.23 

1.45 

1.42 

1.63 

1.61 

2.01 

1.98 

2.39 

2.36 

3.15 

3.12 

3.93 

3.89 

1.53 

1.50 

1.77 

1.74 

2.00 

1.97 

2.47 

2.44 

2.94 

2.90 

3.87 

3.84 

4.81 

4.78 

1.30 

1.26 

1.49 

1.45 

1.67 

1.64 

2.06 

2.02 

2.44 

2.40 

3.19 

3.15 

3.95 

3.90 

1.58 

1.54 

1.81 

1.77 

2.05 

2.00 

2.51 

2.47 

2.98 

2.94 

3.92 

3.88 

4.85 

4.81 

1.28 

1.69 

1.46 

1.43 

1.65 

1.62 

2.03 

2.00 

2.41 

2.38 

3.16 

3.13 

3.92 

3.88 

1.56 

1.51 

1  79 

1.75 

2.02 

1.98 

2.49 

2  45 

2.96 

2.92 

3.89 

3.85 

4.83 

4.79 

1.31 

1.27 

1.50 

1.46 

1.68 

1.65 

2.06 

2.03 

2.44 

2.10 

3.20 

3.16 

3.96 

3.91 

1.59 

1.55 

1.82 

1.78 

2.06 

2.02 

2.52 

2.48 

2.99 

2.95 

3.92 

3.89 

4.86 

4.82 

SAND 

1.07 

1.07 

1.24 

1.24 

1.42 

1.42 

1.78 

1.78 

2.13 

2.13 

2.85 

2.85 

3.56 

3.56 

1.29 

1.29 

1.50 

1.50 

1.71 

1.71 

2.14 

2.14 

2.57 

2.57 

3.43 

3.43 

4.28 

4.28 

1.16 

1.14 

1.34 

1.31 

1.52 

1.49 

1.87 

1.85 

2.23 

2.20 

2.95 

2.91 

3.66 

3.62 

1.39 

1.35 

1.60 

1.57 

1.81 

1.78 

2.24 

2.21 

2.67 

2.64 

3.52 

3.49 

4.38 

4.35 

1.12 

1.11 

1.80 

1.28 

1.47 

1.46 

1.83 

1.82 

2.19 

2.17 

2.90 

2.89 

3.62 

3.59 

1.34 

1.82 

1.56 

1.54 

1.77 

1.75 

2.20 

2.18 

2.63 

2.61 

3.48 

3.46 

4.33 

4.32 

1.17 

1.14 

1.35 

1.33 

1.52 

1.50 

1.88 

1.86 

2.24 

2.21 

2.96 

2.93 

3.67 

3.64 

1.40 

1.36 

1.61 

1.58 

1.82 

1.79 

2.25 

2.22 

2.68 

2.65 

3.53 

3.51 

4.38 

4.36 

1.14 

1.13 

1.32 

1.30 

1.49 

1.48 

1.85 

1.84 

2.21 

2.19 

2.93 

2.90 

3.64 

3.62 

1.37 

1.34 

1.58 

1.56 

1.79 

1.77 

2.22 

2.20 

2.65 

2.63 

3.51 

3.48 

4.36 

4.34 

1.18 

1.16 

1.36 

1.33 

1.53 

1.51 

1.89 

1.87 

2.25 

2.22 

2.96 

2.94 

3.67 

8.65 

1.40 

1.37 

1.62 

1.59 

1.83 

1.80 

2.26 

2.23 

2.69 

2.66 

3.54 

3.51 

4.40 

4.37 

1.16 

1.14 

1.33 

1.32 

1.51 

1.50 

1.87 

1.85 

2.23 

2.21 

2.94 

2.92 

3.66 

3.63 

1.39 

1.36 

1.60 

1.57 

1.81 

1.79 

2.24 

2.21 

2.67 

2.64 

3.52 

3.50 

4.38 

4.35 

1.19 

1.17 

1.37 

1.34 

1.54 

1.52 

1.90 

1.88 

2.25 

2.23 

2.97 

2.94 

3.68 

3.66 

1.42 

1.38 

1.63 

1.60 

1  84 

1.81 

2.27 

2.24 

2.70 

2.67 

3.55 

3.52 

4.41 

4.38 

1.17 

1.15 

1.35 

1.33 

1.52 

1.51 

1.88 

1.87 

2.24 

2.22 

2.95 

2.94 

3.66 

3.64 

1.40 

1.37 

1.61 

1.59 

1.83 

1.80 

2.25 

2.23 

2.68 

2.66 

3.54 

3.51 

4.39 

4.37 

1.20 

1.18 

1.37 

1.35 

1.53 

1.52 

1.91 

1.89 

2.27 

2.24 

2.98 

2.96 

3.69 

3.67 

1.43 

1.39 

1.64 

1.61 

1.85 

1.82 

2.28 

2.25 

2.71 

2.68 

8.56 

3.54 

4.41 

4.38 

If  the  travel  of  the  team  is  20  miles  per  10  hours  instead  of  17  miles  multiply 
the  above  values  by  0.85  and  if  the  travel  of  the  team  is  17 miles  per  8  hours 
instead  of  per  10  hours,  multiply  the  above  values  by  0.80  providing  the  rates 
per  hour  are  the  same. 
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CHAPTER   XI 
LABOR  OF  HAND  MIXING 

Although  upon  all  extensive  operations  concrete  is  now  mixed  by 
a  machine,  hand  mixing  is  necessary  and  may  be  even  economical 
under  certain  conditions,  (1)  where  the  quantity  of  concrete  is 
so  small  as  to  prohibit  the  expense  of  purchasing  or  renting  a  mixer, 
(2)  where  concrete  is  laid  in  so  thin  a  layer  or  at  so  many  different 
places  that  the  cost  of  the  frequent  moving  of  a  mixer  counterbalances 
the  saving  otherwise  realized,  and  (3)  in  beginning  large  jobs  before 
the  machinery  has  arrived  or  where  the  work  is  slow  at  the  start. 
The  cost  by  hand  mixing,  therefore,  should  be  estimated  not  only 
when  it  obviously  is  the  only  method  to  use,  but  also  to  determine 
whether  hand  work  may  not  be  the  cheaper. 

Notwithstanding  that  comparative  tests  have  usually  shown  ma- 
chinery-mixed concrete  to  be  the  stronger,  with  careful  superintend- 
ence, hand  mixing  will  give  first-class  results.  Concrete  of  wet  consist- 
ency, soft  enough  to  flow  sluggishly,  such  as  is  used  in  building  con- 
struction, is  less  easily  worked  by  hand  than  a  mixture  of  stiffer 
plastic  consistency. 

The  cost  of  mixing  by  hand  varies  with  local  conditions,  but  when, 
as  is  usually  the  case  on  any  particular  job,  the  local  characteris- 
tics are  known,  it  is  possible  to  estimate  the  cost  very  closely  instead 
of  making  it  a  matter  of  mere  guess.  To  be  sure,  the  experienced 
engineer  or  contractor  may  guess  quite  accurately,  Dut  almost  any- 
one will  fall  down  once  in  a  while  and  make  a  mistake  which  may 
amount  to  a  large  percentage  of  the  cost,  enough  to  make  a  difference 
between  profit  and  loss,  when  conditions  are  different  from  those 
with  which  he  is  familiar.  With  the  proper  data  at  hand,  it  is  just 
as  easy  and  takes  no  more  time  to  estimate  accurately  than  to  study 
the  problem  carefully  enough  to  hazard  a  guess  which  will  include 
all  of  the  variables. 

The  tables  in  this  chapter  furnish  means  for  estimating  the  cost  of 
the  labor  of  mixing  concrete  by  hand  under  almost  any  conditions 
that  are  likely  to  be  met  with  in  practice. 
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The  principal  table,  Table  55,  (p.  312),  gives  costs  and  also  times  for 
mixing  concrete  under  various  conditions,  the  different  operations 
being  sub-divided  so  that  the  proper  units  to  use  on  any  particular 
job  may  be  selected  and  combined.  The  different  parts  of  the  table 
are  described  more  fully  on  page  282  and  the  pages  which  follow, 
and  the  method  of  using  is  also  illustrated  by  examples  (p.  300). 
A  table  of  examples,  Table  56,  (p.  318),  gives  the  times  and  costs 
for  a  number  of  selected  conditions  that  are  frequently  met  with  in 
practice. 

Before  discussing  costs  in  detail,  methods  of  mixing  by  hand  are 
briefly  outlined  (p.272)  and,  on  page  277,  the  arrangement  of  anumber 
of  gangs,  selected  from  actual  construction  work,  is  given,  together 
with  their  output,  and  this  output  is  compared  in  each  case  with  an 
estimate  made  up  from  the  tables.  Further  on,  the  time  mixing 
one  batch  of  concrete  is  taken  up  in  detail  to  illustrate  the  variation 
in  time  with  different  methods  of  handling  the  materials  (p.  278). 
Also,  in  this  connection,  the  unit  operations  or  elements  of  hand  mix- 
ing are  considered  in  still  greater  detail  (p.  290),  so  as  to  illustrate 
the  application  of  unit  times  to  the  economical  arrangement  of  a 
gang. 

The  tables  presented  and  the  method  of  taking  up  the  subject 
are  entirely  different  from  the  plan  usually  followed  in  published  arti- 
cles  or  books  giving  records  of  special  jobs.  In  Chapters  I  and  II, 
selected  cost  data  of  this  kind  are  presented,  but  these  or  similar 
records  are  of  comparatively  little  value  because  they  seldom  apply 
exactly  to  another  job  and,  even  if  the  costs  are  separated  into  units, 
it  is  difficult  to  pick  out  the  proper  ones  for  any  other  case.  Further- 
more, there  is  no  means  of  knowing  whether  the  records  happen  to 
be  for  average  Conditions  or  for  an  unusual  case  where,  for  some  un- 
explained reason,  the  costs  are  higher  or  lower  than  the  average. 

By  the  methods  adopted  by  the  authors,  the  work  is  not  only  sepa- 
rated into/elements  or  units  but  each  unit  is  an  average  time  or  cost, 
based  on  records  from  a  number  of  jobs,  and  is  on  the  same  basis 
as  all  the  other  units.  To  satisfy  any  ordinary  local  conditions,  there- 
fore, the  proper  units  may  be  selected  and  combined  directly.  A  set 
of  values  for  quick  men  working  under  good  conditions  provides 
for  exceptional  cases  and  furnishes  a  basis  for  the  introduction  of 
piece-work  or  some  similar  method  of  remuneration.  Furthermore, 
if  conditions  upon  any  particular  job  are  extraordinary,  as  in  work 
in  the  tropics,  or  in  other  places  where  labor  is  very  inferior,  the  values 
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can  be  corrected  by  an  estimated  ratio,  using,  however,  the  same 
ratio  to  apply  to  all  the  various  items. 

METHODS    OF   MIXING   BY   HAND 

The  strength  of  hand-mixed  concrete  is  but  little  affected  by  the 
system  employed  in  mixing  the  materials,  provided  they  are  turned 
in  a  proper  manner  and  a  sufficient  number  of  times  to  incorporate 
them  thoroughly.  Some  engineers  prefer  to  make  the  cement  and 
sand  into  a  mortar,  while  others  do  not  add  the  water  until  the  final 
turning.  Excellent  work  is  produced  by  both  methods  but  the  lat- 
ter is  slightly  more  economical  because  shoveling  the  mortar  on  to 
the  stone  involves  more  labor  than  handling  the  dry  mixed  cement 
and  sand.  For  example,  comparative  tests  show  that  it  costs  less 
to  mix  the  cement  and  sand  dry,  shovel  the  mixture  on  to  the  stone, 
and  turn  three  times  than  to  make  a  mortar,  shovel  it  on  to  the  stone, 
and  turn  only  twice.  Still  other  methods  are  sometimes  employed, 
so  that  they  all  may  be  summarized  as  follows: 

(1)  Cement  and  sand  mixed  dry  and  shoveled  on  to  the  stone 
or  gravel,  leveled  off,  and  wet  as  the  mass  is  turned* 

(2)  Cement  and  sand  mixed  dry,  and  the  stone  or  gravel  dumped 
on  top  of  it,  leveled  off,  and  wet  as  the  mass  is  turned. 

(3)  Cement  and  sand  mixed  with  water  into  a  mortar  which  is 
shoveled  on  to  the  gravel  or  stone,  and  the  mass  turned  with  shovels. 

(4)  Cement  and  sand  mixed  with  water  into  a  mortar,  the  gravel 
or  stone  spread  on  top  of  it,  and  the  mass  turned  with  shovels. 

(5)  Gravel  or  stone,  sand  and  cement,  spread  in  successive 
layers,  mixed  slightly  and  shoveled  into  a  circle  or  crater,  water 
poured  into  the  center,  and  the  mass  mixed  with  shovels  and  hoes. 

The  last  method  is  applicable  only  where  a  small  amount  of  con- 
crete is  to  be  mixed  on  the  ground  with  no  mixing  platform  or  mortar 
box. 

Mixing  of  the  sand  and  cement  must  be  done  just  before  they  are 
needed.  If  mixed  more  than  half  an  hour  in  advance,  the  natural 
moisture,  which  all  sands  contain,  will  make  the  cement  set  and  cake. 

For  the  convenience  of  the  inexperienced,  the  following  directions 
for  the  work  of  a  small  gang  of  six  men  with  foreman  may  be  useful. 
They  are  given  merely  for  illustration  and  must  be  more  or  less  varied 
to  suit  local  circumstances. 

♦This  method  is  described  in  detail  in  following  page£igiti2 
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Directions  for  Mixing  Concrete.  Assume  a  gang  of  four  men  to 
wheel  and  mix  the  concrete,  with  two  other  men  to  look  after  the  plac- 
ing and  ramming. 

When  starting  a  batch,  two  mixers  shovel  or  wheel  sand  into  the 
measuring  box  or  barrel — which  should  have  no  bottom  or  top — 
level  it  and  lift  off  the  measure,  leveling  the  sand  still  further  if  nec- 
essary. They  then  empty  the  cement  on  top  of  the  sand,  level  it 
to  a  layer  of  even  thickness,  and  turn  the  dry  sand  and  cement  with 
shovels  three  times,  as  described  below,  after  which  the  mixture 
should  be  of  uniform  color. 

While  these  two  men  are  mixing  sand  and  cement,  the  other  two 
fill  the  stone  measure  about  half  full,  then  the  two  sand  men  take 
hold  with  them  and  complete  filling  it.  The  stone  measure  is  lifted, 
the  broken  stone  or  gravel  hollowed  out  slightly  in  the  center,  and  the 
mixture  of  sand  and  cement  shoveled  on  top  in  a  layer  of  nearly  even 
thickness.*  A  definite  number  of  pails  are  filled  with  water  and  poured 
directly  on  the  top  of  these  layers,  greater  uniformity  being  thus 
attained  than  by  adding  the  water  directly  from  a  hose.  After  soak- 
ing in  slightly,  the  mass  is  ready  for  turning. 

The  method  illustrated  in  Fig.  22  of  turning  with  shovels  materials 
which  have  already  been  spread  in  layers  is  as  follows: 

Two  men,  a  and  b,  with  square  pointed  shovels,  stand  facing  each 
other  at  one  end  of  the  pile  to  be  turned,  one  working  right-handed 
and  the  other  left-handed.  Each  man  pushes  his  shovel  along  the 
platform  under  the  pile,  lifts  the  shovelful,  turns  with  it,  and  then 
turning  the  shovel  completely  over,  and  with  a  spreading  motion 
drawing  the  shovel  toward  himself,  deposits  the  material  about  2 
feet  from  its  original  position.  Repetitions  of  this  operation  will 
form  a  flat  ridge  of  the  material,  on  a  line  with  the  pile  as  it  originally 
lay,  and'flat  enough  so  that  the  stones  will  not  roll.  As  soon  as,  but 
not  before,  a  single  ridge  is  complete,  two  other  men,  c  and  d,  should 
start  upon  this  ridge,  turning  the  materials  for  the  second  time,  as 
shown  in  the  illustration,  and  forming  as  before  a  flat  ridge  and  finally 
a  level  pile  wnich  gradually  replaces  the  last.  A  third  mixing  is 
accomplished  in  a  similar  way. 

Fig.  22  gives  the  position  of  the  piles  as  the  concrete  is  being  turned. 
A  portion  of  the  original  layers  is  shown  at  p}  the  ridge  formed  by 

*Some  engineers  prefer  to  spread  the  stone  on  top  of  the  sand  and  cement,  while 
others  prefer  to  mix  the  water  with  the  sand  and  cement  before  adding  them  to  the 
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men  a  and  b  shoveling  from  pile  p  is  shown  at  q,  and  the  beginning 
of  the  ridge  formed  by  men  c  and  d  is  shown  at  rr.  The  third  turn- 
ing is  not  shown. 

After  the  material  has  been  turned  twice,  as  described,  and  as  soon 
as  the  third  turning  has  been  commenced,  two  of  the  mixers  who 
have  finished  turning  may  load  the  concrete  into  barrows  and  wheel 
to  place.     They  should  fill  their  own  barrows  and,  after  the  mass 
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Ftg.  22.     Position  of  Men  and  Concrete  on  Platform  while  Turning.     {See  p.  273) 


has  been  completely  turned  for  the  third  time  by  the  other  two  men, 
the  latter  should  start  filling  the  stone  measure  for  the  next  batch. 
If  the  concrete  is  not  wheeled  over  50  feet,  four  experienced  men 
ought  to  mix  and  wheel  on  the  average  about  10$  batches  in  ten  hours. 
This  figure  is  based  on  proportions  1 :  2^ :  5,  and  assumes  that  a  batch 
consists  of  one  barrel  (four  bags)  Portland  cement  with  9.5  cubic 
feet  of  sand  and  19  cubic  feet  of  gravel  or  stonggitize 
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Assuming,  as  given  on  page  151,  that  1.30  barrels  of  cement  are 
required  for  1  cubic  yard  of  concrete,  one  barrel  of  cement — that  is, 
one  batch — will  make  0.77  cubic  yard  of  concrete;  hence  10J  batches 
mixed  and  wheeled  by  four  men  in  ten  hours  are  equivalent  to  8.1 
cubic  yards  of  concrete.  This  is  for  the  very  simplest  kind  of  concret- 
ing and  makes  no  allowance  for  the  labor  of  supplying  materials  to 
the  mixing  platform  or  for  building  forms.  Quantities  laid  under 
other  conditions  may  be  obtained  from  Table  55,  page  312. 

The  systematic  arrangement  of  the  men  in  pairs  and  insistance 
upon  their  shoveling  from  the  bottom  of  the  pile  and  then  turning 
their  shovels  completely  over,  are  essential  for  thorough  mixing.  In 
the  final  wet  mixing,  the  materials  should  be  turned  in  this  way  two 
or  three  times. 

For  wetting  the  concrete,  some  engineers  specify  spraying  with 
the  hose  but  in  practice  this  offers  no  special  advantage  over  ordinary 
galvanized  iron  buckets,  while  with  these  the  quantity  can  be  gaged 
more  accurately  by  filling  the  required  number  of  buckets  in  advance. 
Nearly  all  the  water  can  be  poured  on  the  dry  materials  before  com- 
mencing to  turn,  •  and  the  remainder  used  to  wet  up  occasional  dry 
spots. 

The  quantity  of  water  is  regulated  by  the  appearance  of  the  concrete 
after  placing.  In  a  thin  wall,  the  water  will  rise  to  the  surface  through 
successive  layers  so  that  the  first  batches  in  a  day's  work  require  the 
most  water. 

The  rule  may  be  made  in  hand  mixing  to  use  as  much  water  as 
can  be  thoroughly  incorporated  with  the  materials.  Concrete  thus 
made  will  be  so  soft  or  " mushy' '  that  it  will  run  off  the  shovel  unless 
handled  quickly. 

Placing  Concrete.  The  concrete  may  be  transported  and  handled 
by  any  means  that  will  not  cause  the  materials  to  separate.  If 
mixed  wet  it  may  be  dropped  directly  from  shovels  or  barrows  to 
place,  or  it  may  be  run  down  in  an  inclined  pipe  or  chute.  The  layers 
should  be  about  6  inches  thick.  For  a  dry  or  a  jelly-like  mixture, 
common  square  ended  rammers  are  employed  and  the  mass  must  be 
rammed  until  the  mortar  flushes  to  the  surface.  Wet  concrete  must 
be  merely  puddled  or  "  joggled"  to  expel  the  air  and  surplus  water. 
Before  placing  a  fresh  layer  upon  work  which  has  set,  the  surface 
must  be  cleaned  of  dirt  and  scum,  and  thoroughly  wet. 

Methods  ot  Measuring  Materials.  In  practice,  cement  should 
invariably  be  measured  by  weight,  the  weight  being  determined  not 
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by  scales  but  by  counting  the  packages,  since  bags  or  barrels  of  cement 
have  standard  weights.*  A  batch  of  ordinary  size  consists  of  four 
bags  (or  one  barrel)  of  cement  with  the  required  proportions  of  sand 
and  stone.  Two  bags  of  cement  with  the  proper  quantity  of  sand 
and  stone  are  suitable  for  a  small  batch. 

The  volumes  of  sand  and  stone  or  other  aggregate  should  be  dis- 
tinctly stated  in  the  proportions  in  terms  of  the  number  of  cubic 
feet  of  each  material  to  a  barrel  of  cement,  or  else  by  parts,  coupled 
with  the  explanation  that  one  part,  or  barrel,  represents  a  definite 
volume,  such  as  3 . 8  cubic  feet.  In  specifications  where  the  propor- 
tions are  given  by  parts  with  no  unit  of  measurement,  the  contractor 
undoubtedly  has  the  legal  right  to  base  the  volumes  of  aggregate  on 
the  loose  measurement  of  cement,  hence  the  necessity  for  exact 
statement  of  units.  (See  p.  134). 

For  measuring  the  sand  and  stone  when  they  have  to  be  brought 
to  the  mixing  board  for  hand  mixing,  a  common  contractor's  wheel- 
barrow, although  frequently  used,  is  not  exact  enough  for  the  purpose, 
and  a  special  deep-bodied  barrow  of  one  of  the  types  now  on  the  market 
should  be  used.  This  can  be  levelled  off  and  give  definite  accurate 
volumes  for  each  batch  (see  Fig.  18,  p.  220). 

When  the  ordinary  wheelbarrow  is  used  for  bringing  the  materials 
to  the  mixing  board  or  when  they  are  piled  close  enough  to  shovel 
direct,  bottomless  boxes  are  best  for  measuring  both  the  sand  and 
stone.  Even  if  the  materials  are  measured  in  the  barrows,  they  have 
to  be  dumped  upon  a  platform  and  spread,  so  the  only  extra  labor  in 
using  the  bottomless  box  is  in  lifting  it  after  measuring,  and  this  but 
little  more  than  offsets  the  leveling  off  of  the  material  in  the  measur- 
ing barrow.  The  bottomless  box  is  not  quite  so  accurate  a  measure 
as  a  properly  designed  barrow,  because  an  unscrupulous  contractor 
can  more  easily  heap  the  materials  in  the  box  when  the  inspector's 
back  is  turned.  For  easy  turning,  the  measuring  boxes  cannot  be 
more  than  8  or  9  inches  deep,  so  that  a  very  slight  increase  in  the  depth 
of  the  stone  produces  a  very  appreciable  increase  in  its  volume  and 
thus  a  leaner  concrete. 

Barrels  or  sometimes  half  barrels  are  used  for  measuring  occasion- 
ally, but  are  not  so  good  as  the  other  methods  mentioned  because 
more  leveling  is  required  after  emptying. 

The  materials  for  the  concrete  ought,  of  course,  to  be  deposited  as, 

♦See  page  132. 
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near  the  work  as  possible.  Since  more  sa,nd  and  stone  than  cement 
are  always  used,  they  should  be  dumped  nearer  the  mixer  than  the 
cement  pile.  The  cement,  whether  it  comes  in  bags  or  barrels, 
must  be  sheltered  from  the  rain.  Covering  with  plank  is  insufficient. 
Bags  should  be  protected  from  moist  atmosphere;  a  cellar  is  likely  to 
be  too  damp.  To  keep  the  sand  and  stone  as  near  the  mixing  plat- 
form as  possible,  it  may  be  advantageous  to  haul  the  materials  as 
they  are  required  from  day  to  day.  If  the  sand  or  stone  pile  is  at 
any  time  farther  from  the  measuring  boxes  than  a  man  can  profitably 
throw  with  shovels  without  walking,  say,  more  than  8  or  10  feet,  the 
foreman  should  not  hesitate  to  have  it  loaded  into  wheelbarrows  and 
dumped  into  the  measuring  boxes.  Materials  can  be  wheeled  in 
barrows  to  a  distance  of  10  to  25  feet  from  the  platform  at  about  the 
same  cost  that  they  can  be  shoveled  direct  with  a  long  throw. 

ARRANGEMENT   OF   MIXING    GANGS 

Distribution  of  Mixing  Gang.  Whatever  the  methods  of  mixing, 
the  chief  requisites  for  economy  are  such  an  arrangement  of  the  gang 
that  each  man  will  have  definite  duties  and  that  the  men  on  one  set 
of  operations  are  of  the  right  number  to  perform  their  work  in  the 
same  length  of  time  required  by  another  set  of  men  to  perform  a  differ- 
ent operation  or  set  of  operations.  A  gang  should  be  as  large  as 
practicable  to  lessen  the  cost  of  superintendence  and  general  expense. 

The  best  plan,  where  the  size  of  the  gang  can  be  regulated  to  suit, 
is  to  give  each  man  a  single  operation  to  perform.  For  example, 
let  one  man  or  set  of  men  wheel  and  measure  all  the  sand;  let  another 
set  of  men  mix  the  sand  and  cement;  let  a  third  set  be  continually 
employed  measuring  the  gravel  or  stone;  a  fourth  mixing  the  mass, 
while  one  or  two  of  their  number  supply  water;  a  fifth  filling  the  bar- 
rows and  wheeling  the  concrete  to  place;  and  still  another  set  level- 
ing the  concrete  and  ramming  or  puddling. 

It  is  generally  economical  to  have  two  batches  of  concrete  in  prep- 
aration at  once,  although  one  set  of  men  usually  can  measure  and  mix 
the  sand  and  cement  for  two  mixing  gangs.  While  one  batch  of 
concrete  is  being  shoveled  to  place  or  wheeled  in  barrows,  the  other 
batch,  either  in  a  different  location  on  the  same  platform  or  on  a  sep- 
arate platform,  may  be  spread  and  mixed. 

To  illustrate  different  arrangements  of  gangs  in  various  classes  of 
work,  the  number  of  men  and  the  work  which  each  has  performed  on 
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several  actual  jobs  is  given  below.  The  local  conditions  are  briefly 
described,  the  amount  of  concrete  laid  per  day  is  stated,  and  compari- 
son made  with  the  quantity  which  would  be  estimated  from  tables 
at  the  end  of  the  chapter. 

(1)     Gang  on  a  large  subway  tunnel,  materials  close  at  hand,  the 
cement  and  sand  being  mixed  into  a  mortar  and  spread  on  to  the 
gravel  before  turning  it;  the  concrete  shoveled  directly  to  place. 
One  fpreman  with  2  gangs  consisting  in  all  of  19  men,  each  gang 
divided  as  follows : 
2  men  mixing  mortar. 

4  men  shoveling  stone,  mixing  concrete  and  shoveling  con- 
crete directly  to  place. 

1  man  assisting  to  shovel  concrete,  washing  gravel  and  other 

odd  work. 

2  men   in   excavation   receiving   concrete   and  ramming  it. 
1  extra  man  working  with  both  gangs  carrying  water  and  on 

odd  work. 
This  double  gang  mixed  about  64  batches  per  day  of  10  hours.  The 
proportions  were  1:2^:4,  and,  since  for  gravel  concrete  (gravel  being 
assumed  to  have  40  per  cent  voids),  we  find  from  Table  22,  on  page 
151,  that  1 .40  barrels  cement  are  required  per  cubic  yard,  this  quan- 
tity divided  into  64  batches  per  day  gives  an  ctatput  of  about  46 
cubic  yards  per  day  of  10  hours. 

To  compare  this  with  the  average  quantity  which  would  be  esti- 
mated from  our  tables,  we  may  refer  to  Table  55.  The  time  of  one 
man  mixing  and  placing  concrete  as  per  Item  (10),  Column  (2),  is 
236.9  minutes.  Adding  to  this  the  time  of  Item  (12),  12.2  minutes, — 
since  the  sand  and  cement  were  mixed  into  mortar, — gives  249.1 
minutes  per  man,  or  for  the  gang  of  19  men  (not  including  foreman) 
a  time  of  13 . 1  minutes  per  cubic  yard.  Dividing  this  into  600  min-. 
utes  gives  46  cubic  yards  per  day,  which  corresponds  exactly  with 
the  quantity  actually  made. 

(2)     Gang  laying  concrete  on   a  large  arch..    The  men  building 
forms  are  not  included,  and  the  thickness  of  the  concrete  is  such  that 
little  more  time  is  required  ramming  than  for  ordinary  concrete  work. 
One  sub-foreman. 

8  men,  in  2  gangs  of  4  men  each,  shoveling  stone,  mixing  mor- 
tar, mixing  concrete,  and  shoveling  concrete. 
1  man  wetting  concrete  and  helping  mix. 
1  boy  at  water  valve. 
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2  men  wheeling  concrete. 

2  men  on  odd  work,  breaking  up  barrels,  picking  large  stone 

from  pile,  etc. 
4  men  placing  and  leveling  concrete  on  top  of  brick  arches. 
This  gang  mixed  50  to  60  batches  per  day  of  10  hours  on  an  average. 
From  Table  22,  page  151,  assuming  45  per  cent  voids  in  the  stone, 
a  cubic  yard  of  concrete  in  the  proportions  1:2^:4,  requires  1.46 
barrels  cement,  which  divided  into  50  batches  and  60  batches  respec- 
tively, gives  an  average  output  of  from  34  to  41  cubic  yards  per  day 
of  10  hours. 

Referring  now  to  Table  55,  calculating  in  the  same  way  as  for 
gang  (1)  and  calling  the  mixing  gang  (exclusive  of  men  wheeling  con- 
crete and  doing  odd  work)  15^  men,  assuming  the  sub-foreman  the 
equivalent  of  1^  men  an  average  gang  should  mix  about  37  cubic  yards 
per  day  of  10  hours.    This  agrees  with  the  average  output  given  above. 

(3)  Gang  for  a  6-inch  foundation  for  a  street  pavement.  Two 
mixing  platforms  were  used. 

One  foreman. 

2  men  mixing  mortar  in  one  mortar  box. 

4  men  shoveling  stone  alternately  into  2  measuring  boxes. 

4  men  working  alternately  on  the  2  mixing  platforms,  spreading 

mortar  on  stone,  mixing  concrete  and  shoveling  to  place. 

3  men  leveling  and  ramming  concrete  and  also  assisting  to 

shovel  to  place. 
1  man  carrying  water  and  on  other  odd  work. 

Quantity  laid  per  day  of  10  hours  averaged  from  40  to  46  batches. 
Proportions  were  1:2:5,  hence  from  Table  22,  page  151,  assuming  45 
per  cent  voids  in  the  stone,  1 .  39  barrels  of  cement  are  required  per 
cubic  yard.  Dividing  this  into  the  number  of  batches  per  day,  we 
£nd  the  total  quantity  of  concrete  laid  ranged  between  29  and  33  cubic 
yards  per  day. 

From  Table  55,  Items  (10)  + (12),  Column  (12),  we  find  243.1 
minutes  as  the  average  time  for  one  man  to  mix  one  cubic  yard,  or, 
for  a  gang  of  14  men,  17^  minutes  per  cubic  yard.  Dividing  this  into 
the  number  of  minutes  in  a  day,  600,  gives  34  cubic  yards  per  day  of 
10  hours.  In  this  case  the  gang  were  evidently  working  a  little  below 
average  speed. 

(4)  Gang  laying  concrete  for  invert  of  a  small  sewer.  The 
gravel  pile  averages  about  20  feet  from  the  platform,  and  the  average 
wheelbarrow  haul  for  the  concrete  is  about  50  feet. 
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2  men  mixing  paste. 

4  men  measuring  gravel,  mixing,  and  wheeling  concrete. 

2  men  placing  and  ramming  invert. 
This  gang  laid  about  18  batches  per  day  of  9  hours.  Proportions 
were  1:2:5,  hence  from  Table  22,  page  151,  since  gravel  has  about  40 
per  cent  voids,  we  find  1 .  32  barrels  cement  per  cubic  yard  of  concrete, 
which  divided  into  18  batches  gives  13f  cubic  yards  as  a  regular  day's 
work  of  9  hours. 

In  estimating  the  output  of  this  gang  from  Table  55,  allowance 
must  be  made  for  several  operations  in  addition  to  the  mixing  and 
placing.  These  may  be  tabulated  as  follows,  all  the  times  being  taken 
from  Column  (12): 

Minutes 

Mixing  and  placing,  Item  (10) 239.2 

Add  for  mixing  sand  and  cement  into  a  mortar,  Item  (12) 3.9 

Add  for  wheeling  concrete  50  feet,  Items  (22)  +  (23) 29 . 2 

Add  for  forming  small  invert  by  templet,  Item  (20) 20.0 

Add  for  extra  ramming  in  small  invert  or  arch,  Item  (21) , 9.7 

Total  time 302.0 

For  a  gang  of  8  men,  this  amounts  to  37.75  minutes  per  cubic 
yard,  or  dividing  this  into  540  minutes,  gives  14|  cubic  yards  per  9 
hours.     This  is  very  close  to  the  quantity  regularly  laid. 

(5)     Mixing  gang  on  a  core  wall  for  a  dike.     A  large  mixing  plat- 
form was  located  30  to  50  feet  distant  from  excavation  and  the  cement 
and  sand  were  mixed  dry  and  spread  on  the  stone;  the  concrete  was 
wheeled  in  barrows. 
One  foreman. 

1  man  wheeling  sand  to  measuring  box. 

2  men  opening  cement,  mixing  sand  and  cement  dry,  working 

alternately  on  the   two   ends   of  the   mixing  platform. 

3  or  4  men  shoveling  gravel  into  bottomless  box,  working 

alternately  at  each  end  of  platform. 
6  men  mixing  concrete  (turning  it  3  times)  working  alternately 

at  each  end  of  the  platform. 
2  water  men. 

4  men  wheeling  concrete,  each  filling  his  own  barrow. 
4  men  leveling  and  ramming. 

Average  quantity  laid  per  day  of  10  hours  was  about  65  batches, 
with  a  maximum  of  about  90  batches.  The  proportions  were  1: 2: 5, 
and,  since,  from  Table  22,  page  151, 1 .32  barrels  of  cement  are  required 


MIXING  CONCRETE  BY  HAND  281 

per  cubic  yard  where  the  stone  has  40  per  cent  voids,  the  average 
quantity  of  concrete  laid  per  day  was  about  49  cubic  yards,  and  the 
maximum  quantity  about  68  cubic  yards  per  day. 

To  compare  this  output  with  an  estimate,  reference  must  be  made 
again  to  Table  55.  Since  the  concrete  was  wheeled  an  average  dis- 
tance of  about  40  feet,  the  time  of  this  must  be  added  to  the  mixing. 
From  Table  55,  Column  (12)  we  have 

Minutes 

Mixing  and  placing,  Item  (10) 239.2 

Wheeling  concrete  25  feet,  Item  (22) 25.3 

t  15 

Wheeling  additional  15  feet,  Item  (23)  -X3.9  2.3 

25 

Total  time " 266.8 

For  the  gang  of  22^  men,  this  is  equal  to  11.9  minutes  per  cubic 
yard,  or,  dividing  this  into  600  minutes,  gives  50^ 'cubic  yards  per 
day  of  10  hours.  This  agrees  within  1^  yards  with  the  average  work 
accomplished. 

(6)  Another  gang  made  up  substantially  like  gang  (5),  but  con- 
sisting of  exceptionally  well  trained  Italian  laborers  under  a  hustling 
foreman,  averaged  about  90  batches,  or  68  cubic  yards  per  day  of  10 
hours. 

As  stated  above,  an  average  day's  work  for  such  a  gang,  estimated 
from  Table  55,  is  50^  cubic  yards  of  concrete,  but  reference  to  the 
"Quick"  column  of  the  same  table  shows  what  quick  men  working 
under  the  best  conditions  should  do. 

Referring  then  to  Column  (13)  and  using  the  same  items  as  in  the 
estimate  for  gang  (5),  namely  (10),  (22)  and  (23),  we  have  167.0  + 

17.7  +(t=X2.7)=  186 . 3  minutes  per  man  or  8 . 3  minutes  per  gang 

of  22^  men  per  cubic  yard.  This  is  equivalent  to  72  cubic  yards 
per  day.  Gang  (6)  was  therefore  working  at  nearly  the  maximum 
speed  which  could  be  expected  with  well  arranged  contract  work. 

The  observations  upon  the  gangs  described  above  do  not  represent 
unusual  work.  They  were  selected  at  random  and  the  comparisons 
with  our  table  were  not  made  until  after  they  were  tabulated.  Those 
who  are  not  familiar  with  concrete  work  may  obtain  from  them  an 
idea  of  the  general  practice  followed  by  contractors.  As  will  be  seen 
by  noticing  the  variation  in  the  distribution  of  the  gang  where  the 
conditions  are  similar,  the  work  in  some  cases  could  have  been  done 
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more  economically  by  dropping  a  man  or  changing  a  man  from  one 
place  to  another. 

On  page  306,  are  tabulated  the  estimated  performances  of  average 
gangs  under  specified  conditions. 

DESCRIPTION  OF  TABLES  OF  LABOR  OF  HAND  MIXING 

The  purpose  of  the  tables  has  been  referred  to  at  the  beginning  of 
the  chapter.  For  an  approximate  estimate,  Table  56,  page  318,  is 
convenient  for  selecting  times  and  costs  under  definitely  assumed 
conditions.  The  items  in  this  table  illustrate  also  the  variation  in 
cost  which  must  be  expected  in  work  of  the  same  men  when  the  con- 
ditions on  the  particular  job  vary. 

Table  55,  page  312,  from  which  Table  56  is  mad.e  up,  gives  the 
times  and  costs  of  the  different  unit  items  which  may  be  combined 
to  suit  the  job  under  consideration,  and  should  be  used  ordinarily 
for  making  an  estimate  of  time  or  cost. 

The  times  and  costs  in  this  table  are  made  up  from  averages  based 
on  more  than  twenty-five  actual  jobs,  each  one  of  which  was  sub- 
divided into  its  elementary  or  unit  operations,  thus  making  allowance 
for  differences  in  conditions  and  methods.  The  times  of  the  separ- 
ate detail  units  were  obtained  by  stop-watch  observations,  and  these 
elementary  or  unit  times  were  carefully  checked  in  the  usual  manner 
by  summing  them  up  and  comparing  them  with  the  number  of  cubic 
yards  of  concrete  actually  laid  per  day  by  the  various  gangs.  The 
general  plan  followed  is  described  in  more  detail  in  Chapter  IV, 
page  68,  and  illustrated  on  page  290. 

Divisions  of  Table  55.  For  convenience  in  selecting  the  items  to 
use  for  any  required  conditions,  the  table  is  divided  into  several 
principal  divisions,  including: 

Mixing  and  Laying  Concrete. 

Transporting  Concrete  in  Barrows  and  Carts. 

Handling  Stone  and  Gravel  by  Carts. 

Handling  Sand  by  Carts. 

Handling  Cement. 

Screening  Sand  and  Gravel. 
The  way  to  use  the  items  under  each  of  these  divisions  is  described 
in  detail  on  page  291. 

Values  Based  on  Per  Cubic  Yard  of  Concrete.  For  convenience 
in  estimating,  all  of  the  values  in  Tables  55  and  56  are  figured  in 
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terms  of  per  cubic  yard  of  concrete  instead  of  in  terms  of  per  batch 

of  concrete  or  per  cubic  yard  of  material.     By  this  plan  the  costs  of 

any  items  selected  from  the  proper  columns  may  be  added  together 

directly  with  no  correction  for  the  proportions  of  concrete  or  the 

quantity  of  each  material  used. 

For  example,  in  Table  55,  the  cost  of  loading  double  carts  with 

sand  and  hauling  100  feet  with  labor  at'20cents  per  hour,  Item  (32), for 

1:2:4  concrete  is  11 . 3  cents  per  cubic  yard  of  concrete,  not  11.3  cents 

per  cubic  yard  of  sand.     Since  there  is  0.44  cubic  yard  of  sand  in 

an  average  cubic  yard  of  1:2:4  concrete,  the  cost  per  cubic  yard  of 

11  3 
sand  for  loading  and  hauling  100  feet  would  be  ■    '     =  25 . 7  cents. 

0.44 

This  value  may  be  checked  by  adding  to  the  value  given  for  4  men 

loading  an  average  load  of  sand  in  Table  51,  or  24.1  cents,  the  cost 

of  hauling  100  feet,  or  1.2  cents,  giving  a  total  of  25.3  cents. 

Times  and  Costs  per  Batch  of  Concrete.  The  time  mixing  one 
batch  of  concrete  is  more  often  required  than  the  time  per  cubic 
yard,  since  the  time  per  batch  affects  the  arrangement  of  the  gang 
and  therefore  the  output  per  day. 

To  find  the  time  per  batch  based  on  the  time  of  one  man,  the  times 
given  in  Table  55  have  simply  to  be  divided  by  27,  the  number  of 
cubic  feet  in  a  cubic  yard,  and  then  multiplied  by  the  number  of 
cubic  feet  in  a  batch  of  concrete  as  obtained  from  Tables  24  to  26 
on  pages  153  to  155. 

For  example,  the  time  for  mixing  and  placing  one  cubic  yard  of 

1:2:*  4  concrete,  Item  (10),  is  given  in  Table  55  as  236.7  minutes. 

Since  from  Table  25  on  page  154  there  are  17 . 2  cubic  feet  of  concrete 

17  2 
in  a  batch,  the  time  per  batch  would  be  236.7  X    07     =  151 .0  min- 

utes;  or,  if  there  are  8  men  per  gang,  the  time  to  mix  one  batch  of 
concrete  should  be  about  19  minutes.  This  change  in  values  is  readily 
made  with  the  slide  rule  by  setting  17.2  on  27  and  opposite  236.7 
reading  151.0. 

Tables  for  Labor  Only.  Tables  55  and  56  are  for  labor  only,  with 
no  reference  to  cost  of  materials.  The  items  include,  however, 
the  labor  of  getting  and  transporting  raw  materials,  so  that  where 
the  sand  and  gravel  are  hauled  directly  from  a  public  pit,  the  cost 
of  the  cement  and  the  lumber,  if  forms  are  needed,  are  the  only  extra 
items.  In  any  case,  knowing  the  price  of  cement  per  barrel  and  of 
the  sand,  stone,  or  other  aggregates  per  cubic  yard,  the  cost  of  the 
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materials  per  cubic  yard  of  concrete  can  be  obtained  directly  from 
Tables  29  to  36,  pages  165  to  172,  and  where  the  excavating  and  crush- 
ing of  the  stone  must  be  included  in  the  estimate,  reference  may  be 
made  to  Chapter  IX.     Forms  are  treated  in  Chapter  XVI. 

Proportions.  Table  55  covers  proportions  ranging  from  1:1:3 
to  1:3:  6,  being  divided  into  3  sets  of  columns  distinguished  by  the 
ratio  of  the  quantity  of  sand  to  stone. 

The  necessity  for  separate  values  for  different  proportions  may  be 
questioned,  since  the  cost  of  mixing  and  placing,  Item  (10),  is  so  near- 
ly alike  in  the  different  cases.  However,  if  reference  is  made  to  the 
items  in  the  lower  part  of  the  table,  which  apply  to  the  transporting 
of  the  materials  and  the  concrete  and  to  the  screening  of  the  aggre- 
gates, it  will  be  seen  that  the  difference  is  sufficient  to  warrant  this 
separation. 

The  cause  for  the  variation  in  these  latter  items  is  due  to  the  rela- 
tive quantities  of  the  different  ingredients.  This  is  more  noticeable 
for  the  sand  and  stone  than  for  the  cement,  since  the  cement  is  always 
smallest  in  quantity.  An  average  1:1:3  concrete,  for  example,  re- 
quires 0.31  cubic  yards  of  sand  for  a  cubic  yard  of  concrete,  whereas 
a  1:3:6  concrete  requires  0.47  cubic  yards.  The  quantity  of  stone 
in  the  two  cases,  on  the  other  hand,  is  the  same,  0 .  94  cubic  yard  per 
cubic  yard  of  concrete.  If,  then,  the  sand  is  an  expensive  part  of 
the  work  and  must  be  hauled  for  some  distance,  the  variation  in  cost 
of  labor  with  the  two  proportions  will  be  considerable  and  should  be 
taken  into  account. 

In  considering  the  items  of  handling  materials  and  screening,  it 
must  be  borne  in  mind  that  times  and  costs  are  given  in  terms  of  per 
cubic  yard  of  concrete  in  place  and  not  in  terms  of  per  cubic  yard  of 
the  sand  and  stone.  If  times  and  costs  are  desired  per  cubic  yard 
of  the  raw  material,  reference  should  be  made  to  Table  50,  page  261. 

Character  of  Materials.  The  materials  for  the  concrete,  upon  which 
the  tables  are- based,  are  the  ordinary  materials  used  in  concrete 
work,  but  the  use  of  other  materials  of  different  character  will  affect 
the  time  and  cost  so  slightly  as  to  be  negligible. 

The  tables  are  made  out  for  Portland  cement,  as  referred  to  in 
Table  55,  because  this  is  used  so  universally  for  concrete,  but  they 
also  apply  to  Natural  cement  except  that  the  cost  per  barrel  of  hand- 
ling the  latter  is  slightly  lower  because  of  the  lighter  weight  of  the 
packages.  Unless  it  is  hauled  a  considerable  distance,  however, 
— in  which  case  reference  should  be  made  to  Table  50,  page  261, — 
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this  difference  will  not  appreciably  affect  the  total  cost  of  the  con- 
crete, so  that  the  tables  may  be  used  for  any  cement. 

The  sand  may  be  taken  directly  from  a  gravel  bank  or  from  cars 
or  barges  without  appreciably  affecting  the  cost  of  handling. 

Either  broken  stone  or  gravel  may  be  used  for  the  concrete  to  be 
estimated.  There  is  but  little  difference  in  the  cost  of  handling 
broken  stone  and  gravel  unless  the  broken  stone  is  to  be  shoveled 
from  the  top  or  the  side  of  a  pile,  in  which  case  the  labor  of  handling 
is  largely  increased  and  reference  may  be  made  to  Item  (9)  in  Table 
50,  page  261.  In  general,  the  difference  due  to  the  character  of  the 
stone  need  not  be  considered  in  assuming  the  labor  time  or  cost. 

Unit  Times  Expressed  as  the  Time  of  One  Man.  The  size  of  a 
concrete  gang  depends  upon  the  output  required;  the  number  of  men 
in  the  gang,  provided  it  is  economically  arranged,  may  make  but  lit- 
tle difference  in  the  cost  of  the  work.  To  provide  for  this  variation 
in  size  of  the  gang  and  to  make  the  tables  more  convenient  to  use, 
the  times  are  expressed  in  terms  of  "one  man."  This  does  not  mean 
literally  that  one  man  in  the  given  time  can  accomplish  the  job, 
although  this  might  be  so,  but  it  means  that  the  time  given  is  the  sum 
of  the  times  of  all  the  men  added  together. 

Thus,  if  on  a  certain  operation,  4  men  accomplish  the  result  in  3 
minutes,  the  time  of  one  man  is  given  as  12  minutes. 

For  uniformity,  all  of  the  times  are  carried  out  to  tenths  of  minutes, 
although  this  is  frequently  a  finer  division  than  is  really  necessary. 

Wages  of  a  Horse  Assumed  Equal  to  Wages  of  a  Man.  In  the 
time  columns,  the  time  of  a  horse  with  his  cart  is  considered  to  be 
equal  in  value  to  the  time  of  one  man.  In  hauling  and  carting,  for 
example,  the  time  for  a  2-horse  cart  with  teamster  is  taken  as  three 
times  the  actual  time  of  the  team,  so  that  the  costs  may  be  figured 
directly  from  the  times,  then  added  together,  without  adding  the 
extra  figures  required  for  the  different  rate  of  pay  of  the  teams.  For 
example,  the  "time  per  one  man"  for  Item  (33),  with  1:2:4  pro- 
portions, where  the  teamster  loads  his  cart,  is  32.2  minutes  per 
cubic  yard  of  concrete,  while  the  time  of  the  team  with  its  team- 
ster, considered  as  a  gang,  is  this  value  divided  by  3  or  10.7 
minutes.  In  considering  the  transporting  items  when  other  men 
load,  the  number  of  men  in  the  entire  gang  must  be  divided  into 
the  times  given. 

In  most  sections  of  the  country  the  ratio  given  will  be  approxi- 
mately correct.     For  instance,  where  common  labor  is  $2 .  00  per  day. 
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the  cost  of  a  double  cart  with  teamster  is  likely  to  average  about 
$6.00  per  day. 

Unit  Costs.  The  accuracy  of  the  methods  of  unit  costs  and  the 
principles  involved  are  discussed  more  in  detail  on  page  288. 

For  reasons  described  in  preceding  paragraphs,  no  correction  is  needed 
for  gangs  of  different  size  in  ordinary  estimating,  provided  the  arrange- 
ment of  the  gangs  is  fairly  economical. 

Wages  Assumed  in  Cost  Columns.  The  costs  in  Table  55  are  fig- 
ured on  two  different  bases,  at  10  cents  per  hour  and  at  20  cents  per  hour. 
Neither  of  these  rates  is  selected  as  the  proper  wages  to  be  paid  in  dif- 
ferent cases  because  this  must  depend  entirely  upon  local  and  econom- 
ical conditions.  The  basis  of  10  cents  per  hour  is  given  simply  because 
values  from  this  rate  are  so  readily  converted  into  other  rates  of  wages. 
Thus,  if  cost  of  mixing  and  placing  with  the  10-cent  rate  is  $0.52, 
the  cost  with  wages  at  19  cents  per  hour  will  be  $0.52  x  ttf  =  $0 .  99. 
In  other  words,  multiply  by  the  required  rate  per  hour  and  move 
the  decimal  point  one  place  to  the  left. 

CARE  MUST  BE  TAKEN  NEVER  TO  USE  THE  1(#  VALUES 
WITHOUT  CONVERSION  UNLESS  WAGES  TO  BE  PAID 
ARE  ACTUALLY  AS  LOW  AS  THIS. 

The  last  column  in  each  set  is  based  on  wages  at  20  cents  per  hour, 
and  may  be  used  for  approximate  estimates  of  concrete  work  where 
the  wages  are  unknown  and  the  required  accuracy  of  the  result  is 
not  sufficient  to  warrant  correcting  for  them. 

The  20  cent  columns  are  also  convenient  to  use  with  a  slide  rule. 
For  example,  if  wages  are  25  cents  instead  of  20  cents  per  hour,  the  cost 
of  mixing  and  placing  1:2:4  concrete,  Item  (10),  may  be  found  by  set- 
ting 20  on  25  on  the  slide  rule,  and  opposite  1 .05  reading  1 .31. 

Allowances  in  Figuring  Cost.  The  cost  columns  in  Tables  55  and 
56  are  obtained  by  multiplying  the  items  in  the  columns  of  "Time  of 
One  Man, "  by  the  wages  of  a  laborer  per  minute,  including  in  this 
unit  rate  the  wages  of  a  foreman  working  with  a  gang  of  average 
size.  In  hand-mixed  concrete,  an  average  gang  is  taken  as  13  men, 
this  number  being  the  actual  average  of  a  large  number  of  gangs 
observed.  A  foreman  receives  higher  pay  than  the  laborers  and  his 
rate  may  be  assumed  as  double  the  laborer's  rate  without  appreciable 
error.  The  cost  per  minute  for  the  10  cents  per  hour  column  is 
therefore  obtained  as  follows: 
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Laborer  per  hour $0. 100 

One  foreman  to  13  laborers,  0. 015 

lo  ___^__ 

Total  cost  per  hour $0. 115 

Dividing  this  result  by  60,  the  number  of  minutes  in  an  hour,  and 
adding  15  per  cent  for  superintendence,  job  expenses,  contingencies, 
and  use  of  tools,  gives  a  rate  per  minute  of  $0.00221. 

In  figuring  costs  based  on  labor  at  20  cents  per  hour,  this  rate  is 
doubled,  making  $0 .  00442  per  minute. 

To  the  costs  thus  obtained  must  be  added  an  allowance  for  the 
expenses  of  the  central  office  (as  distinguished  from  the  job  expenses) 
and  profit,  but  no  further  allowance  is  needed  for  ordinary  contin- 
gencies. 

The  rates  given  will  not  be  exactly  right,  even  with  laborers'  pay 
at  wages  selected,  i.e.,  10  cents  and  20  cents  per  hour  respectively,  when 
the  wages  of  the  foreman  are  different  from  those  assumed,  or  the 
size  of  the  gang  working  under  one  foreman  is  different.  The  differ- 
ences due  to  these  causes,  however,  are  so  slight,  being  divided  up 
among  a  large  number  of  men,  that  they  may  generally  be  neglected. 
In  any  particular  case,  however,  the  rates  may  be  corrected  so  as  to 
apply  more  exactly  to  the  particular  job  in  question  by  figuring  a  new 
rate  per  minute,  allowing  for  the  actual  number  of  men  in  the 
gang,  the  actual  rate  of  wages  paid  the  foreman,  and,  if  desired,  a 
different  percentage  for  superintendence,  job  expenses,  contingencies, 
and  tools,  than  is  given  above. 

For  example,  if  the  gang  has  8  men  instead  of  13  men,  and  the 
foreman's  wages  are  30  cents  per  hour  while  the  laborers'  are  20  cents, 
and  assuming  also  that  the  contingencies  are  12  per  cent  instead  of  15 
per  cent,  the  foreman's  wage  rate  is  divided  by  8,  giving  a  total  per 

minute  of  ($0 . 20  +  —^ )  +  60  X  1 .  12  =  $0 .  00444  per  minute. 

Average  Man  vs.  Quick  Man.  The  columns  for  "Quick  Men" 
are  based  upon  observations  on  exceptionally  experienced  men 
working  hard.     It  was  found  by  averaging  a  large  number  of  obser- 

7 
vations  that  such  men  accomplish  the  same  work  in  —  of  the  time 

consumed  by  the  average  gang.  Since  this  ratio  was  also  found  to 
apply  to  the  labor  of  handling  materials,  it  has  been  possible  to  adopt 
it  as  a  uniform  ratio  between  the  work  of  average  men  under  ordi- 
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nary  conditions  and  quick  men  under  good  conditions.    For  task- work 
special  studies  should  be  made  as  discussed  in  Chapter  V. 

Methods  of  Mixing  and  Handling.  The  methods  of  mixing  and 
handling  adopted  in  ma>dng  up  the  unit  times  and  costs  in  the  tables 
are  those  most  generally  practised  in  hand-mixed  concrete,  and  which 
the  authors  have  found  to  produce  first-class  concrete  in  an  economical 
manner.  Methods  of  mixing  are  taken  up  in  detail  on  page  272.  The 
unit  times  are  discussed  below  and  the  various  items  are  taken  up  more 
in  detail  on  page  291. 

ACCURACY  OF  METHODS   OF  UNIT  COST 

Costs  of  hand-mixing  are  frequently  tabulated  in  print,  but  almost 
invariably  they  are  stated  in  such  a  way  as  to  be  nearly  useless  for  esti- 
mating the  cost  of  other  jobs.  This  is  because  important  items  of  infor- 
mation are  missing  or  else  because  the  conditions  do  not  cover  the  opera- 
tions on  the  other  jobs.  This  point  is  illustrated  in  Chapter  IV,  page 
64,  where  an  illustration  is  given  showing  how  simple  changes  in  con- 
ditions so  affect  the  cost  of  labor  that  in  one  case  it  may  be  $2.51  per 
cubic  yard  of  concrete  as  against  $0.83  in  another  case  with  the  same 
gang  and  layout  of  work.  Such  variations  are  illustrated  even  more 
strikingly  in  Table  56,  page  318.  A  careful  statement  of  local  condi- 
tions is  seldom  made  in  published  literature,  and  consequently  the  wide 
variations  in  costs  on  different  jobs  are  ordinarily  charged  to  a  difference 
in  the  ability  of  the  men.  While  this  personal  element,  which  can  only 
be  allowed  for  by  estimation,  is  of  importance,  the  largest  part  of  the 
variation,  as  a  matter  of  fact,  is  due  to  causes  readily  explainable  and 
which  can  be  foreseen  and  allowed  for. 

It  is  evident  that,  to  be  of  value,  unit  costs  must  be  so  presented  that 
they  can  be  used  directly,  and  while  it  is  impossible  in  any  tables  to 
allow  for  all  possible  differences  in  conditions  and  in  relative  ability 
of  labor — any  more  than  in  estimating  the  cost  of  materials  it  is  pos- 
sible to  figure  in  advance  the  exact  quantities  or  to  determine  the 
exact  prices  that  must  be  paid — labor  costs  can  be  figured  by  experi- 
enced men  who  have  the  proper  unit  costs  and  know  the  conditions 
under  which  the  work  is  to  be  performed,  with  as  close  results  as  they 
can  estimate  the  cost  of  materials. 

To  illustrate  how  nearly  average  tables  may  represent  average 
conditions,  take  the  examples  of  the  work  of  several  concrete  gangs 
given  in  the  preceding  pages  278  to  281.     The  average  quantity  of 
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concrete  laid  per  gang  varies  in  the  different  cases  cited  from  13 J  to 
68  cubic  yards  and  the  cost  per  cubic  yard,  if  figured  with  wages  at 
$2.00  per  day,  ranges  from  about  $0.88  to  $1 .53  per  cubic  yard,  a 
difference  of  74  per  cent.  On  the  other  hand,  leaving  out  the  quick 
work  of  gang  (6),  the  average  difference  between  the  actual  labor 
cost  and  the  average  cost  figured  from  the  tables  in  this  book  is  only 
3  per  cent  with  a  maximum  variation  of  10  per  cent.  On  the  last 
job  described,  with  gang  (6),  which  was  performed  under  exceptionally 
good  conditions,  the  difference  between  the  actual  and  the  estimated 
cost  for  quick  men  is  not  more  than  6%. 

UNIT  OPERATIONS 

The  foregoing  discussion  illustrates  how  necessary  it  is  in  practice, 
in  estimating  costs,  to  consider  the  work  as  made  up  of  unit  opera- 
tions, so  that,  for  any  particular  job,  the  right  operations  may  be 
selected  and  the  times  and  costs  of  performing  these  particular  opera- 
tions added  together  to  apply  to  local  conditions.  Such  a  separa- 
tion of  unit  operations  has  been  made  in  Table  55  at  the  end  of  this 
chapter,  so  that  the  times  and  costs  can  be  readily  applied  to  almost 
any  conceivable  job  of  hand-mixed  concrete.  Machine  mixed  con- 
crete is  considered  in  Chapter  XIII  and  form  construction  in  Chap- 
ter XVI. 

In  hand-mixed  concrete  there  are,  in  the  first  place,  the  group  of 
operations,  nearly  the  same  for  different  jobs,  consisting  of  measur- 
ing and  mixing  the  materials  and  shoveling  the  concrete  from  the 
mixing  board.  These  items  together  with  the  leveling  and  ramming, 
which  must  always  be  performed  when  concrete  is  laid  and  which  do 
not  vary  with  the  distance  the  materials  or  concrete  are  transported, 
are  arranged  in  Table  55,  page  312,  under  the  heading  of  "  Mixing 
and  Laying  Concrete.' '  The  time  and  cost  of  transporting  the  con- 
crete varies  with  the  distance  as  well  as  with  the  vehicle,  and  the  opera- 
tions are  considered  under  "Transporting  Concrete."  Below  this, 
in  the  table,  are  the  operations  for  handling  the  stone,  sand,  and 
cement  in  carts  or  wagons  when  they  are  at  a  distance  from  the  mixing 
platform,  and  finally  a  few  items  on  screening  are  given. 

The  general  method  of  determining  the  unit  times  and  costs  is 
described  in  Chapter  IV,  page  66. 

As  a  basis  for  the  tables  on  hand-mixed  concrete,  observations, 
such  as  are  described  on  page  290,  were  made  with  a  stop-watch, 


290 


CONCRETE  COSTS 


and  the  unit  times  to  perform  each  individual  operation  were  record-  * 
ed  on  a  large  number  of  jobs.  For  example,  the  watch  was  started 
when  a  gang  of  men  began  a  batch  of  concrete  and  the  time  recorded 
for  loading  barrows,  wheeling,  dumping  into  measuring  box,  wetting, 
leveling,  dumping  the  cement,  mixing  the  cement  and  sand,  turning 
the  concrete,  and  so  on;  at  the  same  time  information  being  noted  on 
the  number  of  shovelfuls,  the  time  filling  and  throwing  one  shovel- 


TABLE  54.      AVERAGE  NET  AND  ACTUAL  UNIT  TIMES 
OF  MIXING  CONCRETE  PER  4-BAG  BATCH  (See  p.  290) 

Net  times  are  averages  of  original  observations. 

Actual  times  include  allowance  for  rest  and  necessary  delays  occurring  through- 
out the  day. 


Item 


(i) 


(2) 

(3)- 

(4) 
(5) 
(6) 
(7) 
(8) 
(9) 


b 

}: 

\b 
a 
b 


Unit  Operations 


Fixing,  and  removing  bottomless  box,  and 
leveling  gravel  or  stone 

Shoveling  gravel  or  stone  to  bottomless  box 

Wetting  gravel  or  broken  stone 

Fixing  and  removing  measure  for  sand. . . 

Shoveling  sand  into  measure 

Getting  cement  from  pile 

Opening  cement    

Emptying  cement 

Mixing  sand  and  cement  (turn  3  times) . . 

Spreading  sand  and  cement  on  stone 

Wetting  and  mixing  concrete  (3  turns) . . 

Shoveling  concrete  to  places  or  to  barrows 

Leveling  and  tamping  concrete |  4. 

Carrying  water  and  other  miscellaneous! 
work 

Total  time  mixing  and  placing 28.76 


Unit  times  of 

Times  < 

3F    ONE 

ONE    MAN    PER 

MAN    PER   4-BAG 

BARREL    OF 

BATCH    FOR 

MATERIAL 

l:2:4mix 

NET 

ACTUAL 

NET 

ACTUAL 

min. 

mire. 

min. 

min. 

1.35 

1.73 

5.4 

6.9 

3.68 

4.71 

14.7 

18.8 

0.59 

0.75 

2.4 

3.0 

0.30 

0.38 

0.6 

0.8 

3.00 

3.84 

6.0 

7.7 

2.23 

2.85 

2.2 

2.9 

1.33 

1.70 

1.3 

1.7 

2.69 

3.45 

2.7 

3.4 

2.00 

2.56 

6.0 

7.7 

1.09 

1.39 

3.3 

4.2 

3.40 

4.35 

23.8 

30.4 

1.76 

2.25 

12.3 

15.8 

!  4.30 

4.77 

30.1 

33.4 

1.04 

1.33 

7.3 

9.3 

28.76 

36.06 

118.1 

146.0 

ful,  and  other  small  details.  To  illustrate  the  arrangement  of  differ- 
ent gangs  and  the  time  it  takes  under  average  conditions  to  perform 
different  parts  of  the  work,  Table  54,  page  290,  has  been  prepared.  This 
is  made  up  from  the  same  unit  times  as  the  more  extensive  tables  at 
the  end  of  the  chapter. 

The  original  time  observations  were  divided  into  units  even  finer 
than  are  shown  in  the  tables  in  order  to  distinguish  the  small  opera- 
tions and  to  separate  in  each  case  the  time  lost  between  operations 
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from  the  actual  time  working,  so  that  the  averages  on  the  different 
jobs  might  be  made  up  from  net  times  and  then  a  percentage  added 
for  time  necessarily  lost  through  resting  or  unavoidable  delays.  This 
percentage  was  found  by  a  comparison  of  the  sum  of  the  net  times  on 
any  job  with  the  total  time  as  shown  by  the  average  results  of  the 
total  day's  work,  which  were  carefully  noted  in  every  case.  The 
times  and  costs,  therefore,  are  actual  averages  and  not  theoretical 
computations.  Finally,  the  results  obtained  were  carefully  checked 
by  comparing  them  with  the  outputs  on  a  number  of  jobs.  A  few 
of  such  comparisons  are  summarized  on  pages  278  to  281.  To  still 
further  confirm  the  final  values,  which  are  based  on  the  authors' 
own  records,  the  results  were  submitted  to  several  expert  concrete 
men  for  criticism  and  checking. 

UNIT  OPERATIONS  OF  MIXING  CONCRETE  IN  TABLE  55 

The  operations  of  mixing  and  placing  concrete  usually  can  be  consid- 
ered in  a  group,  covering  Items  from  (1)  to  (9)  inclusive,  which  em- 
braces the  process  of  measuring,  mixing,  shoveling  to  place,  leveling, 
and  ramming.  Since  these  operations  are  necessary  in  almost  all  work 
of  hand-mixed  concrete,  the  values  for  these  9  items  are  added  together 
as  Item  (10).  In  certain  cases  changes  or  additions  are  required,  as 
indicated  in  Items  (11)  to  (21)  inclusive,  while  on  most  jobs  there  is 
extra  work  transporting  concrete  or  handling  the  materials,  which  is 
taken  up  in  the  subsequent  items. 

All  of  these  items  are  discussed  in  paragraphs  which  follow,  in  which 
case  direct  reference  is  made  to  Table  55,  page  312,  while  the  illus- 
trations in  general  refer  to  1:2:4  concrete. 

Measuring  Stone  and  Sand.  There  is  comparatively  little  differ- 
ence in  time  between  the  various  methods  of  measuring  the  stone  and 
sand  if  the  gang  is  arranged  so  that  the  men  are  all  working  steadily. 
Only  one  case  therefore  is  considered  and  given  in  Items  (1)  and  (2). 
It  is  somewhat  quicker  to  measure  in  bottomless  boxes  than  in  barrels 
because  the  height  of  lift  is  less  and  there  is  less  labor  in  spreading  the 
materials  ready  to  mix.  For  example,  while  the  time  shoveling  a 
4-bag  batch  of  stone  for  1:2:4  concrete  from  a  pile  close  to  mixing  plat- 
form into  a  bottomless  box — with  no  allowance  for  delays — is  about 
15  minutes  for  one  man,  the  time  filling  the  same  quantity  into  bar- 
rels is  over  20  minutes.  It  takes  longer  also  to  lift  up  the  barrel  and 
spread  out  the  stone  than  to  lift  away  the  shallow  bottomless  boxes. 
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The  item  of  measuring  and  wetting  stone  includes  not  only  filling  the 
measure  but  placing  it,  leveling  off  the  stone,  and  removing  the  meas- 
ure. 

Usually  a  job  of  hand-mixing  can  be  arranged  so  that  the  piles  of 
stone  and  sand  are  near  enough  to  the  mixing  platform  for  the  mate- 
rials to  be  readily  thrown  into  the  measure.  If  not,  wheelbarrows  may 
be  used  and  the  materials  dumped  into  measuring  boxes  or,  by  using 
barrows  of  special  shape  (see  p.  221)  which  can  be  leveled  off,  the  mate- 
rials can  be  measured  directly  in  the  barrows.  If  measured  in  barrows, 
it  has  been  found  by  observation  that  the  pile  may  be  25  feet  away 
without  the  labor  costing  appreciably  more  than  shoveling  direct 
from  the  pile  to  the  mixing  box  and  then  removing  the  mixing  box 
when  filled. 

If  the  sand  or  stone  must  be  wheeled  more  than  25  feet,  reference 
may  be  made  to  Items  (16)  and  (17).  Thus  when  making  1:2:4  con- 
crete, if  both  the  sand  and  stone  have  to  be  wheeled  50  feet,  the  extra 
cost,  with  labor  at  $2.00  per  day,  of  $0,012  +  $0,005  must  be  added 
to  the  total  labor  of  mixing  in  Item  (10),  giving  $1,062  per  cubic 
yard  of  concrete  instead  of  $1,045. 

Getting  and  Emptying  Cement.  Only  one  item  is  given  for  this 
instead  of  giving  variables  for  different  distances,  because  the  total 
is  small  in  any  case  unless  the  material  is  handled  by  carts  or  wagons. 
In  such  cases,  the  items  in  the  lower  part  of  the  table  may  be  used. 

Mixing  Sand  and  Cement.  Item  (4)  assumes  that  the  sand  and 
cement  are  turned  with  shovels  3  times  to  mix  dry,  as  this  has  been 
found  to  do  the  work  satisfactorily.  If  it  is  turned  4  times,  one-third 
may  be  added  to  the  cost  of  this  item,  which  increases  the  cost  of 
the  total  only  a  little  over  one  cent  per  cubic  yard  of  concrete. 

Spreading  Sand  and  Cement  on  Stone.  Items  (5)  and  (6)  apply 
to  one  particular  method  of  mixing,  which,  as  indicated  at  the  head 
of  the  table,  assumes  the  sand  and  cement  to  be  mixed  dry  and  spread 
on  the  stone  or  gravel,  then  the  concrete  turned  and  wet  as  it  is 
being  turned.  The  difference  in  time  and  cost  by  other  methods  is 
illustrated  in  Items  (11),  (12),  and  (13),  which  show  the  values  to  be 
added  to  or  deducted  from  the  totals  if  mixed  by  other  methods. 
This  is  illustrated  more  in  detail  on  a  following  page,  which  analyses 
the  difference  in  cost  of  different  methods  of  mixing. 

Wetting  and  Mixing  Concrete.  Item  (6)  assumes  that  the  concrete 
is  turned  three  times.  If  4  turns  are  required,  the  cost  of  this  par- 
ticular item  will  be  increased  one-third  and  this  excess  cost  may  be 
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added  to  the  total.  Other  methods  of  mixing  are  referred  to  in  the 
preceding  paragraph. 

Shoveling  Concrete  to  Place.  If  the  men  do  not  need  to  walk 
with  their  shovels,  it  makes  comparatively  little  difference  whether 
the  concrete  is  shoveled  from  the  mixing  platform  to  place  or  into 
barrows  or  buckets.  A  difference  in  height  or  length  of  throw  in- 
creases very  quickly  the  time  and  the  cost.  For  example,  if  the  con- 
crete is  thrown  into  carts,  the  times  and  costs  for  this  particular  item 
will  be  about  50%  greater  than  given,  in  addition  to  the  time  of  cart 
and  teamster  waiting  for  the  load. 

It  is  cheaper  to  wheel  the  concrete  even  a  short  distance  than  to 
carry  it  on  shovels.  Thus,  if  it  is  carried  on  shovels  a  distance  of  14 
feet,  which  is  about  a  maximum,  Item  (18)  shows  that  the  cost  for 
1:2:4  concrete,  with  labor  at  20  cents  per  hour,  is  increased  about  16 
cents  per  cubic  yard.  By  comparison  with  items  (22)  and  (23),  it 
is  evident  that  the  concrete  could  be  wheeled  a  distance  of  nearly  100 
feet  at  the  same  cost  as  carrying  it  on  shovels  14  feet. 

Leveling  and  Tamping.  With  wet  concrete,  the  labor  of  leveling 
and  tamping  is  small.  Item  (8)  gives  the  times  and  costs  under 
ordinary  conditions.  If  the  concrete  is  laid  very  dry,  so  as  to  require 
extra  tamping,  the  extra  cost  may  be  obtained  from  Item  (19),  while 
if  placed  in  a  small  culvert  or  arch,  the  extra  work  is  represented  in 
Items  (20)  and  (21). 

Difference  in  Cost  Due  to  Different  Methods  of  Mixing.  Sev- 
eral methods  of  mixing  concrete  are  outlined  on  page  272.  The  one 
mentioned  first  is  more  commonly  employed,  and  for  this  reason  and 
also  because  it  is  an  economical  method,  it  is  the  one  selected  for 
itemizing.  This  method  consists  of  mixing  the  sand  and  cement  dry, 
spreading  it  on  the  stone,  and  then  wetting  and  turning  at  least 
three  times.  To  illustrate  the  manner  in  which  the  difference  in 
cost  by  other  methods,  such  as  are  given  in  Items  (11),  (12),  and  (13), 
is  obtained,  we  may  assume  that  the  cement  and  sand  for  1:2:4  con- 
crete, after  being  mixed  dry,  are  mixed  wet  and  the  mortar  spread 
on  the  stone  or  gravel  and  the  whole  mass  turned  twice.  In  this 
case  the  following  items,  taken  from  time-studies  by  the  authors,  are 
substituted  for  the  sum  of  Items  (4),  (5),  and  (6),  Table  55, 

Mixing  sand  and  cement  dry,  turned  twice 8.4  min. 

Wetting  and  mixing  sand  and  cement,  turned  twice 20.5  min. 

Shoveling  mortar  on  the  stone 16 . 2  min. 

Mixing  concrete  with  shovels,  turned  twice Digitized  b-  29 .2  min. 

:     Total 74.3  min. 
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The  sum  of  the  times  of  Items  (4),  (5),  and  (6), for  1:2:4  concrete  is 
66.3  minutes,  showing  a  saving  of  8.0  minutes  per  cubic  yard  by  mix- 
ing the  sand  and  cement  dry  instead  of  into  mortar.  This  agrees  with 
Item  (12). 

TRANSPORTING  CONCRETE 

Hand-mixed  concrete  is  usually  shoveled  to  place  or  conveyed  in 
ordinary  wheelbarrows.  If  the  job  is  large  enough  to  warrant  the 
use  of  derricks  or  hoists  or  cars,  a  machine  mixer  would  be  used,  and 
for  such  work  reference  should  be  made  to  Chapter  XIII.  Fre- 
quently for  the  walls  of  a  small  building,  the  concrete  may  have  to 
be  hoisted  and  carried  in  buckets,  and  this  is  described  in  a  separate 
paragraph  on  page  297. 

Transporting  materials  consists  of  three  distinct  operations, 
namely,  loading,  hauling,  and  dumping.  Frequently  such  work  is 
further  complicated  by  the  arrangement  of  the  loading  gang,  and 
sometimes  also  by  the  fact  that  the  teamster  as  well  as  the  horses 
stop  work  while  the  cart  is  being  loaded.  However,  unless  very  great 
accuracy  is  desired  in  figuring  costs,  the  values  given  in  Table  55, 
Items  (22)  to  (27)  inclusive,  may  be  used  directly. 

The  problem  of  transporting  gravel  in  carts  is  treated  quite  fully 
in  the  preceding  chapter  on  Handling  Materials,  so  as  to  illustrate 
the  methods  of  analyzing  this  class  of  work  and  getting  at  the  times 
and  costs  in  an  exact  manner.  Similar  methods  may  be  applied  to 
the  handling  of  concrete  when  a  thorough  analysis  is  required;  in 
fact,  such  methods  have  been  used  by  the  authors  in  determining 
the  values  in  the  tables  for  all  operations  of  transporting.  The  dia- 
gram on  page  243,  having  been  made  for  gravel,  cannot  be  applied 
directly  to  transporting  concrete,  although  the  general  principles  are 
the  same.  If  the  haul  of  concrete  is  over  150  feet,  it  is  usually  more 
economical  to  haul  in  carts  than  in  wheelbarrows. 

The  times  and  costs  of  the  first  25  feet  of  haul  of  concrete  as  given 
in  Items  (22)  and  (24)  in  Table  55  are  much  greater  than  for  the 
succeeding  distances  in  the  items  which  follow.  Since  the  shoveling  of 
concrete  in  barrows  is  included  in  Item  (7),  this  might  seem  incor- 
rect. However,  it  is  due  to  the  fact  that  the  time  of  a  wheeler  plac- 
ing barrow  and  waiting  for  his  load,  as  well  as  the  dumping  and  turn- 
ing, are  included  in  the  time  and  cost  of  wheeling  the  first  25  feet, 
since  they  are  practically  constant  for  all  lengths  of  haul.  The  time 
would  be  somewhat  less  if  the  wheelers  loaded  their  own  barrows, 
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but  handling  concrete  is  such  heavy  work  that  usually  it  is  arranged 
for  the  wheelers  to  rest  while  other  men  load  their  barrows. 

Analysis  of  Wheeling  Concrete.  Although  in  ordinary  practice 
the  items  in  the  table  give  the  times  and  costs  of  wheeling  as  minutely 
as  is  necessary,  it  may  be  necessary  in  certain  cases,  such  as  piece- 
work, for  example,  to  separate  the  times  into  smaller  elements.  An 
illustration  is  of  interest,  therefore;  of  the  methods  that  may  be 
conveniently  applied  in  such  cases.  The  time  of  loading  the  bar- 
rows is  included  in  the  operations  of  mixing  and  laying  concrete,  in 
Item  (7),  so  that  in  connection  with  the  wheeling  we  have  only  to 
consider  the  barrow  work. 

After  wheeling  25  feet,  the  wheeler  places  his  barrow,  loads  it  or 
else,  as  we  shall  consider  here,  waits  while  it  is  being  loaded  by  the 
two  concrete  men,  then  travels  with  full  barrow  25  feet,  dumps  and 
returns  the  same  distance.  Some  time  is  lost,  not  only  in  placing 
his  barrow  in  position  ready  to  load,  but  in  getting  started  again 
after  loading  and  in  fixing  runs,  but  since  these  may  be  considered  as 
constant  times  per  barrow,  they  are  included  in  the  time  of  dumping 
which  therefore  in  itself  consists  of  still  smaller  units.  The  operation 
may  be  conveniently  expressed  in  a  formula,  in  fact,  formulas  are 
frequently  convenient  in  analyzing  work  to  allow  for  the  different 
conditions  of  the  various  units. 

In  addition  to  the  actual  work  of  loading  the  barrow,  the  work 
consists  of: 

Dumping  and  miscellaneous  work,  plus  time  of  wheeler  waiting 
while  2  men  load  barrow,  plus  time  wheeling  25  feet  with  load  and 
returning  with  empty  barrow. 

There  are  different  ways  of  taking  the  above  items.  One  way  is 
to  take  each  of  the  times  per  barrow  load  and  then,  in  order  to  obtain 
the  result  in  terms  of  per  cubic  yard  of  concrete,  to  divide  by  the 
number  of  cubic  feet  of  concrete  in  a  barrow  and  multiply  the  result 
by  27,  the  number  of  cubic  feet  in  a  cubic  yard. 

Another  plan,  and  one  more  easily  adaptable  to  conditions  in  gen- 
eral, is  to  express  each  of  the  operations  in  terms  of  a  unit  volume  of 
concrete.  For  example,  the  dumping  and  miscellaneous  work  can 
be  given  in  time  per  barrow  load  and  divided  by  the  capacity  of  a 
barrow  in  cubic  feet;  the  waiting  for  load  can  be  given  directly  in 
minutes  per  cubic  foot  of  concrete;  and  the  time  wheeling  can  be  given 
for  a  distance  of  100  feet,  and  this  divided  by  the  barrow  load  in  cubic 
feet  and  corrected  by  a  ratio  for  the  distance  under  consideration. 
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Taking  then  the  operations  in  a  formula: 

Let 
T  =  total  time  of  labor  per  cubic  yard  transporting  concrete  25  feet 

except  the  actual  loading. 
g  =  time  for  one  man  to  load  one  cubic  foot  of  concrete. 

a 

^  =  time  of  barrow  man  waiting  while  2  men  load  one  cubic  foot  of 

concrete. 
d  =  time  dumping,  placing  barrow,  etc. 
v  =  average  capacity  of  a  barrow  in  cubic  feet. 
/  =  time  traveling  100  feet  with  load  and  returning  100  feet  with 

empty  barrow. 

-  =  time  dumping,  placing  barrow,  etc.,  per  cubic  foot  of  concrete. 

v 

—  =  time  traveling  100  feet  and  returning  per  cubic  foot  of  concrete. 
27  =  number  of  cubic  feet  in  a  cubic  yard  of  concrete. 


\*       2^100  v) 


Substituting,  for  the  terms  of  the  formula,  values  found  from  stop- 
watch observations  by  the  authors,  after  adding  a  percentage  for  rest 
and  unavoidable  delays, 

/0.638      0.916  ,    25   vl.ll\ 

r-wVTT  +  ~T^  +  IooxT97 

=  27  (0.336  + 0.458 +-^-X  0.584J  =  25.4  minutes  per  cubic 

yard. 

This  method  may  seem  somewhat  lengthy  for  obtaining  an  appar- 
ently simple  result,  and  yet  such  separation  of  the  work  into  individ- 
ual operations  is  the  only  way  to  properly  compare  operations  where 
the  conditions  as  to  distance,  capacity  of  barrow,  number  of  men 
etc.,  vary.  For  example,  the  above  formula,  without  any  extra  time 
observations,  can  be  adapted  to  any  distance,  to  a  barrow  of  any 
ordinary  capacity,  and  to  different  methods  of  loading.  The  process 
is  really  exceedingly  simple,  being  merely  a  summation  of  the  times 
which  are  obtained  by  observation. 

The  largest  amount  of  labor  involved  in  such  determinations  is 
in  taking  a  sufficient  number  of  observations  of  unit  times,  under 
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correct  conditions,  so  as  to  obtain  satisfactory  averages  adaptable  to 
average  men  and  average  conditions,  or  else,  if  desired,  to  times  which 
may  be  applied  to  piece-work.  The  values  given  above  apply  to 
average  men  under  average  conditions,  the  result  corresponding  to 
the  time  in  Table  55  for  Item  (22),  Columns  (2),  (7),  and  (12). 

The  time  per  cubic  yard  of  concrete  for  wheeling  each  additional 
25  feet  is  simply 

VlOOz;/ 
which,  substituting  values  used  in  formula  above,  becomes 

I -r^r-XO.584  J  27  =3.9  minutes  per  cubic  yard  of  concrete. 

The  times  and  costs  of  hauling  concrete  in  single  carts  are  similarly 
made  up  by  the  analysis  of  the  operations,  the  unit  times  being 
obtained  by  averaging  a  number  of  observations  and  then  checking 
up  the  totals  by  comparison  with  over-all  times. 

HANDLING  CONCRETE  IN  PAILS 

Although  carrying  concrete  by  hand  in  small  galvanized  iron  pails 
is  expensive,  it  is  sometimes  the  only  convenient  way  in  which  it 
can  be  hoisted  for  building  the  walls  of  a  small  building.  This  is 
discussed  in  'detail  in  Chapter  XIII. 

HANDLING    MATERIALS 

In  Table  55,  page  314,  the  hauling  of  stone  and  sand  for  concrete 
is  taken  up  so  that  estimates  may  be  readily  made  where  the  sand 
or  gravel  or  broken  stone  is  hauled  from  a  bank  or  car  at  some  distance 
from  the  work.  A  comparison  of  similar  items  in  the  different  col- 
umns shows  the  variations  in  the  cost  of  these  items  with  the  differ- 
ent proportions  of  concrete,  because  of  the  varying  quantities  of 
each  ingredient. 

In  the  previous  chapter,  page  232,  where  the  items  of  hauling  are 
discussed  more  at  length,  the  times  and  costs  are  tabulated  in  terms 
of  per  cubic  yard  of  material  instead  of  per  cubic  yard  of  concrete. 

It  should  be  noted,  as  already  stated,  that  in  the  tables  in  the  pres- 
ent chapter  the  items  may  be  added  together  directly  without  cor- 
recting for  quantities  of  each  material  in  a  cubic  yard  of  concrete, 
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because  they  are  computed  directly  in  terms  of  per  cubic  yard  of 
concrete.  For  example,  the  cost  when  making  1 : 2 : 4  concrete,  of 
loading  sand  into  double  carts  and  hauling  100  feet  with  labor  at 
20ft  per  hour  is  given  in  Item  (32)  as  $0,113.  This  allows  for  the 
fact  that  there  is  less  than  half  a  yard  of  sand  in  a  cubic  yard  of  concrete 
of  the  given  proportions,  the  cost  of  loading  and  hauling  per  cubic 
yard  of  sand  from  the  table  in  Chapter  X  being  $0 .  244.  The  cost 
of  hauling  per  cubic  yard  varies  inversely  with  the  size  of  carts, 
since  the  time  of  hauling  per  mile  is  a  constant  with,  any  ordinary  load. 
The  loading  and  hauling  of  cement  is  taken  up  in  the  tables  in  the 
same  way  as  other  materials.  Natural  cement  is  not  considered 
because  it  is  so  seldom  used  in  concreting,  but  it  is  included  in  the  pre- 
vious chapter  in  Table  50,  page  262. 

SCREENING  SAND  AND  GRAVEL 

The  screening  of  sand  and  gravel  is  discussed  on  page  227,  and  the 
tables  in  the  present  chapter  are  made  up  in  similar  fashion  except 
that  the  values  are  based  on  the  quantity  of  each  material  contained 
in  a  cubic  yard  of  concrete  instead  of  being  in  terms  of  a  cubic  yard 
of  the  material  itself. 

HOW  TO  USE  TABLES 

Table  55,  page  312,  is  intended  for  general  use,  since  only  a  few  min- 
utes' work  is  required  to  select  values  which  will  give  accurate  results. 
Table  56  page  318,  is  a  compilation  of  examples,  from  which  may 
be  selected  times  and  costs  for  certain  specified  conditions. 

For  Rough  Estimates.  Use  Table  56,  page  318,  which  gives 
examples  of  special  conditions.  This  table  is  made  up  from  Table 
55  and  gives  so  many  series  of  conditions  that  a  selection  can  be  made 
directly  that  will  fit  many  cases.  By  inspecting  and  comparing  differ- 
ent values  in  the  table,  it  may  often  admit  of  a  close  estimate  even 
when  the  conditions  do  not  exactly  correspond  to  those  given.  Note 
that  the  wages  are  assumed  at  20^5  per  hour,  and  if  other  wages  are 
to  be  paid,  a  proportionate  correction  must  be  made.  Allowance 
has  been  made  in  the  costs  but  not  in  the  times,  for  foreman,  super- 
intendence, job  expenses,  contingenices,  and  hand  tools,  but  no  allow- 
ance has  been  made  for  home-office  expense  or  profit.  The  method 
of  making  these  allowances  is  described  on  page  286. 
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If  wages  are  more  or  less  than  20j£  per  hour,  the  selected  cost  must 
be  corrected  in  proportion.  Thus,  if  the  rate  is  25^5,  the  cost  given 
in  the  table  must  be  increased  by  one-fourth.  Whatever  profit  is  as- 
sumed to  be  fair  must  also  be  added,  allowing  also  for  the  share  of 
the  home-office  expense,  in  case  there  is  one.  This  is  sometimes  done 
by  selecting  a  single  percentage  to  cover  both  the  home-office  expenses 
and  the  profit  in  a  manner  described  more  in  detail  on  page  286,  or 
the  profit  may  be  considered  as  a  percentage  and  the  expense  figured 
up  directly  for  any  particular  job. 

For  Accurate  Estimates.  Use  Table  55,  which  gives  unit  times 
and  costs.  The  use  of  the  table  is  illustrated  in  Examples,  page 
300,  and  the  various  items  in  the  table  are  discussed  on  pages  291 
to  294. 

The  general  operation  of  making  an  estimate  from  Table  55  is 
as  follows: 

Select  the  proper  items  which  apply  to  the  job  in  question;  add 
together  the  costs  taken  from  the  proper  columns  and  corresponding 
to  the  selected  items;  correct  for  the  rate  of  wages  as  described  on 
page  287;  add  the  required  amount  to  cover  home-oflke  expenses 
and  profit;  note  that  contingencies  are  already  included  in  the  costs 
so  that  no  percentage  need  be  added  for  them;  note  also  that  while 
times  are  for  laborers  only,  not  including  foreman,  so  as  to  make  the 
times  useful  for  estimating  the  work  of  a  gang  as  described  on  page 
302,  the  costs  do  include  foreman  and  superintendent,  as  described 
on  page  287,  so  that  no  further  allowance  need  be  made  for  them. 
In  other  words,  the  costs  are  all  ready  for  use,  with  the  exception  of 
the  addition  of  a  percentage  or  a  definite  value  to  cover  home-office 
expenses  and  profit. 

Proportions.  If  the  proportions  of  the  concrete  are  such  that  the 
parts  of  stone  are  double  the  parts  of  sand,  use  the  middle  columns. 
If  the  parts  of  stone  are  less  than  double  the  sand,  use  the  first  set 
of  columns.  If  the  stone  is  more  than  double  the  sand,  use  the  last 
set  of  columns. 

Times  versus  Costs.  Use  the  columns  of  cost  for  ordinary  cost  esti- 
mates unless  one  wishes  to  assume  different  conditions  than  those 
described  on  page  287. 

Average  vs.  Quick  Men.  Use  average  times  or  costs  for  ordinary 
work.  Use  quick  times  for  extra  good  men  working  under  exceptional 
conditions.  For  piece-work  or  task-work,  properly  organized,  still 
shorter  times  may  be  used,  as  described  in  Chapter  ¥t>y( 
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Rate  per  Hour.  Use  the  20j£  columns  if  wages  are  unknown  but 
assumed  to  be  approximately  20^f  per  hour. 

For  other  rates  of  wages,  use  10j£  or  20ff  columns,  correcting  as 
described  on  page  287. 

Selection  of  Items.  Select  the  items  corresponding  to  the  work 
under  consideration,  and  add  together  the  times  or  costs. 

HOW  TO  USE  TABLE  55 

Example  i:  What  would  be  the  cost  of  labor  per  cubic  yard  of 
mixing  and  laying  concrete  in  proportions  1:2:4  with  labor  at  25<4 
per  hour  under  the  following  conditions? 

Concrete  mixed  in  ordinary  way  except  that  stone  is  dumped  on 
top  of  sand  and  cement  before  making  the  concrete. 

Stone  wheeled  in  barrows  50  feet. 

Sand  screened  to  remove  coarse  particles,  then  loaded  into  double 
carts  and  hauled  \\  miles. 

Concrete  shoveled  to  place. 

Cement  in  bags  hauled  2  miles. 

Solution:  This  is  a  more  complicated  example  than  usual,  and  selec- 
tion must  be  made  from  a  number  of  items,  using  in  this  case  the 
20ff  columns  as  most  convenient,  as  follows: 

COST  OF  LABOR  AT 
201    PER  HOUR 

Item  (10)  Total  labor  mixing  and  placing $1 .045 

Item  (11)  Deduct  for  different  method  of  mixing 0. 015 

Total  cost  of  mixing  and  placing $1 .  030 

Item  (16)  Wheeling  stone  an  additional  25  feet $0,012 

Item  (40)  Screening  sand 0.076 

Item  (35)  Loading  and  hauling  sand  1J  miles  @  $0.331 0.496 

Item  (37)  Loading  cement  into  wagons 0.026 

Item  (38)  Hauling  cement  2  miles  @  $0. 115 0.230 

Item  (39)  Unloading  cement 0.020 

Total  cost  with  wages  @  20ff  per  hour $1 .890 

Add  25  per  cent  for  25  i  rate 0.472 

Labor  cost  with  wages  @  25ff  per  hour $2. 362 

Add  10  per  cent  for  home  office  expense  and  profit 0.236 

Total  cost  per  cubic  yard $2,598 

The  cost  of  materials  may  be  obtained  from  Table  31  on  page  167. 
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How  to  Use  Tables  for  Estimating  Time 

The  time  that  it  will  take  a  gang  to  perform  any  operation  on  a 
cubic  yard  of  concrete,  given  in  Table  55,  is  found  by  dividing  the 
time  (for  average  or  quick  men,  as  desired)  by  the  number  of  men  in 
the  gang.  If  team  labor  is  included,  consider  each  horse  with  its 
cart  as  equivalent  to  one  man. 

Example  2:  How  many  4-bag  batches  of  1 :  2\ :  4  concrete  should  a 
gang  of  8  average  men  mix  and  place  in  9  hours,  assuming  that  the 
materials  are  at  hand  and  the  concrete  is  wheeled  25  feet? 

Solution:  For  1 :  2\ :  4  concrete  use  the  first  set  of  columns,  select- 
ing column  (2)  for  this  particular  work.  The  total  time  per  one  man 
will  be  the  sum  of  Items  (10)  and  (22)  or  236.9+25.4  =  262.3  min- 
utes per  cubic  yard.     Dividing  this  by  the  number  of  men  in  the  gang 

262  3 
gives  — — -  =32.8  minutes  per  cubic  yard.     Referring  to  Table  25, 
8 

page  154,  we  find  18 . 5  cubic  feet  of  concrete  per  4-bag  batch,  hence  the 

time  of  the  gang  per  batch,  since  there  are  27  cubic  feet  in  a  cubic 

18  5 
yard,  should  be  32 . 8  X       '     —  22 . 5  minutes  per  batch.    Dividing  this 

Jul 

into  540,  the  number  of  minutes  in  a  9-hour  day,  gives  24  batches  per 
day.  • 

Example  8:  How  many  cubic  yards  of  1 : 2 : 4  concrete  can  be  mixed 
and  laid  per  9-hour  day  under  average  conditions,  using  gravel  hauled 
1000  feet  in  one  double  cart  where  the  teamster  loads  alone? 

Solution:  Referring  to  Items  (29)  and  (30)  of  Table  55,  page  317, 
we  have  89 . 9  minutes  for  loading  and  hauling  100  feet  enough  gravel 
for  one  cubic  yard  of  concrete,  and  1.9  minutes  per  hundred  feet 
beyond  the  first  100  feet.  Multiplying  the  latter  by  9  gives  17.1 
minutes,  which  added  to  89.9  minutes  in  Item  (29),  gives  107.0 
minutes.  As  the  time  of  a  horse  and  cart  is  assumed  to  be  equal  in 
value  to  the  time  of  a  man  and  for  a  double  team  there  are  two  horses 
and  a  teamster,  the  above  time  must  be  divided  by  3  to  obtain  the 
time  per  team,  which  gives  35.7  minutes  per  cubic  yard  of  concrete. 
This  divided  into  540,  the  number  of  minutes  in  a  9-hour  day,  gives 
15  cubic  yards  of  concrete  as  the  quantity  for  which  the  team  can 
haul  gravel  in  a  9-hour  day. 

This  does  not  mean  that  15  cubic  yards  of  gravel  are  hauled,  but  only 
enough  gravel  is  hauled  to  make  the  15  cubic  yards  of  concrete. 
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Example  4:  What  arrangement  should  be  made  to  increase  the 
quantity  of  gravel  so  as  to  obtain  enough  to  make  more  concrete? 

Solution:  Reference  should  be  made  to  the  preceding  chapter, 
page  249,  from  which  the  economical  arrangement  of  the  loading 
and  hauling  gang  can  be  made.  One  or  two  more  teams  would  natur- 
ally be  added  and  men  provided  to  assist  the  teamster  in  loading  so 
that  his  team  can  make  more  trips. 

How  to  Use  Tables  for  Determining  Size  of  a  Gang  to  Produce   a 

Definite  Output 

This  problem  is  treated  in  detail  in  connection  with  the  arrangement 
of  mixing  gangs,  page  277. 

Ordinarily  it  is  not  necessary  to  go  into  the  matter  in  so  much 
detail  as  is  there  described,  but  the  gang  can  be  approximately 
determined  by  direct  reference  to  Table  55,  page  312. 

For  the  gang  on  the  concrete — including  leveling  and  ramming  but 
not  including  the  wheeling  of  the  concrete  or  extra  wheeling  of  the 
materials — the  time  per  cubic  yard  of  concrete  gang  can  be  obtained 
by  dividing  the  time  given  in  the  proper  column  opposite  Item  (10) 
by  the  number  of  men  in  the  gang.  The  time  per  day  divided  by 
the  time  per  cubic  yard  will  give  the  number  of  cubic  yards  of  concrete 
output  per  day.  Similarly,  the  approximate  size  of  gang  can  be 
determined  by  dividing  the  time  given  in  the  table  by  the  number  of 
minutes  which  are  required  per  cubic  yard  to  produce  the  given  out- 
put per  day. 

This  is  illustrated  in  the  following  example. 

Example  5:  How  many  men  in  a  gang  will  be  required  to  mix 
and  place  concrete  at  the  rate  of  27  cubic  yards  of  1:  2§: 5  concrete 
per  9-hour  day? 

Solution:  Dividing  the  required  quantity  per  day  into  the  num- 
ber of  minutes  in  a  day,  540,  gives  the  required  speed  of  23  minutes 
per  cubic  yard.  This  divided  into  the  time  in  column  (7),  Item  (10), 
236.7  minutes,  gives  12  men  per  gang. 

Example  6:  In  the  example  above,  how  many  extra  men  would 
be  required  if  concrete  was  wheeled  in  barrows  an  average  distance 
of  150  feet? 

Soluti  n:  Referring  to  Items  (22)  and  (23),  we  have  25.4  minutes 
per  cubic  yard  for  the  first  25  feet  and  3.9  X  5  =  19.5  minutes  for 
the  remaining  125  feet,  or  a  total  of  44.9  minutes  per  cubic  yard. 


MIXING  CONCRETE  BY  HAND  303 

Dividing  this  into  540  minutes  in  a  day  gives  12  cubic  yards  for  one 
man.  Hence,  since  27  cubic  yards  are  mixed,  two  men  wheeling  con- 
crete should  handle  the  quantity  required,  provided  they  work  about 
10%  faster  than  the  average. 

If  the  concrete  had  been  very  wet,  Items  (24)  and  (25)  would  have 
been  used  instead  of  (22)  and  (23),  and  3  men  would  have  been 
needed. 

How  to  Use  Tables  for  Comparing  Methods 

By  means  of  the  information  in  tables  such  as  are  given  in  this 
chapter,  the  advantage  of  one  method  of  work  over  another  can  be 
determined,  in  many  cases  by  inspection.  For  example,  referring 
to  Table  55  for  1:2:4  concrete,  page  313,  we  see  that  the  method  of 
mixing  presented  in  the  first  ten  items  is  cheaper  than  if,  according  to 
Item  (12),  the  sand  and  cement  are  mixed  into  a  mortar  and  spread 
on  top  of  the  stone.  On  the  other  hand,  from  Item  (11),  if  the  stone 
is  dumped  on  top  of  the  sand  and  cement,  the  cost  is  slightly  less 
than  that  given  in  Item  (10).  On  page  293,  the  relation  of  the  cost 
of  carrying  on  shovels  and  of  wheeling  in  barrows  is  discussed.  A 
comparison  of  the  times  and  costs  of  the  items  of  transporting  in 
wheelbarrows  and  carts  indicates  the  distance  to  which  barrow  work 
may  be  economically  applied.     This  is  also  shown  by  Fig.  20,  page  243. 

The  discussion  on  page  277,  giving  the  times  of  work  with  differ- 
ent gangs,  shows  the  advantages  of  arranging  the  men  so  that  each 
man  will  have  a  definite  work  to  do. 

UNIT  TIMES  MIXING  CONCRETE  BY  HAND 

Reference  has  been  made  (p.  66)  to  the  methods  used  in  deter- 
mining the  times  which  are  given  in  the  tables.  As  there  stated, 
the  individual  or  unit  operations  were  timed  on  a  large  number  of 
jobs,  and  corresponding  operations  of  each  were  averaged  so  that 
they  could  be  combined  to  satisfy  all  ordinary  conditions.  As  an 
illustration  of  the  principle,  the  unit  times  mixing  concrete  by  hand 
are  tabulated  in  Table  54,  page  290,  in  even  more  detail  than  they 
are  given  in  Table  55,  page  312. 

In  the  first  two  columns  of  figures,  in  order  to  distinguish  between 
different  proportions  of  cement  to  sand  to  stone,  the  units  are  given 
in  terms  of  per  one  barrel,  which,  in  proportioning,  constitutes  one 
part  when  a  batch  is  based  on  one  barrel,  or  4  bags,  of  cement.    To 
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maintain  the  proper  relations  between  the  different  items,  this  same 
unit  is  carried  through  into  the  mixing  of  the  concrete.  In  this  way 
the  unit  times  per  barrel  can  be  changed  into  times  per  batch  for  any 
proportions  by  multiplying  the  unit  time  per  barrel  by  the  number  of 
barrels  or  parts  in  a  batch.  For  example,  if  the  proportions  are 
1:2:4  as  given  in  the  last  two  columns  of  the  table  below,  the  times 
of  the  operations  relating  to  stone  alone,  such  as  (la)  (lb)  (lc),  are 
multiplied  by  4;  the  times  relating  to  sand,  such  as  (2a)  (2b),  are  mul- 
tiplied by  2,  and  those  relating  to  cement  such  as  (3a)  (3b)  (3c)  are 
multiplied  by  1,  that  is,  they  are  the  same  per  batch  as  per  barrel. 
In  a  similar  way,  Items  (4)  and  (5)  are  multiplied  by  the  number  of 
barrels  of  cement  plus  sand,  that  is,  by  3.  Items  (6)  (7)  and  (8) 
are  applied  to  the  concrete  by  multiplying  by  the  total  number  of 
barrels  of  material  in  a  batch  of  the  given  proportion,  that  is,  by 
1+2+4  =  7,  to  obtain  the  time  per  batch. 

By  using  the  times  per  barrel,  and  multiplying  by  the  number  of 
parts  as  described  in  the  last  paragraph,  the  unit  times  per  batch 
for  any  proportions  of  concrete  can  be  determined. 

The  unit  times  per  cubic  yard  may  be  obtained  by  multiplying  the 
time  per  batch  by  the  number  of  batches  in  a  cubic  yard.  If  this 
is  unknown,  reference  may  be  made  to  the  values  in  Table  25, 
page  154.  The  number  of  batches  in  a  cubic  yard  of  concrete  will 
be  the  quotient  of  27  (the  number  of  cubic  feet  in  a  cubic  yard) 
divided  by  the  volume  of  concrete  selected  from  this  table. 

Although  the  individual  unit  times  per  batch  vary  greatly  for  dif- 
ferent proportions,  it  has  been  found  by  comparing  figures  that  the 
total  time  per  cubic  yard  for  different  proportions  of  mix  are  sub- 
stantially alike.  This  may  be  explained  by  the  fact  that  the  total 
weight  of  concrete  does  not  vary  greatly  with  different  ordinary  pro- 
portions so  that  about  the  same  weight  of  material  must  be  handled 
in  each  case. 

As  usual  in  stating  times,  they  are  expressed  in  terms  of  the  time 
of  one  man.     For  example,  if  4  men  are  shoveling  gravel  as  per  Item 

(lb),  the  net  time  per  gang  per  barrel  will  be     '       =  0.92. 

Both  sets  of  values,  that  is,  the  values  per  barrel  and  per  cubic 
yard,  are  given  net  and  actual.  The  net  times  are  the  times  of  the 
operations  as  actually  observed  with  the  stop-watch.  As  in  all 
other  classes  of  work,  there  is  a  certain  percentage  which  must  be 
allowed  for  rest  and  for  the  delays   occurring  throughout  the  day. 
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For  hand-mixed  concrete,,  it  has  been  found  that,  on  an  average, 
the  percentage  is  28%  except  in  the  case  of  leveling  and  tamping,  where 
the  percentage  is  11%,  so  that  these  percentages  have  been  added  to 
the  net  times  to  give  the  actual  times.  In  the  Tables  55  and  56  at  the 
end  of  the  chapter  the  actual  times  are  given  so  as  to  include  the 
necessary  percentage  for  rest  and  delays. 

It  may  be  noticed  that  the  total  time  of  mixing  when  changed  to 
time  per  cubic  yard  does  not  agree  with  the  total  time  as  given  in 
Table  55.  Items  (la)  and  (lb)  in  Table 54  are  based  on  a  bottomless 
box  for  a  measure  while  Item  (1)  in  Table  55  is  the  average  time  of 
several  different  methods  of  measuring. 

ARRANGEMENT  OF  MIXING  GANG 

One  use  which  may  be  made  of  unit  times  such  as  are  given  in 
Table  54  is  in  the  arrangement  of  a  gang,  so  that  the  men  work  to 
the  best  advantage,  that  is,  the  operations  of  the  different  men  fit 
together  so  as  to  avoid  waste  time  of  one  man  waiting  for  another  to 
complete  his  work. 

The  operations  of  hand-mixing  can  be  fitted  to  almost  any  number 
of  men  because  the  operations  are  so  small  as  to  be  readily  divided 
among  them.  Gang  (5)  on  page  280,  where  there  are  14  or  15  men 
in  addition  to  the  men  wheeling  and  ramming,  is  as  large  a  number  of 
men  as  can  be  handled  satisfactorily. 

To  illustrate  an  arrangement  of  a  gang  which  may  be  adjusted  by 
combining  the  unit  times,  the  mixing  of  1 : 2: 4  concrete  with  a  gang  of 
4  men  and  again  with  a  gang  of  6  men  is  given  as  an  example  and 
worked  out  in  detail  in  the  following  pages. 

Gang  of  4  Men  Mixing.  A  gang  of  4  or  6  men  may  be  arranged 
so  as  to  be  busy  practically  all  the  time  if  they  work  according  to 
the  outline  given  in  Examples  7  and  8.  In  each  case,  the  times  in 
the  table  are  divided  by  the  number  of  men  performing  the  operation, 
so  as  to  give  the  time  per  gang  of  this  group;  also,  actual  times  are 
used  in  every  case  so  that  the  individual  times  are  really  longer 
than  would  be  obtained  by  timing  the  individual  operations  with  a 
stop-watch,  but,  on  the  other  hand,  correspond  to  the  times  which 
may  be  maintained  throughout  the  day. 

Example  7:  How  many  cubic  yards  of  1 :  2:4  concrete  can  a  gang 
of  4  men  mix  in  a  day  of  10  hours? 

Solution:    The  operations  taken  from  Table  54  are  as  follows: 
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Item  (1)  2  men  measuring  stone  in  bottomless 

'28.7 

box =  14.4  min. 

2 

8.5 
Item  (2)  2  other  men  measuring  sand —  =    4.2  min. 

Item  (3)  2  men  also  getting  and   emptying 

8.0        A  n     . 

cement =    4.0  min. 

2 

7.7 

Item  (4)  2  men  also  mixing  sand   and  cement..  n  n 

6  2    =    3;8min. 


=  14.4  min. 


•   „  u  9  3  -  (2X2-4)    ,  ,   • 

4  men  on  miscellaneous  work =   1.1  mm. 

4 


Item  (9)  2  men  also  on  miscellaneous  work 2.4 min 

9.3  - 
4  men  on  miscellaneous  work 

Item  (5)  4  men  together  spreading  cement  and  sand  on 

42  ,   „     . 

stone =  1.0  mm. 

4 

Item  (6)  4  men  together  wetting  and  mixing  concrete  (turning 

.     x  2         3(>  4  *  ,      . 

twice) —  X =  5.1  min. 

3  4 

Item  (6)  2  men  mixing  (3rd  turn),  —X  ■ 5.1  min.  ] 

32  1=5.1  min. 

Item  (7)  2  other  men  meanwhile  shoveling  concrete.  .  .    .5.1  min.  J 

15.8 -(2X5.1) 

Item  (7)  4  men  finish  shoveling  concrete =   1.4  min. 

4  

Thus  the  total  time  including  delays  for  the  batch  will  be 28. 1  min. 

fiOO 
This  gang  should  mix  in  10  hours  jr^-  =21.4,  or  say,  22  batches. 

^o .  1 

Since  the  concrete  is  in  proportions  1:2:4,  which  averages  17 . 2  cubic 

22  x  17  2 
feet  per  batch,  22  batches  will  make =  14  cubic  yards  of 

concrete,  an  ordinary  output  for  4  average  men  in  10  hours. 

In  addition  to  the  mixers,  there  must  also  be  sufficient  men  to 
level  and  tamp  the  concrete.  In  the  present  case,  since  33 . 4  minutes 
are  required  per  man  for  leveling  and  tamping  and  the  total  time  of 
mixing  per  batch  is  28.1  minutes,  one  man  should  be  able  to  level  and 
tamp.  This  man  will  be  in  addition  to  the  4  men  in  the  mixing 
gang.  One  or  more  extra  men,  according  to  the  distance  carried, 
will  be  needed  to  transport  the  concrete  to  place. 

Example  8:  How  long  will  it  take  a  gang  of  6  men  to  mix  a  4-bag 
batch  of  1:2:4  concrete  and  how  many  men  will  be  required  for  level- 
ing and  tamping? 
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Solution:  This  gang  will  work  most  satisfactorily  when  it  is  divided 
into  two  sub-gangs,  one  of  these  sub-gangs  made  up  of  4  men  who 
handle  the  stone  and  mix  the  concrete,  and  the  other  sub-gang  of  2 
men  who  perform  the  operations  relating  to  sand. 

The  operations  of  the  2  gangs  are  tabulated  separately. 

First  Sub-Gang  of  4  men: 

'  TIME  PEB  GANG 
OF  4  MEN 

Items  (la,  lb)     4  men  fix  measure,  shovel  stone  to  bottomless 

r.       ,       ,       ,  18.8  +  6.9 

box,  level  and  remove  measure =     6.4  min. 

4 

4.2 

Item  (5)  4  men  spread  sand  and  cement  on  stone =     1.0  min. 

4 

Item  (6)  4  men  wet  and  mix  concrete  (2  turns). . .  -  X  — —  =     5.1  min. 

3  4 

Item  (6)  J  2  men  mix  concrete  (third  turn) — X  — —=5.1         c  ,      . 

S  3         2  V     °1  min« 

Item  (7)  [2  men  start  shovel  concrete. . .' =5.1  J 

jk  o (2X5  1) 

Item  (7)  4  men  finish  shovel  concrete, — : : —  =     1.4min. 

4  

Total   time  including  delays  of  sub-gang  per 

batch 19.0  min. 

Second  Sub-Gang  of  2  men: 

TIME  PER  GANG 
OF  2  MEN 
3    0 

Item  (lc)  2  men  wet  gravel  or  stone —  =     1.5  min. 

z 

Item    (2)              2  men  fix  and  shovel  sand  into  sand-measure  and 
remove  measure 

Item    (3)  2  men  get,  open,  and  empty 

2.9  +  1.7  +  3.4 

cement —  =     4.0  min. 

2 

7  7 

Item    (4)  2  men  mix  sand  and  cement —  =     3.9  min. 

2 

9  3 
Item    (9)  2  men  carry  water  and  miscellaneous  work  .  . .  *—  =     4.7  min. 

Z  

Total  time  including  delays  of  sub-gang  per 

batch 18.3 

Hence  time  per  4-bag  batch  for  6  average  men  who  also  shove) 
concrete  direct  to  place  is  19  minutes. 

QQ       A 

For  leveling  and  tamping,      '    =  2  men  will  be  required. 

19  Digitized  by  CjOO 


0.8  +7.7 

remove  measure =     4.2  min. 

2 


308  CONCRETE  COSTS 

Gangs  of  Other  Size.  The  work  for  gangs  with  different  numbers 
of  men  can  be  laid  out  in  a  similar  fashion. 

While  it  is  often  difficult  to  lay  out  the  times  so  that  each  man 
or  sub-gang  will  finish  his  or  their  work  at  the  same  time  as  the  others, 
the  lost  time  can  be  kept  down  to  the  smallest  possible  quantity. 
In  practice,  work  is  frequently  arranged  in  a  more  or  less  haphazard 
fashion,  so  that  some  of  the  men  work  to  poor  advantage  and  either 
loaf  between  operations  or  else  work  very  slowly.  Such  loafing  or 
soldiering  can  be  located  by  applying  the  principles  outlined,  and  fre- 
quently when  the  times  do  not  come  out  just  right,  the  men  who  finish 
their  operations  first  can  be  made  to  assist  other  men. 


EXAMPLES 

A  number  of  examples  illustrating  different  conditions  have  been 
given  in  various  places  throughout  the  chapter.  To  still  further  illus- 
trate the  use  of  Table  55,  several  more  examples  are  presented  in  the 
following  pages,  which  apply  to  some  of  the  more  complicated  condi- 
tions relating  to  hand-mixed  concrete  frequently  met  with  in  prac- 
tice, and  for  which  the  cost  of  concrete  per  cubic  yard  has  to  be 
estimated. 

These  examples  illustrate  how  easily  the  tables  may  be  used,  and 
the  small  amount  of  labor  required  to  make  an  estimate  far  more 
accurate  than  the  usual  method  of  guess. 

To  bring  out  the  methods  most  clearly,  and  to  illustrate  the  vari- 
ation in  costs  due  to  different  conditions,  one  definite  set  of  opera- 
tions is  stated  in  Example  9,  and  in  succeeding  examples  variations 
in  costs  are  provided  which  may  be  due  to  a  variety  of  local  circum- 
stances. All  of  these  examples  are  based  on  proportions  1:  2:  5. 
For  other  proportions,  similar  methods  of  estimating  are  followed 
except  that  different  columns  are  selected  in  Table  55. 

Example  g:  What  is  the  cost  of  concrete,  exclusive  of  materials, 
proportions  1  part  packed  Portland  cement  to  2  parts  sand  to  5  parts 
gravel,  under  the  following  conditions:  sand  and  gravel  are  obtained 
at  a  bank  2  miles  away  and  the  gravel  must  be  screened  to  remove 
sand;  the  cement  is  hauled  \  mile  from  railroad  station  to  job; 
the  cement  and  sand  are  mixed  into  mortar  and  spread  on  the  gravel ; 
the  concrete  is  wheeled  an  average  distance  of  50  feet;  labor  is 
paid  $1 .  75  per  day  of  9  hours? 
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Solution:  From  Table  55,  the  different  items  are  obtained,  for 
average  men  under  ordinary  conditions,  as  follows: 

Item  (42)  Screening  gravel  by  hand  to  remove  sand SO. 202 

Item  (31)  Loading  and  hauling  gravel  2  miles  @  $0.387 0.774 

Item  (35)  Loading  and  hauling  sand  2  miles  @  $0.14G 0.292 

Item  (37)  Loading  Portland  cement  in  bags  into  wagons 0.012 

Item  (38)  Hauling  Portland  cement  £  mile  @  $0.051 0.026 

Item  (39)  Unloading  Portland  cement  in  bags 0.009 

Item  (10)  Labor  mixing  and  placing. 0. 527 

Item  (12)  Add  for  sand  and  cement  mixed  into  mortar 0.009 

Items  (22)  and  (23)  Wheeling  concrete  50  feet  ($0 .  056+S0 .  009) ....  0 .  065 

Total  cost  of  labor  @  10£  per  hour $1,916 

$1  75 
Hence  total  cost  of  labor  @  — ^ —  or  19.4^  per  hour  is  $1,916  X 

19  4 

*     =  $3.73  per  cubic  yard  of  concrete  exclusive  of  cost  of  materials. 

Example  io:  What  would  be  the  total  cost  of  the  concrete  in 
Example  9  if  the  cement  cost  $2.00  per  barrel  f.o.b.  railroad  station? 

Solution:  Assuming  the  gravel  to  contain  45%  voids  for  a  cubic 
yard  of  concrete,  from  Table  22,  page  151,'  there  would  be  required 
1.39  barrels  of  cement.  At  $2.00  a  barrel,  the  cost  of  the  cement 
per  cubic  yard  of  concrete  would  be  $2.00  X  1.39  =  $2.78.  This 
added  to  the  cost  of  labor  gives  $3.73+$2.78  =  $6.51  as  the  total 
cost  of  the  concrete  per  cubic  yard  provided  the  sand  and  gravel  cost 
nothing  at  the  bank. 

Example  n:  What  would  be  the  difference  in  the  labor  cost  of 
concrete  in  Example  9  if  the  concrete  was  carried  14  feet  to  place  on 
shovels  instead  of  wheeled  50  feet? 

Solution:    The  comparative  cost  per  cubic  yard  is  found  as  follows: 

Items  (22)  and  (23)  Wheeling  concrete  50  feet  ($0.056 +$0.009)... .  $0,065 
Item  (18)  Carry  concrete  on  shovels  14  feet 0. 080 


Difference  in  cost  @  10ff  per  hour $0 .  015 

(Dji    7  k  1Q  4 

and,  at  ?i-^or  19.4j£  per  hour,  $0,015  X  -jg-  =  $0,029  per  cubic 

yard.     It  would  cost  $0,029  more  per  cubic  yard  in  Example  9  to 
carry  concrete  in  shovels  14  feet  than  to  wheel  50  feet  in  barrows. 
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Example  12:  In  Example  9,  how  much  more  would  it  cost  if  the 
concrete  was  hauled  200  feet  in  single  carts  instead  of  50  feet  in  bar- 
rows? 

Solution:    The  comparative  cost  is: 

Items  (26)  and  (27)  Hauling  concrete  200  feet  in  carts  ($0,092+ 

$0.012) $0. 104 

Cost  of  wheeling  50  feet  in  barrows 0 .  065 

Difference  in  cost  @  10£  per  hour. $0,039 

19  4 
and,  at  19. 4£  per  hour,  $3,039  X  -^y-  =  $0 . 076  per  cubic  yard.    It 

would  cost  $0,076  more  per  cubic  yard  to  haul  concrete  in  carts 
200  feet  than  in  barrows  50  feet. 

Example  13:  What  would  be  the  additional  cost  per  cubic  yard 
if  the  concrete  was  mixed  and  laid  very  dry? 

Solution:    The  extra  labor  tamping  very  dry  concrete  is 

Item  (19)  Extra  labor  tamping  very  dry  concrete  at  10^  per  hour.  .$0,109 

and,  at   19.4^  per  hour,  the  extra  cost  per  cubic  yard  would  be 

19  4 
$0,109  X^  =  $0,212: 

Example  14:  If  part  of  the  concrete  in  Example  9  is  to  be  used 
in  the  construction  of  a  culvert,  what  would  be  the  extra  cost  per 
cubic  yard  of  concrete  for  the  part  so  used? 

Solution:    The  extra  cost  of  concrete,  exclusive  of  forms  is: 

Item  (20)  Forming  small  invert  by  template $0 .  044 

Item  (21)  Extra  tamping  in  invert  or  arch 0 .  021 

Extra  cost  per  cuKic  yard  of  concrete  in  invert  @  lOfi  per  hour... .  $0,065 

19  4 
and,  at  19.4j£  per  hour,  $0,065  X  -yg-  =  $0,126. 

19  4 
In   the   arch,  the  extra  cost  would  be  $0,021  X  -jjr-  =  $0,041 

per  cubic  yard. 

Example  15:  What  would  be  the  cost  of  labor  in  Example  9  if 
quick  men  were  employed  and  other  conditions  were  favorable? 

Solution:  limes  and  costs  on  concrete  work  where  quick  men  are 
employed  were  found  to  be  70%  of  the  average  times  and  costs. 
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Therefore  the  cost  of  labor  for  quick  men  is  0.70  X  $3.73  =  $2.61 
per  cubic  yard  with  labor  at  $1 .  75  per  day  of  9  hours. 

Example  16:  What  would  be  the  total  cost  of  concrete  in  Exam- 
ples 9  and  10  with  labor  at  $1 .  50  per  10  hours  instead  of  $1 .  75  per 

9  hours? 

Solution:     In  Example  9,  the  cost  of  labor  at  $1.00  per  day  of 

10  hours  is  $1,916  per  cubic  yard  and  at  $1.50  per  day  the  cost 
would  be  $1,916  X  1.50  =  $2.87  per  cubic' yard  for  labor.  The 
cost  of  materials  would  remain  the  same  so  that  total  cost  of  concrete 
in  place  would  average  $2.87  +  $2.78  =  $5 .  65  per  cubic  yard. 

Example  17:  How  much  concrete  (in  proportions  1:2:  5)  should 
an  average  gang  of  15  men  mix,  shovel  to  place,  and  tamp,  per  day 
of  9  hours? 

Solution:     From  column  (12),  Table  55,  the  total  time  expressed  as 

the  time  of  one  man  for  mixing  and  placing  one  cubic  yard  of  concrete 

is  239.2  minutes  and  with  a  gang  of  15  men  the  time  per  gang  is 

239  2 

'     or  15.9  minutes  per  cubic  yard.     In  a  day  of  9  hours  or  540 
15 

540 
minutes  the  gang  could  mix  and  place  j^-^  or  34  cubic  yards. 

Example  18:     How  many  of  the  gang  in  Example  17  are  required 

for  leveling  and  tamping? 

Solution:    From  Table  55,  Item  (8),  the  time  required  for  leveling 

53 
and  tamping  is  53  minutes  or  ■         ■  =  22%  of  the  whole  time.    Hence 

22%  of  the  gang  or  3  men  working  all  the  time  and  a  fourth  man 
working  part  of  the  time  will  be  required  to  level  and  tamp. 

Example  ig:  How  many  additional  men  would  be  required  in 
Example  17  if  the  concrete  was  wheeled  in  barrows  75  feet? 

Solution:  From  Table  55,  Items  (22)  and  (23)  the  time  required 
to  "haul  one  cubic  yard  of  concrete  75  feet  is 

Item  (22)  Concrete  wheeled  25  feet 25.4  min. 

Item  (23)  Wheeling  50  additional  feet  @  3.9  per  25  feet 7.8  min. 

Total  time  wheeling  one  cubic  yard  75  feet 33 . 2  min. 

and  wheeling  34  cubic  yards  75  feet  is  therefore  33.2  X  34  or  1128 
minutes.     The  extra  men  required  to  do  the  wheeling  in  a  9-hour  day 

lino 

would  be  — ^r-  or  2  men  working  a  little  faster  than  usual. 
540 
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TABLE  55.     TIMES  AND  COSTS   OF 


Times  and  costs  are  per  cubic  yard  of  concrete  in  place, 
but  do  not  include  office  expenses  or  profit. 


Costs  include 


Unit  Operation 

a 

H 
H 

3 
z 

H 

0 
< 
Oh 

O 
H 

« 

e 

w 
05 

Proportions  1:2: 3  also  1:2^:4,  1:3:5 
Where  Sand  More  Than  Half  the  Stone 

Unit  Time 

Expressed  as 

Time  op 

One  Man 

Unit  Cost 

Labor 

10  Cts. 

Per  Hour 

Unit 
Cost 
Labor 
20  Cts. 
Per 
Hour 

Item 

H 

O 

<  fc 

< 

H 

o 
< 

5  H 

<y 

w 

o 

< 

mln. 

min. 

$ 

$ 

s 

Per  Cubic  Yard  of  Concrete 
in  Place 

(i) 

(2) 

Mixing  and  laying  concrete  (Sand 

and    cement    mixed    dry   and 

spread  on  stone  or  gravel) 

Measuring    and    wetting    stone 

(may  include  wheeling  25  ft.  if 

measured  in  barrow).. .. . . .  * . . 

Measuring    sand    (may    include 
wheeling  25  ft.  if  measured  in 
barrow) 

(1) 

291 

291 
292 

292 

292 

292 

293 
293 

293 

293 
293 

(2) 

45.4 

15.4 
14.5 

14.0 

7.6 

47.5 

25.0 

53.0 

14.5 

236.9 

3.8 

12.2 
9.3 

18.8 

(3) 
31.8 

10.8 
10.2 

9.8 

5.3 

33.3 

17.5 

37.1 

10.2 

166.0 

2.7 

8.5 

6.5 

13.2 

@1 
(4) 

0.100 

0.034 
0.032 

0.031 

0.017 

0.105 

0.055 
0.117 
0.032 
0.523 

0.008 

0.027 
0.021 
0.042 

Oc 

(5) 
0.070 

0.024 
0.023 

0.022 

0.012 

0.074 

0.039 
0.082 
0.022 
0.368 

0.006 

0.190 
0.014 
0.029 

20c 

(6) 
0.201 
0.068 

(3) 
(4) 

Getting  and  emptying  cement . . 

Mixing   sand   and   cement   dry, 

turned  3  times 

0.064 
0.062 

(6) 

Spreading  sand  and  cement  on 
stone 

0034 

(6) 

Wetting    and    mixing    concrete, 
turned  3  times 

0.210 

(7) 

(8) 
(9) 
(10) 

(11) 

(12) 

(13) 
(14) 

Shoveling  concrete  to  place,  or  to 

barrows  or  buckets 

Leveling  and  tamping 

0.110 
0.J34 
0.064 

Miscellaneous  work 

Total  labor,  mixing  and  placing.. 

If  stone  is  dumped  on  top  of  sand 
and  cement,  deduct  from  Item 
(10) 

If  sand  and  cement  is  mixed  into 
mortar   and    spread  on  stone 
add  to  Item  (10) 

If  stone  is  dumped  on  top  of  paste 
deduct  from  Item  (10) 

For  each  additional,  time  that  dry 
sand  and  cement  is  turned,  add 

1.047 

0.017 

0.055 
0.041 
0.083 
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allowance  for  foreman,  plus  15%  for  superintendence,  overhead  charges,  etc., 


Proportions  1 :2: 4  alsol:l}:3,  1:2J:5,  1:3:6 
Where  Sand  Half  the  Stone 

Proportions  1:2:5  also  1 : 1 :  3, 1 : 1} :  4,  1 :  2} :  6 
Where  Sand  Less  Than  Half  the  Stone 

Unit  Time 

Expressed  as 

Time  of 

One  Man 

Unit  Cost 
Labor 
lOCts. 

Per  Hour 

Unit  Cost 
Labor 
20  Cts. 

Per  Hour 

Unit  Time 

Expressed  as 

Time  of 

One  Man 

Unit  Cost 

Labor 

10  Cts. 

Per  Hour 

Unit  Cost 
Labor 
20  Cts. 

Per  Hour 

H 
O 

K    M 

< 

pS 

N 
O 

n  a 
< 

u  « 
pS 

H 

O 

< 

§ 

< 

5  w 
pS 

H 

O 

n  a 

< 

PS 

w 
o 

n  h 
< 

Item 

min. 

min. 

$ 

% 

$ 

min. 

min. 

$ 

$ 

S 

Per  Cubi 

c  Yard  of  Con 
in  Place 

CRETE 

Per  Cubic 

Yard  of  Concrete 
in  Place 

(7) 

(8) 

@1 

(°) 

Oc 

(10) 

@20c 
(ii) 

(12) 

(13) 

@1 
(14) 

Oc 

(15) 

@20c 

(16) 

52.2 

36.5 

0.115 

0.081 

0.231 

57.8 

40.5 

0.128 

0.089 

0.255 

a) 

13.2 
12.5 

9.2 
8.8 

0.029 
0.028 

0.020 
0.019 

0.058 
0.055 

11.7 
11.1 

8.2 
7.8 

0.026 
0.025 

0.018 
0.017 

0.052 
0.049 

(2) 
(3) 

12.0 

8.4 

0.027 

0.019 

0.053 

10.7 

7.5 

0.024 

0.017 

0.047 

(4) 

6.6 

4.6 

0.015 

0.010 

0.029 

5.8 

4.1 

0.013 

0.009 

0.026 

(5) 

47.7 

33.4 

0.105 

0.074 

0.211 

48.4 

33.9 

0.107 

0.075 

0.214 

(6) 

25.0 

53.0 

14.5 

236.7 

17.5 

37.1 

10.2 

165.7 

0.055 
0.117 
0.032 
0.523 

0.039 
0.082 
0.022 
0.366 

0.110 
0.234 
0.064 
1.045 

25.0 

53.0 

14.7 

239.2 

17.5 

37.1 

10.4 

167.0 

0.055 
0.117 
0.032 
0.527 

0.039 
0.082 
0.023 
0.369 

0.110 
0.234 
0.065 
1.052 

(7) 
(8) 
(9) 
(10) 

3.3 

2.3 

0.007 

0.005 

0.015 

2.9 

2.0 

0.006 

0.004 

0.013 

(ID 

8.0 

5.6 

0.018 

0.012 

0.035 

3.9 

2.7 

0.009 

0.006 

0.017 

(12) 

8.0 

5.6 

0.018 

0.012 

0.035 

5.4 

3.8 

0.012 

0.008 

0.024 

(13) 

16.2 

11.3 

0.036 

0.025 

0.072 

14.3 

10.0 

0.032 

0.022 

0.063 

(14) 
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TABLE 

55. 

TIMES  AND  COSTS 

3   OF 

1:3:5 

Proportions  1:2:3  also  1 : 2§ : 4, 

Where  Sand  More  Than  Half  the  Stone 

Unit 

Unit  Time 

Unit  Cobt 

Cost 

EXFHFfiSKiD    AS 

I,AtiOH 

Labor 

Time  m- 

10CU. 

2C  Cts. 

One  Ma.v 

Per  Hour 

Per 

Unit  Operation 

W 

Hour 

Item 

(1 

fS 

g 

1 

8 

o 

fc 

as 

5  * 

es 

<  z 

*  » 

W 

?x 

&s 

£s 

£a 

2s 

< 

^ 

9 

< 

or         < 

O 
H 

« 
W 

H 

niln.    1    nHn, 

% 

% 

$ 

Per  Cubic  Yard  of  Concrete 

£ 

in  Place 

Mixing  and  laying  concrete— Con- 
tinued 

@  10c 

20c 

(1) 

(2) 

(3) 

(4) 

(5) 

(6) 

(15) 

For  each   additional   time   that 

concrete  is  turned,  add 

14.4 

10.1 

0.032 

0.022 

0.064 

(16) 

For  each  additional  25  ft.  that 

292 

stone  is  wheeled  in  barrows  add 

2.4 

1.7 

0.005 

0.004 

0.011 

(17) 

For  each  additional  25  ft.  that 

292 

sand  is  wheeled  in  barrows  add 

1.4 

1.0 

0.003 

0.002 

O.OOC 

(18) 

If  concrete  is  carried  on  shovels 

about  14  ft.,  add 

293 

36.3 

25.4 

0.080 

0.056 

0.160 

(19)  J 

Extra  tamping  if  concrete  is  laid 

j      very  dry 

293 

49.4 

34.6 

0.109 

0.076 

0.219 

(20)  |  Forming  small  invert  by  templet 

293 

20.0 

14.0 

0.044 

0.031 

0  088 

(21 )  '  Extra  tamping,  in  small  invert  or 

arch 

293 

9.7 

6.8 

0.021 

0.015 

0.043 

Transporting  concrete  in  barrows 

and  carts 

(22) 

Add  if  concrete  of  dry  consistency 

j      is  wheeled  25  ft 

294 

25.4 

17.7 

0.056 

0.039 

0.112 

(23)    Wheeling  dry  concrete    in  bar- 

rows,  each  additional  25  ft 

294 

3.9 

2.7 

0.009 

0.006  0017 

(24; 

Add    if    very    wet    concrete    is 
wheeled  in  ordinary  barrows  25 

, 

ft 

294 

34.4 

24.1 

0.076 

0.053 

0.152 

(25) 

Wheeling  very  wet  concrete  in 

barrows  each  additional  25  ft. 

294 

5.7 

4.0 

0.013 

0.009 

0.025 

(26) 

Add  if  concrete  is  hauled  in  sin- 

gle carts  with  horse  100  ft 

41.5 

29.0 

0.092 

0.064 

0.183 

(27) 

Hauling  in  single  carts,  each  add- 

itional 100  ft 

5.6 

3.9 

0.012 

0.009 

0.025 

Handling  broken  stone  or  gravel 

by  carts 

(28) 

Loading  double  cirts  and  hauling 

100  ft.  (4  men  loading) 

236 

57.2 

40.0 

0.126 

0.088  0.253 
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MIXING  CONCRETE  BY  HAND — Continued 


Proportions  1:2:4 also  1: 1J:  3, 1: 

24:5,1:3:6 

Proportions  1:2:  5  also  1 : 1:  3, 1 :  l|t  4, 1 :  2}:  6 
Where  Sand  Less  Than  Hall  the  Stone 

Where  Sand  Half  the  Stone 

Unit  Time 

Unit  Cost 

Unit  Cost 

Unit  Time 

Unit  Cost 

Unit  Cost 

Expressed  as 

Labor 

Labor 

Expressed  as 

Labor 

Labor 

Time  op 

10  Cts. 

20  Cts. 

Time  op 

10  Cts. 

20  Cts. 

One  Man 

Per  Hour 

Per  Hour 

One 

Man 

Per  Hour 

Per  Hour 

H 

H 

a 

w 

« 

H 

Item 

O 

O 

o 

0 

0 

O 

2  * 

ut  * 

2* 

M  fc" 

<  z 

a* 

M    55 

£* 

bd  £ 

t* 

«  H 

G  w 

5  w 

s « 

5  w 

S  H 

G  w 

£  w 

z  » 

5« 

gs 

pS 

gS 

BS 

SS 

gs 

pS 

gs 

PS 

gs 

< 

a 

< 

c? 

< 

< 

a 

< 

a- 

'  < 

min, 

min. 

%      1      ' 

$ 

min. 

min.    1       $ 

% 

$ 

Per  Curic  Yard  of  Con 

CRETE 

Per  Cubic  Yard  of  Concrete 

in  Place 

in  Place 

@  10c 

@20c 

@10c 

@20c 

(7) 

(8) 

(« 

(10) 

(ii) 

(12) 

(13) 

(14) 

(15) 

(16) 

14.5 

10.2 

0.032 

0.023 

0.064 

14.7 

10.3 

0.033 

0.023 

0.066 

(15) 

2.7 

1.9 

0.006 

0.004 

0.012 

3.2 

2.2 

0.007 

0.005 

0.014 

(16) 

1.2 

0.8 

0.003 

0.002 

0.005 

1.2 

0.8 

0.003 

0.002 

0.005 

(17) 

36.3 

25.4 

0.080 

0.056 

0.160 

36.3 

25.4 

0.080 

0.056 

0.160 

(18) 

49.4 

34.6 

0.109 

0.076 

0.219 

49.4 

34.6 

0.109 

0.076 

0.219 

(19) 

20.0 

14.0 

0.044 

0.031 

0.088 

20.0 

14.0 

0.044 

0.031 

0.088 

(20) 

9.7 

6.8 

0.021 

0.015 

0.043 

9.7 

6.8 

0.021 

0.015 

0.043 

(21) 

25.4 

17.7 

0.056 

0.039 

0  112 

25.4 

17.7 

0.056 

0.039 

0.112 

(22) 

3.9 

2.7 

0.009 

0.006 

0.017 

3.9 

2.7 

0.009 

0.006 

0.017 

(23) 

34.4 

24.1 

0.076 

0.053 

0.152 

34.4 

24.1 

0.076 

0.053 

0.152 

(24) 

5.7 

4.0 

0.013 

0.009 

0.025 

5.7 

4.0 

0.013 

0.009 

0.025 

(25) 

41.5 

29.0 

0.092  0.064 

0.183 

41.5 

29.0 

0.092 

0.064 

0.183 

(26) 

5.6 

3.9 

0.012 

0.009 

0.025 

5.6 

3.9 

0.012 

0.009 

0.025 

(27) 

66.2 

46.3 



0.146 

0.102 

0.293 

73.7 

51.7 

0.163 

0.114 

0.326 

(28) 
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TABLE  55.    TIMES  AND  COSTS  OF 


Unit  Operation 

Q 

a 

1 

Q 

H 
O 

O 
H 

« 
« 

Proportions  1:2:3  also  1:2^:4,  1:3:5 
Where  Sand  More  Than  Half  the  Stone 

Unit  Time 

Expressed  as 

Time  of 

One  Man 

Unit  Cost 
Labor 
10  Cts. 

Per  Hour 

Unit 

Cost 

Labor 

20  Cts. 

Per 

Hour 

Item 

w 
o 

< 

H 
O 

< 

0 

K  h 

■< 

min. 

min. 

$     ;     $          $ 

Per  Cubic  Yard  op  Concrete 
in  Place 

(29) 
(30) 

Handling  broken  stone  or  gravel 

by  carts — Continued 

Loading  double  carts  and  hauling 

100  ft.  if  teamster  loads  alone. 

Hauling  in  carts  each  additional 

100  ft.  up  to  1  mile 

(1) 
236 
236 
238 

236 
236 
236 
238 

251 
251 
251 
251 

298 
298 
298 

(2) 
77.7 
1.7 
136.8 

29.6 

37.3 

1.0 

86.7 

3.4 

6.9 

29.9 

5.2 

20.0 
40.0 
71.2 

(3) 
54.4 

1.2 
95.8 

20.7 

26.1 

0.7 

60.7 

2.4 

4.8 

20.9 

3.6 

14.0 
28.0 
49.7 

@1 

(4) 

0.172 
0.004 
0.302 

0.065 
0.082 
0.002 
0.192 

0.008 
0.015 
0.066 
0.011 

0.044 
0.088 
0.157 

Oc 

(5) 
0.120 
0.003 
0.212 

0.046 
0.058 
0.002 
0.134 

0.005 
0.011 
0.046 
0.008 

0.031 
0.062 
0.109 

20c 

(6) 
0.343 
0  008 

(31) 

(32) 
(33) 

Loading  and  hauling  per  mile  if 
distance  is  more  than  1  mile. . 

Handling  sand  by  carts 
Loading  double  carts  and  hauling 

100  ft.  (4  men  loading) 

Loading  and  hauling  100  ft.   if 

teamster  loads  alone 

0.605 

0.131 
0  165 

(34) 
(35) 

(36) 

Hauling  in   double    carts   addi- 
tional 100  ft.  up  to  1  mile 

Loading  and  hauling  per  mile  if 
distance  is  more  than  1  mile . . 

Handling  cement 
Loading  Portland  Cement  in  bar- 
rels into  wagons 

0.004 
0.383 

0.015 

(37) 

Loading  Portland  Cement  in  bags 
into  wagons 

0  030 

(38) 

Hauling    Portland    Cement    per 
mile 

0.132 

(39) 
(40) 

Unloading    bags    or    barrels    of 
Portland  Cement  from  wagons 

Screening  sand  and  gravel 
Screening  sand  by  hand  to  re- 
move small  stones 

0.023 
0.088 

141) 
(42) 

Screening  gravel  by  hand  to  re- 
move coarse  stones 

Screening  gravel  by  hand  to  sep- 
arate sand 

0.176 
0.313 

i 
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Proportions  1:2: 4  also  1:H:3,1:2J:5, 1:3: 6 
Where  Sand  Half  the  Stone 

Proportions  1:2: 5  also  1:1: 3, 1:1$:  i,  l:2J:fl 
Where  Sand  Less  Than  Half  the  Stone 

Unit  Time 

Expressed  as 

Time  of 

One  Man 

Unit  Cost 
Labor 
10  Cts. 

Per  Hour 

Unit  Cost 
Labor 
20  Cts. 

Per  Hour 

Unit  Time 

Expressed  as 

Time  of 

One  Man 

Unit  Cost 
Labor 
10  Cts. 

Per  Hour 

Unit  Co&t 
Labor 
20  Cts. 

Per  Hour 

H 

O 

< 

M  * 

w 
o 

n  a 

gs 

*5 

0? 

H 
O 

<  X 
ft  a 

gS 
< 

« 

0 
a  a 

gs 

< 

«5 
BS 
<y 

o 

a* 

5  « 
gs 

< 

s 
o 

gs 
< 

Item 

min. 

min. 

$ 

$ 

$ 

min. 

min. 

$ 

$ 

$ 

Per  Cubi 

c  Yard  op  Con< 
in  Place 

2RETB 

Per  Cubic  Yard  of  Concrete 
in  Place 

@10c 

@20c 

@  10c 

@20c 

(7) 

(8) 

(» 

(10) 

(ii) 

(12) 

(13) 

(14) 

(15) 

(16) 

89.9 

62.9 

0.199 

0.139 

0.397 

99.2 

69.4 

0.220 

0.153 

0.438 

(29) 

1.9 

1.3 

0.004 

0.003 

0.008 

2.2 

1.5 

0.005 

0.003 

0.010 

(30) 

158.4 

110.9 

0.350 

0.245 

0.700 

175.0 

122.5 

0.387 

0.271 

0.774 

(31) 

25.6 

17.9 

0.057 

0.040 

0.113 

22.6 

158.0 

0.050 

0.035 

0.100 

(32) 

32.2 

22.5 

0.071 

0.050 

0.142 

28.5 

20.0 

0.063 

0.044 

0.126 

(33) 

0.9 

0.6 

0.002 

0.013 

0.004 

0.8 

0.6 

0.002 

0.001 

0.004 

(34) 

74.8 

52.4 

0.165 

0.116 

0.331 

66.0 

46.2 

0.146 

0.102 

0.292 

(35) 

3.0 

2.1 

0.007 

0.005 

0.013 

2.6 

1.8 

0.006 

0.004 

0.012 

(36) 

6.0 

4.2 

0.013 

0.009 

0.026 

5.3 

3.7 

0.012 

0.008 

0.023 

(37) 

25.9 

18.1 

0.057 

0.040 

0.115 

22.9 

16.0 

0.051 

0.035 

0.101 

(38) 

4.6 

3.2 

0.010 

0.007 

0.020 

4.0 

2.8 

0.009 

0.006 

0.018 

(39) 

17.2 

12.0 

0.038 

0.027 

0.076 

15.3 

10.7 

0.034 

0.024 

0.067 

(40) 

46.1 

32.3 

0.102 

0.071 

0.203- 

51.5 

36.0 

0.114 

0.079 

0.276 

(41) 

82.5 

57.5 

0.181 

0.127 

0.362 

91.9 

64.1 

0.202 

0.141 

^0.404 

(42) 
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TABLE  56.  EXAMPLES  OF  LABOR  COSTS  OF  HAND  MIXING 
FOR  SPECIAL  CONDITIONS  (See  p.  319) 

Proportions  1:2:4,  1:2J:5,  or  1:3:6. 

Values  apply  approximately  also  to  other  ordinary  proportions.  Wages  of 
labor  20  cents  per  hour,  with  allowance  included  for  foremen,  superintendence, 
miscellaneous  job  expenses,  and  small  tools. 

Neither  home-office  expense  nor  profit  are  included  in  costs.  Values  are 
made  up  from  Table  55,  Column  (11)  (see  p.  312);  for  cost  of  materials,  see 
pages  165  to  172. 


Case 


1 
II 

III 

IV 

V 

VI 

VII 

VIII 

IX 

X 

XI 

XII 
XIII 


Conditions 


Mixing  and  placing  concrete  with 
no  transporting 

Mixing  and  placing,  when  cement 
and  sand  are  mixed  into  a  mor 
tar  and  spread  on  stone 

Mixing  and  placing  when  stone  is 
dumped  on  top  of  sand  and  ce 
ment 

Mixing  and  placing,  including 
wheeling  stone  an  additional 
50  feet 

Mixing  and  placing,  including 
wheeling  sand  an  additional  50 
feet 

Mixing   and    placing,    including 
wheeling  sand  and  stone  an  ad 
ditional  50  feet 

Mixing  and  placing,  including 
screening  gravel  to  separate  the 
sand 

Mixing  and  placing,  with  sand 
and  gravel  both  hauled  500  feet 

Mixing  and  placing,  with  sand 
and  gravel  both  hauled  li  miles 

Mixing  and  placing,  with  gravel 
screened  to  separate  sand,  and 
sand  and  gravel  both  hauled 
500  feet 

Mixing  and  placing,  with  gravel 
screened  to  separate  sand,  and 
sand  and  gravel  both  hauled 
1}  miles 

Mixing  and  placing,  with  concrete 
carried  on  shovels  about  14 
feet 

Mixing  and  placing,  with  con- 
crete wheeled  100  feet 


Item  Numbers  from 
Table  55 


(10) 
(10)  (12) 
(10)  (11) 
(10)  (16) 
(10)  (17) 
(10)  (16)  (17) 


Labor  Cost 
per  cu.  YD. 
of  Concrete 
Wages  @  20* 
Per  Hour 


I 


(10)  (42)  (31)  (35) 

(10)   (18) 
(10)  (22)  (23) 


$1.05 
1.08 
1.03 
1.07 
1.05 
1.08 
1.41 


(10)   (42) 

i 

(10)  (28)  (30)  (32)  (34)'        1.50 
(10)  (31)  (35)        |        2.33 
(10)  (42)  (28)  (30)    j 
(32)  (34) 


1.86 

2.70 

1.21 
1.21 


Note:  When  distances  differ  from  those  in  Table  55,  the  cost  items  are  cor- 
rected accordingly;  for  example,  in  Case  XIII,  Item  (23)  is  multiplied  by  3  to 
provide  for  the  additional  75  feet. 
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TABLE  56.  EXAMPLES  OF  LABOR  COSTS  OF  HAND  MIXING 
FOR  SPECIAL  CONDITIONS— Continued 


Labor  Cost 

PER  CU.  YD. 

Case 

Conditions 

Items  from  Table  55 

of  Concrete 
Wages  @  201 

Per  Hour 

XIV 

Mixing  and  placing,   with  very 

wet  concrete  wheeled  100  feet 

(10)  (24)  (25) 

$1.27 

XV 

Mixing  and  placing,  with  concrete 

hauled  300  feet  in  single  carts 

(10)  (26)  (27) 

1.28 

XVI 

Mixing  and  placing,  with  gravel 
screened  to  separate  sand  and 
gravel;  both  hauled  500  feet; 

and  very  wet  concrete  wheeled 

(10)  (42)  (28)  (30) 

100  feet  in  barrows 

(32)  (34)  (24)  (25) 

2.09 

XVII 

Mixing  and  placing,  with  gravel 
screened    to    separate    sand: 
sand  and  gravel  both  hauled 

1J  miles;  and  very  wet  concrete 

(10)  (42)  (31) 

wheeled  100  feet 

(35)  (24)  (25) 

2.92 

XVIII 

Mixing  and  placing,  with  cement 
in  bags  loaded  and  hauled  5 
miles;  gravel  screened  to  sep- 

x""/     \**-"V      V*-"/ 

arate  sand;  sand   and  gravel 

(10)  <37)  (38)  (39) 

both  hauled  1J  miles;  and  very 

(42)  (31)  (35)  (24) 

wet  concrete  wheeled  100  feet 

(25) 

3.54 

Note:  When  distances  differ  from  those  in  Table  55,  the  cost  items  are  cor- 
rected accordingly ;  for  example,  in  Case  XIV,  Item  (25)  is  multiplied  by  3  to 
provide  for  the  additional  75  feet. 

Conditions  not  covered  in  the  cases  cited  may  be  computed  readily  by  select- 
ing the  proper  items  from  Table  55. 
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Table  56  is  presented  in  order  to  show  in  convenient  form  a 
series  of  costs  for  different  conditions  of  concreting,  for  the  man  who 
wishes  simply  an  approximate  figure  and  does  not  care  to  go  to  the 
trouble  of  combining  the  various  elements  by  the  methods  illustrated 
in  the  preceding  tables. 

Each  value  in  this  table  represents  a  case  of  specially  selected  con- 
ditions, and  by  glancing  down  .the  columns  one  may  frequently  find 
a  case  which  applies  so  nearly  to  the  conditions  of  his  own  work  that 
the  value  can  be  used  directly  or  with  a  small  estimated  correction. 
Allowance  must  be  made,  of  course,  for  a  different  wage  rate  per  hour. 
The  costs  given  are  based,  as  stated,  on  a  rate  of  20  cents  per  hour. 
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Different  proportions  will  also  slightly  affect  the  cost  of  the  labor, 
as  may  be  seen  by  reference  to  Table  55. 

In  Table  56,  a  brief  description  is  given  of  the  conditions  of  each 
case  selected.  This  is  followed  by  a  column  giving  the  items  in  Table 
55  from  which  the  costs  are  made  up.  A  fuller  description  of  the 
conditions  may  be  found  in  each  case  under  the  separate  items  in 
Table  55. 

Actual  costs  will  always  vary  slightly  from  any  estimate,  no  matter 
how  carefully  it  is  made,  because  of  unforeseen  conditions  such  as  the 
effect  of  uneconomical  conditions  or  of  weather  conditions  upon  the 
men,  slight  changes  in  the  method  of  handling  the  materials  and 
other  uncertainties.  If  the  actual  cost  of  any  job  is  found  to  be 
appreciably  higher  or  lower  than  the  estimate,  when  making  up  the 
estimate  for  the  next  job,  handled  by  similar  men,  the  tabular  values 
may  be  corrected  by  the  percentage  by  which  the  actual  cost  of  the 
first  job  was  found  to  disagree  with  the  original  estimate. 
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CHAPTER  XII 

MACHINERY  PLANT  FOR  MIXING  AND  HANDLING 
CONCRETE 

The  remarkable  development  of  concrete  construction  on  a  large  scale, 
the  demand  for  rapid  prosecution  of  work,  and  the  increasing  observance 
of  economy  in  all  details,  have  made  mechanical  mixing  a  necessity. 
Not  only  is  machine  mixing  usually  cheaper  than  hand  mixing,  but  it 
produces  a  more  thorough  and  uniform  product,  and  places  less  depen- 
dence upon  the  expertness  of  the  workmen. 

The  present  chapter  is  a  general  discussion  of  concrete  machinery  and 
plants,  prepared  so  as  to  give  the  designer  or  estimator  a  comprehensive 
view  of  the  subject.  The  information  includes  a  description  of  differ- 
ent types  of  mixers  (see  p.  323);  discussion  of  economical  design  (see 
p.  324) ;  methods  of  handling  raw  materials  and  concrete  (see  p.  327)  ; 
notes  on  the  selection  of  mixers  (see  p.  330) ;  a  discussion  of  initial  plant 
costs  and  running  expenses  (see  p.  338);  descriptions  and  illustrations 
of  typical  plants  together  with  their  approximate  costs  (see  p.  342) 
approximate  costs  of  materials  and  machinery,  such  as  shovels,  barrows, 
mixer  engines,  cableways,  and  belt  conveyors  (see  p.  367);  and  refer- 
ences to  descriptions  of  mixer  plants  in  current  literature  (see  p.  376). 

Costs  in  detail  of  mixing  by  machinery  and  the  items  of  the  various 
mixer  operations  are  taken  up  in  the  chapter  which  follows.  With  the 
aid  of  the  material  there  given,  the  cost  of  operation  under  ordinary 
conditions  can  be  estimated  and  the  work  can  be  laid  out  so  as  to  realize 
the  greatest  economy.  The  excavating  and  crushing  of  rock  for  concrete 
are  discussed  in  Chapter  IX,  page  174;  handling  and  transporting  materials, 
in  Chapter  X,  page  217;  and  hand  mixing  of  concrete  in  Chapter  XI, 
page  270.  These  various  chapters  include  discussions  of  interest  in  the 
design  of  plants. 

Necessity  for  Careful  Estimates.  Although,  in  general,  machinery 
should  be  employed  for  mixing  concrete  in  preference  to  hand  labor, 
local  conditions  must  receive  very  careful  consideration.  While  it  pays 
to  invest  a  large  sum  of  money  in  machinery  when  laying  a  large 
quantity  of  concrete  masonry,  if  for  any  reason  but  a  small  quantity — we 
will  say  not  over  25  cubic  yards — can  be  deposited  in  a  day,  or  where  fre* 
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quent  moving  of  machinery  is  necessary,  the  charges  for  the  machinery 
may  amount  to  so  large  an  item  of  cost  that  hand  labor  is  the  cheaper  plan. 
The  type  of  plant  to  select  for  mixing  concrete  by  machinery  also  depends, 
not  only  upon  the  arrangement  of  the  work,  but  upon  the  quantity  of 
concrete  which  must  be  deposited  each  day  and  upon  the  total  number  of 
cubic  yards  in  the  job.  A  certain  plant  may  be  operated  at  very  small 
daily  expense  and  yet  be  uneconomical  because  the  job  is  not  large 
enough  to  pay  for  the  cost  of  installation  of  the  plant  and  the  depreci- 
ation and  interest. 

With  the  aid  of  the  tables  of  cost  of  machine  mixing  at  the  end  of  the 
following  chapter,  different  types  of  plants  may  be  compared  with  each 
other  and  with  the  cost  of  hand  mixing  as  discussed  in  the  last  chapter, 
and  the  cheaper  method  ascertained. 

The  process  of  mixing  by  machinery  can  be  readily  divided  into  unit 
operations,  but  local  conditions  so  affect  the  necessary  arrangement 
and  design  of  a  plant  that  it  is  not  easy  to  select  average  conditions  which 
will  apply  to  the  different  jobs,  and  more  independent  treatment  is  neces- 
sary. The  cost  of  the  plant, — which  must  include  interest  on  the  invest- 
ment, a  replacement  charge  covering  depreciation,  and  a  charge  for  mov- 
ing and  setting  up, — may  be,  and  frequently  is,  the  largest  item  of  ex- 
pense in  the  cost  per  cubic  yard  of  the  concrete.  These  machinery 
charges,  then,  must  be  taken  separately  from  the  cost  of  the  labor  and 
combined  in  accordance  with  the  local  requirements. 

The  number  of  men  required  for  operating  the  machinery  is  apt  to 
vary  but  little  with  the  output.  On  the  other  hand,  the  gang  handling  the 
materials  previous  to  mixing  and  the  gang  handling  the  concrete  after 
it  leaves  the  mechanical  apparatus  will  vary  with  the  amount  of  material 
passing  through  the  machine  in  a  given  time,  that  is,  with  the  output  of 
the  mixer.  In  order  to  get  at»the  portion  of  the  cost  of  mixing  which  is 
to  be  charged  to  the  machinery,  the  items  of  cost  referred  to  above — 
interest,  depreciation,  and  changing  location  of  apparatus — must  be 
estimated  by  a  comparison  of  data  and  added  to  the  labor  charge.  The 
information  on  plants  in  the  present  chapter  must  therefore  be  used  in 
connection  with  the  labor  costs  presented  in  the  chapter  which  follows. 
Tables  57  to  60,  pages  371  to  374,  present  times  and  costs  for  this 
purpose. 

CONCRETE  MIXING  MACHINES 

The  object  to  be  attained  in  mixing  concrete  is  to  secure  as  great  uni- 
formity as  possible  in  the  mixture  of  cement,  sand,  stone,  and  water. 
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This  is  variously  accomplished  in  different  types  of  mixing  machines  by 
rotating  the  mixer  and  the  material  within;  by  throwing  the  material 
from  one  part  of  the  machine  to  another;  by  cutting  the  mass  again  and 
again;  or  by  a  combination  of  these  operations. 

Methods  of  Mixing.  The  two  general  methods  of  mixing  concrete 
by  machine  are  (1)  continuous  mixing,  where  the  materials  are  fed  con- 
stantly and  the  concrete  is  discharged  in  a  steady  stream;  and  (2)  batch 
mixing,  where  the  mixer  receives  at  one  time  a  charge  of,  say,  two,  three 
or  four  bags  of  cement  with  their  proportionate  volume  of  sand  and  stone, 
and  after  mixing  discharges  the  concrete  in  one  mass. 

Many  mixing  machines  are  adapted  to  either  continuous  or  batch 
mixing  and  either  method  may  be  satisfactory,  provided  the  materials 
are  accurately  proportioned.  In  continuous  mixing,  the  measuring 
should  also  be  continuous  so  that  every  part  of  the  mass  will  have  the 
same  proportions. 

Types  of  Mixing  Machines.*  Mixers  may  be  classified  in  three  general 
types:  Rotating  mixers,  Paddle  mixers,  and  Gravity  mixers. 

Rotating,  or  rotary,  mixers,  as  they  are  usually  termed,  sometimes  mix 
the  materials  by  simply  tumbling  them  in  an  oblong  or  cubical  box,  and 
in  other  cases  by  throwing  them  against  deflectors,  blades  or  plows. 
The  cubical  box  is  one  of  the  simplest  forms  of  rotating  mixers,  and 
formerly  was  used  largely  on  extensive  concrete  construction.  This  is 
now  giving  place  to  modified  patterns  of  cylindrical,  conical  or  cubical 
form,  with  improvements  which  produce  more  thorough  mixing  and  in 
some  cases  permit  the  inspection  of  the  material  during  mixing. 

The  rotary  mixers,  many  of  which  contain  deflectors,  or  blades  to  cut 
the  concrete,  are  usually  mounted  by  the  manufacturers  upon  suitable 
frames,  although  in  certain  cases  it  is  preferable  to  construct  special  timber 
framework,  so  that  materials  may  be  introduced  and  the  concrete  taken 
away  more  economically.  The  larger  machines  of  this  type  are  so  con- 
structed that  the  materials  can  be  introduced  into  the  charging  hoppers 
from  derrick  buckets,  carts,  or  barrows.  A  loading  skip  or  tray  is  fre- 
quently arranged  so  that  barrows  may  be  dumped  into  it  on  the  ground 
level  and  then  it  is  lifted  by  the  engine  operating  the  mixer  and  dumped 
into  the  mixer. 

The  rotating  of  the  drum  in  the  mixers  of  ordinary  type  tumbles  the 
material  and  also  throws  it  against  the  mixing  blades  which  cut  and  throw 

♦Illustrated  in  Taylor  and  Thompson's  "Concrete,  Plain  and  Reinforced,"  second 
edition,  pp.  259  to  263. 
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it  from  side  to  side.  Many  of  these  machines  can  be  dumped  while  run* 
ning  either  by  tilting  them  or  their  chutes. 

Paddle  mixers  usually  consist  of  a  cylinder  or  trough  in  which  one  shaft 
or  sometimes  two  shafts,  carrying  paddles,  rotate.  The  material  is  fed 
at  one  end  and  cut  apart  and  stirred  by  the  paddles,  and  at  the  same  time 
in  continuous  mixing  is  carried  toward  the  other  end  and  discharged  there. 

Of  the  paddle  mixers,  those  adapted  to  mix  a  batch  at  a  time  can  be 
depended  upon  more  surely  to  produce  good  concrete  than  the  continu- 
ous machine  fed  by  shovels.  With  automatic  measuring  devices,  how- 
ever, it  is  possible  to  measure  and  feed  the  material  uniformly  and  at  the 
same  time  secure  the  maximum  output  of  the  machine. 

In  gravity  mixers,  the  materials  are  charged  at  the  top  of  the  machine 
and  discharged  at  the  lower  level,  the  mixing  being  accomplished  by 
striking  obstructions  which  mix  them  together  in  their  descent  through 
the  machine. 

Automatic  Measurers.*  Accurate  measuring  of  cement  and  aggre- 
gates automatically  is  difficult  because  of  the  inaccuracy  in  measuring 
cement  by  volume  and  the  different  amount  of  moisture  in  the  sand 
from  day  to  day  which  affects  the  handling.  Before  accepting"  any 
type,  it  should  be  tested  for  accuracy  under  working  conditions. 

Proportioning  Materials  by  Weight.*  Not  only  cement,  but  also  sand, 
stone,  and  other  material,  can  be  more  accurately  proportioned  by  weight 
than  by  volume,  the  difference  in  moisture  on  different  days  affecting  the 
weight  less  than  the  volume.  By  the  use  of  automatic  weighing  devices, 
which,  by  counter  weights,  close  the  gates  to  the  bins,  it  should  be  pos- 
sible to  devise  effective  and  economical  weighing  apparatus. 

DESIGN  OF  CONCRETE  PLANTS 

The  character  of  the  plant  to  be  selected  for  design,  as  stated  in  pre- 
vious pages,  must  be  governed  by  local  conditions.  The  most  important 
conditions  to  consider  are:  (a)  the  layout  of  the  construction  work,  (b) 
the  required  output  per  day,  and  (c)  the  total  quantity  of  concrete  to  be 
laid. 

With  reference  to  the  layout  of  the  construction  work,  (a),  if  a  large 
mass  of  concrete  is  to  be  placed  in  a  comparatively  small  area,  such  as  in 
dam  construction,  it  is  generally  economical  to  establish  a  fixed  plant, 
to  which  the  materials  are  supplied  either  by  gravity  or  machinery, 

*Several  types  of  measurers  and  proportioning  by  weight  are  referred  to  in  Taylor  and 
Thompson's  "Concrete,  Plain  and  Reinforced,"  second  edition,  pp.  264  and  265. 
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and  from  which  the  concrete  is  conveyed  to  different  parts  of  the  work. 
On  the  other  hand,  if  the  mass  of  concrete  is  large,  but  is  distributed  over 
a  considerable  area,  as  in  a  large  reservoir,  or  along  a  line,  as  in  a  sewer 
or  conduit  or  retaining  wall,  machinery  of  a  more '  portable  character 
may  be  economical.  For  example,  in  building  retaining  walls  for  rail- 
ways, where  tracking  is  convenient,  a  fairly  complete  plant  may  be  es- 
tablished on  trucks  or  on  flat  cars  to  be  moved  from  place  to  place. 

In  laying  the  concrete  for  the  reservoir  bottom  at  Jerome  Park  Reser- 
voir, New  York  City,  the  construction  plant  as  originally  designed  con- 
sisted of  one  or  two  central  plants  from  which  the  concrete  was  conveyed 
to  place.  A  thorough  study  of  the  conditions,  which  are  described  in 
detal  on  page  344,  showed  that  a  number  of  small  mixers,  which  could 
be  moved  from  place  to  place  at  small  expense,  were  more  economical, 
even  disregarding  plant  cost,  than  the  larger  plant  involving  more  ma- 
chinery and  longer  transportation  of  concrete. 

The  required  output  per  day,  (b),  affects  the  selection  of  the  size  of 
mixer  and  governs  to  a  certain  extent  the  amount  of  handling  and  con- 
veying machinery  which  is  economical.  A  small  daily  output  will  not 
pay  for  the  interest  and  depreciation  on  an  expensive  plant.  For  these 
reasons  hand  mixing  sometimes  may  be  cheaper  than  machine  mixing, 
especially  on  a  structure  like  a  small  sewer  where  the  speed  is  dependent 
upon  the  progress  in  trench  excavation. 

The  total  quantity  of  concrete  to  be  laid  in  the  entire  job,  (c),  has  an 
important  bearing  on  the  design  of  the  plant,  because  the  total  cost  of 
all  portions  of  the  plant  that  are  not  transportable  to  a  subsequent  job 
must  be  divided  by  the  number  of  yards  of  concrete  laid  and  figured  as 
a  portion  of  the  cost  per  cubic  yard  of  concrete.  The  different  parts  of 
the  plant,  such  as  the  mixing  and  conveying  machinery,  which  can  be 
used  afterwards,  must  be  provided  for  in  the  cost  account  by  a  consider- 
able depreciation  and  interest  charge.  This,  as  well  as  the  expense  of 
freight,  setting  up  and  moving  machinery,  and  such  general  items,  also 
must  be  figured  into  the  cost  per  cubic  yard  of  the  concrete. 

"Because  of  the  failure  to  include  such  items  as  these  in  government 
work  and  force  accounts,  and  even  by  contractors  themselves  who  do 
not  keep  accurate  accounts  of  costs,  the  cost  of  machine  mixing  is  fre- 
quently regarded  as  very  low,  only  a  few  cents  per  cubic  yard,  when, 
as  a  matter  of  fact,  the  actual  plant  charges,  which  are  just  as  real  items 
as  the  wages  paid,  will  bring  the  unit  costs  up  to  ordinary  figures.  Writers 
of  descriptive  articles  frequently  fail  to  include  all  these  incidental 
charges  in  stating  costs  and  so  mislead  the  inexperienced  estimator. 
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On  page  338,  the  costs  of  these  incidental  items  are  taken  up  in  some 
detail. 

On  all  work  of  such  magnitude  as  to  make  the  use  of  a  concrete  ma- 
chinery-mixing and  handling  plant  expedient,  it  is  of  great  importance  in 
the  matter  of  speed  and  economy  to  have  the  entire  plant  well  designed 
and  planned  out  to  the  best  advantage.  And  this  design  must  of  neces- 
sity vary  according  to  the  nature  of  the  work;  the  way  in  which  raw 
materials  can  be  brought  to  the  plant;  the  natural  features  of  the  ground 
where  the  plant  is  to  be  located;  the  cost  of  materials  delivered  on  the 
job  for  constructing  the  plant;  the  time  in  which  the  work  must  be  com- 
pleted; the  amount  of  money  there  is  in  the  job;  and  any  special  condi- 
tions that  may  exist  in  connection  with  the  work.  Even  where  the  gen- 
eral features  of  the  plant  are  practically  the  same  for  two  different  jobs, 
the  details  are  usually  more  or  less  at  variance.  Therefore,  it  means 
careful  and  thorough  study  and  efficient  planning  to  effectively  meet  the 
conditions,  so  as  to  prevent  waste  of  money  and  to  decrease  cost. 

The  design  of  the  plant  for  handling  the  raw  materials  for  concrete 
and  for  conveying  the  concrete  to  place  usually  has  more  to  do  with  econ- 
omy in  mixing  than  the  particular  type  of  mixing  machine.  As  there  are 
plenty  of  good  mixers,  engines,'  and  other  machinery  on  the  market,  the 
particular  make  used  is,  in  a  measure,  a  matter  of  personal  choice,  or  is 
determined  by  what  can  be  economically  had  at  any  given  location, 
either  new  or  brought  from  some  previous  job. 

The  layout  of  the  proposed  plant  should  be  sketched  out,  and  the 
cost  and  expense  of  installation,  as  well  of  operation,  estimated  as  accurate- 
ly as  possible  so  as  to  determine  whether  the  volume  of  concrete  to  be  laid 
is  sufficient  to  warrant  the  construction  and  operating  expense.  The 
authors  have  seen  expensive  machinery,  which  could  not  be  transported 
readily  to  another  job,  installed  on  a  section  of  work  where  hand-mixing 
would  have  been  actually  more  economical  because  of  the  small  total 
volume  of  concrete  and  its  distribution  over  a  large  area. 

Usually  the  important  points  to  plan  for  are  what  shall  be  used  for 
handling  the  materials  and  the  concrete:  whether  cableways;  belt  con- 
veyors; elevators  of  various  kinds;  cars  hauled  by  dinkies,  by  horses,  or 
by  hand  on  level  tracks;  cars  hauled  by  cable  on  inclines;  or  derricks; 
whether  trestles  shall  be  built  and  to  what  extent;  whether  the  mixers 
can  be  so  located  that  raw  material  can  be  dumped  direct  to  bins  from 
standard  gage  cars;  whether  the  mixing  plant  shall  be  mounted  complete 
on  trucks  or  cars;  or  whether  some  special  combination  of  a  part  or  all 
of  these  shall  be  used.     The  minimum  amount  of  concrete  that  will 
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make  it  advantageous  to  install  a  machinery-mixing  and  handling  plant 
is  variable,  depending  on  the  nature  of  the  work  and  local  conditions  to 
such  an  extent  that  it  must  be  carefully  figured  out  for  each.  On  some 
jobs,  500  cubic  yards  would  be  the  niinimum,  while  on  others  it  might 
be  1500  cubic  yards. 

Several  types  of  plants  in  common  use  are  briefly  described  on  pages 
342  to  367  as  illustrations  of  economical  plant  construction  under  differ- 
ent conditions.    The  approximate  costs  are  also  given. 

Having  selected  the  general  type  of  plant,  published  descriptions  of 
plants  in  successful  operation  will  aid  in  designing  details.  On  pages  376 
to  380  are  given  references  to  various  plants  described  in  current  literature, 
together  with  a  brief  outline  of  the  character  of  the  design  and,  when 
available,  the  output. 

HANDLING  RAW  MATERIALS 

Storage  of  Raw  Materials.  Large  enough  storage  space  must  be  pro- 
vided for  raw  materials  to  have  always  on  hand  a  sufficient  supply  to 
avoid  shutdowns  or  running  at  partial  capacity. 

Every  lift  of  materials,  whether  by  machinery  or  hand-labor,  costs 
money  and  wherever  the  contour  of  the  ground  is  adapted  to  handling 
economically  by  gravity,  it  should  be  utilized.  Storage  bins  located 
directly  above  the  mixer  may  supply  the  mixer  direct  instead  of  using 
barrows,  or  may  feed  into  a  car  on  a  level  track,  which  dumps  into  the 
mixer.     Belt  conveyors  frequently  are  economical. 

Ordinarily,  for  a  given  output  of  concrete,  the  quantity  of  sand  required 
is  at  least  double  the  quantity  of  cement  used,  while  the  quantity  of 
stone  is  apt  to  be  about  twice  that  of  the  sand.  It  follows  then  that  if 
all  the  materials  cannot  be  placed  close  to  the  mixer,  it  is  most  economical, 
as  a  rule,  to  arrange  the  layout  so  that  the  stone  will  be  most  accessible, 
and  the  sand  next,  while  the  cement  may  be  farthest  away.  The  sand, 
too,  is  more  quickly  loaded  than  stone  so  that  a  man  can  wheel  sand 
from  a  greater  distance  in  the  same  time. 

The  layout,  however,  may  be  affected  by  the  arrangement  of  the  gang 
supplying  the  mixer.  For  example,  if  one  or  more  extra  men  a"  e  required 
for  handling  the  cement  from  a  distance,  while  the  men  supplying  sand 
and  stone  can  more  than  keep  up  with  the  mixer,  the  cement  shed  should 
be  close  at  hand. 

When  the  sand  and  stone  are  handled  in  wheelbarrows  or  hand  carts, 
the  mistake  is  frequently  made  of  having  the  run  or  track  above  the  level 


328  CONCRETE  COSTS 

of  the  floor  of  the  storage  bin,  so  that  either  the  sand  and  stone  must 
be  shoveled  with  a  high  lift  or  from  the  top  of  the  pile.  Either  method 
requires  more  labor,  and  therefore  more  time,  than  when  the  shovel  can 
be  pushed  in  under  the  bottom  of  the  pile  on  a  smooth  floor  and  the  stone 
thrown  into  the  vehicle  with  a  low  lift.  On  the  other  hand,  a  high  lift 
may  be  necessary  to  avoid  pushing  a  cart  or  barrow  up  an  incline  or  to 
permit  filling  the  wheelbarrow  to  the  full  capacity  required  by  the  pro- 
portions. In  such  cases,  it  may  be  economical  to  build  a  raised  plat- 
form for  the  storage  of  the  sand  and  stone,  the  cost  of  this  being  soon 
overbalanced  by  the  saving  in  labor. 

This  general  discussion  illustrates  the  necessity  for  making  a  full  study 
even  of  small  details.  Reference  to  pages  382  to  409  will  show  how  this 
can  be  done  in  a  practical  way  by  studies  of  the  times  of  the  different 
operations. 

Measuring  Raw  Materials.  Cement  is  usually  measured  by  counting 
the  number  of  bags  or  barrels,  so  that  no  special  attention  need  be  paid 
to  this  except  to  carefully  check  the  count  of  the  bags  to  be  sure  that  the 
full  quantity  of  cement  is  used  in  every  batch.  Where  possible,  it  is 
advisable  that  the  quantity  of  concrete  laid  each  day  should  be 
measured  and  compared  with  the  count  of  the  empty  cement  bags  to 
see  that  the  proper  quantity  of  cement  is  being  used  per  cubic  yard  of 
concrete. 

It  was  formerly  common  practice  in  machine  mixing  to  measure  the 
sand  and  stone  in  barrels,  bottomless  boxes,  or  other  measures  on  a 
platform  close  to  the  mixer  and  then  shovel  the  materials  into  it.  This 
has  been  largely  superseded  either  by  automatic  measures  or  else  by  mea- 
surement in  the  barrows  or  other  vehicles  in  which  the  materials  are  con- 
veyed to  the  mixer.  When  measuring  in  the  vehicle,  that  is,  in  the  bar- 
row or  cart  or  car  or  bucket,  special  care  is  required  to  insure  the  exact 
quantity  for  each  batch.  If  the  unit  quantities  of  sand  or  cement  run 
too  small,  the  contractor  is  losing  money  because  he  makes  less  concrete 
to  a.  batch  and  therefore  uses  more  cement  to  the  cubic  yard  than  is 
necessary.  On  the  other  hand,  if  th£  measures  are  overfilled,  the  concrete 
will  be  leaner  than  specified  and  the  structure  may  be  endangered  or  the 
surface  may  be  rough  or  sandy. 

To  avoid  inaccurate  measurement  with  the  ordinary  contractor's 
wheelbarrow,  barrows  for  handling  concrete  materials  are  now  made  of 
special  shape  and  deep  enough  so  that  they  can  be  roughly  leveled  off 
and  accurate  measurements  obtained. 

If  the  measure,  whether  it  be  a  bucket,  hopper,  or  vehicle,  is  not  quite 
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filled  to  give  the  proper  quantity,  the  correct  level  should  be  marked 
distinctly  on  the  sides,  or  better  still,  a  gage  should  be  provided  which 
will  drop  down  into  the  measure  to  designate  the  correct  surface  of  the 
sand  or  stone. 

The  water  for  each  batch  of  concrete  should  be  measured.*  While 
every  batch  will  not  require  the  same  quantity  of  water  because  of  dif- 
ferences in  weather  conditions,  wetness  of  the  sand,  or  surplus  water  in 
the  last  batch  of  concrete  placed,  it  is  possible  with  a  definite  gage,  to 
give  a  imiform  quantity  for  each  batch,  or  if  desired,  to  vary  the  quantity 
of  water  as  required.  A  float  can  be  arranged  to  shut  off  the  water  auto- 
matically or  to  indicate  the  level  on  a  gage.  When  making  or  purchasing 
a  gage-box,  one  should  be  sure  that  it  is  large  enough.  A  four-bag  batch 
of  1 :2:4  concrete  may  require  from  2.4  to  3.7  cubic  feet  or  from  18  to 
28  gallons  water  according  to  the  materials  and  the  consistency. 

Charging  Raw  Materials.  So  many  methods  of  handling  raw  mate- 
rials and  charging  the  mixer  are  in  successful  use  that  it  is  impossible  to 
recommend  one  in  preference  to  others  without  considering  the  local 
conditions.  With  the  simpler  type  of  mixer,  having  a  bucket  or  tray 
attachment  which  hoists  and  discharges  into  the  hopper,  wheelbarrows 
of  the  special  measuring  types  referred  to  in  a  preceding  paragraph  are 
usually  most  convenient  for  filling  the  hoist  bucket  or  tray.  Barrows 
are  also  economical  for  charging  a  mixer  with  a  fixed  hopper  when  it 
can  be  placed  in  a  pit  below  the  level  of  the  ground  or  on  a  comparatively 
low  level  easily  reached  by  barrow  runs. 

Where  barrows  are  used,  it  is  essential  that  proper  platforms  and  run- 
ways should  be  provided.  Ample  space  should  be  allowed  to  dump  and 
turn  the  barrows  and  the  barrow  men  should  be  kept  moving  and  not 
forced  to  wait  on  the  platform  while  another  man  is  coming  up  the  run. 
Remember  that  a  few  minutes  saved  on  a  man's  work  per  day  foots  up  in 
the  estimate  to  an  amount  sufficient  to  build  convenient  runs. 

Considerable  thought  should  be  given,  in  designing  even  a  small  plant, 
to  arrange  the  length  of  haul  and  the  quantity  per  barrowload  so  as  to 
use  the  smallest  possible  number  of  men  for  charging  the  mixer.  But, 
on  the  other  hand,  it  is  better  economy  to  have  an  extra  man  in  the  charg- 
ing gang  who  does  not  work  full  time  than  to  keep  the  mixer  with  its 
gang  waiting  for  material. 

If  the  sand  and  stone  must  be  hauled  from  some  distance,  say,  350  feet, 
carts  with  horses  or  cars  on  a  track  will  be  more  economical  than  barrows. 
Cars  on  a  track  are  especially  useful  in  a  fixed  plant,  even  for  a  short  haul, 
where  the  sand,  stone,  and  cement  are  dumped  from  elevated  bins  and 
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the  car  can  be  pushed  on  a  level  or  on  a  slight  decline  or  hauled  up  an 
incline  by  cable  so  as  to  dump  directly  into  the  hopper  or  mixer. 

Belting  or  other  conveyors — bucket  elevators  if  the  lift  is  nearly  vertical 
— are  adapted  for  raising  the  material  on  an  incline.  Separate  measurers 
have  to  >  be  used  in  connection  with  this  either  before  the  material 
is  dropped  on  to  the  belt  or  conveyor,  or  else  in  the  hopper  over  the 
mixer. 

Under  some  conditions,  derricks  with  buckets  are  an  economical  appara- 
tus for  handling  the  raw  materials,  as,  for  example,  where  the  sand  or 
stone  is  raised  from  flat  boats  or  barges  to  the  mixer,  or  where  the  mixers 
must  be  on  a  considerable  elevation  above  the  sand  and  gravel  and  the 
plant  is  subject  to  occasional  moves.  Sometimes  the  same  derrick  can 
be  used  for  handling  both  raw  materials  and  concrete. 

The  unit  times  in  Table  62,  page  418,  will  afford  assistance  in  designing 
a  plant  so  that  the  operations  of  the  different  men  and  machinery  will 
fit  into  each  other  and  avoid  lost  time  and  extra  men.  The  examples 
of  such  studies  are  given  on  pages  434  to  436. 

The  references  given  in  pages  376  to  380,  and  the  examples  of  plant 
construction  on  pages  342  to  367,  will  afford  suggestions  for  charging 
materials  under  various  conditions. 

KIND  AND  TYPE  OF  MIXER 

Different  types  of  mixing  machines  and  methods  of  mixing  are  des- 
cribed on  pages  322  to  324. 

The  selection  of  the  mixer  should  be  based  on  the  general  prinicples 
outlined  in  connection  with  the  design  of  the  plant  on  pages  324  to  327. 
The  criterion  of  a  good  mixer,  so  far  as  the  quality  of  concrete  is  con- 
cerned, is  that  it  shall  turn  out  a  concrete  of  homogenous  composition  and 
consistency  with  the  aggregates,  cement,  and  water  thoroughly  incor- 
porated with  one  another. 

The  simplest  form  of  mixing  plant  consists  of  a  portable  machine  mixer 
with  engine  and  boiler  or  with  motor.  These  may  be  mounted  on  sim- 
ple frames  or  purchased  from  the  factory  with  a  wheel  base.  A  conven- 
ient size  for  such  a  machine  is  the  J  cubic  yard  capacity,  adapted  for  mix- 
ing batches  containing  2  bags  of  cement.  The  output  from  such  a  ma- 
chine may  vary  from  3?  cubic  yards  per  hour  up  to  9  cubic  yards  per  hour, 
according  to  the  method  of  supplying  materials  and  taking  away  the  con- 
crete. Tables  63  and  64,  pages  425  to  431  give  definite  information  with 
reference  to  output  under  different  conditions. 

The  small  mixers  as  well  as  the  large  ones  are  equipped,  if  desired, 
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with  a  tray  or  hopper  in  which  the  raw  materials  may  be  placed  on  the 
ground  level  and  raised  to  the  hopper  opening  into  the  mixer  by  the 
machinery  which  operates  the  mixer.  This  avoids  the  building  of  in- 
clines and  staging. 

The  economy  of  a  mixer  in  operation  depends  upon  various  considera- 
tions, the  relative  importance  of  which  from  the  cost  standpoint  may  be 
studied  by  reference  to  the  tables  at  the  end  of  Chapter XIII.  Thepoints 
may  be  classified  as  follows: 

First  Cost.  On  a  large  job  the  first  cost  of  the  mixing  machine  is  of 
subordinate  importance  to  economical  operation.  The  effect  of  the  first 
cost  of  plant  upon  the  cost  of  the  concrete  and,  in  fact,  the  cost  per 
cubic  yard  which  must  be  charged  to  the  mixer,  is  obtained  by  methods 
outlined  on  page  338.  Items  of  cost  in  the  tables  at  the  end  of  Chapter 
XIII  are  based  on  usual  conditions  as  outlined  on  page  342. 

Repairs.  If  a  mixer  breaks  down  while  in  use,  the  gang  may  have  to 
lie  idle  until  repairs  are  made.  The  importance  of  selecting  a  machine 
that  is  well  recommended  for  durability  by  users  is  evident.  If  a 
machine  is  found  to  have  weak  parts,  the  trouble  may  be  minimized  by 
maintaining  it  in  thorough  repair  outside  of  working  hours  and  by  keep- 
ing in  stock  those  parts  that  are  liable  to  prove  defective. 

The  cost  of  repairs  under  ordinary  conditions  is  referred  to  on  page 
340. 

Output.  The  capacity  of  a  mixing  machine  should  be  slightly  greater 
than  actually  required  on  the  work  to  avoid  delaying  the  workmen. 
The  difference  in  cost  between  different  sizes  is  comparatively  small  and 
of  slight  consideration  if  the  progress  of  the  work  can  be  quickened  or  if 
the  labor  cost  can  be  lessened.  On  the  other  hand,  it  is  useless  to  have 
a  machine  of  very  much  larger  capacity  than  is  required  for  the  work, 
especially  if  an  extra  man  is  necessary  in  its  operation  or  if  it  must 
work  to  full  capacity  when  running. 

Power  to  Operate.  This  is  usually  a  comparatively  small  item  of 
cost,  as  is  indicated  on  page  341.  The  largest  part  of  the  cost  of  making 
concrete  is  in  the  handling  of  the  raw  and  finished  material  and  if  less 
power  or  even  if  no  power  is  required  on  a  certain  machine,  the  labor 
must  be  carefully  outlined  to  see  that  there  is  not  a  corresponding  increase 
in  labor  cost  in  handling  materials. 

Men  to  Operate.  A  reduction  in  the  number  of  men  to  operate  a  mixer 
is  an  important  saving  because  the  operating  cost  is  a  continuous  one, 
frequently  going  on  during  shutdowns.     An  ordinary  gang  is  outlined  on 
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Methods  of  Charging  and  Discharging.  Since  the  labor  cost  is  a 
principal  item  in  ordinary  mixing,  any  apparatus  which  will  lessen  the 
number  of  men  without  an  equivalent  increase  in  machinery  cost  per 
cubic  yard  is  of  special  value. 

Inspection  of  the  above  points  indicates  the  advisability  of  examin- 
ing the  principles  of  operation  of  any  special  machine  so  as  to  select  the 
kind  and  type, — whether  it  be  continuous  or  batch,  or  whether  it  be  ro- 
tary, or  paddle,  or  gravity, — best  suited  to  the  work  in  hand. 

Different  methods  of  operation  may  be  compared  by  reference  to  the 
unit  times  given  in  Table  62,  page  418  and  discussed  on  pages  382  to  409. 

CONVEYING  CONCRETE 

If  the  concrete  is  to  be  deposited  above  the  level  cf  the  mixer  or  trans- 
ported for  a  considerable  distance,  the  conveying  machinery  may  be  a 
considerable  part  of  the  plant  charge.  Contractors'  wheelbarrows, 
special  wheelbarrows,  two-wheel  hand  carts,  cars  on  tracks,  derricks, 
hoists,  cableways,  and  gravity  chutes  are  variously  used.  Only  a  few 
general  prinicples  of  operation  may  be  referred  to  here.  References 
tot  literature  are  given  on  pages  376  to  380. 

Barrows.  Ordinary  contractors'  barrows,  while  useful  in  some  cases 
for  handling  concrete  of  dry  or  plastic  consistency,  hold  so  small  a  quan- 
tity of  wet,  sloppy  concrete  that  some  other  type  of  barrow  is  preferable. 
If  two-wheeled  barrows  or  hand  carts  like  that  shown  in  Fig.  19,  page  221, 
are  used,  the  run  for  them  must  be  practically  level  and  smooth,  and  wide 
enough  to  hold  both  wheels  without  danger  of  running  off,  while  turnouts 
should  be  provided  occasionally  to  avoid  delay  when  an  empty  barrow 
meets  a  full  one.  With  no  turnouts,  the  empty  barrow  must  be  taken  off 
the  run  and  then  replaced  by  two  men. 

In  building  construction  where  barrows  of  any  sort  are  run  over  floor 
forms  with  slab  steel  in  place,  runs  of  plank  spiked  to  substantial  cleats, 
so  as  to  raise  the  planking  above  the  forms  and  carry  it  over  the  slab 
steel,  should  be  provided.  At  turns  or  on  continuous  runs,  any  two  ad- 
jacent sections  must  meet  on  a  level  or  be  lapped  so  that  the  drop  is  in 
the  direction  taken  by  the  full  barrow.  A  wedge-shaped  piece  also  should 
be  spiked  in  for  the. incline.  This  seems  a  simple  requirement,  and  yet 
laborers,  unless  watched,  are  continually  building  runs  the  wrong  way. 

When  using  the  large  two-wheel  barrows  or  carts,  remember  that  the 
actual  capacity  of  the  barrow  measured  as  the  quantity  of  concrete  depos- 
ited, is  much  smaller  than  the  measured  volume  of  the  barrow.     For 
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example,  a  barrow  or  cart  of  6  feet  measured  capacity  does  not  hold,  on 
the  average,  over  4  to  4J  feet  of  very  wet  concrete  such  as  is  used  in  build- 
ing construction.  A  part  of  this  difference  is  due  to  the  bulk  of  excess 
water  and  the  rest  of  the  difference  to  the  fact  that  the  carts  cannot  be 
filled  full  without  slopping  over  or  making  the  load  too  heavy. 

Cars.  Small  dump  cars  holding  from  %  to  1  cubic  yard  of  concrete 
and  loading  direct  from  mixer  are  frequently  used  where  the  concrete  is 
distributed  over  quite  an  area  or  at  some  distance  from  the  mixer  plant. 
These  cars  run  on  light  rails  placed  on  plank  runs.  Figure  23,  page  333, 
shows  them  loading  from  hopper  and  depositing  concrete  for  a  floor  under 
construction  by  the  Aberthaw  Construction  Co.  In  this  case,  the  runs 
are  supported  by  timber  horses  so  constructed  that  they  may  be  easily 
pulled  out  of  the  soft  concrete.  Turnouts  must  be  provided  at  frequent 
intervals  to  avoid  waiting.  A  nearer  view  on  the  same  work  is  shown 
in  Fig.  24  page  335. 

Trains  of  flat  cars,  holding  one  or  two  buckets  each  and  hauled  by  cable 
or  by  small  locomotives,  are  used  where  the  amount  of  concrete  to  be 
placed  warrants  the  expense  of  such  a  plant.  The  buckets  are  filled 
directly  from  the  mixers  and  are  taken  from  the  cars  and  dumped  by 
derricks  or  cableways.  ...  ■ 

Hoists.  In  building  or  other  elevated  construction,  the  concrete  is 
sometimes  loaded  into  barrows  and  wheeled  on  to  an  elevator,  then  raised 
to  the  required  level  and  wheeled  to  place.  This  is  a  much  more  expen- 
sive form  of  hoisting  than  the  regular  hoist  bucket  (see  Fig.  24,  p.  335), 
which  takes  the  concrete  direct  from  the  mixer,  raises  it  to  the  required 
level,  and  dumps  it  automatically  into  cars  or  into  a  hopper  to  be  taken 
by  barrows  as  required. 

Considerable  time  of  the  plant  is  frequently  wasted  and  the  output 
restricted  by  dumping  from  the  mixer  or  from  the  hoist  bucket  into  bar- 
rows, instead  of  into  a  hopper  large  enough  to  hold  at  least  a  batch  and  a 
half  from  which  the  concrete  may  be  drawn  into  barrows. 

The  loss  of  time  is  indicated  by  a  comparison  of  the  different  groups 
of  items  in  Tables  63  and  64,  pages  425  to  431. 

Derricks,  as  well  as  bucket  hoists,  are  sometimes  used  in  building  or 
other  elevated  construction  with  fair  success.  In  some  cases,  with*a 
long  boom,  the  bucket  can  be  dumped  directly  into  the  forms,  but,  in 
general,  building  superintendents  prefer  to  dump  into  a  hopper  to  save 
the  time  placing  and  discharging  the  bucket  at  the  exact  point  where  the 
concrete  is  required.  When  dumping  into  a  hopper,  the  engineman 
below  can  swing  the  boQm  so  that  no  tag-man  is  required  on  the  higher 
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level.  The  common  type  of  bucket  hoist,  such  as  is  illustrated  on  page 
335,  is  generally  more  economical  than  derricks  for  building  construction. 
Times  and  costs  with  derrick  work  are  discussed  on  page  402. 


Fig.  24.    Bucket  Hoist  for  Handling  Concrete  at  Lowell,  Mass.     (See  p.  334.) 


Chutes.     Long  chutes  down  which  the  concrete  flows  to  place  have 
been  used  successfully  in  bridge  construction  and  have  also  been  adopted 
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in  certain  cases  in  building  construction.  The  concrete  is  hoisted  ia  a 
bucket  running  in  a  light  framework  to  a  high  level,  from  whence  chutes, 
the  ends  of  which  are  movable,  supply  the  concrete  to  the  point  desired. 
A  plant  of  this  kind  is  illustrated  on  page  362. 

In  some  types  of  construction,  such  as  buildings,  the  hoist  must  be 
raised  as  the  work  progresses.  The  hoist  bucket  dumps  into  a  hopper 
at  the  required  elevation,  from  which  it  flows  to  a  trough,  or  else  to  a 
galvanized  iron  pipe  about  7  inches  in  diameter,  which  is  swung  from 
the  tower  on  a  long  boom.  The  concrete  is  fed  to  any  point  desired 
by  means  of  swivel  joints  and  short  lengths  of  chute.  In  certain  cases 
the  chute  may  discharge  to  hoppers,  from  which  the  concrete  flows  into 
another  series  of  chutes  supported  on  secondary  booms,  hung  from  aux- 
iliary towers  or  derricks. 

Water  is  run  through  the  troughs  or  pipes  before  starting  the  concrete, 
and  when  the  work  is  completed  they  are  thoroughly  washed  out  by 
running  water  through  them  for  a  few  minutes.  The  inclination  may 
range  from  20  to  45  degrees  with  the  horizontal.  Sometimes  with  very 
wet  concrete,  even  a  flatter  slope  may  be  used  for  the  first  length. 

The  consistency  of  the  concrete  must  be  thin  enough  to  prevent  clog- 
ging and  yet  stiff  enough  to  prevent  the  separation  of  the  mortar  from 
the  stone. 

The  cost  of  mixing  and  placing  by  chutes  has  been  estimated  on 
various  jobs  at  from  15  cents  to  50  cents  per  cubic  yard.  In  consid- 
ering the  cost  of  this  method  of  handling  concrete,  it  must  be  recog- 
nized that  the  only  practical  difference  between  this  and  the  other 
methods  where  the  concrete  is  hoisted  in  towers,  lies  in  the  substi- 
tution of  the  pipes  or  troughs  for  barrows,  cars  or  other  vehicles. 

In  estimating  the  economy,  the  original  cost  "of  the  chutes  and 
auxiliary  apparatus  must  be  taken  into  account  and  a  fair  charge 
for  depreciation  and  interest,  as  well  as  for  installation,  charged 
against  the  job  upon  which  it  is  used.  This  item  of  plant  charge 
must  be  combined  with  the  labor  of  handling  the  apparatus,  and  then 
compared  with  the  labor  cost  and  charge  for  vehicles  by  other  methods 
of  transportation.  The  result  for  any  particular  case  may  depend 
upon  the  quantity  of  concrete  to  be  deposited.  With  a  plant  of  large 
capacity,  the  charge  for  chutes,  etc.,  when  figured  into  the  cost  of 
concrete  may  be  a  comparatively  small  item,  while  in  other  cases 
it  may  amount  to  more  than  the  extra  labor  required  by  other  methods 
of  transporting.  The  construction  of  chutes  is  illustrated  in  Fig.  35# 
page  363. 
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Belt  Conveyors.  For  fixed  plants,  belt  conveyors  are  frequently  eco- 
nomical. Approximate  costs  for  different  conditions  are  tabulated  on 
page  373. 

Cableways.  Cableways  with  large  buckets  are  frequently  used  in 
heavy  construction,  such  as  dams.  An  example  of  this  is  the  Ashokan 
Reservoir  for  the  New  York  Water  Supply.*  Approximate  costs  of 
cableways  are  tabulated  on  page  374. 

COST  OF  PLANT 

In  estimating  the  cost  per  cubic  yard  of  concrete,  it  is  just  as  necessary 
to  figure  the  charge  for  the  plant  expense  as  for  the  labor  cost  of  the  men. 
Even  for  a  simple  style  of  mixer,  turning  out  50  to  75  cubic  yards  per 
day,  the  charges  that  should  be  made  for  the  plant  will  usually  amount 
at  least  to  10  cents  per  cubic  yard.  Where  expensive  labor-saving  ma- 
chinery is  used,  the  plant  expense  may  be  several  times  this  rate,  and  may 
form,  in  fact,  a  large  part  of  the  total  unit  cost,  being  actually  higher 
per  cubic  yard  of  concrete  than  the  cost  of  the  manual  labor.  The  more 
efficient  the  machinery  for  making  the  concrete  and  handling  the  materi- 
als, the  higher  is  apt  to  be  the  plant  cost  per  cubic  yard  of  concrete,  the 
actual  reduction  in  total  cost  per  cubic  yard  of  concrete  being  due  to 
the  reduced  manual  labor.  In  spite  of  the  large  effect  of  plant  cost,  it 
is  frequently  simply  guessed  at  or  widely  underestimated.  Data  which 
fail  to  take  this  item  into  account  are  valueless. 

The  cost  of  placing  concrete,  as  given  in  the  tables  at  the  end  of  Chapter 
XIII,  includes  the  charge  for  plant,  presented  so  as  to  be  readily  adapted 
to  different  conditions  of  ordinary  simple  work.  Examples  of  costs  of 
certain  typical  plants  with  descriptions  and,  in  some  cases,  drawings  of 
the  plants  are  given  on  pages  342  to  367. 

Certain  general  principles  will  be  outlined  here,  indicating  the  special 
points  which  must  be  considered  in  estimating. 

Unless  the  conditions  are  fully  known,  the  quotations  of  costs  of  com- 
pleted jobs  are  of  little  value  as  a  basis  for  making  new  estimates.  Even 
if  the  costs  are  given  in  full  so  as  to  include  all  the  items,  conditions  on 
a  new  job  usually  make  comparison  difficult.  On  the  other  hand,  plant 
costs  that  are  carefully  compiled  may  be  of  considerable  value  to  an  expe- 
rienced contractor  or  engineer  to  aid  him  in  making  a  rough  estimate. 

To  obtain  an  accurate  estimate,  a  design  should  be  worked  out  in  the 
rough  for  each  new  job  so  as  to  secure  the  one  best  adapted  to  the  con- 

*The  Ashokan  plant  is  described  and  illustrated  on  pages  357  to  360. 
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ditions.  A,  plant  designed  especially  to  suit  the  local  characteristics 
with  a  view  to  reducing  the  labor  expense,  in  some  cases,  may  not  cost 
any  more  than  a  plant  for  which  the  labor  item  has  not  been  carefully 
considered,  but  the  labor  cost  will  be  much  smaller.  In  other  words, 
as  the  plant  charge  per  cubic  yard  of  concrete  increases,  the  labor  charge 
should  decrease  more  rapidly.  The  most  economical  plant  is  that  in  which 
the  sum  of  these  two  charges  is  a  minimum.  Neither  can  be  neglected. 
A  great  deal  of  money  is  lost  by  contractors  by  building  the  construc- 
tion plant  haphazard  or  according  to  the  ideas  of  a  foreman  who  has  seen 
only  a  few  jobs.  A  design,  carefully  prepared  in  the  office,  with  the  ad- 
vice of  a  practical  superintendent,  will  effect  a  large  daily  saving  in  wages 
of  men  and  in  plant  expense. 

ESTIMATING  PLANT  COSTS 

Since  concrete  estimates  are  usually  made  in  terms  of  the  number  of 
cubic  yards  of  concrete  in  place,  the  plant  cost  may  be  best  expressed 
in  this  unit. 

First  Cost  of  Plant.  The  costs  of  machine  mixers  with  their  acces- 
sories vary  from  time  to  time  as  prices  change  and  designs  are  altered. 
It  is  always  advisable  to  purchase  a  first-class  machine,  since  loss  in  time 
of  men  during  a  shutdown  quickly  overbalances  the  saving  in  first  cost 
of  a  machine  of  poor  quality.  Also,  the  saving  in  labor  by  mechanical 
devices  may  cut  an  important  figure  on  a  large  job.  In  estimating  the 
cost  of  a  new  plant,  the  prices  for  the  mixers  and  for  machinery  may  read- 
ily be  obtained  from  the  manufacturers.  In  general,  however,  the  ma- 
chinery which  is  purchased  is  of  more  or  less  value  at  the  close  of  the  job, 
so  that,  in  determining  the  cost  to  charge  to  a  cubic  yard  of  concrete,  it 
is  frequently  sufficiently  accurate  to  use  approximate  general  costs  large 
enough  to  include  contingencies,  and  carefully  work  these  out  into  unit 
costs.    The  method  of  making  such  a  computation  is  shown  on  page  342. 

Table  57,  page  371,  gives  approximate  prices  of  apparatus  and  con- 
crete machinery. 

The  small  size  of  mixer  suitable  for  a  one-bag  batch,  such  as  would  be 
supplied  for  the  lowest  price,  is  an  uneconomical  size  to  purchase.  A 
2-bag  or  a  3-bag  batch  mixer  is  most  suitable  for  ordinary  concrete  con- 
struction, while  a  4-bag  is  adapted  to  larger  work.  A  still  smaller  size  of 
mixer,  adapted  for  very  small  batches  of  concrete,  is  made  for  such  work 
as  making  up  building  blocks  by  hand,  and  other  similar  work.  Contin- 
uous mixers  range  somewhat  lower  in  price  than  batch  mixers,  although 
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when  provided  with  satisfactory  measuring  apparatus,  the  price  may  ex- 
ceed that  of  the  batch  mixer. 

Allowance  must  be  made  in  figuring  costs  for  wire  rope,  belting  and  for 
the  various  incidentals,  such  as  measuring  tanks,  buckets,  and  miscel- 
laneous tools.  On  a  building  construction  job  of  concrete  figured  to  cost 
say  $75000,  from  $100  to  $200  may  be  estimated  for  small  tools, 
including  hammers,  saws,  bars,  etc.,  for  laborers'  use  in  taking  down 
forms  and  for  incidental  operation.  In  our  cost  tables,  however,  these 
small  tools  are  figured  for  convenience  into  the  cost  of  the  form  labor. 

For  an  average  estimate,  the  authors  have  selected,  for  use  in  the  tables 
in  Chapter  XIII,  a  price  of  $1200  for  a  2-bag  mixer  with  engine  and 
boiler,  and  $1800  for  a  4-bag  mixer  with  engine  and  boiler. 

Where  special  machinery  is  required  for  handling  the  raw  materials 
and  transporting  the  concrete,  the  cost  of  the  plant  may  run  up  to  $5000, 
$10000,  or  even  considerably  higher  than  this.  Such  expensive  plants 
only  pay  where  the  quantity  of  concrete  to  be  laid  is  large  and  the  output 
per  day  is  considerable,  so  that  the  costs  can  be  distributed  into  a  large 
quantity  of  concrete  with  a  small  resulting  cost  per  cubic  yard. 

The  cost  of  a  single  cableway  may  range  from  $3700  to  $23  000,  as 
outlined  in  Table  59,  page  374.  For  covering  an  area  of  some  width 
the  towers  must  be  movable. '  A  line  of  derricks  is  frequently  needed 
to  take  the  material  from  the  cable.  Approximate  costs  of  derricks  are 
given  in  Table  60,  page  374. 

The  approximate  costs  of  belt  conveyors  are  tabulated  on  page  373. 
The  complete  plant  for  the  Parsippany  Dike*  with  bins,  materials, 
belt  conveyors,  mixers,  and  all  appurtenances  cost  about  $7000. 

The  costs  of  several  plants  are  given  on  pages  342  to  367.  For  prices 
of  other  materials,  reference  should  be  made  to  Table  57,  page  371. 

Freight.  The  cost  of  the  freight,  which  must  be  charged  to  the  job, 
can  be  obtained  from  the  railroad  company  in  terms  of  100  pounds,  and 
the  weight  of  the  machinery  usually  found  from  the  manufacturer's  cata- 
log. Under  ordinary  conditions,  the  cost  of  the  freight  on  a  concrete 
mixer  with  appurtenances  should  not  exceed  $20  to  $40. 

In  many  places,  when  near  a  large  city,  machinery  can  be  hauled  by  a 
team,  but  the  cost  will  usually  run  nearly  as  high  as  when  it  is  shipped  a 
longer  distance  by  freight. 

Installation  and  Moving.    The  installation  of  a  plant  must  of  course 

"Illustrated  in  Taylor  and  Thompson's  "Concrete,  Plain  and  Reinforced,"  second 
edition,  page  272. 


340  CONCRETE  COSTS 

be  charged  to  the  job.  This  includes  the  hauling  from  the  freight  sta- 
tion or  from  one  job  to  another;  the  setting  up  of  the  mixer;  the  building 
of  the  platforms;  and  the  setting  up  of  any  other  machinery  connected 
with  the  plant.  Hauling  may  be  estimated  at  $30  or,  assuming  that 
there  must  be  a  haul  in  each  direction,  $60  may  be  taken.  The  set- 
up of  the  simple  mixing  plant,  without  conveying  machinery  or  special 
storage  bins,  may  be  estimated  at  from  $75  to  $150.  These  may  be 
used  as  approximate  figures  to  cover  the  cost  of  platform  and  runs  in  a 
fixed  plant  or  the  cost  of  4  to  6  moves  of  portable  machinery. 

Depreciation  and  Repairs.  Depreciation  of  a  mixing  and  handling 
plant  varies  to  such  an  extent  both  in  the  matter  of  machinery  and  hand- 
ling equipment  that  only  an  approximate  average  can  be  mentioned. 
When  operated  nearly  to  its  maximum  capacity  continuously  and  given 
average  good  care,  mixing  machinery  will  run,  at  practically  maximum 
efficiency,  for  3  to  5  seasons  on  an  average.  There  are  special  instances 
where  the  work  is  so  very  severe  that  the  machines  do  not  run  more  than 
one  to  two  seasons  at  satisfactory  or  economical  efficiency.  Engines, 
boilers,  and  hoist- engines  should  last  longer  than  five  seasons,  although 
dependent  on  how  they  are  used  and  the  care  taken  of  them :  anywhere  up 
to  eight  years  would  be  a  fair  estimate.  Cableways,  derricks,  dump  cars, 
belt  conveyors  (excepting  the  belts)  should  be  figured  with  the  mixing 
machinery.  Platforms,  inclines,  trestles,  hoists,  bins,  chutes,  sheds, 
etc.,  built  of  lumber  cannot  be  used  more  than  once  ordinarily,  and  on 
many  jobs,  owing  to  the  location  or  to  the  nature  of  the  work,  practically 
their  whole  cost  must  be  charged  to  the  first  job.  Depreciation  and 
repairs  may  be  taken  together  because,  when  repairs  are  well  kept  up, 
there  is  less  depreciation.  On  a  large  job,  lasting,  say,  three  or  four  years, 
the  entire  plant  may  be  used  up,  that  is,  the  repairs  and  replacements 
may  amount  to  as  much  as  the  salvage  value  of  the  plant  at  the  end  of 
the  period.  In  such  cases,  the  original  cost  should  be  charged  to  the  job, 
dividing  it  by  the  number  of  cubic  yards  of  concrete  to  be  laid  to  deter- 
mine the  cost  per  cubic  yard. 

Second-hand  machinery,  while  cheaper  in  the  first  place,  is  apt  to  be 
expensive  in  running,  so  that  it  is  not  usually  economical  to  purchase. 

For  depreciation  and  repairs  a  fair  rating  under  ordinary  conditions  is 
considered  to  be  25  per  cent  per  year,  in  addition  to  the  interest  on  the 
cost.  Properly,  the  depreciation  should  be  deducted  year  by  year  and 
the  interest  figured  on  the  value  after  deducting  the  depreciation.  Be- 
cause of  the  uncertainty  of  this  item,  it  is  customary  to  figure  the 
interest  for  each  year  on  the  first  cost  and  the  depreciation  beside. 


CONCRETE  PLANTS  341 

An  illustration  of  depreciation  in  concrete  mixing  machinery  is  found 
in  the  records  by  the  Aberthaw  Construction  Co.*  Taking  the  average 
of  four  mixers  in  operations  for  about  4  years,  the  repairs  and  depre- 
ciation actually  figured  about  23  per  cent  per  year. 

Rental.  Small  contractors  frequently  rent  the  machinery  necessary 
for  the  carrying  out  of  their  work.  This  rental  takes  the  place  of  the  item 
for  depreciation  and  repairs  and  in  addition  includes  an  item  for  profit. 
The  total  rent  divided  by  the  total  number  of  cubic  yards  of  concrete 
laid  gives  the  rent  per  cubic  yard  of  concrete. 

Assuming  the  life  of  machinery  as  four  years,  the  rental  charge  with 
a  fair  allowance  for  profit  and  idle  periods,  should  not  be  over  5%  of 
original  cost  per  month,  f 

Operating  Days  per  Year.  It  is  most  convenient  to  compute  the 
plant  cost  in  the  first  place  in  terms  of  per  day,  then  divide  this 
by  the  average  quantity  laid  per  day.  To  do  this,  an  estimate  must 
be  made  of  the  number  of  working  days  in  the  year.  Concrete  work 
is  apt  to  be  more  or  less  irregular.  There  is  time  lost  during  the 
winter  and  on  small  contracts  a  large  amount  of  wasted  time  between 
jobs;  consequently,  to  be  on  the  safe  side,  it  is  fair  to  assume  not  over 
100  days  per  year.  In  records  of  mixers  owned  by  the  Aberthaw 
Company,  mentioned  above,  the  average  running  time  was  160  days 
per  year,  this  being  somewhat  larger  than  the  average  which  we  have 
selected.  A  smaller  concern,  or  one  which  does  not  make  a  specialty 
of  concrete  work,  would  be  apt  to  have  longer  idle  periods. 

Tools.  The  cost  of  tools  has  been  referred  to  incidentally  under 
the  general  heading  of  the  first  cost  of  plant.  In  the  table  on  page 
367  are  also  given  some  approximate  costs  which  may  be  used  in 
estimates. 

Fuel.  The  charge  for  fuel  will  vary  of  course  to  a  certain  degree 
with  the  output  of  concrete.  For  mixing,  the  authors  have  allowed 
SO .  03  per  cubic  yard  of  concrete,  and  the  same  unit  cost  for  hoisting 
or  conveying  short  distances  by  machinery.  This  is  based  on  coal 
at  $4.00  per  ton. 

Plant  Costs  Reduced  to  Rate  per  Day.  Taking  the  approximate 
average  costs  outlined  above,  the  daily  charge  for  a  2-bag  mixer  and 
a  4-bag  mixer  may  be  compiled  as  follows: 


•Engineering  News,  May  26,  1910,  p.  619. 

fThis  figure  is  suggested  also  for  sewer  machinery  by  Messrs.  Metcalf  &  Eddy  in 
their  Report  to  the  Boston  Finance  Commission,  Vol.  Ill,  page  446. 
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Item 


2-Bao 
Mixer 


4-Baq- 
Mixer 


First  cost  mixer,  engine  and  boiler 

Freight 

Total  first  cost 

Annual  depreciation  (J  total  cost) 

Interest  on  capital  invested  at  6  per  cent 

Hauling  and  setting  up  (once) 

Moving  3  times 

Annual  charge  for  mixing  plant 

Daily  charge  (100  full  days) 


$1200 
30 


$1230 

307 
74 
60 

48 


$489 
$4.89 


$1800 
45 


$1845 

461 

111 

90 

72 


$734 
$7.34 


These  items  are  exclusive  of  the  labor  of  running  the  machinery  or 
of  the  fuel  for  the  plant. 

With  the  suggestion  above,  it  is  comparatively  easy  to  figure  the 
plant  costs,  whatever  may  be  the  first  cost  of  the  machinery.  The 
plant  charge  per  cubic  yard  of  concrete  is  determined  by  dividing  the 
cost  per  day  by  the  number  of  cubic  yards  made  on  the  average 
throughout  the  length  of  the  job.  This  in  turn  may  be  determined 
by  dividing  the  estimated  total  length  of  time  of  construction  in  days 
by  the  total  number  of  cubic  yards  to  be  laid. 

It  is  to  be  understood  that  the  values  above  given  are  principally 
to  illustrate  general  methods  and  apply  only  to  the  most  general 
conditions.  They  may  be  used  in  preliminary  estimates  of  costs 
when  the  design  of  the  plant  is  somewhat  undetermined,  but  when 
actual  conditions  become  known,  corrections  should  be  made  in 
detail. 

EXAMPLES   OF  CONCRETE  PLANTS 

Several  concrete  plants  that  have  proved  satisfactory  in  practical 
operation  are  briefly  described  below.  These  are  given  for  the  pur- 
pose of  suggesting  methods  of  plant  design  adapted  to  various  con- 
ditions and  also  to  furnish  an  approximate  idea  of  costs  of  plant 
construction.  Selections  have  been  made  of  various  types  so  as  to 
cover  as  wide  a  range  as  possible.  The  descriptive  matter  in  connec- 
tion with  each  plant  has  been  supplemented  by  personal  knowledge 
or  correspondence. 

The  costs  which  are  given  will  afford  suggestions  to  an  engineer 
or  contractor  who  wishes  to  obtain,  for  a  preliminary  estimate,  a 
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rough  approximation  of  the  cost  of  the  plant.  As  the  cost  is  divided 
into  a  large  quantity  of  concrete,  a  figure  which  is  not  strictly  accurate 
is  frequently  sufficiently  exact  for  such  a  preliminary  estimate. 


STATIONARY  BATCH   MIXER 

A  satisfactory  arrangement  for  a  stationary  batch  mixer  adaptable 
to  various  cases  of  actual  construction  is  shown  in  Fig.  25,  page  343. 

The  bin  above  the  hopper  is  divided  into  two  compartments  for 
the  sand  and  stone,  and  these  are  measured  by  feeding  them  to  defin- 


19  FT.  9  - 

Fig.  25.    Stationary  Mixing  Plant  with  a  One  Yard  Rotary  Mixer  (See  p.  343) 
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ite  heights  in  the  hopper,  the  cement  being  dumped  into  the  chute  in 
front.  The  output  of  such  a  plant  is  governed  chiefly  by  the  time 
required  for  the  mixing  and  the  arrangements  for  taking  away  the 
concrete.  Average  times  under  different  conditions  and  the  corre- 
sponding outputs  can  be  obtained  from  Table  63,  page  425.  From 
this  table  it  will  be  seen  that  under  average  conditions,  such  a  mixer 
dumped  at  one  operation  can  turn  out,  day  in  and  day  out,  a  batch 
every  2.6  minutes  or  230  batches  in  10  hours.  The  output  under 
specially  good  conditions  would  be  considerably  larger  than  this,  as 
indicated  on  page  397. 

INDIVIDUAL    MIXERS 

Jerome  Park  Reservoir.*  The  original  concrete  plant  for  laying 
the  6-inch  bottom  and  slope  of  this  large  reservoir  consisted  of  a 
central  plant  from  which  the  concrete  was  hauled  in  cars.  A  care- 
ful study  of  unit  times  of  different  arrangements  of  plants  showed, 
in  this  case,  that  individual  batch  mixers  which  could  be  readily 
moved  from  place  to  place  were  more  economical  than  the  central 
plant  and  capable  of  a  much  greater  output.  Consequently,  a  number 
of  mixers  were  procured  and  placed  in  operation  at  the  same  time. 
Each  mixer  with  its  engine  was  mounted  on  wheeled  trucks  so  that 
it  could  be  readily  hauled  from  point  to  point  as  needed.  Steam  was 
supplied  from  a  central  boiler.  Standard  gage  tracks  were  laid  on 
convenient  lines  in  the  reservoir  bottom  and  the  stone  was  shoveled 
from  the  flat  cars  on  these  tracks,  by  four  men,  to  the  measuring  and 
discharging  hopper  over  each  machine.  Two  men  wheeled  the  sand 
in  barrows  from  a  small  stock  pile  near  the  mixer  up  an  incline  to 
the  hopper.     Two  other  men  handled  the  cement. 

The  concrete  was  laid  in  long  sections  6  inches  thick  and  16  feet 
wide.  Six  wheelbarrows  were  used  to  take  the  concrete  from  each 
mixer  to  place,  where  two  men  spread  it  and  two  other  men  leveled 
it  by  a  straight-edge  spanning  the  16  feet  to  the  side  forms.  These 
forms  were  set  with  their  edges  exactly  to  grade  so  as  to  form  templets. 
The  concrete  was  mixed  quite  wet  and  a  fine  surface  was  obtained 
without  any  mortar  top. 

Each  mixer  could  readily  average  6  cubic  yards  per  hour,  and  with 
a  better  method  of  charging  and  with  2-wheel  carts  holding  4£  cubic 

♦See  also  Engineering  News,  September  21,  1905,  p.  2990igitiZed  by  C 
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feet  of  concrete,  instead  of  the  small  wheelbarrows,  the  output  could 
have  been  still  further  increased. 

The  first  cost  of  a  plant  of  this  character  can  be  figured  from  the 
information  given  at  the  end  of  this  chapter  and  in  the  following  chap- 
ter. This  case  depends  upon  the  number  and  length  of  tracks  laid, 
the  number  of  mixers  and  engines,  the  size  of  boiler,  the  number  of 
barrows,  the  amount  of  staging  built,  the  amount  of  lumber  used  in 
runways,  and  so  on. 


CROSS-SECTION  OF 
lib*  HAINS  MIXER 

*U*n       INSTALLATIONj 
AT  WEEHAWKEN  SHAFT 


CROSS-SECTION  OF 

HAINS  M1XEB  INSTALLATION, 

8TOHE  AND  SAND  BINS  ABOVE  AND 

SCREEN  OF  CRUSHER, 

AT  HACKENSACK  PORTAL 

Fig.  26.     Gravity  Mixers  for  the  Bergen  Hill  Tunnels.     (See  p.  345.) 

GRAVITY  MIXER  PLANT 

Bergen  Hill  Tunnels,*  Pennsylvania  Railroad.  The  gravity  mixer 
plants  used  at  the  Weehawken  shaft  and  at  the  Hackensack  portal  of 
the  Bergen  Hill  Tunnels  of  the  Pennsylvania  Railroad  are  shown  in 
Fig.  26,  page  345. 


*See  paper  on  the  "New  York  Tunnel  Extension  of  the  Pennsylvania  R.  R.  The 
Bergen  Hill  Tunnels,"  by  F.  La  vis,  Transactions  of  the  American  Society  of  Civil 
Engineers,  Vol.  LXVIII,  1910,  p.  118. 
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CENTRAL  PLANT 

Laclede  Gas  Light  Company.*  In  certain  cases,  Such  as  city 
work,  or  on  a  large  job  where  very  small  pieces  of  concrete  are 
to  be  laid  at  scattered  points,  a  stationary  plant  from  which  the  con- 
crete is  hauled  in  carts  may  be  economical.  The  economy  of  such  a 
plant  depends  upon  the  quantity  of  concrete  to  be  laid,  which  must 
be  sufficient  to  keep  the  plant  in  fairly  continuous  operation.  Local 
conditions  should  be  carefully  studied  before  selecting  this  type. 

The  Laclede  Gas  Light  Company,  at  St.  Louis,  Mo.,  established 
such  a  plant  because,  with  this  permanent  machinery,  the  concrete 
could  be  mixed  at  a  much  lower  cost  than  by  hand  and  hauled  in  carts 
to  the  work  at  but  little  more  than  it  would  cost  to  haul  the  dry 
materials. 

A  bucket  elevator  lifted  the  gravel  to  a  30-cubic  yard  bin  which 
delivered  to  charging  hoppers  located  over  two  half-yard  mixers. 
A  cement  storage  shed  holding  500  barrels  was  built  with  a  floor  at 
a  level  convenient  to  the  charging  hopper.  The  mixers  dumped  into 
cars  or  direct  to  the  wagons. 

The  maximum  haul  of  the  concrete  was  about  30  minutes,  and  no 
trouble  was  experienced  in  placing  it.  The  capacity  of  the  Laclede 
plant  was  250  cubic  yards  per  10  hours,  and  the  cost,  not  including 
the  engine,  was  $2500.  The  actual  labor  costs  with  labor  at  $1.75 
per  day  of  10  hours,  teams  at  $4 .00,  engine  man  and  foreman  at  $3.00 
each,  and  engine  at  $5.00,  were  approximately  as  follows: 

Per  Cubic  Yard 

Mixing . $0.12  to  $0.15 

Delivering  to  work 0.10  to    0.14 

Spreading 0.08  to    0.11 

$0.30  to  $0.40 

These  costs  do  not  include  the  cost  of  material,  or  the  interest  and 
depreciation  upon  the  plant,  f 

MIXER  SUPPLIED  BY  CABLE  HAULED  CARS 

Long  Island  Railway  Power  House.  %  This  plant  was  built  to 
handle  300  cubic  yards  of  concrete  per  10  hours,  but  with  60  men 

♦See  Engineering  News,  March  10,  1904,  p.  231. 
fPersonal  correspondence  with  Mr.  D.  G.  Fisher. 

JSee  Engineering  News,  May  31,  1906,  p.  592,  and  Engineering  Record,  April  9, 
1904,  p.  454. 
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working  it.  actually  made  and  placed  about  double  this  amount, 
i.e.,  600  cubic  yards  per  day,  or,  on  an  average,  about  one  cubic  yard 
per  minute. 

As  shown  in  the  illustration,  Fig.  27,  a  platform  30  feet  in  width 
and  over  100  feet  long  was  built  at  a  height  of  about  18  feet  above 
ground.  Teams  drove  up  an  incline  on  to  this  and  the  stone  and 
sand  were  dumped  from  the  wagons  on  each  side  of  the  platform  in 
piles  125  feet  long.  Under  each  of  these  piles  a  trench  or  tunne]  is 
shown,  in  which  ran  cable  cars  which  were  filled  by  hand  from  the 
ends  of  the  piles.  To  avoid  all  possible  delay  in  loading  the  cars, 
a  movable  hopper  was  built  on  a  track  above  the  tunnel.  This  hop- 
per was  filled  while  the  car  was  running  to  the  mixer.  The  car, 
returning,  passed  under  it  and  the  hopper  was  dumped,  filling  the  car 
at  one  operation.  The  cars,  which  were  each  hauled  up  an  incline  by  a 
25  H.  P.  engine,  delivered  the  materials  to  bins,  as  shown  in  the  draw- 
ing. Cement  was  delivered  in  bags  through  chutes  from  the  upper 
platform  and  stored  on  the  platform,  as  shown,  closed  in  by  double 
boarding  with  tarred  paper  between. 

From  the  storage  bins  the  materials  were  run  down  into  the  charg- 
ing hopper  by  chutes,  the  proportions  being  regulated  by  steel  gates 
sliding  in  angle  iron  frames.  The  charging  hopper  delivered  to 
the  mixer.  The  mixer  delivered  the  concrete,  mixed  very  wet,  to  a 
steel  hopper  with  double  gates,  which  in  turn  delivered  to  2-wheel 
carts  of  6  cubic  feet  nominal  capacity.  From  these  the  concrete  was 
dumped  from  plank  runways  direct  to  the  work. 

In  order  to  work  in  winter,  18-inch  flues,  through  which  hot  air 
was  forced  by  a  disc  fan,  ran  through  the  bases  of  each  pile  of  sand 
and  stone  for  the  full  length. 

MIXING  PLANT  CAR  FOR  RETAINING  WALLS 

Chicago  Drainage  Canal.*  For  the  retaining  walls  of  a  part  of 
the  Drainage  Canal,  mixing  plants  were  built  on  flat  cars  running  on 
standard  gage  tracks,  12  feet  apart  on  centers,  along  one  side  of  the  wall 
for  its  entire  length.  The  center  line  of  the  nearest  track  was  10  feet 
from  the  face  of  the  wall.  Two  standard  flat  cars  were  solidly  united 
by  heavy  timber  platforms,  so  as  to  form  practically  one  very  wide 
car.  A  timber  framework  built  upon  this  platform  supported  3 
working  floors.     An  engine,  boiler,  and  one  mixer  were  located  on 

*Plant  is  shown  in  Engineering  Record ,  February  17,  1906,  p,  1' 
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SECTION   A  A 
Fig.  27.    Plan  and  Section  of  Mixing  Plant,  L.  I.  R.  R.  Power  House  (See  p.  346). 
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the  first  floor  and  2  mixers  on  the  second  floor,  the  machinery  being 
all  driven  by  line  shafting  and  friction  gearing. 

A  small  derrick  and  hoisting  engine  on  the  third  floor  hoisted  mate- 
rials from  a  surface  track  alongside  and  dumped  into  three  15-cubic 
yard  hoppers,  two  holding  stone  and  the  third  divided  in  the  middle 
for  cement  and  screenings.  This  double  hopper  fed  through  a  measur- 
ing hopper  into  a  mixer  on  the  first  floor,  where  the  cement  and  screen- 
ings were  mixed  dry*  and  then  raised  by  two  'bucket  elevators  to 
measuring  hoppers  over  two  mixers  on  the  second  floor.  The  broken 
stone  was  drawn  from  the  bins  through  mixing  hoppers  direct  to  these 
two  mixers.  These  two  mixers  delivered  the  concrete  to  inclined 
bucket  elevators  which  dumped  it  into  a  hopper  on  the  middle  line 
of  the  wall.  From  this  hopper  the  concrete  ran  to  place  in  10-inch 
pipe  chutes.  The  cost  of  both  of  these  plants  complete  was  about 
$21 000.  f  The  cost  of  the  two  plants  divided  by  the  total  quantity  of 
concrete  laid  gives  a  unit  plant  cost  of  $0.21  per  cubic  yard. 
This,  however,  does  not  include  the  repairs,  or  fuel,  or  the  cars 
and  locomotive  handling  the  materials. 

Lawrenceville  Bottoms.t  A  car  plant  was  used  also  in  the  con- 
struction of  a  concrete  trestle  for  the  Big  Four  Railway,  over  the 
Lawrenceville  Bottoms,  near  Lawrenceville,  111.,  and  illustrates  a 
type  of  construction  suited  to  fairly  level  ground.  The  plant  is 
shown  in  Fig.  28,  page  350. 

Materials  were  unloaded  from  railway  cars  into  small  steel  V-shaped 
cars  which  dumped  directly  to  skips.  These  skips  were  hauled  up 
an  incline,  as  shown  in  the  drawing,  and  delivered  direct  to  the  mixer. 
The  boom  skip  cars,  into  which  the  mixer  dumped,  received  the 
concrete  and  delivered  it  to  steel  dump  cars  running  on  the  top  of 
the  viaduct.  The  part  of  the  rear  incline  extending  into  the  pit  was 
hinged  to  fall  back  while  moving  and  the  boom  was  movable  so  as  to 
provide  for  varying  height  and  also  for  moving  forward. 

The  labor  cost  mixing  and  placing  concrete  with  this  machine 
was  $1 .  20  per  cubic  yard,  whereas  the  labor  cost  where  the  machine 
was  not  used  averaged  about  $2.00  per  cubic  yard. 

This  preliminary  mixing  of  the  cement  and  sand  is  not  generally  considered  nec- 
essary in  machine  mixed  concrete.  The  same  scheme  of  plant  design  could  be  used 
effectively  without  this  feature. 

fPersonal  correspondence  with  Mr.  L.  K.  Sherman,  Assistant  Chief  Engineer. 

JSee  Engineering  Record,  August  11, 1906,  p.  155. 
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An  approximate  estimate  of  cost  is  as  follows 


,* 


Three  V-shaped  feeding  cars $  195 

Two  skip  cars 160 

20-H.P.  hoisting  engine 1150 

Concrete  mixer 950 

Three  V-shaped  distributing  cars 195 

Crabs 100 

Timber  and  labor,  estimated 150 

Total  Cost  of  Plant $2900 


PLANT    WITH    DERRICK   AND    LIGHTERS 

Buffalo  Breakwater. f  The  plant  which  was  used  in  the  construc- 
tion of  the  Buffalo  Breakwater  for  making  concrete  blocks  of  15  to 
20  tons  weight  is  shown  in  Fig.  29,  page  352.  This  plant  was  built 
on  a  pier  32  feet  wide  by  280  feet  long,  located  in  the  shallow  water 
off  shore  at  Stony  Point.  Three  hundred  20-foot  piles  were  driven 
and  capped  with  12  by  12-inch  timbers,  upon  which  a  floor  of  lf- 
inch  plank,  planed  and  tongued-and-grooved,  was  laid.  On  this 
pier,  near  the  middle  of  its  length,  was  located  a  4-foot  cube  mixer 
elevated  on  framing.  Near  the  mixer  was  placed  an  engine  and  boiler 
for  hoisting  material  from  two  125-yard  scows,  alongside,  where  the 
materials  were  measured  in  proper  proportions  in  buckets  and  then 
delivered  to  a  hopper  over  the  mixer. 

The  concrete  was  handled  by  cars  running  on  two  20-inch  gage 
tracks  extending  the  length  of  the  pier.  These  cars,  running  under 
the  mixer,  received  their  loads  and  delivered  them  in  6-inch  layers 
to  molds  placed  on  either  side  of  the  tracks  for  their  entire  length. 
The  molds  were  made  of  2-inch  lumber,  planed  and  matched,  with 
6  by  8  inch  framing.  One  side  of  each  mold  was  formed  by  planking 
against  the  timbers  which  supported  one  side  of  the  railway  trestle. 
The  other  side  and  the  ends  were  independent  sections  held  together 
by  iron  rods.     The  floor  of  the  pier  formed  the  bottom  of  the  mold. 

*Personal  correspondence  with  Mr.  DeWitt  V.  Moore,  Contractor. 

fFor  further  discussion  of  breakwater  plants,  see  paper  by  Emile  Low,  Resident 
Engineer,  Transactions  American  Society  of  Civil  Engineers,  Vol.  LII,  p.  73,  1904; 
and  article  by  Major  T,  W.  Symons,  U.  S.  A.,  Engineering  News,  May  29,  1902,  p.  429. 
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CROSS     SECTION 


Total  Length  of   Pier227Ft. 
LONGITUDINAL     ELEVATION 

Fig.  29.    Plant  for  Concrete  Blocks,  Buffalo  Breakwater  (See  p.  361) 
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The  cost  of  the  plant  was  approximately  as  follows:* 

300  piles  in  place $  3000 

12  by  12-inch  stringers 1800 

2-inch  flooring 1000 

30  000  feet  B.  M.  lumber  for  molds 1800 

Concrete  mixer 700 

Derrick,  framing  for.  mixer,  trestle  on  track,  cars,  en- 
gine, approximately 3000 

$11300 
Add  10%  for  miscellaneous  items 1130 

Total  Cost  of  Plant $12430 


FLOATING  MIXER  PLANT 

Buffalo  Breakwater.!  A  floating  plant  was  used  for  monolithic 
concrete  on  the  parapet  and  deck.  An  old  schooner,  140  feet  long 
and  27-foot  beam,  held  a  5-foot  cube  mixer  elevated  on  framing  and 
run  by  a  9  by  12-inch  horizontal  engine.  The  mixer  was  placed 
well  forward  and  two  derricks  were  located  amidships,  one  on  either 
side.  One  derrick  handled  the  materials  from  the  scows  alongside 
the  mixer  and  the  other  took  the  concrete  from  the  mixer.  Each 
derrick  had  its  own  engine,  and  these  with  the  mixer  engine  were 
run  by  steam  from  a  single  boiler.  The  concrete  was  delivered 
from  the  mixer  to  a  skip  placed  on  a  small  car,  which  was  then  run 
out  far  enough  for  the  derrick  to  pick  up  the  skip  and  swing  it  over 
the  desired  point  in  the  breakwater.  The  cost  of  this  plant  was 
approximately  as  follows: J 

Schooner - $1000 

Concrete  mixer 700 

Two  derricks,  two  engines  and  one  boiler 2000 

Two  scows 1000 

Tug  boat 4000 

$8700 
Add  10%  for  miscellaneous  materials 870 

Total  Cost  of  Plant $9570 

•Personal  correspondence  with  Mr.  Emile  Low. 

tSee  footnote,  page  351. 

JPersonal  correspondence  with  Mr.  Emile  Low. 
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MIXERS  FED  BY  BELT  CONVEYORS 

Corn  Products  Refinery  Company  Buildings.*  A  compact  and  effi- 
cient plant  used  at  Argo,  111.,  in  the  construction  of  several  buildings, 
consisted  of  a  number  of  units,  each  of  which  was  made  up  by  placing  a 
rotary  mixer  on  the  middle  of  a  40-foot  standard  gage  flat  car.  Above 
the  car,  high  enough  to  clear  the  mixer,  was  a  double  bin  for  sand  and 
stone,  from  which  raw  materials  were  run  to  a  lower  hopper  in  the 
required  proportions,  and  then  after  the  cement  was  added  the  charge 
was  dumped  into  the  mixer. 

Cars  holding  the  stone  and  sand  were  placed  one  at  each  end  of 
the  mixer  car  and  the  materials  delivered  to  the  bins  by  two  belt- 
conveyors  which  extended  on  an  incline  out  beyond  the  ends  of  the 
mixer  car  far  enough  to  reach  well  into  the  material  cars.  The  outer 
or  receiving  ends  of  the  conveyors  were  supported  by  breast  derricks 
placed  at  the  ends  of  the  mixer  car  platform,  the  stone  and  sand  being 
shoveled  into  a  small  hopper  which  fed  to  the  belt.  The  cement  was 
elevated  to  the  charging  platform  by  a  small  hoist.  The  mixer  deliv- 
ered the  concrete  to  steel  cars  which,  in  turn,  dumped  it  to  place  or 
else  into  the  bucket  of  a  hoist  which  raised  it  to  a  hopper  located  on 
the  floor  where  it  was  required.  It  was  then  carried  to  place  by  bar- 
rows. 

With  16  men,  not  including  those  handling  the  concrete  after  it 
left  the  mixer,  about  25  cubic  yards  per  hour  could  be  turned  out 
continuously. 

The  approximate  cost  of  each  unit  of  the  plant  was  as  follows  :f 

Concrete  mixer  with  engine  and  boiler $  765 

Flat  car,  40  by  90  feet 350 

Steel  charging  hoppers 85 

Shafting,  conveyors,  cement  bag  hoist,  etc 573 

Steam  and  water  piping 45 

Miscellaneous  hardware 50 

Norway  pine  timber 192 

Labor,  carpenter  and  millwright 395 

Labor,  steam  fitters,  etc 54 

Engineering  and  supervision 100  • 

Freights  and  incidentals 250 

Total  Cost  of  Plant '. $2859 

♦See  article  by  Mr.  W.  A.  Hoyt,  Engineering  News,  August  26,  1909,  p.  212. 
fPersonal  correspondence  with  Mr.  W.  A.  Hoyt,  Consulting  Engineer. 
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New  York  Barge  Canal.*  Belt  conveyors  on  a  large  scale,  for  hand- 
ling both  the  materials  and  also  the  concrete  after  mixing,  were  used 
on  one  section  of  the  New  York  Barge  Canal. 

The  structures  required  about  100000  cubic  yards  of  concrete  and 
the  plant  maintained  a  continuous  output  of  one  cubic  yard  per  min- 
ute when  running  at  its  maximum  speed.  The  conveyors  handling 
the  concrete  were  over  800  feet  in  length,  being  made  up  of  three  sec- 
tions, 80,  140,  and  600  feet  respectively. 

Sand  and*stone  were  dumped  from  standard  gage  cars  to  hoppers 
from  which  belt  conveyors  carried  them  up  to  the  bins  over  the  Hains 
mixer.  .  Through  the  middle  of  a  10000  barrel  cement  house  ran  a 
20-inch  belt  conveyor  which  took  the  cement  to  the  mixer.  The  con- 
crete, as  already  stated,  was  carried  from  the  mixer  by  a  series  of 
belts,  each  dumping  on  to  the  succeeding  belt  by  a  hopper  so  as  to 
secure  an  even  flow  of  material  properly  distributed  over  it.  The 
speed  of  the  belts  was  about  450  feet  per  minute.  Traveling  on  the 
long  conveyor  trestle  was  a  tripper  on  which  the  long  belt  ran  at  an 
angle  of  20  degrees,  feeding  the  concrete  to  another  belt  supported 
on  a  45-foot  boom,  which  swung  from  the  tripper  tower.  This  boom 
could  be  elevated  to  any  level  and  swung  over  an  arc  of  200  degrees,  so 
as  to  place  the  concrete  at  any  point  desired. 

The  concrete  was  deposited  in  the  forms  by  spouts  attached  to  the 
end  of  the  boom  and  made  so  that  they  could  swing  easily  and  place 
the  concrete  in  horizontal  layers. 

The  method  adopted  in  filling  a  section  was  to  start  in  one  corner 
and  then  move  the  tripper  tower  back  and  forth,  swinging  the  boom 
through  its  arc  and  also  swinging  the  spout.  This  formed  a  layer  of 
aiyr  desired  thickness  over  the  whole  section. 

In  handling  the  concrete  on  the  belts  it  was  necessary  to  mix  it 
slightly  drier  than  required  on  the  work  and  the  required  wet  consist- 
ency was  obtained  by  piping  water  to  the  end  of  the  boom  conveyor, 
where  it  was  added  to  the  concrete.  The  tripper  was  shifted  along 
by  hand  by  means  of  a  capstan  and  the  boom  was  handled  by  hand 
winches. 

Parsippany  Dike,  N.  J.f  Another  belt  conveyor  plant  which  is 
described  in  "Concrete,  Plain  and  Reinforced"  cost  complete,  with 
bins,  conveyors,  mixers,  etc.,  in  the  neighborhood  of  $7000. 

♦Plant  is  shown  in  Engineering  Record,  October  10,  1908,  p.  416. 
fFor  plan  and  brief  description,  see  Taylor  and  Thompson's  "  Concrete,  Plain  and 
Reinforced,"  second  edition,  p.  273. 
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Fig.  30.    Mixing  Plant  of  Southern  Power  Co.     (See  p.  357.) 
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CONCRETE   HANDLING   BY   CARS    AND    DERRICKS 

Southern  Power  Company  Dam,  near  Blacksburg,  S.  C*  The  mix- 
ing and  crushing  plant  used  at  the  Ninety-Nine  Islands  Station  on 
the  Broad  River  is  illustrated  in  Fig.  30,  page  356. 

Stone  was  brought  from  a  quarry  on  three  cableways  to  a  No.  10 
gyratory  crusher  that  discharged  either  direct  or  through  two  No. 
5  crushers,  as  desired,  to  a  bucket  elevator  which  carried  the  stone 
to  bins  over  the  mixer.  Sand,  which  was  received  in  dump  cars, 
was  handled  by  a  derrick  with  a  2-yard  clam  shell  bucket  from  the 
stock  piles  to  the  bins.  The  bins  discharged  to  measuring  hoppers 
over  two  64-cubic  foot  cube  mixers. 

A  track  was  laid  near  the  upstream  base  of  the  dam  and  flat  cars 
received  the  dump  buckets  from  the  mixer  and  carried  them  to  a  line 
of  derricks  which  deposited  the  concrete  where  it  was  required. 

To  operate  the  crushers  and  mixing  plant,  300  H.  P.  was  used. 

The  cost  of  installing  the  plant  complete  was  about  $23  500.  f 
This  sum  includes  the  cost,  $18  000,  of  the  machinery, — i.e.,  the  crush- 
ers, screens,  elevator,  mixers,  and  motors, — as  well  as  the  cost  of  the 
bins  and  of  the  actual  setting  up  of  the  machinery,  and  in  addition  to 
these  items  also  includes  the  sum  of  $5000  for  engine  and  bucket  for 
sand,  making  a  total  of  $23  500. 

The  average  output  was  approximately  1100  cubic  yards  per  day. 
This  could  have  been  increased  to  1800  cubic  yards  per  day  or  even  tc 
2000,  with  the  same  plant,  if  the  conditions  had  warranted  it. 

CONCRETE    HANDLING    BY    CABLEWAYS 

Ashokan  Reservoir.J  The  plant  at  the  Olive  Bridge  Dam  for 
crushing  and  storing  the  materials  and  mixing  the  concrete  is  well  ar- 
ranged and  efficient  for  a  work  of  this  magnitude.  The  dam  contains 
about  500  000  cubic  yards  of  concrete.  The  plant  turns  out  1000 
cubic  yards  of  concrete  per  day,  this  capacity  being  necessary  in 
order  to  complete  the  job  within  the  specified  time. 

An  outline  of  the  general  design  of  the  mixing  and  crushing  plants 
is  shown  in  Figs.  31  and  32,  pages  358  and  359. 

*See  Engineering  Record,  April  2,  1910,  p.  379. 

fPersonal  correspondence  with  Mr.  B.  H.  Hardaway,  Contractor.^ 

{See  Engineering  Record,  April  3,  1909,  p.  380. 
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In  the  lower  story  of  the  building,  which  contains  the  complete 
plant,  are  three  stone  crushers  having  a  combined  capacity  of  200 
tons  per  hour.  The  stone  is  hoisted  to  the  crushers  from  stand- 
ard gage  cars  by  derricks  handling  4-yard  steel  skips.  From  the 
crushers  the  broken  stone  is  raised  to  the  top  of  the  building  by  a 
link  belt  conveyor,  which  discharges  it  on  to  two  30-inch  belt  con- 
veyors running  the  length  of  the  building  to  supply  the  storage  bins. 
The  screenings,  delivered  by  a  belt  conveyor,  are  mixed  with  the 
sand  which  is  also  handled  by  a  belt. 

Sand  is  received  in  side  dump  cars  of  standard  gage,  discharging 
into  a  500-cubic  yard  bin,  from  which  it  is  elevated  to  the  top  of  the 
building  by  bucket  conveyors  and  dropped  into  the  storage  bins 
by  secondary  conveyors.  These  large  sand  bins  at  the  top  of  the 
building  have  a  capacity  of  500  cubic  yards,  while  the  stone  bins 
hold  1000  cubic  yards. 

The  stone  is  carried  to  the  charging  hoppers  on  four  24-inch  hori- 
zontal belt  conveyors,  while  the  sand  is  drawn  from  the  bins  into  side- 
dump,  A-bottom  cars  of  40  cubic  feet  capacity,  which  are  then  pushed 
over  the  charging  hoppers  and  dumped.  A  24-inch  belt  conveyor  de- 
livers the  cement  bags  lrom  the  storage  house  to  the  charging  platform 
or  to  a  secondary  belt  conveyor,  which  in  turn  discharges  the  bags 
between  any  pair  of  charging  hoppers. 

The  mixing  plant  consists  of  four  5-foot  cubical  mixers,  each  hav- 
ing a  capacity  of  75  cubic  yards  of  concrete  per  hour.  These  dump 
into  buckets  carried  on  eight  lines  of  cars,  3-foot  gage,  which  run 
underneath  the  mixers.  The  buckets  are  taken  by  the  cableways 
spanning  the  dam  and  the  concrete  delivered  to  place.  The  plant  is 
operated  by  a  250  H.  P.  engine,  belted  to  line  shafting.  About  forty 
men  are  employed  in  the  mixing  and  the  stone  crushing  plant. 

The  total  cost  of  installing  this  plant  was  about  $90  000  and  the 
four  cableways  cost  about  $16000  each  in  addition.* 

CONCRETE  DEPOSITED  BY  CHUTES 

Painesville  Bridget  In  building  the  bridge  of  the  Lake  Shore 
and  Michigan  Southern  Railway  over  the  Grand  River,  a4-track  struc- 
ture 400  feet  long,  the  concrete  was  handled  by  long  chutes.  The 
concrete,  of   wet   consistency,   in  proportions    1:2:4,  was  dumped 

•Personal  Correspondence  with  Mr.  J.  O.  Winston,  Contractor. 
fSee  Engineering  Record,  May  1,  1909,  p.  564. 
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Fig.  34.    Chuting  Concrete  at  New  Haven,  Conn.     (See  p 


n2e°p0366.) 


CONCRETE  PLANTS 


363 


into  the  chutes  from  the  mixing  towers  so  fast  that  the  flow  was  nearly 
continuous.  By  proper  location  of  the  chutes  it  was  possible  to 
allow  the  mixers  to  run  continuously,  close  to  their  maximum  capacity, 
and  the  concrete  was  satisfactorily  placed.  Stone  and  sand  were 
shipped  to  the  job  in  standard  gage  bottom  dump  cars,  which  unloaded 


Fig.  35.     Swivel  Joint  for  Chute.     (See  p.  366.) 

direct  to  the  storage  bins.  These  materials  were  then  fed  by  gravity 
from  the  bins  into  small  cars  which  dumped  into  a  hopper  above  the 
mixer.  The  cement  was  brought  on  cars  from  the  storage  shed  to 
the  mixer  in  a  similar  manner. 

A  duplicate  plant  was  provided  at  each  end  of  the  bridge.     The  con- 
crete was  hoisted  in  a  one-yard  bucket  to  the  top  of  a  frame  work 
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tower  high  enough  to  allow  the  concrete  to  be  distributed  through 
chutes  to  all  parts  of  the  bridge.  The  extreme  length  of  flow  was 
about  250  feet.  The  chutes  were  24  by  24  inches  in  section,  built  of 
2-inch  lumber,  planed  one  side.  A  continuous  grade  of  one  verti- 
cal to  four  horizontal  was  maintained  for  their  full  length.  The 
concrete  was  carried  to  place  in  the  various  parts  of  the  bridge  by 

Rec eiving  Hopper    li  Yds. 
— —  _  Nozzle  1x24" 

6"Water 
Supply 

rade  I  \r\A 

Hinged 

0°with 

horizontal 


5li' 
Gravel  flc  Sand 


Perforated 
door    over  3"  hole 


Bin 
fine  Stone 


Bin 
Coarse  Stone 


Grade  Iin6 
ELEVATION 


5 "Water  Supply  h        ♦   .  ^^  ~ 

/  Steal  Bars  Receiving  Hopper^  Ft  5^, 


_L 


-r- 


3- Perforated   Pipes 

7^  Holes  2i'CC  Screen 

On  Lower  S\de> 


6  Water 


f\_         Bijns 


Chute 
PLAN 

Fig.  36.    Washing  and  Screening  Plant.     (See  p.  367.) 


vertical  spouts  and  by  lateral  chutes  running  from  the  main  troughs, 
which  were  on  the  axis  of  the  structure.  Secondary  branches  led 
from  these  laterals.  The  flow  of  concrete  was  diverted  into  the  later- 
als and  branches  as  required,  by  gates  set  against  small  cleats  in 
the  troughs.    A  view  of  the  work  is  shown  in  Fig.  33,  page  361. 
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The  cost  of  the  plant  was  as  follows:* 

COST  OF  PLANT  FOR  PAINESVILLE  ARCH  BRIDGE,  ERIE 
DIVISION,  NEW  YORK  CENTRAL  LINES. 


Plant 


Boarding  houses 

Tool  house 

Office  (placing  and  repairs) 

Cement  house 

Boiler  house  and  sheds 

Blacksmith  shop 

Material  bins 

Water  closet 

Coal  pit 

Concrete  chutes 

Concrete  elevator 

Trestle  for  operation 

Material  platforms 

Temporary  foot  bridge 

Temporary  stairway 

Removing  temporary  buildings 

Placing  pile  driver  scow  and  repairs 

Tools  and  machinery  (placing  and  repairs) 

Supplies  (coal  for  engines  and  ice  for  employees) 

Water  supply 

Temporary  water  pipe  line 

Temporary  water  tank 

Temporary  steam  pipe  line 

Fitting  up  concrete  mixer 

Fitting  up  derricks 

Placing  air  compressor 

Shed  over  air  compressor 

Temporary  air  line 

Temporary  walk  on  old  bridge 

Credit  by  material  received  from  plant 

Machinery  depreciation • 

Total  Cost  of  Plant 


Material 


Lab  ob 


$476.40 

70.88 

0.02 

312.41 

276.30 

47.71 

1488.55 

22.34 

1353.76 

574.83 

1258.43 

175.53 

88.55 

33.89 

45.36 

893.39 

2163.99 

29.35 
248.92 

29.52 
257.91 

50.78 
219.96 

28.68 

29.87 
491.54 

30.08 


$10698.95 
2206.95 


$8492.00 
2125.00 


$329.55 

35.00 

11.23 

205.95 

353.75 

30.00 

712.00 

16.00 

11.62 

3103.25 

963.46 

275.21 

76.35 

86.25 

50.00 

951.49 

259.29 

2153.58 

13.30 

324.61 

30.00 

223.82 

198.52 

614.01 

38.18 

33.75 

69.87 

62.75 

$11231.89 


$10617.00    j  $11231.89 


There  was  an  average  of  about  200  men  employed  on  the  job. 
were  used  as  common  labor  and  were  paid  16j£  per  hour. 


Italians 


Carpenters  were  paid  from ?2Jff  to  25  $  per  hour 

Chief  foreman 35ff  per  hour 

Assistant  foremen 30j£  per  hour 


♦Personal  Correspondence  with  Mr.  B.  R.  Leffler,  Bridge  Engineer. 
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The  total  cost  of  the  bridge,  including  excavations,  falsework, 
forms,  arch  centering,  and  all  materials  and  labor,  including  work 
trains,  is  as  follows: 

TOTAL  COST  OF  PAINSVILLE  ARCH.     BUILT  1908 


Labor 


Material 


Engineering  and  designing 

Plant  (including  machinery  depreciation) 

Excavation 

Cofferdams  and  timbering 

Piling  and  centering 

Forms 

Concreting 

Waterproofing  top 

Total  cost  of  labor  , 

Total  cost  of  material 

Total  cost  of  bridge 


$3  055.00 
11231.00 
14257.00 
16  919.00 
34019.00 
12174.00 
16  700.00 
185.00 


$109140.00 

149  277.00 

$258  417.00 


$25.00 
10617.00 

42a.  00 
15649.00 
26781.00 
10244.00 
85058.00 

480.00 


$149  277.00 


No  freight  charge  on  material  or  equipment  was  made  as  it  was 
not  the  policy  of  the  railroad  to  charge  freight  on  Company  material 
which  originated  on  their  line. 

Each  plant  turned  out  a  total  of  12  575  cubic  yards  of  concrete, 
making  a  total  of  25  150  cubic  yards.  This  gives  a  cost  per  cubic 
yard  of  $10.25. 

Winchester  Repeating  Arms  Company  Building.  In  erecting  one 
ot  the  buildings  of  the  Winchester  Repeating  Arms  Co.  at  New  Haven 
the  concrete  was  raised  in  a  bucket  hoist  of  usual  construction  and 
dumped  into  a  hopper  from  which  it  flowed  to  chutes  about  11  inches 
wide  by  11  inches  deep.  The  plant  for  depositing  the  concrete  is  shown 
in  Fig.  34,  page  362,  and  the  swivel  joint  designed  by  the  builders, 
the  Aberthaw  Construction  Co.,  is  illustrated  in  Fig.  35,  page  363. 

The  chute  was  made  of  No.  18  gage  metal  strengthened  with  \  by  1- 
inch  bands  about  3  feet  on  centers.  The  top  chute  was  30  feet  long 
and  the  other  two  auxiliary  chutes  about  16  feet.  The  actual  cost*  of 
the  3  chutes  was  $216  or  about  $3.20  per  linear  foot,  a  somewhat  lower 
price  than  can  be  counted  on  for  an  average.  « 

The  cost  of  erecting  and  removing  amounted  to  about  $150. 
Figured  on  a  cubic  yard  basis,  the  total  cost  of  the  chute  and  the 
labor  amounted  to  about  13  cents  per  cubic  yard  of  concrete. 

*  Information  by  courtesy  of  the  Aberthaw  Construction  iGoj^y  \ 
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PLANT  FOR  WASHING  GRAVEL  AND  SAND. 

A  plant  for  screening  gravel  and  washing  gravel  and  sand  is  illus- 
trated in  Fig.  36,  page  364.  This  is  similar  in  design  to  plants  that 
have  proved  satisfactory  in  practice. 

TOOL  COSTS 

In  the  following  pages  are  worked  out  some  approximate  costs, 
per  cubic  yard  of  concrete  in  place,  of  the  tools  and  of  the  plant 
necessary  for  a  mixer  turning  out  about  150  cubic  yards  of  concrete 
per  day.  These  values  are  given  simply  as  examples,  showing  the 
way  in  which  costs  can  be  figured  for  any  special  case. 

The  unit  costs  of  the  tools  are  taken  from  Table  57,  page  371. 

Both  the  raw  materials  and  the  concrete  are  wheeled  200  feet. 

New  sets  of  tools  are  figured  for  each  5000  cubic  yards  of  concrete. 

Case  I.     Both  raw  materials  and  concrete  handled  by  wheelbarrows. 
Tools: 

20  wheelbarrows  @  $4.00 $80.00 

4  dozen  shovels  @  $8.00 32.00 

\  dozen  rammers  @  $10.00 5.00 

\  dozen  spades  @  $6.00 3.00 

Total  cost  of  tools  for  5000  cubic  yards  of  concrete . .  .  .$120 .  00 

$120  00 
Cost  of  tools  per  cubic  yard  of  concrete  is  — ,nn      . . .  $0 .  024 

Wheelbarrow  Runs: 

Lumber  /  Supports  2X4  inches  X 3  feet 40  feet.  B.  M. 

\  Plank  2  inches  X  2  feet  X  100  feet . .  400  feet.  B.  M. 

440  feet  B.  M. 

@$30per  M $13.20 

Labor 2.00 

Total  cost  per  100  feet  of  runs $15.20 

Total  cost  per  400  feet  of  runs $60.80 

With  new  runs   every   1000  cubic  yards  of  concrete 
laid,  cost  of  runs  per  cubic  yard  of  concrete  is 
$60.80  ftn  nftl 

Total  cost  of  tools  and  runs  per  cubic  yard  of  con- 
crete in  place  =  $0,024  +  $0.061 ^.byUOOc .  .$0,085 
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Case  II.     Raw  materials  handled  by  wheelbarrows  and  concrete  by 
2-wheel  hand  carts. 

Tools: 

10  wheelbarrows  @  $4.00 $40.00 

7  2-wheel  hand  carts  @  $18.00 126.00 

4  dozen  shovels  @  $8.00 32.00 

\  dozen  rammers  @  $10.00 5.00 

\  dozen  spades  @  $6.00 3.00 

Total  cost  of  tools  for  5000  cubic  yards  of  concrete. .  .$206.00 

Cost  of  tools  per  cubic  yard  of  concrete  is  —  ....  $0 .  041 

Cart  Runs: 

Lumber  /  20  horses  @  16  feet 320  feet  B.  M. 

\  Plank  2 inches  X  3  feet  X 100 feet . .  .600  feet  B.  M. 

920  feet  B.  M. 

@  $30.00  per  M  ..    $27.60 

Labor  @  $10.00  per  M  feet  B.  M 9.20 

Total  cost  per  100  feet  of  runs $36.80 

Total  cost  per  200  feet  of  runs 73.60 

With  new  runs  every  1000  cubic  yards  of  concrete 

laid,  cost  of  runs  per  cubic  yard  of  concrete  is  -tjvtw*--  $0,074 

TOTAL  COST  OF  TOOLS  AND  RUNS: 

Tools $0,041 

200  feet  wheelbarrow  runs  (Case  I) 0.030 

200  feet  2-wheel  hand  cart  runs 0.074 

Total  cost  of  tools  and  runs  per  cubic  yard  of  con- 
crete in  place $0 .  145 

Case  III.     Raw  materials  handled  by  wheelbarrows  and  concrete  by  cars. 

Tools: 

10  wheelbarrows  @  $4.00 $40.00 

3  cars  @  $75.00 - 225.00 

4  dozen  shovels  @  $8  00 32.00 

\  dozen  rammers  @  $10.00 5.00 

|  dozen  spades  @  $6.00 3.00 

Total  cost  of  tools  for  5000  cubic  yards  of  concrete ....  $305 .  00 

$305  00 

Cost  of  tools  per  cubic  yard  of  concrete  is  -   nnn  • . .  .$0,061 
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Trestle  and  Track: 

Total  cost  of  trestle  and  tracks  complete,  (see  Table 

57,  p.  372)  for  200  feet  =  $440.00 
With  new  trestle  and  tracks  every  5000  cubic  yards, 

cost  of  trestle  and  tracks  per  cubic  yard  of  con- 

.      .        .  $440.00  ■      AQQ 

crete  in  place  is      AAA      $0 .  088 

TOTAL  COST  OF  TOOLS,  RUNS  AND  TRESTLE: 

Tools $0,061 

200  feet  wheelbarrow  runs  (Case  I) 0.030 

200  feet  trestle  and  tracks 0.088 

Total  cost  of  tools,  runs,  and  trestle  per  cubic  yard 

of  concrete  in  place $0 .  179 

Case  I V.     Raw  materials  handled  by  cars  and  concrete  by  2-wheel 
hand  carts. 

Tools: 

3  cars  @  $75  00 $225  00 

7  2-wheel  hand  carts  @  $18.00 126.00 

4  dozen  shovels  @  $8.00 32.00 

J  dozen  rammers  @  $10.00 5.00 

|  dozen  spades  @  $6.00 3.00 

Total  cost  of  tools  for  5000  cubic  yards  of  concrete .  .  $391 .  00 
Cost  of  tools  per  cubic  yard  of  concrete  is  —  .    . .  $0 .  078 

OUUU 

TOTAL  COST  OF  TOOLS,  RUNS  AND  TRACKS: 

Tools      $0,078 

200  feet  2-wheel  hand  cart  runs  (Case  II) 0.074 

200  feet  car  tracks  (Case  III) 0.088 

Total  cost  of  tools,  runs  and  track  per  cubic  yard 

of  concrete  in  place $0 .  240 

Case  V.     Raw  materials  and  concrete  handled  by  cars. 

Tools: 

6  cars  @  $75.00 $450.00 

4  dozen  shovels  @  $8.00 32.00 

\  dozen  rammers  @  $10.00 5 .00 

\  dozen  spades  @  $6.00 3.00 

Total  cost  of  tools  for  5000  cubic  yards  of  concrete.  .  $490.00 
Cost  of  tools  per  cubic  yard  of  concrete  in  place  is 

*§£r G«$-098 

DUUU 
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TOTAL  COST  OF  TOOLS,  TRACKS  AND  TRESTLE: 

Tools $0,098 

400  feet  trestle  and  tracks  (Case  III)      0 .  176 

Total  cost  of  tools,  tracks  and  trestle  per  cubic  yard  of    

concrete  in  place         $0 .  274 

MACHINERY    COSTS 

The  cost  of  machinery  and  tools  for  a  concrete  plant  can  be  obtained 
by  correspondence  with  manufacturers  and  manufacturers'  agents. 
The  prices  will  vary  with  the  weight  of  the  machinery,  the  character 
of  the  workmanship,  and  the  design.  Frequently  the  most  expensive 
machinery  will  be  the  cheapest  in  the  end  because  of  the  lower  cost 
of  repairs  and  the  saving  in  labor  of  operation.  Prices  of  the  same 
machines  also  vary  from  year  to  year  and  styles  are  occasionally 
changing,  so  that  for  accurate  estimates  prices  must  be  obtained  direct. 

On  the  other  hand,  an  engineer  or  a  contractor  frequently  wishes  to 
know  the  approximate  cost  of  a  lot  of  machinery,  so  as  to  make  an 
advance  estimate,  while  in  other  cases  the  quantity  of  concrete  to 
be  laid  may  be  so  large  that  it  is  not  necessary  to  make  an  exact 
estimate  of  the  plant,  approximate  figures  being  sufficient  for  the  pur- 
pose. For  such  cases  as  these,  Tables  57  to  61,  pages  371  to  375, 
have  been  prepared.  It  must  be  definitely  borne  in  mind,  however, 
that  these  values  are  not  to  be  considered  absolute  and  exact  and  that 
for  accurate  estimates  the  prices  must  be  obtained  for  the  special 
case  under  consideration.  The  cost  of  freight,  transportation  charges, 
and  installation  are  not  included  in  the  figures  given  and  must  be 
added  to  them  when  making  an  estimate. 
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TABLE    57.    APPROXIMATE    COST    OF    HANDLING    AND 
MIXING  MACHINERY  (See  p.  370) 

I.    Rotary  Mixers  Without  Engines  or  Boilers 


Capacity  of  Mixer* 


One  bag  batch 


One  bag  batchf. . 
Two  bag  batch. . . 
Three  bag  batch. 
Four  bag  batch.. 

One  yard 

Two  yards 


Quantity  [ 

OF  | 

Material 
Before 
Mixing 

cu.  ft.      i 

5 

7  , 
10  t 
15 
20 
30 
40 
80 


Price 


$200 
220 
290 
325 
400 
440 
550 
975 


*Based  on  1:2:4  concrete 
fBased  on  1 :3 :6  concrete 
Charging  elevators  or  trays  attached  to  mixer  increase  price  $100  to  $500. 


II.    Vertical  Engines 


III.    Vertical  Tubular  Boilers 


Size 

Price 

5H.  P 

$125 

10  H.  P 

180 

15  H.  P 

225 

20  H.  P 

270 

25  H.  P 

320 

35  H.  P 

450 

Size 


Price 


5H.  P 
10  H.  P 
15  H.  P 
20  H.  P 
25  H.  P 
35  H.  P. 
50  H.  P. 
75  H.  P. 


$  90 
135 
175 
225 
300 
375 
500 
750 


An  electric  motor  costs  somewhat  less  than  an  engine  and  boiler,  perhaps 
10  per  cent  or  15  per  cent  less. 

IV.    Hoisting   Engines    with    Boiler,     V.    Contractors'  Dinkey  Locomotives, 
Double  Cylinder  and  Double  Drum  30-Inch  or  36-Inch  Gage 


Size 


Price 


Size 


$800 

900 

1100 

40  H.  P I    1200 


20  H.  P. 
25  H.  P. 
35  H.  P. 


12  ton 

16  to  18  ton. 


Price 

$2800 
3500 


VI-    4  ft.  8£-inch  Gage  Single  Track,  laid  complete  with  new  55  lb.  rails 

and  new  soft  wood  ties  6X8  inch $1.00  per  linear  foot. 

Same  track  with  second-hand  rails  and  ties  can  be  bought  for  \  to  i  cost  of 
track  with  new  material. 
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VII.  4  ft.  8*-inch  Gage  Flat  Cars  (wooden) 

40-foot  Flat  Cars $800 

40-foot  Flat  Cars  (second-hand) $150  to  $400 

VIII.  24-inch  Gage  Double  Track,  laid  complete  with  new 

16-lb.  rails,  bolted  and  spiked $0.60  per  linear  foot 

Split  switches $22.00 

Turntables $35.00 

IX.  24-inch  Gage  Double  Track  and  Trestle,  complete  with 

labor  and  materials : 
Average  height  of  bents  25  feet,    posts  6X8  inch, 

stringers  6X8  inch,  bracing  2X6  inch,  ties  2  feet 

c.  to  c,  16-lb.  rails,  bolted  construction $2.20  per  linear  foot 

Same  Trestle,  cheaper  construction,  with  round  posts 

and  12-lb.  rails $1.75  per  linear  foot 

X.  Steel  Dump  Cars  (roller  bearings) 


24-inch  gage. 
24-inch  gage. 
36-inch  gage. 


i 
Capacity        Phic* 


cu.  ft. 

18  $65 

27  75 

45  !      110 


XI.  Hoist  Tower  as  shown  in  Fig.  24,  page  335,  complete, 

with  bolted  construction,  and  including  friction 
hoist,  dumping  bucket  of  30  cubic  feet  capacity, 
cable,  sheave,  and  concrete  hoppers  at  every  other 

floor $70.00  per  story 

Hoist  Tower  without  equipment $24.00  per  story 

XII.  Hoist  Buckets,  30  cubic  feet  capacity $75.00  each 

XIII.  2-Wheel  Hand  Carts,  Steel,  6  cubic  feet  capacity. . .  $18.00  each 

XIV.  Wheelbarrows, Steel $50.00  per  doz. 

Wheelbarrows,  Wooden $25.00  per  doz. 

XV.  No.  2  Shovels. . .    $8.00  per  doz. 

XVI.  Rammers $10.00  per  doz. 

XVII.  Picks $7.00  per  doz. 

XVIII.  Hoes $6.50  per  doz. 

XIX.  Spades $6.00  per  doz. 
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TABLE  58.    APPROXIMATE  COST  OF  BELT  CONVEYORS* 

(See  p.  370) 

Conveyors  are  supported  on  wooden  trestles  15  feet  high 
(Cost  of  trestle  is  included  in  cost  of  conveyor) 


Length  op 
Conveyor 

Width 

op 
Belt 

Proper 

Speed  op 

Belt 

Capacity  per  Hour 
in  Cubic  Yards 

Conveyor 

Discharging 

at  End  or  by 

Tripper 

H.  P. 
Required 

Cost  op 
Conveyor 

Sand 

Concrete 

Erected 

ft. 
50 
50 

in. 

20 
20 

ft.  per  min. 

300 
300 

142 
142 

142 
142 

at  end 
by  tripper 

1.30 
2.33 

$510. 
830. 

50 
50 

30 
30 

350 
350 

376 
376 

376 
376 

at  end 
by  tripper 

4.20 
5.70 

830. 
1220. 

100 
100 

20 
20 

300 
300 

142 
142 

142 
142 

at  end 
by  tripper 

2.47 
3.47 

880. 
1290. 

100 
100 

30 
30 

350 
350 

376 
376 

376 
376 

at  end 
by  tripper 

8.30 
9.90 

1410. 
1900. 

200 
200 

20 
20 

300 
300 

142 
142 

142 
142 

at  end 
by  tripper 

4.95 
6.05 

1630. 
2130. 

200 
200 

30 
30 

350 
350 

376 
376 

376 
376 

at  end 
by  tripper 

16.70 
18.20 

2630. 
3280. 

300 
300 

20 
20 

300 
300 

142 
142 

142 
142 

at  end 
by  tripper 

7.42 
8.52 

2350. 
2990. 

300 
300 

30 
30 

350 
350 

376 
376 

376 
376 

at  end 
by  tripper 

25.10 
26.60 

3820. 
4600. 

400 
400 

20 
20 

300 
300 

142 
142 

142 
142 

at  end 
by  tripper 

9.90 
11.00 

3090. 
3860. 

400 
400 

30 
30 

350 
350 

376 
376 

376 
376 

at  end 
by  tripper 

33.40 
35.00 

5280. 
6190. 

Note — Cost  of  conveyor  erected  does  not  include  cost  of  engine. 

The  costs  in  the  above  table  are  for  first-class  plants.  Where  this 
cost  of  plant  is  limited  or  the  work  to  be  done  is  only  temporary  a 
cheaper  type  of  belt  may  be  desirable. 

*The  authors  are  indebted  to  the  Robins  Conveying  Belt  Company,  New  York 
City,  for  the  material  in  this  table. 
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TABLE  59.    APPROXIMATE  COST  OF  CABLEWAYS 

(See  p.  370) 
SIMPLE  CABLEWAY 


Span 

M    O 

inches 

ii 

feet 

450 

feet 

50 

600 

60 

if 

700 

75 

l! 

800 

80 

if 

900 

90 

if 

1000 

95 

2 

1200 

100 

2f 

1200 

100 

2i 

1500 

110 

2* 

2000 

135 

21 

O 


yards 


O  g  < 


yards 

30 
25 
23 
21 
19 
17 
15 
30 
24 
18 


Size  of  Engine 


Cylinder 


Double 
8i*  x  10" 

Double 
9"    x    10" 

Double 
9"    x    10" 

Double 
9"   x    10" 

Double 
9"   x    10" 

Double 
9"   x   10" 

Double 
9"   x    10" 

Double 
10"   x    12" 

Double 
12"   x    12" 

Double 
12i"  x  15" 


H.P. 


«  o 


30 
40 
40 
40 
40 
40 
40 
50 
60 
75 


a  o 


i  o  g 

5  e  o 
o  *o 


$£700 
4600 
4800 
5000 
5300 
580O 
6500 
7600 
11000 
15000 


DUPLEX  CABLEWAY 

Two  Cables  15  to  20  ft.  c.  to  c.  on  double  towers  with  an  A-Frame  tower 
at  middle  of  span 


Span 

Height  of 
Towers 

5S 

Capacity 
per  Hour 

at  Aver- 
age Haul 

Size  of  Engines 

*8 

Number 
of  Boilers 

Cost 
Installed 
Complete 

End 
Towers 

A 
Frame 
Tower 

Cylinder 

H.P. 

2000 
ft. 

130ft. 

75ft. 

21" 

4 

Skips 

each 

2  yd. 

140  yd. 

on  all  4 
parts  of 
cableway 

Double 
Reversible 
10"  x  12" 

50 

4 

2     123000 
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TABLE  60.    APPROXIMATE  COST  OF  DERRICKS 

(See  p.  370) 


Load 

Mast 

Boom 

Price 

Ton 

Feet 

Feet 

2 

30 

40 

$400 

3 

60 

55 

500 

5 

71 

60 

800 

The  cost  of  a  derrick  varies  with  the  kind  and  manner  of  rigging 
so  that  the  costs  given  here  are  general.  These  prices  include  guys, 
falls,  and  everything  necessary  for  hoisting  except  engine  and  boiler. 


TABLE  61.    HORSE  POWER  REQUIRED  FOR  MIXERS 
OF  VARIOUS  CAPACITIES 

(See  p.  370) 

Capacity  of  Mixer*  H.  P . 

One-bag  batch 4 

Two-bag  batch 6 

Three-bag  batch 8 

Four-bag  batch 12 

One  yard 20 

2  yards 35 

♦Based  on  1 :2:4  concrete. 
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REFERENCE  LIST  OF  CONCRETE  MIXING  AND  HAND- 
LING PLANTS 


Structure  and  Location 


Capacitt 
and  Type 
of  Mixer 


Method  op 

Supplying 

Mixer 


Method  of 
Handling  Con- 
crete from 
Mixer  to  Place 


O  o 

?ofc 


Authority 


Catskill  Aqueduct,    N.    Y. 
Water  Supply 


Bridge,  Rocky  River,  Ohio, 
(25  000  cu.  yd.) 


Dam,  U.  M.  R.  Power  Co.,  Mon- 
tana (250000  cu.  yd.) 


Subway,  Chicago. . 


Rondout  Tunnel,  N.  Y.  Water 
Supply 


Car  Plant,  Detroit  United  Ry. 


Plant,    Minnesota    Steel    Co. 
Duluth 


1-yd 
Rotary 


Pug 
Mill 


4,     1-yd. 
Rotaries 


18  cu.  ft. 
Rotary 


l$-yard 
Cube 


2-yd. 
Rotary 


1-yd. 
Cube 


Dry  Dock,  Toledo  Ship  Bldg.  22  cu.ft. 
Co.,  (13  000  cu.  yd.) Rotary 

Lock,  N.Y.  Barge  Canal Gravity 


Factory  Bulldlng.Chlcago  . 


Traveling  Plant,  Catskill  Aque- 
duct, N.  Y.  Water  Supply. . . . 


Retaining  Wall,  Chicago  (plant 
on  car) 


Dam,  N.  Y.  Barge  Canal 
(85  000  cu.  yd.) 


Plant  for  Bridge  Work,  N.  P.  R. 
R.,  Mont 


1-yd. 
Rotary 


Gravity 


i-yd. 

Rotary 


Cube 


1-yd. 


Bucket  convey- 
ors to  bins  to 
measuring  hop- 
pers 

From    storage 
piles  by  derricks 
to  bins  to  meas- 
uring  hopper 

Cars  to  elevated 
bins  to  measur- 
ing hoppers 

Bins  below  tracks 
hoisted  to  mixer 


Aerial  tramway 
to  bins  to  steel 
measuring  cars 

Dump  cars  and 
hoisted  by  scoop 
to  charging  hop- 
per 

Belt  conveyors  to 
'  bins,   measured 

and  hoisted  to 

mixer 

Elevated    bins 
stocked  at  night 
by  crane 

From  elevated 
bins  by  dump 
cars  up  incline 
to    measuring 
hoppers 

Bucket    convey- 
ors to  bins  to 
hopper 

Bucket  elevator 
to  bins  to  hop- 
per 

From  cars  to 
wheelbarrow 


From  barge  by 
derrick  to  bins 


Cars  to  stock 
piles,  then  belt 
conveyor 


1-yd.    bottom 
dump  buckets 
on  flat  cars 


$  and  1-yd.  bot 
torn  dumpbuc 
kets  on  flat  cars 
to   cableway 

Buckets  on  flat 
cars  to  traveling 
derricks 

Chutes 


1-yd.  dump  cars 
lowered  down 
shafts 

Direct  to  place 


1-yd.  buckets 
on  flat  cars. 


Side  dump  cars, 
run  by  gravity 


l$-yd.  buckets 
on  cars  to  cable- 
way  and  der- 
ricks 


Hoisted  and 
delivered  by 
chutes 

Buckets  on  over- 
head runway 


Chute  from  car 
traveling  paral- 
lel to  wall 

Buckets  on  cars 
to   cableway 


Bottom   dump 
car 
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Dec.n/10 
p.  718 


CONCRETE  PLANTS 


377 


REFERENCE   LIST  OF    CONCRETE    MIXING  AND  HAND- 
LING PLANTS.— Continued 


Structure  and  Location 


Capacity 
and  Type 
of  Mixer 


Method  op 

Supplying 

Mixer 


Method  op 
Handling  Con- 
crete from 
Mixer  to  Place 


^  M  05 

go* 
< 


Authority 


Irrigation  Canal,  California 
(plant  on  platform  over  canal) 


Dam,  Salmon  River  Water  Co., 
Idaho 


10-cu.  ft. 
Rotary 


2,  1-yd. 
Rotaries 


Car  Plant,  Met.  St.  Ry.,  Kan-  12-cu.  ft. 
sas  City Rotary 


Tunnel,  Detroit  River. 


Dam,  Bellows  Falls,  Vt.. 


Dam,*  Southern  Power  Co. 
(ISO  000  cu.  yd.) 


Dam,  Connecticut  River  Power 
Co 


Bridge,  Connecticut  Ave. 
Washington 


Sewerage  Disposal  Works,  Bal 
timore 


Building,  U.  S.  Printing  Co. 
Norwood,  Ohio 


Bridge,  Delaware  River,  D.  L, 
&W.R.R 


Dam,  Eastern  Colorado  Power 
Co.  (140  000  cu.  yd.) 


Hostetter  Building,  Pittsburg. 


Grand  River  Bridge,  fPalnsville, 
Ohio.  L/S.  & M.  S.  Ry.  . . . 


3,    1-yd. 
Cubes 


21-  cu.  ft. 
Rotary 


2,     l|-yd. 
Cubes 


2,    1-yd. 
Rotaries 


Gravity 


2,     1-yd. 
Rotaries 


2  Rotaries 


Rotary 


4, 30-cu.  ft 
Rotaries 


i-yd. 

Rotary 


2,   1-yd 
Rotaries 


From  stock  piles 
by  skip  cars  on 
incline  to  hop- 
per 

Stock  piles  by 
belt  conveyors 
to  bins 

Elevator  to  hop- 
per 


Barges  alongside, 
to  elevated  bins 
on  scow 

Wagons  dumped 
to    chutes    dis- 
charging to  ele- 
vated  bins, 
washed  in  chute 

Cable  ways  to  ele- 
vated bins  to 
hoppers 


Chute 


1-yd.  steel  dump 
cars 


Chute  to  place  or 
to  wheelbarrows 


Buckets  to 
tremle  tubes 


Dump  cars 


Buckets  on  flat 
cars  to  derricks 
with  SO  and  100 
ft.  booms. 


Bucket  conveyor  Buckets  on  cars 
to  bins  to  hop-)    to  derricks 
per 


Cars  on  incline 
to  bins  to  hop- 
per 

Bucket  elevators 
to  bins  to  hop- 
per 

Steel  dump  cars 
from  stock  piles 


Standard  gage 
cars     to     stone 
crusher    thence 
to  bins 

Bins  below  street 
level  to  hopper 


Dump    cars    to 
bins  to  hopper 


90 


20 


40 


50 


Buckets  on   flat 
cars  to  derricks 


Buckets  on  flat 
cars 


Hoist  and  wheel- 
barrows 


Duplex  Cable- 
ways 


Steel  dump  buc-    70 
kets  on  cars  to 
cableway 


Wheelbarrows 
hoisted  by  ele- 
vator 

Chute  from  hoist 
towers 


Eng.  Rec. 
SepUO.'lO 
p.  284 


Eng.  Rec. 
Apr.  2,  '10 
p.  412 

Eng.  News 
Apr.28,»10 
p.  505 

Eng.  News 
Mar.17,'10 
p.  318 

Eng.  Rec. 
Apr.  3, '09 
p.  457 


Eng.  Rec. 
Apr.  2,  '10 
p.  379 


Eng.  Rec. 
Apr.  3, '09 
p.  443 

Eng.  Rec. 
Apr.3,»09 
p.  409 

Eng.  Rec. 
Nov.13,'09 
p.  545 

Eng.  Contr. 
Apr.21,'09 
p.  306 

Eng.  Contr. 
June  30, '09 
p.  527 

Eng.  Rec. 
Oct.  2/09 
p.  368 


Eng.  Rec. 
Feb.  6, '09 
p.  149 

Eng.  Rec. 
May  1, '09 
p.  564 


•See  page  357. 
tSee  page  360. 
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REFERENCE  LIST  OF  CONCRETE  MIXING  AND  HAND- 
LING PLANTS— Continued 


Structure  and  Location 


Factory  Building,*  Argo,  ill. 


Capacity 
and  Type 
of  Mixer 


Rotary 


Dam.tAshokan  Reservoir, N.Y.  4,2$  yd. 
W.  W.  (560  COC  cu.  yd Cubes 


Dam,  Croton  Falls,  N.  Y .  W .  W. 
Dam,  Spilngfield,  Mass.  W.  W. 


2,     1-yd. 
Gravities 


1-yd. 
Cube 


Reservoir,  Springfield,  Mas»  \V.   1-yd. 
W Rotary 


Sewer,  Bronx  Borough,  N.  Y.. 


Rotary 


Breakwater,  Milwaukee,  Wis.     2-yd. 
(Scow  Plant) \    Rotaries 


Tunnel,N.Y.,N.H.&H.R.R.,  *-yd. 
Providence,  R.  1 Rctary 


Buffalo,   N.   Y.  W.  W.    (Scow  1-yd. 
Plant)       ;      Cube 


Car  Plant  Track  work,  Chicago,  $-yd. 
Ill i     Rotary 


Dam.LaCrossW.P.Co.Wls.,..1  3,     1-yd. 
(30  000  cu.  yd) Rotaries 


Bridge  Anchorage,  Brooklyn. . 
(100  000 cu.  yd.) 


Dam,  Croton  Falls,  N.  Y.  W.  W. 
(300  000  cu.  yd.) 


Dry  Dock,  Mare  Island,  Cal. 


Gravity 


3  Gravities 


2J-yd. 
Rotaries 


Method  of 

Supplying 

Mixer 


•     Method  of 
Handling  Con- 
crete from 
Mixer  to  Place 


a.  ; 

n  « 
< 


Belt  conveyors  to  Dump   cars  and 
bins  to  hoppers     hoist  buckets 


1  nclined  conveyor 
to  bins  to  hop- 
pers 


Bottom   dump 
buckets  on  flat 
cais  to  cable  way 


Belt  conveyor  to  Cableways 
elevated  bins  to 
hopper 


Cars  by  gravity 
from    storage 
bins  to  hopper 


Bottom   dump 
buckets  on  flat 
carstbcableway 


From  stock  piles  Buckets  on-  cars 


at  crushing 
plant  by  dump 
car  on  incline  to 
hopper 

Derrick    from 
storage  piles  to 
cars 

Derrick    from 
scows  alongside 
to  hopper 

Standard  gage 
cars  and  hoist 
buckets.  Skips 
on  incline  to 
hopper 

Derricks  from 
scow    alongside 
to  hoppers 


to  cableway 


Direct 


Derrick      and 
dump    buckets 


Bucket  and  hoist 


Bottom  dump  j 
bucketsand  der- 
rick I 


125 


25 


Wheelbarrow    to  Dumped    direct    20 
skips  on  eleva- 
tor to  mixer 


By  train  to  bins 
to  hoppers 


Buckets  on  push 
cars  to  derricks 


Bucket  conveyor 
to  bins  to  hop- 
per 

Belt  conveyor  to   Derricks    to   2 
cars  on  incline    cableways 
d  u  m  ping    to 
hoppera 

From     storage  Bottom   dump 
pocket  by   cars     buckets  on  flat 
o  n    incline    t  o    cars  to  derricks 
hopper 


40 


100 


A  uthoritt 


Eng.  News 
Aug.  26/00 
p.  216 

*Eng.  Rec. 
Apr.  3,  '09 
p.  380 

Eng.    Rec. 
Dec.  12, '08 
p.  677 

Eng.  Rec. 
Dec.  12,  08 
p.  656 

Eng.    Rec. 
Dec.  12/08 
p.  656 


Eng.    Rec. 
Nov.28/08, 
p.  620 

Eng.Contr. 
Oct.  28/08 
p.  272 

Eng.  Rec. 
Nov.  7. '08 
p.  514 


Eng.  Rec. 
Oct.  10/08 
p.  400 

Eng.  Rec. 
June 20/08 
p.  790 

Eng.   Rec. 
!    May30/08 

[    p.  685 

Eng.  Contr. 
Mai.  18/08 
d.  163 

Eng.  Rec. 
Apr. 11/08 
p.  491 


Eng.  Rec. 
Apr.  4. '08 
p.  432 


•  See  page  354 
t  See  page  357 
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REFERENCE  LIST  OF  CONCRETE  MIXING  AND  HAND- 
LING PLANTS— Continued. 


Structure  and  Location 


Reservoir,  Mexico  City  W.  W... 


Dry   Dock,    Charleston    Navy 
Yard,  S.  C 


Steel  Plant,  Jones  &  Laughlin 
Co.,  Pittsburgh.  (215  000  cu 
yd.) 

Locks,*  N.  Y.  Barge  Canal 
(100  000  cu.  yd.) 


Street     Paving,     Mixing,    and 
Spreading  Machine 


Bridge  Anchorage ,  N .    Y .  City 


Capacity 
and  Type 
of  Mixer 


i-yd. 
Rotary 


1-yd. 
Rotary 


2,  1-yd 
Rotaries 


Gravity 


11-cu.    ft. 
Cube 


30-cu.  ft. 


Dam,  S.  &  I.  Ry.  Co.  Washing-    2  Rotaries 
ton 


Track  Elevation,  Chicago. 


Track  Elevation,  Chicago. 


Tunnel  Lining,  J.  F.  L.  Ext.  So. 
Ry.,  Indiana 


Store  Bldg.  Chicago  (125  000  cu. 
yd.)  


Manhattan   Bridge    Anchorage 
N.  Y.  City  (100  000  cu.  yd.) . 


Trestle.t  C.  C.  C.&St.  L.  R.  R 
Lawrenceville,  lnd 


Piers,   New   Orleans   Terminal  J-yd 
Co.,  La I     Rotary 


30-cu.  ft. 
Rotary 


21-cu.  ft. 


l*-yd. 
Cube 


2,  H  yd. 
Rotaiies 


1-yd. 
Cube 


Rotary 


Method  of 

Supplying 

Mixer 


Method  of 
Handling  Con- 
crete from 
Mixer  to  Place 


&  *  « 


Authority 


Hoist  buckets  to 
mixer 


Belt  conveyor  to 
elevated  biDs  to 
hopper 

Standard  gage 
cars  to  bins  to 
hopper 


Push  cars  on  re-! 
volving    biidge 


Dump  buckets 
on  cars  to  der- 
ricks 

Buckets  on  flat 
cais  to  derricks 


Belt  conveyoi  to  Belt  conveyors 
bins  to  hopper 


,  Eng.  Rec. 
Mar. 28. '08 
p.  362 

16  I  Eng.  Rec. 
1  Feb.  1, '08 
|    p.  120 

40    !  Eng.  News 
.  July  25  ,'07 
p.  100 


55 


Wheeled  dump  115 
bucket  travel-!  sq. 
ing  on  boom  yd. 


Hopper  hauled 
up  incline  from 
the  street 

Dump  cars  on  in- 
cline to  hoppers 


Gravel  sluiced 
from  bank 
Sand  hauled  by 
tram    cars    to 
mixer 

Derrick  from 
gondola  cars  to 
hopper 

From  gondola 
cars  by  special 
dump  car  to 
hopper 

Derrick  from 
cars  to  bucket 
elevatorstobins 
to  hopper 


Bins  fed  by  belt  Dump  buckets 
conveyors  toj  handled  by  der-j 
hopper  ricks  j 

Charging  cars  Bottom  dump  | 
taking  supply1  buckets  on  cars, 
from  measuring:  to  derricks 
carsto  skip  hoist  | 

Dump  cars  to 
skip  car  on  1  n-'  Skip    cai  on  In- 
cline to  hopper  i    clined  boom 

Inclined  belt  con- 
veyors to   hop-  Chute  direct 
pers. 


22 


Side  dump  cars 
to  place  i 


Skips     on      flat' 
cars  to  derricks; 


1-yd  dump  cars     22 


Derrick  handling 
$-y  d  .  dump 
bucket 


li-yd  dump  cars 


80 


P-E 

bTGbogle 


Eng.    Rec. 
I    Oct.  10, '08 
p.  416 

I  Eng.  News 
Dec.12,'07 
p.  645 

!  Eng.    Rec. 

1    Dec.28,'07 

p.  704 

Eng.  Rec. 
July20,'07 
p.  73 


Eng.  Rec. 
Julyl3,'07 
p.    32 

Eng.  Rec. 
Julyl3,»07 
p.  32 

Eng.  Rec. 
Oct.  12,  »07 
p.  393 

Eng.  News 
July25,'07 
p.  82 

Eng.Contr. 
May  8,  '07 
p.  205 


Eng.  Rec. 
Aug.11,'06 
p.  155 

Eng.  Rec. 
July28,'06 
•.89 


♦See  page  355 
tSee  page  349 
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REFERENCE  LIST  OF  CONCRETE  MIXING  AND  HAND- 
LING PLANTS— Continued 


Structure  and  Location 


Sedimentation    Basins,    Pitts- 
burgh, Pa.,  W.  W 


Filters,  Pittsburgh  Pa.,  W.  W. . 


Piers,  Manhattan  Bridge,  N .  Y 
City  (100  000  cu.  yd.)  


Elevated  Ry.,  Phila 

Gas  Plant,  Astoria,  L.  1.. . . 

Drainage  Canal,*  Chicago. 

« 
Central  Plant, t  St.  Louis. . . 


Jerome  Park  Reservoir, %  N.Y, 
City 


Power  House,§  Penn  N.Y.  &  L. 
I.R.  R.  (11  OOOcu.yd.) 


Break  water.S  Buffalo. 


Capacity 
and  Type 
of  Mixer 


Method  of 

Supplying 

Mixer 


2,    li-yd 
Rotarles 


2,  Gravities 


Gravity 


Rotary 


2,   1-yd 
Rotarles 


Pug  Mill 


2,  J-yd. 
Rotarles 


18,  i-yd. 
Rotarles 


1-yd 
Rotary 


1J  yd.Cube 


Method  of 
Handling  Con- 
crete from 
Mixer  toPlace 


:oah 


3-yard  side  dump     25 


Cars  on  tramway 
dumplngtobJns 
to  hopper 


Bins  fed  to  In-  1-yard  bottom 
clined  convey-1  dump  buckets 
ors  to  hopper  on  flat  cars  to 
cableways  j 


80 


Bucket  elevator 
to  bins  to  hop- 
pers 

Bins  over  mixer 
supplied  by  der 
rick 

From  storage  bins 
by  belt  convey- 
or to  hopper 

By  derrick  to 
hoppers, through 
dry  mixers  to 
hoppers  of  wet 
mixers 

Bucket  elevator 
to  bins  to  hop- 
pers 


Stone  shoveled  Wheelbarrows 
from  standard 
gage  cars  direct 
tohoppers.Sand 
delivered  -by 
wheelbarrows 


2-yard  buckets     60 
on  flat  cars 


Belt  conveyors 


Belt   conveyor! 
from    mixer    to 


Bucket  elevators     30 
to  place 


By  wagons 


Wheelbarrows 


Cars  from  stor- 
age piles  to 
chutes  to  hopper 


Derrick      from  Dump  cars 
scows  to  hopper 


25 


100 


50 


Authority 


Eng.  Rec 
Dec.  29/0* 
p.  714 

Eng.  Rec. 
Dec.  29, '06 
p.  714 


Eng.  Rec. 
Aug.  25,  '06 
p.  201 

Eng.Contr. 
Sept.  26/06 
p.    81 

Eng.  News 
Apr.  5, '06 
p.  380 

Eng.  Rec. 
Feb.  17, '06 
p.  190 


Eng.  News 
Mar.  10/04 
p.  231 

Eng.  News 
Sept.  21/05 
p.  299 


Eng.  Rec. 
Apr.  9,  ,04 
P.  454 

Eng.  News 
May  29, '02 
p.  429 


•See  page  347 
tSee  page  346 
JSee  page  344 
§See  page  346 
SSee  page  351 
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CHAPTER   XIII 

LABOR  COSTS  OF  MACHINE  MIXING 

The  last  chapter  was  devoted  to  a  description  of  concrete  machin- 
ery and  plants  with  a  certain  amount  of  miscellaneous  information 
on  plant  costs.  In  the  present  chapter  the  various  operations  relat- 
ing to  mixing  concrete  by  machinery  are  taken  up  and  discussed  very 
fully.  The  information  given  will  enable  a  man  to  study  and  esti- 
mate the  time  and  cost  of  concreting  under  the  varying  conditions 
that  are  liable  to  occur  in  ordinary  practice. 

As  has  been  stated  repeatedly  in  this  book,  the  only  way  to  reach 
accurate  results  in  any  estimate  is  to  divide  the  work  into  its  various 
operations,  so  as  to  provide  for  those  that  are  variable  or  which  apply 
only  to  the  job  under  consideration.  The  careful  analysis,  covering 
a  variety  of  conditions,  is  therefore  given,  not  merely  for  the  purpose 
of  presenting  facts  about  machine  mixing,  but  as  an  illustration  of 
methods  that  may  be  followed  in  investigations  of  a  similar  character. 

The  text  of  the  chapter  includes  a  general  discussion  of  the  tables 
and  also  of  conditions  not  specifically  covered  in  the  tables. 

The  tables  at  the  end  of  the  chapter  present  information  for  any 
special  case  occurring  in  ordinary  practice.  This  information  in- 
cludes: 

Cost  of  machine  mixing  under  specified  conditions,  Tables  69 
and  70,  pages  438  and  441. 

Cost  of  machine  mixing  for  given  output  per  hour,  Table  68, 
page  437. 

Cost  of  mixer  gang  and  machinery  for  mixing  only,  Tables  65  and 

66,  pages  432  and  433. 

Times  and  Costs  of  handling  the  raw  material  and  concrete,  Table 

67,  page  434. 

Average  times  and  outputs  under  different  conditions,  Tables 
63  and  64,  pages  425  and  428. 

These  tables  are  made  up  by  combining  the  times  or  costs  of  unit 
operations  by  methods  described  in  preceding  chapters.  For  the 
benefit  of  those  who  wish  (1)  either  to  go  into  methods  employed  in 

qoi  Digitized  by  LjOOQ LC 


382  CONCRETE  COSTS 

compiling  the  tables,  or  (2)  to  obtain  information  for  making  up  sim- 
ilar schedules  based  on  unit  times,  or  (3)  to  study  the  design  of  a 
plant  to  reach  the  most  economical  plan  of  operation,  these  unit 
times  are  tabulated  in  full  in  Table  62,  page  418. 

In  addition  to  these  carefully  itemized  tables,  a  general  table  is 
presented  for  use  in  estimating  a  large  job,  where  the  cost  of  the  plant 
has  been  determined  approximately  and  the  operating  gang  has  been 
outlined.  Costs  based  on  plants  of  various  capacities  and  different 
sized  gangs  are  given  in  Table  71,  page  444. 

In  general,  the  aim  has  been  to  treat  most  thoroughly  the  common 
operations  and  classes  of  work,  rather  than  peculiar  cases,  the  for- 
mer comprising  the  greater  part  of  the  experience  of  an  engineer  or 
architect  or  contractor. 

Although  the  more  complicated  mixing  plants  are  not  analyzed, 
much  of  the  elementary  data  and  unit  times  and  costs  presented  will 
be  of  use  when  estimates  for  such  plants  are  needed.  The  descrip- 
tions of  some  of  these  plants,  on  pages  342  to  367,  also  give  approxi- 
mate ideas  of  special  plant  costs  and  suggestions  for  designs  under  a 
variety  of  conditions. 

STUDY   OF  UNIT   OPERATIONS 

The  various  operations  in  making  and  placing  concrete  have  been 
studied  in  detail  on  actual  work.     They  may  be  grouped  as  follows: 

(1)  Transporting  raw  materials. 

(2)  Conve>ing  materials  to  mixing  machine. 

(3)  Mixing  and  dumping. 

(4)  Conve>ing  concrete  to  place. 

(5)  Placing  concrete. 

These  have  been  divided  into  unit  operations  and  their  times  given 
in  Table  62,  pages  418  to  424.  The  times  are  given  as  net  and  actual 
times  for  average  men  and  as  net  times  for  quick  men. 

Net  Times  for  average  men  represent  the  labor  actually  required 
to  perform  an  operation  in  contract  work  under  ordinary  conditions 
with  fair  superintendence  and  no  allowance  for  rest  or  delays. 

Actual  Times  for  average  men  represent  the  labor  in  contract 
work  as  above  but  include  allowance  for  rest  and  delays.  These  val- 
ues for  average  men  are  taken  from  10  per  cent  to  50  per  cent  more 
than  the  net  times,  depending  upon  the  operation.  There  is  very 
little  delay  while  actually  pushing  a  barrow,  so  the  actual  times  for 
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these  items  are  taken  as  10  per  cent  more  than  the  net  times.  For 
charging  or  discharging  a  mixer,  there  is  greater  chance  for  delays  and 
the  actual  times  are  taken  as  50  per  cent  more  than  the  net  times. 
In  handling  materials  or  concrete  with  a  derrick  or  hoist  or  with  pails 
or  shovels,  30  per  cent  more  than  the  net  times  is  taken,  while  for 
handling  concrete  with  barrows,  carts  or  cars,  40  per  cent  more  is 
taken. 

Net  times  for  quick  men  represent  the  labor  actually  required  to 
perform  an  operation  by  quick  working  and  experienced  men  under  ex- 
ceptionally good  supervision  although  by  the  day  and  not  by  the  piece. 
An  allowance  for  rest  and  delays  always  must  be  added.  When  using 
the  times  in  task  or  piece-work,  they  must  be  multiplied  by  a  ratio 
determined  for  each  case  by  actual  time  studies. 

Times  in  Minutes  and  Hundredths  of  Minutes.  It  is  convenient 
to  express  the  times  of  operations  in  minutes  and  decimals  of  minutes 
instead  of  in  minutes  and  seconds.  In  this  way  they  can  be  conven- 
iently added,  subtracted,  multiplied  and  divided.  For  timing  opera- 
tions, watches  reading  to  minutes  and  decimals  of  a  minute  are  quite 
generally  used.  These  are  described  on  page  96.  The  times  are 
given  in  minutes  per  operation  and  never  in  operations  per  minute. 

From  a  study  of  Table  62,  any  ordinary  operation  in  concrete  work 
can  be  analyzed  and  the  proper  gang  organized  for  doing  the  work  in 
the  most  economical  manner,  or  an  estimate  can  be  made  and  the 
work  planned  on  scientific  lines. 

ORGANIZATION  OF  GANG 

To  organize  the  work  satisfactorily,  so  that  one  gang  will  fit  into 
another,  requires  experience  on  the  part  of  the  foreman  and  rearrange- 
ment after  the  work  has  started.  The  great  trouble  is  that  the  time 
for  the  different  operations  is  not  generally  known,  so  that  it  is  impos- 
sible to  tell  in  advance  how  long,  for  example,  it  will  take  a  man  wheel- 
ing concrete  to  fill  his  barrow,  wheel  it  to  a  certain  distance,  and  dump 
it;  and  consequently  the  number  of  men  to  use  cannot  be  properly 
determined  in  advance.  It  is  in  just  such  ways  as  these  that  the  time 
studies,  which  are  taken  up  in  detail  in  the  pages  that  follow,  will 
be  found  of  value  to  anyone  who  is  trying  to  bring  his  work  down  to 
the  lowest  possible  cost  and  to  eliminate  all  unnecessary  labor.  With- 
out such  study  even  an  experienced  man  may  be  misled  by  slow  work 
on  the  part  of  the  men  or  by  their  carrying  small  barrow-loads,  so 
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that  he  may  authorize  his  sub-foreman  to  use  one  or  perhaps  two  more 
men  than  are  really  necessary. 

The  times  in  Table  62,  page  418,  will  be  found  convenient  for  such 
organization,  and,  where  necessary,  special  time  studies  may  be  made, 
following  out  the  same  general  principles  that  have  been  outlined 
in  this  volume. 

TRANSPORTING  RAW  MATERIALS 

The  transporting  of  the  materials  for  concrete  is  usually  inde- 
pendent of  the  operation  of  mixing.  The  sand,  stone,  and  cement 
are  hauled  or  conveyed  to  bins,  sheds  or  platforms  near  the  work, 
ready  for  conveying  to  the  mixer  by  separate  apparatus  or  vehicles. 
For  this  reason  the  processes  of  handling  and  transporting  materials 
are  taken  up  separately  in  Chapter  X,  page  222,  and  reference  should 
be  made  to  that  chapter  for  full  information  in  regard  to  these  items. 
.  In  the  present  chapter,  the  more  important  operations  of  this  class 
are  referred  to  briefly  and  given  in  terms  of  a  cubic  yard  of  concrete 
instead  of  in  terms  of  the  quantity  of  the  raw  material  itself.  These 
various  items  are  briefly  described  below* 

Traveling.  Items  (l)  to  (3), page  418.  The  times  of  a  man  walking 
with  a  load  and  with  a  wheelbarrow  and  the  time  of  a  horse  hauling  a 
cart  are  useful  for  combination  with  other  unit  times.  They  are  based 
on  a  large  number  of  observations  in  connection  with  handling  vari- 
ous materials. 

The  net  times  show  the  speed  of  walking  and  the  actual  times 

include  rests  and  other  delays  that  are  apt  to  occur  while  the  man 

or  horse   is  traveling.     A  man  walking  either  with  or  without  a  load 

is  more  apt  to  loiter  than  when  pushing  a  wheelbarrow  or  driving 

a  horse,  so  that  his  percentage  of  delay  is  larger.     The  actual  time  of 

a  horse  hauling  a  cart  is  given  as  0.45  minutes  per  100  feet.     If  he 

could  maintain  this  speed  throughout  a  10-hour  day  he  would  travel 

600  X  100 

nlc =  ^33  000  feet  or  about  25  miles.     This,  as  stated  on  page 

U.4o 

247,  is  a  greater  distance  than  horses  under  ordinary  conditions  can 
travel  day  after  day,  the  average  travel  of  a  work  horse  being  about 
17  miles.  In  other  words,  an  ordinary  horse  cannot  travel  continu- 
ally without  resting,  any  more  than  a  man  can  walk  continually 
throughout  an  entire  day.  The  times  given,  however,  can  be  used 
for  all  kinds  of  practical  work  except  for  long  hauls,  when  the  average 
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daily  haul  must  be  used  instead.  Tables  for  hauling  are  given  in 
Chapter  X,  pages  264  and  266. 

Screening  Sand  and  Gravel  by  Hand.  Items  (4)  to  (10),  page  418. 
The  times  of  screening  sand  and  gravel  have  already  been  discussed 
on  page  227  and  page  298.  On  page  316  are  tabulated  the  times  and 
costs  converted  into  terms  of  a  cubic  yard  of  concrete  for  convenient 
use  in  estimating.  The  method  of  combining  the  unit  times  for  use 
with  different  materials  is  illustrated  on  page  228. 

Hauling  Sand  and  Gravel  in  Carts.  Items  (15)  and  (16),  page 419. 
Hauling  sand  and  gravel  in  carts  together  with  the  loading  and  the 
economical  arrangement  of  gangs,  is  discussed  on  pages  232  to  250. 

To  use  the  times  and  costs  in  Tables  51,  52,  and  53,  pages  263  to 
267,  for  estimating  costs  of  concrete  in  place,  note  that  the  values 
must  be  multiplied  by  the  quantity  of  each  given  material  in  a  cubic 
yard  of  concrete.  For  convenient  use  in  estimating  concrete  costs, 
some  of  the  values  are  converted  into  terms  of  per  cubic  yard  of 
concrete  and  given  in  Table  55,  page  312.  The  tables  are  made  up 
for  two-horse  carts  or  dumping  wagons.*  If  extra  large  carts  or  carts 
with  high  side  boards  are  used  on  paved  or  macadamized  streets,  the 
loads  may  run  up  to  2  or  2£  cubic  yards  and  the  times  and  costs  are 
reduced  accordingly.     (See  p.  248.) 

As  stated  on  page  232,  the  times  and  costs  of  hauling  sand  and 
stone  for  concrete  allow  for  the  fact  that  the  work  is  not  apt  to  be  so 
well  systematized  as  in  ordinary  earth  excavation,  so  that  the  times 
and  costs  of  loading  are  somewhat  larger. 

As  an  illustration  of  the  use  of  Table  53,  page  266,  if  sand  is  hauled 
from  bank  2  miles  away  and  the  teamster  loads  alone,  the  cost  is  $1 .42 
per  cubic  \ard  of  sand  or  for  1:2:4  concrete  $0.63  per  cubic  yard  of 
concrete.  Table  55,  page  317,  gives  $0.66  per  cubic  yard  of  1:2:4 
concrete  directly. 

Hauling  Cement  in  Wagons.  Table  50,  page  261.  The  loading 
and  hauling  of  cement  is  discussed  on  page  251,  and  times  and  costs 
per  cubic  yard  of  concrete  are  given  in  Table  55,  page  312.  For  other 
proportions  than  those  given,  the  values  may  be  taken  from  page  262 
and  converted  into  terms  of  a  cubic  yard  of  concrete. 

Example  1:  What  will  be  the  approximate  cost  per  barrel,  with 
labor  at  20j£  per  hour,  for  loading  and  hauling  Portland  cement  in 

*  The  average  capacity  of  an  ordinary  double  cart  or  dumping  wagon  is  29J  cubic 
feet  of  sand  or  27  cubic  feet  of  gravel.  Carts  of  larger  size  or  with  high  side  boards 
may  contain  35 J  cubic  feet  of  sand  or  33J  cubic  feet  of  gravel.     (See  p.  234.) 
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bags  2  miles,  unloading,  carrying  about  30  feet,  and  piling  in  store- 
house? 

Solution:     For  this  example,  refer  to  Table  50,  page  262,  as  follows: 

Item 

(13)  Loading  4  bags  into  wagons $0,017 

(14)  Hauling  cement  2  miles  @  $0.073 0 .  146 

(17)  Unloading  cement  and  carrying  about  30  ft.. . .  0.013 

(22)  Pib'ng  in  store-house 0.016 

Total  cost  per  barrel   (4  bags)  cement $0 .  192 

This  cost  includes  an  allowance  for  superintendence  and  overhead 
charges,  but  no  profit. 

Example  2:  What  will  this  cost  amount  to  per  cubic  yard  of  1  :  2  :  4 
concrete? 

Solution;  From  Table  22,  page  151,  we  find  an  average  of  1.57 
barrels  of  cement  per  cubic  yard  of  concrete.  Hence,  the  cost  will 
be  $0,192  X  1.57  =  $0.30  per  cubic  yard  of  concrete. 

Example  3:  What  is  the  cost  with  labor  at  20^  per  hour  of  un- 
loading cement  from  cars  to  storehouse  by  the  use  of  baggage  trucks? 

Solution:  Turning  again  to  Table  50,  page  262,  and  using  Items 
(20),  (21)  and  (22),  which  are  compiled  for  average  distances  and 
conditions,  we  have 

Item 

(20)  Loading  bags  of  cement  on  trucks $0 .  008 

(21)  Hauling  into  storehouse  (including  return).      .  0.016 

(22)  Piling  in  storehouse 0.016 

Total  cost  per  barrel  (4  bags)  cement    $0,040 

Hauling  Sand  and  Stone  in  Cars.  Cars  running  on  a  track  may 
be  used  for  hauling  the  materials  from  a  gravel  bank  or  from  a  crusher 
to  the  stock  pile  or  bin,  and  also  in  a  large  plant  for  measuring  and 
conveying  the  materials  to  the  mixer.  The  conditions  are  quite 
different  in  the  two  cases.     (See  p.  389). 

These  values  are  for  working  under  good  supervision.  On  a  job 
like  building  construction,  the  times  and  costs  for  the  preliminary 
handling  of  the  raw  materials  should  be  increased,  for  estimates, 
by  50  per  cent  to  allow  for  slow  work  and  the  delays  that  are  incident 
to  work  done  by  the  day  under  no  direct  supervision.  On  the  other 
hand,  by  laying  out  the  work  in  advance  and  paying  high  rates  the 
time  and  cost  can  be  reduced  largeh . 
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CONVEYING  THE  MATERIALS  TO  MIXER 

Unless  expensive  machinery  is  employed,  wheelbarrows  are  com- 
monly used  for  wheeling  the  sand  and  stone  to  mixer,  and  by  using 
barrows  of  definite  measure,  deep  enough  to  be  leveled  off,  the  proper 
proportions  of  the  materials  are  measured  by  counting  the  barrow- 
loads. 

In  certain  cases,  small  cars  on  tracks  operated  by  a  cable  and  hoisting 
engine  may  replace  the  barrows  economically. 

Other  conditions  require  horses  and  carts,  cars,  derricks  and  buck- 
ets, clamshell  dredges,  endless  belts,  or  other  forms  of  conveyors 
(see  pp.  329  and  330). 

Wheeling  Sand  and  Stone  to  the  Mixer  in  Barrows.  Items  (17) 
to  (34),  page  419.  Hauling  sand  and  gravel  in  barrows  is  treated 
quite  fully  in  the  chapter  on  Handling  Materials,  page  241,  also  in 
the  chapter  on  Hand  Mixing,  page  294,  and  the  operations  are  ana- 
lyzed there. 

In  Table  62  of  Unit  Operations,  page  419,  the  times  of  barrow  work 
are  given  in  terms  of  per  barrow  and  also,  assuming  definite  barrow 
capacities,  per  cubic  foot.  The  times  per  barrow  are  for  use  in  arranging 
a  gang  and  for  timing  men  to  see  whether  or  not  they  are  working 
to  good  advantage,  and  the  times  per  cubic  foot  are  more  convenient 
to  use  in  computations  involving  economy  and  cost. 

It  will  be  noticed  that  the  allowance  for  delays  and  lost  time  is 
50  per  cent  except  in  the  wheeling.  This  appears  large,  but  is  due 
to  the  difficulty  in  arranging  a  gang  of  wheelers  so  as  to  work  steadily 
when  supplying  a  mixer,  and  also  to  the  waits  liable  in  mixing  con- 
crete. The  percentage  was  determined  by  averaging  a  number  of 
actual  cases.  If,  however,  the  work  is  laid  out  by  a  thorough  study 
of  the  times  required  for  each  operation  and  the  gang  is  arranged 
to  fit  the  particular  .case,  an  allowance  of  30  per  cent  is  ample,  and  the 
actual  times  may  be  altered  accordingly. 

The  times  are  based  on  a  wheeler  loading  his  own  barrow.  This 
arrangement  is  most  economical  because  if  other  men  load  there  is  apt 
to  be  considerable  delay  between  barrows. 

To  charge  the  mixer  without  delay,  the  gang  of  wheelers  must  be  so 
arranged  that  they  can  supply  enough  sand  and  stone  for  one  batch 
of  concrete  without  any  wait  for  reloading.  The  number  of  barrows 
of  sand  and  stone  required  per  batch  can  be  determined  from  the  quan- 
tity of  each  material  required,  assuming  an  ordinary  barrow  to  hold 
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3  cubic  feet  of  sand  and  2 . 7  cubic  feet  of  stone  or  gravel  for  an  aver- 
age load.  For  convenience  in  computation,  a  barrow  load  of  either 
sand  or  gravel  is  assumed  in  Table  62  of  Unit  Operations  as  3.0 
cubic  feet. 

It  is  possible  on  a  good  run  where  the  men  are  not  overworked  to 
wheel  3.5  cubic  feet  to  a  barrow  load.  The  times  for  this  capacity 
of  barrow  may  be  obtained  by  altering  the  unit  time  filling  barrow 
by  the  ratio  of  3.5  to  3.0.  The  gang  can  then  be  arranged  so  that 
a  certain  number  of  men  wheel  the  stone,  another  group  wheel 
the  sand,  and  a  separate  man  T)r  men  dump  the  cement.  This 
is  done  to  avoid  error  in  proportioning.  At  the  same  time,  under 
ordinary  conditions  where  the  sand  and  stone  are  within  about  50 
feet  of  the  mixer,  the  men  can  each  load  and  wheel  their  barrows  in  a 
shorter  time  than  is  required  to  mix  a  batch  of  concrete,  so  that  there 
is  frequently  a  considerable  amount  of  lost  time.  It  is  worth  while, 
therefore,  to  make  a  careful  study  of  the  unit  times  to  avoid  as  much 
of  this  loss  of  time  as  possible,  even  if  it  results  in  some  other  method 
of  hauling  than  by  wheelbarrow. 

Lost  Time  Due  to  Slow  Mixing.  If  the  barrows  are  used  to  mea- 
sure the  sand  and  gravel,  so  that  a  definite  number  are  required  per 
batch,  there  may  be  considerable  lost  time  for  the  barrow  men  if  the 
stock  pile  is  near  and  the  mixer  runs  slow.  This  is  illustrated  in  the 
following  example. 

Example  4:  Suppose  a  mixer  runs  at  the  rate  of  120  batches  per 
day  of  8  hours,  the  gravel  pile  is  100  feet  from  the  mixer,  and  each 
gravel  man  wheels  one  barrow  per  batch,  what  will  be  the  percentage 
of  waiting  of  the  barrow  men  in  addition  to  that  which  may  be  ordin- 
arily allowed? 

Solution:  The  actual  speed  of  the  mixer  averages  4  minutes  per 
batch.  From  the  6um  of  Items  (26)  to  (30)  we  find  the  allowable 
actual  time  loading  and  wheeling  one  barrow  100  feet  and  return  to 
be  3.04  minutes..  Hence  there  is  a  wait  of  nearly  one  minute  per 
batch  or  32  per  cent  lost  time  in  addition  to  the  delays  piovided  for 
in  the  table.  The  men  wheeling  sand  to  the  same  distance  work 
in  still  quicker  time  so  that  their  lost  time  is  even  greater. 

Extra  Men  Shoveling.  In  order  to  keep  up  with  the  mixer,  it 
may  be  ecomonical  to  reduce  the  time  of  loading  barrows  by  having 
extra  shovelers  to  help  the  wheelers  load,  or,  in  certain  cases,  especially 
where  the  run  is  elevated  above  the  stock  pile,  to  do  all  the  shoveling. 
These  extra  men  are  most  apt  to  be  needed  where  the  haul  is  a  long 
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one  or  where  the  mixer  runs  at  a  high  rate  of  speed.  If  more  than 
one  man  loads  a  barrow,  the  time  of  filling  the  barrow  is  decreased  in 
proportion.     Thus,  with  one  man  helping  barrow  man  to  load,  the 

0  75 

net  time  of  filling  a  barrow  with  sand,  Item  (18),  is  — - —  =   0.37 J 

2i 

minutes.  The  time  per  cubic  foot,  Item  (23),  is  unchanged  because 
each  man  loads  only  half  the  amount.  The  total  time  per  cubic  foot 
is  increased,  however,  because  of  necessary  waiting.  This  is  illus- 
trated in  the  following  example. 

Exam  fie  y.  Suppose  that  a  4-bag  mixer  must  run  at  the  rate  of 
If  minutes  per  batch  net  time  and  the  gravel  pile  is  100  feet  from 
the  mixer,  what  will  be  the  arrangement  of  the  gravel  men? 

Solution:     For  ordinary  proportions  having  18  to  19  cubic  feet 

181 
of  gravel  per  batch,  we  may  assume  that  — ^  =  6  barrow  men  are 

«  ~r 

required  to  measure  and  wheel  the  gravel.     If  each  man  loads  his 

own  barrow,  Items  (26)  to  (30),  the  net  time  willlbe2.28  minutes. 

1  05 
If  one  man  helps  to  load,  the  shoveling  time  is  reduced  to     '       = 

0.52  minutes,  and  the  time  per  round  trip  of  each  man  is  reduced  to 
2.28  —  0.52  =  1.76  minutes,  which  corresponds  to  the  If  minutes 
time  required  by  the  example.  Since  the  loading  man  requires  0 .  52 
minutes  per  barrgw,  he  can  help  load  3  barrows  in  1 .76  minutes,  pro- 
vided the  barrow  men  can  dump  into  a  hopper  without  waiting  for 
the  mixer.  ' 

Times  in  Terms  of  Quantity  of  Materials  Handled.  While  in  Table 
55,  page  312,  the  times  of  wheeling  sand  and  stone  are  given  only  in 
terms  of  per  cubic  yard  of  concrete,  the  tables  in  the  present  chapter  give 
them  also  in  terms  of  the  quantity  of  material  handled. 

Hauling  Sand  and  Stone  to  Mixer  in  Cars.  Items  (35)  to  (44) 
page  420.  A  car  on  a  track  may  be  economically  employed  for 
hauling  sand  and  stone  to  mixer: 

(1)  In  a  large  plant  where  the  materials  are  stored  in  bins  from 
which  they  can  be  dumped  into  cars. 

(2)  Where  the  materials  can  be  shoveled  from  railroad  flat  cars 
into  the  measuring  car. 

(3)  Where  the  mixer  is  above  the  level  of  the  stock  pile  and  car 
is  hauled  up  by  a  cable. 

If  a  large  plant  with  bins  and  car  transportation  is  contemplated, 
the  items  of  plant  cost  must  be  carefully  figured  to  see  that  the  inter- 
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est  and  depreciation  does  not  more  than  overbalance  the  saving  in 
daily  expense. 

The  times  of  dumping  from  bin  into  car,  Items  (39)  and  (40), 
page  420,  and  from  car  into  hopper,  Item  (44),  page  420  are  given  for 
definite  quantities  of  materials,  but  are  so  small  that  they  can  be 
used  for  cars  of  other  capacities  without  appreciable  error. 

These  times  as  well  as  that  of  pushing  a  car  are  given  in  terms  of 
per  gang,  since  the  number  of  men  to  handle  the  cars  depends  upon 
local  conditions.  For  this  reason,  as  stated  in  the  footnote,  the  times 
must  be  multiplied  by  the  number  of  men  performing  the  operation. 

A  large  percentage,  50  per  cent,  is  added  to  the  net  times  for  delays 
and  waits,  since  it  is  difficult  to  arrange  such  operations  to  avoid 
considerable  lost  time. 

The  times  shoveling  materials  from  a  platform  up  into  measuring 
cars  and  from  railroad  cars  into  measuring  cars  are  given  in  Items 
(35)  to  (38),  page  420.  In  the  first  two  items  there  is  a  higher 
throw  while  in  the  last  two  the  horizontal  distance  between  the  two 
cars  is  sufficient  to  make  the  time  nearly  the  same.  As  stated  in  a 
note,  the  times  are  the  times  of  the  men  while  they  are  actually 
shoveling.  Instead  of  using  the  50  per  cent  for  delays,  it  is  more 
accurate  to  use  the  net  times  and  estimate  from  the  other  unit 
times  for  any  given  case  the  time  which  a  man  will  have  to  wait 
between  carloads,  and  then  add  30  per  cent  to  thi?  sum  for  the  inci- 
dental delays. 

As  in  other  shoveling  items,  the  values  are  per  man,  that  is,  they 
are  given  as  the  time  of  one  man.  If  two  men  work,  the  length  of 
the  operation  will  be  one-half  that  given. 

Item  (42)  gives  the  time  per  gang  and  Item  (43)  gives  the  time  per 
man  pushing  a  car  100  feet  loaded  and  100  feet  empty.  The  values 
for  these  items  are  taken  from  time  observations  on  a  car  holding  18 
cubic  feet  and  handled  by  two  men.  While  Item  (43)  will  vary  with 
the  size  of  load  to  some  extent,  the  number  of  men  pushing  the  car  is 
nearly  proportional  to  the  load  and  the  variation  is  not  great.  For 
example,  if  the  car  contained  a  much  larger  load  of  material,  the  time 
per  man  would  still  be  practically  the  same,  as  3  men  would  be  re- 
quired to  push  it. 

Example  6:  What  will  be  the  time  per  gang  if  two  men  fill  car 
from  bin  with  sand  and  stone  for  a  4-bag  batch  of  concrete  and  push 
25  feet  to  mixer? 

SoltUion:    Referring  to  page  420: 
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Item 

(39)  Dump  batch  sand  into  car  '. 0.06  min. 

(40)  Dump  batch  stone  into  car 0.15  min. 

(41)  Get  ready  to  start  after  each  material  is 

put  in 0 .  62  min. 

(42)  Push  loaded  car  on  track  25  feet  and  return 

@L56  minutes  per  100  feet 0.39  min. 

(44)     Dump  into  mixer  . . : . 0 .07  min. 

Total  time  per  batch 1 .29  min. 

The  net  time  of  feeding  one  batch  of  concrete  is  therefore  1 .  29  min- 
utes, or  the  actual  time,  which  may  be  expected  to  include  delays, 
is  1.29  X  1.50=1.94  minutes. 

This  actual  time  may  be  used  for  figuring  the  cost  of  the  plant 
unless  the  mixer  is  known  to  make  a  slower  running  time,  while  for 
figuring  the  cost  of  the  men,  the  time  should  be  multiplied  by  2,  since 
there  are  2  men. 

Example  7:  What  will  be  the  time  per  batch  per  gang  if  five 
men  shovel  gravel  and  two  men  shovel  sand  from  platform  into  car, 
while  three  other  men  push  the  cars  on  the  track,  three  cars  being  in 
operation,  one  being  loaded  with  sand  while  another  is  loaded  with 
gravel,  while  the  third  is  being  pushed  to  mixer?  Assume  a  4-bag 
mixer  requiring  for  1:2:4  proportions  *1\  cubic  feet  of  sand  to  15 
cubic  feet  of  gravel. 

Solution:     The  net  time  shoveling  sand  is  0 .  55  minutes  per  cubic 

0.55  X  7.5 

foot,  or  — —  =2.06  minutes  loading  sand.     The  five  gravel 

A 

0  68X15 

men  load  15  cubic  feet  in  — '- — =  2 .  04  minutes.     The  men,  push- 

5 

1  56 

ing  the  car  50  feet,  dumping,  and  returning,  require  ~  +2(0.31)  + 

0.07=1.47  minutes  per  car.  Hence,  they  can  keep  the  shovelers 
busy  all  the  time.  On  the  average,  we  consider  50  per  cent  lost 
time,  so  that  unless  the  speed  of  the  mixer  is  actually  known  to  be 
less  than  3  minutes  per  batch,  we  may  assume  the  rate  to  be  2 .  06 
minutes  +  50%  =  3.1  minutes  per  batch.  If  less,  the  men  will  work 
with  a  less  delay  so  no  increase  of  gang  will  be  necessary  till  the  time 
is  reduced  to  2.06  minutes. 

Example  8:     What  will  be  the  time  to  use  in  figuring  labor  costs 
in  the  last  example? 
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SoltUion:  The  time  may  be  obtained  by  multiplying  the  number 
of  minutes  found  in  the  last  example  by  the  total  number  of  men, 
which  gives  3.1  X  10  =  31  minutes.  If  the  present  example  is  to  be 
solved  independently  the  result  may  be  obtained  as  follows: 

Item 

(35)  Shovel  7 . 5  cubic  feet  sand@  0 .  83  minutes .    0.2  min. 

(36)  Shovel  15  cubic  feet  gravel  @  1 .  02  minutes  15 . 3  min. 
(41)  Three  men  get  ready  to  start  cars  at  sand 

and  at  gravel  pile  @  0 .  46  minutes  each  .2.8  min. 
(41)     Seven  loading  men  wait  while  cars  are  started 

@  0.46  minutes 3.2min. 

(43)  Push  car  50  feet,  0.26  X  (15+71)  X-^r  . .   2. 9 min. 

lUu 

(44)  '  D  ump  car  into  hopper,  3  men  @,  0 .  10  minutes.  0 . 3  min. 


Total  time  per  batch 30 . 7  min. 

This  last  result  checks  the  former  one  where  the  work  of  each 
man  was  considered  separately.  The  total  time  will  be  substantially 
the  same  if  the  time  per  car,  Item  (42)  is  used  instead  of  the  time  per 
cubic  foot,  Item  (43). 

Handling  Sand  and  Stone  in  Carts.  No  times  are  given  for  haul- 
ing sand  and  stone  in  carts  direct  to  the  mixer,  but  the  times  per 
trip  can  be  estimated  by  inspection  of  the  unit  times  of  a  similar 
nature  to  see  when  it  will  be  economical  to  employ,  instead  of  barrows 
or  cars,  a  horse  and  cart  or  two  horses  with  two  carts  or  double  carts. 
Special  carts  are  required  for  convenient  loading,  dumping,  and  meas- 
uring of  the  materials. 

Handling  by  Derrick.  Items  (45)  to  (55),  page  420.  A  derrick 
frequently  may  be  used  to  advantage  for  charging  the  mixer.  Some- 
times when  the  concrete  is  being  placed  in  a  large  mass  close  to  the 
mixer,  the  same  derrick  may  carry  the  concrete  to  place  provided  it 
can  operate  fast  enough  to  supply  the  mixer  as  well.  If  the  derrick 
simply  supplies  the  raw  material  to  the  mixer,  two  buckets  are 
required,  one  to  be  filled  while  the  other  is  being  swung  and  dumped. 

The  gravel  and  sand  may  be  placed  in  the  same  bucket  either  by 
having  a  vertical  division,  or  by  filling  one  of  the  materials  up  to  a 
certain  level  and  putting  the  other  material  on  top.  The  cement 
may  be  emptied  directly  into  the  mixer  or  may  be  opened  on  the  gravel 
platform  and  dumped  on  top  of  the  other  materials,  provided  there  is 
room  in  the  bucket. 
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An  inspection  of  the  unit  operations  (p.  420)  shows  that  each  round 

trip  of  a  derrick  is  made  up  of  several  units  independent  of  the 

quantity  of  material  handled.     Although  the  times  of  these  units 

vary  in  a  measure  with  the  length  of  boom  and  speed  of  swing,  for 

ordinary  conditions  the  average  values  in  the  table  may  be  used.     If 

more  accurate  data  are  desired  special  stop-watch  observations  should 

be  made.     The  time  of  loading  varies  with  the  number  of  men  and 

with  the  character  of  the  materials.    In  the  table,  Items  (45)  and  (46)  are 

based  on  the  time  of  one  man;  for  example,  if  there  are  three  men  filling, 

the  net  time  to  load  a  bucket  holding  20  cubic  feet  of  gravel  will  be, 

0  42X20 

Item  (46), — — =  2.8  minutes.     Item  (47),  on  the  other  hand, 

o 

gives  the  time  of  changing  buckets  in  terms  of  per  bucket,  so  that 

with  3  men  loading  as  above,  the  total  net  time  filling  bucket  will  be 

2 . 8+0.50  =  3.3  minutes  per  bucket.     The  time  per  cubic  foot  (based 

on  the  time  of  one  man)  will  be  0.42+     '      — -  =  0.49  minutes. 

It  is  difficult  to  arrange  the  men  so  that  the  time  shoveling  just 
balances  the  speed  of  the  bucket,  and  for  this  reason  50  per  cent 
is  added  to  the  shoveling  times  for  delays.  On  the  other  hand,  the 
bucket  is  apt  to  be  kept  busy  on  such  work  so  that  30  per  cent  is 
added  to  the  bucket  times. 

If  maximum  capacity  of  the  derrick  is  required,  enough  men  must 
be  provided  to  load  one  bucket  while  the  other  one  is  being  swung 
and  dumped. 

The  use  of  derricks  for  elevating  concrete  to  place  is  referred  to 
on  page  402. 

The  quantity  of  material  handled  by  a  derrick  can  be  determined 
from  the  unit  times  as  illustrated  in  the  following  example. 

Example  9:  For  what  rate  of  mixing  can  a  derrick  under  ordinary 
conditions  furnish  sand  and  stone,  using  a  one  yard  bucket  and  swing- 
ing a  full  half  circle,  the  proportions  of  the  concrete  being  1:2^:5, 
mixed  in  4-bag  batches? 

Solution:  It  is  assumed  of  course  that  two  buckets  are  used,  one 
being  filled  while  the  other  is  being  swung  to  the  mixer.  For  deter- 
mining the  time  of  a  round  trip,  we  may  refer  to  Table  of  Unit  Times 
on  page  420. 

A  bucket,  to  hold  the  6tone  and  sand  for  a  batch  of  1 :2£  :5  concrete, 
which  with  a  unit  measure  of  3.8  cubic  feet  requires  one  barrel  (4 
bags)  cement  to  9J  cubic  feet  sand  to  19  cubic  feet  of  stone,  must 
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have  a  capacity  of  28^  cubic  feet.     A  yard  bucket  slightly  heaped 
should  hold  this  volume. 

The  unit  times  per  bucket  load  of  the  derrick  are  as  follows: 


Item 


Operation 


Net  Time 


Actual  Time 


(48) 
(49) 
(51) 
(52) 
(53) 
(54) 
(51) 
(55) 


Hook  full  bucket 

Hoist  full  bucket 

Swing  full  bucket  180  degrees  to  hopper. 

Lower  bucket 

Place  over  hopper. 

Dump 

Swing  empty  bucket  180  degrees  to  stock  pile 
Unhook  

Total  time  per  batch 


0.25 

0.32 

0.21 

0.27 

0.73 

0.94 

0.20 

0.26 

0.32 

0.42 

0.19 

0.24 

0.73 

0.94 

0.25 

0.32 

2.88 


3  71 


Since  a  bucket,  in  this  case,  carries  materials  for  one  batch  of  con- 
crete, a  batch  of  concrete  can  be  made  in  3$  minutes  on  the  average 

=  160  batches  per  day  of  10  hours,  which,  with  1 :2  J  :5  concrete 


or 


3.75 


is  equal  to  about  123  cubic  yards,  provided  the  mixer  can  handle 
this  quantity  and  it  can  be  taken  care  of  after  leaving  the  mixer. 

Example  10:  How  many  men  will  be  required  for  filling  the  bucket 
to  maintain  the  above  rate  of  speed? 

Solution:  The  method  of  solution  depends  upon  whether  the 
sand  and  gravel  are  shoveled  into  the  bucket  from  opposite  sides  at 
the  same  time,  a  partition  separating  the  2  materials,  or  whether  the 
gravel  is  filled  in  first  and  the  sand  on  top,  or  whether  the  materials 
are  shoveled  into  a  hopper  and  dumped  at  one  operation  into  the 
bucket.  If  we  assume  that  the  sand  pile  is  on  one  side  and  the  gravel 
pile  on  the  other  side  of  the  bucket,  we  find,  from  Item  (46)  on  page 
420,  that  one  man  will  load  one  cubic  foot  of  gravel  into  a  bucket  in 
0.42  minutes  net;  since  19  cubic  feet  of  gravel  are  required,  the  net 
time  for  one  man  to  shovel  the  gravel  is,  Item  (46),  19  X  0.42  —  7.98 
minutes.  The  allowable  net  time  for  filling  the  bucket  is  2.88  minutes 
from  which  must  be  subtracted  the  time  that  the  buckets  are  being 
changed,  Item  (47),  or  0.50  minutes;  therefore  the  net  time  allowable 
for  shoveling  is  2.88  —  0.50  =  2.38  minutes,  and  the  number  of  men 

=  3.4  or  4  men.    For  sand,  Item  (45),  one 

man  will  shovel  9?  cubic  feet  into  the  bucket  in  9.50  X  0.31  or  2.94 


7  98 
required  to  shovel  is  -~'kq- 
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minutes,  and  the  number  of  men  required  to  shovel  the  sand  in  the 

2.94 
given  time  is     *       =  1.2  or  one  man,  as  one  of  the  men  who  is  shovel- 

2i.oo 

ing  gravel  can  help  the  man  with  the  sand  during  a  part  of  his  time. 
Therefore  there  would  be  5  men  required  to  fill  the  bucket  as  fast  as 
it  can  be  handled  by  the  derrick. 

Raising  Gravel  with  Dredge.  Sometimes  for  concrete  for  such 
work  as  piers,  it  is  convenient  to  dump  the  gravel  in  the  water  near 
the  site,  and  raise  it  with  an  orange-peel  or  rehandling  dredge.  The 
quantity  handled  varies  with  the  size  of  the  bucket  and  to  a  slight 
degree  with  the  character  of  the  material.  For  any  given  case  the 
unit  times  may  be  determined  by  stop-watch  observations  on  similar 
work. 

In  figuring  the  capacity  of  such  a  dredge,  allowance  must  be 
made  for  occasional  stops  such  as  for  moving  the  lighter  containing  the 
dredge,  etc.  If  the  gravel  requires  screening,  the  quantity  of  concrete 
made  will  depend  upon  the  relative  proportions  of  sand  and  coarse 
gravel  in  the  original  material  and  the  amount  which  must  be  wasted 
to  correctly  proportion  the  concrete. 

Transporting  by  Endless  Conveyors.  Bucket  conveyors  or  ele- 
vators or  endless  belts  are  frequently  adapted  to  plants  of  compara- 
tively permanent  character.  The  quantities  to  be  handled  vary  so 
largely  with  different  cases  that  each  one  must  be  studied  separately. 
The  number  of  men  to  operate  must  be  determined  and  the  ma- 
chinery cost  which  must  be  charged  to  every  cubic  yard  of  concrete 
may  be  estimated  by  methods  similar  to  those  given  on  page  342. 

CHARGING  MIXERS 

The  various  methods  of  conveying  materials  already  described 
cover  the  item  of  charging  the  mixers,  so  far  as  the  handling  of  the 
materials  is  concerned,  except  where  the  sand  and  stone  must  be 
shoveled  into  the  mixer  as  a  separate  operation.  When  considering 
the  work  of  the  mixer  gang,  the  charging  time  is  the  time  of  the  mixer 
while  being  filled  and  may  not  correspond  to  the  time  of  the  charg- 
ing gang. 

Charging  Continuous  Mixers.  Continuous  mixers  may  be  fed  by 
shovels  or  with  an  automatic  feed  leading  from  hoppers.  The  hop- 
pers may  be  charged  by  barrows  or  other  apparatus  similar  to  the 
batch  mixers. 
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Handling  Cement.  Items  (56)  to  (62)  page  421.  A  few  unit  times 
are  presented  to  be  used  in  studying  the  work  of  the  cement  men  who 
supply  the  mixer  to  see  when  extra  men  are  required.  The  unit 
times  are  applied  in  a  similar  manner  to  that  adopted  in^ther  cases. 
The  handling  of  cement  is  discussed  on  page  251. 

OPERATIONS  OF  A  BATCH  MIXER 

When  the  mixer  is  of  a  larger  capacity  than  required  for  the  work, 
the  output  is  governed  by  the  rate  at  which  the  materials  are  fed  to 
it.  In  discussing  the  times  of  mixing  as  applied  to  the  machine 
itself,  it  is  assumed  that  the  gang  is  arranged  so  as  to  keep  the 
mixer  working  at  average  capacity. 

For  handling  the  mixer,  a  gang  consists  usually  of  the  following: 
One  engineman. 
One  man  running  mixer. 
One  cement  man. 
One  man  handling  water. 

If  the  cement  is  opened  at  a  distance  and  conveyed  to  the  mixer  with 
the  other  materials,  the  cement  man  may  be  part  of  the  transporting 
gang.  If  the  concrete  is  dumped  into  barrows,  a  special  man  may 
be  required  to  dump  the  mixer.  If  the  sand  and  stone  are  dumped  direct 
from  bins,  another  laborer  is  required.  Sometimes  an  independent 
fireman  is  required  to  run  the  boiler,  although  the  engineman  should 
be  able  to  do  this  unless  he  also  operates  hoisting  or  other  machinery 
which  requires  constant  attention.  On  account  of  these  variations,  the 
tables  are  made  up  on  the  basis  of  one  engineman  and  four  laborers. 

The  operations  of  the  mixing  machine  may  be  separated  into  charg- 
ing, mixing  and  dumping. 

The  times  of  charging  as  applied  to  the  gang  supplying  the  mixer 
with  materials  have  been  discussed  on  page  387.  When  applied  to  the 
mixer  times,  however,  the  operations  are  different.  For  example,  if 
the  mixer  is  fed  by  barrows,  the  speed  of  charging  is  governed  by  the 
work  of  the  barrow  men,  but  only  that  part  of  their  work  which  con- 
sists of  dumping  and  turning  their  barrows. 

Batch  mixers  of  ordinary  types  are  fed  in  various  ways: 

(1)  By  loading  tray. 

(2)  By  barrows. 

(3)  From  hopper  or  car. 

(4)  By  derrick. 

(5)  By  other  special  machinery. 
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The  time  of  charging  a  mixer  is  dependent  upon  the  method  and,  since 
this  is  one  of  the  principal  items  governing  the  output  of  a  large  mixer, 
several  of  the  more  common  methods  will  be  considered  separately. 

The  time  of  dumping  is  dependent  largely  upon  the  manner  of  dump- 
ing,— whether  the  material  is  dumped  all  at  once  or  into  small  vehicles, 
such  as  barrows,  which  require  a  wait  between  loads. 

In  the  table  of  unit  times,  the  operations  that  are  dependent  upon 
the  quantity  of  material  mixed,  such  as  Items  (63)  to  (67)  and  Items 
(75)  to  (79)  are  given  in  terms  of  per  batch.  The  proportions  assumed 
are  1:2$  :5  concrete,  but  the  unit  times  for  other  proportions  will  not 
ordinarily  vary  enough  to  warrant  changes.  The  operations  which 
involve  the  work  of  the  mixing  machinery,  as  stated  in  a  footnote, 
must  be  multiplied  by  the  number  of  men  performing  the  operation. 
In  these  mixer  items,  the  men  to  figure  in  this  way  are  those  belong- 
ing merely  to  the  gang  handling  the  machinery.  The  men  trans- 
porting the  raw  materials  or  the  concrete  can  be  figured  separately, 
from  other  unit  times. 

To  the  mixer  items  50  per  cent  is  added  because  observations  have 
shown  that,  under  average  conditions,  the  delays  of  the  mixing  ma- 
chinery through  the  day  average  this  amount.  In  exceptional  cases, 
where  the  estimator  can  be  sure  that  the  machinery  will  run  smoothly, 
30  per  cent  can  be  substituted. 

The  authors  know  of  several  instances  where  for  a  day's  continu- 
ous run  the  machines  mixed  at  the  rate  of  a  batch  a  minute,  but  this 
rate  is  very  exceptional  and  does  not  give  enough  time  to  thoroughly 
mix  the  concrete. 

Charging  by  Loading  Tray.  Items  (63)  to  (68),  page  421.  When 
the  materials  are  dumped  into  a  tray  or  bucket  that  is  elevated  to 
the  mixer  by  power,  the  time  charging,  as  applied  to  the  mixer,  con- 
sists of  the  time  raising  the  tray  plus  the  time  dumping  the  materials 
into  the  mixer. 

For  example,  the  net  time  to  charge  the  materials  for  a  3-bag  batch 
of  concrete  (which,  with  1:2^:5  proportions,  makes  |X 20. 8  =15.6 
cubic  feet  of  concrete)  is,  from  Items  (63)  and  (66),  0 .  21+0 .  33  =  0 .  54 
minutes  per  batch.  This  is  the  average  net  time  required  to  charge 
the  mixer  under  the  conditions  indicated. 

Charging  by  Barrows.  Items  (69)  to  (73),  page  421.  The  time 
charging  a  mixer  with  barrows  as  applied  to  the  mixer  itself  consists 
of  dumping  each  barrow  and  getting  it  out  of  the  way.  The  time 
required  illustrates  the  advantage  of  having  a  hopper  above  the  mixer 
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into  which  the  batch  can  be  charged  at  one  time  instead  of  the  mixer 
being  idle  while  the  different  barrows  are  being  dumped. 

The  time  charging  the  mixer  is  simply  the  time  of  dumping  hopper 
into  mixer  and  is  represented  for  different  sizes  of  batch  in  ordinary 
proportions  by  Items  (64)  to  (67). 

The  time  charging  mixer  with  any  given  proportions  is  obtained 
by  multiplying  the  above  times  by  the  proper  quantities. 

Example  11:  If  a  batch  of  concrete  consists  of  2  bags  cement,  2 
wheelbarrow  loads  of  sand,  and  4  wheelbarrow  loads  of  stone,  what 
will  be  the  net  time  of  dumping  this  into  a  hopper  or  mixer? 

Solution: 

Item 

(73)     Dumping  2  bags  cement 0 .  26  min. 

(69) ,  (70)    Dumping  2  barrows  of  sand  and  turning  0 .  30  min. 
(71),  (72)     Dumping  4  barrows  stone  and  turning .  0 .  72  min. 

Total  time  filling  mixer 1 .28  min. 

or  about  lj  minutes.  Under  ordinary  conditions,  an  allowance  of 
50  per  cent  for  delays  must  be  made  when  estimating  the  cost  to  pro- 
vide for  the  delays  waiting  for  mixer,  etc.,  which  are  liable  to  occur. 

Charging  from  Hopper  or  Bin.  Items  (64)  to  (68),  page  421.  The 
quickest  method  of  charging  a  mixer  is  to  have  the  materials  ready, 
measured  in  a  hopper  above  the  mixer,  and  drop  them  in  by  opening 
the  gate.  The  hopper  may  be  provided  with  marks  for  measuring 
the  sand  and  stone,  and  the  material  fed  by  gravity  from  bins  above, 
or  the  sand  and  stone  may  be  dumped  into  the  hoppers  from  barrows, 
and  measured  either  in  the  hopper  or  in  the  barrows. 

The  time  charging  the  mixer  is  simply  the  time  of  dumping  hopper 
into  mixer  and  is  represented  for  different  sizes  of  batch  in  ordinary 
proportions  by  Items  64  to  68. 

MIXING 

A  continuous  mixer  mixes  while  it  is  being  charged,  so  that  the  time 
per  batch  for  the  machinery  and  the  mixer  men  is  determined  by 
the  time  charging. 

In  a  batch  mixer,  whate\*er  the  type,  rotary,  stationary,  or  gravity, 
the  mixing  is  to  a  certain  extent  a  separate  operation,  although  the 
materials  are  really  being  mixed  together  from  the  time  charging 
begins  until  the  dumping  is  complete. 
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The  time  mixing  in  a  rotary  mixer  averages  about  0.70  minutes 
in  addition  to  the  charging,  in  some  cases  running  as  low  as  0.35 
minutes.  There  is  some  question  as  to  whether  this  gives  sufficient 
time  to  thoroughly  mix  the  materials  together.  In  such  cases,  when 
the  mixer  is  charged  in  one  operation  and  also  dumped  in  a  single 
operation,  the  total  net  time  per  batch  may  be  one  minute  or  less. 
Care  must  be  taken  therefore  to  see  that  the  time  is  not  reduced  so 
low  that  the  materials  will  not  be  thoroughly  mixed  together.  A 
thorough  mixing  tends  to  produce  a  stronger  concrete  so  that  time 
saved  by  exceptionally  quick  work  is  doubtful  economy. 

Water  is  added  while  the  charging  or  the  mixing  is  in  progress,  that 
is,  it  is  a  part  of  the  mixing  item  and  is  not  separated  from  it. 

DISCHARGING  BATCH  MIXER 

With  continuous  mixers,  the  discharging  is  continuous,  so  that  it 
need  not  be  separated  from  the  rest  of  the  work  except  as  it  applies 
to  the  labor  of  conveying  the  concrete  as  described  in  succeeding 
paragraphs. 

The  operation  of  discharging  a  batch  mixer  consists  of  tipping  the 
mixer  or  the  spout,  dumping  (the  time  of  which  varies  with  the  size 
of  the  batch),  and  tipping  back  the  mixer  or  spout.  If  the  mixer  dis- 
charges without  tipping,  the  tipping  operations  are  omitted.  The 
time  of  dumping,  then,  varies  with  the  quantity  mixed,  so  that  the 
time  may  be  expressed  also  in  terms  of  per  batch  of  different  sizes,  or, 
in  terms  of  per  cubic  yard,  as  given  in  Item  (80).  Discharging  into 
barrows  or  other  vehicles  of  less  capacity  than  the  mixer  delays  the 
work  because  of  the  extra  time  changing  barrows  and  tipping  the  mixer 
for  each.  Hence,  for  quickest  work,  batch  mixers  should  be  arranged 
to  dump  the  entire  batch  at  one  operation.  If  the  concrete  is  to  be 
carried  away  by  vehicles  holding  less  than  a  batch,  a  hopper  should 
be  provided  below  the  mixer  so  that  the  concrete  can  be  dumped  at 
one  operation  and  then  drawn  into  barrows  while  next  batch  is  mixing. 

In  some  mixers,  the  time  of  dumping  is  very  much  smaller  than  is 
given  on  page  422.  In  fact,  it  may  be  as  low  as  0.02  minutes  for  a 
one-bag  batch,  with  an  increase  in  time  proportional  to  the  quantity 
for  larger  batches.  The  time  per  cubic  yard  for  dumping  would  then 
be  0.10  minutes  instead  of  0.46,  a  difference  which  should  be  taken 
into  account  when  the  particular  mixer  under  consideration  can  be 
observed  and  timed. 
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Discharging  into  Barrows,  and  2-Wheel  Hand  Carts.  Items  (82) 
and  (83),  page  422.  The  net  times  and  the  actual  times,  including 
delays,  are  given  for  discharging  a  rotary  mixer  into  ordinary  contractors' 
wheelbarrows  and  2-wheel  hand  carts.  Notice  that  the  times  apply  to 
the  work  of  the  mixer  and  not  to  the  barrows  themselves.  For  the  work 
of  the  barrow  men,  refer  to  Item  (88)  and  the  following  items. 

The  ordinary  contractors'  wheelbarrows  hold  only  about  1.3  cubic 
feet  of  wet  concrete  measured  in  place;  while  a  large  2-wheel  hand  cart, 
such  as  a  Ransome,  although  having  an  actual  water  measurement  of 
6  to  7  cubic  feet,  holds  only  about  4.5  cubic  feet  of  wet  concrete  measured 
after  placing.  For  barrows  having  other  than  the  given  capacities,  the 
times  are  obtained  by  interpolation. 

Dumping  Full  Batch.  Items  (75)  to  (81),  page  422.  The  net  time 
dumping  a  rotary  mixer  may  be  separated  into  the  following  items: 

Item 

(75)  Tipping  mixer  or  spout  per  batch 0.12  min. 

(76)  Dumping  into  hopper,  per  one-bag  batch. .  .0.09  min. 
(81)  Tipping  mixer  or  spout  to  place 0 .  12  min. 

Total  net  time  per  one-bag  batch 0 .  33  min. 

(77)  Dumping  2-bag  batch,  total 0.42  min. 

(78)  Dumping  3-bag  batch,  total 0.51  min. 

(79)  Dumping  4-bag  batch,  total 0.60  min. 

The  twro  operations  of  tipping  are  independent  of  the  quantity  of 
concrete  in  the  mixer.  The  second  item,  that  of  dumping,  varies 
with  the  quantity  in  the  mixer,  as  indicated  above. 

TRANSPORTING  CONCRETE 

Concrete  is  transported  commonly  by  either  wheelbarrows,  2-wheel 
hand  carts,  cars  on  a  track,  derricks  and  buckets,  or  hoists.  Each  of 
these  may  be  studied  in  detail  to  estimate  the  time  under  different 
conditions.  When  special  machinery,  such  as  cables  and  endless 
conveyors,  is  used,  the  charge  for  machinery  is  determined  as  des- 
cribed on  page  342,  and  the  charge  for  men  is  based  on  the  output 
of  the  machinery. 

Hoisting  Concrete  in  Vertical  Hoists.  Items  (84)  to  (87),  page  422. 
Bucket  hoists,  where  a  full  batch  of  concrete  is  dumped  directly  from 
the  mixer  into  a  bucket  and  raised  in  a  vertical  frame  such  as  is  de- 
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scribed  on  page  334,  have  replaced  the  older  method  of  filling  wheel- 
barrows below  and  raising  them  on  a  platform  elevator.  The  hoist 
bucket  should  dump  automatically  into  a  hopper  from  which  the 
concrete  can  be  conveyed  in  cars  or  barrows  or  by  chutes  to  the 
place  required. 

The  plant  cost,  which  is  an  important  item  in  figuring  the  cost  of 
the  concrete,  must  be  included  as  indicated  on  page  337. 

A  knowledge  of  the  average  times  hoisting  buckets  in  a  frame 
hoist  is  useful  simply  as  a  check,  to  be  sure  that  the  hoist  has  a 
working  capacity  as  great  as  that  of  the  mixer  since  the  bucket  must 
be  hoisted  and  dumped  while  a  batch  is  being  mixed. 

The  time  of  hoisting  per  foot  varies  somewhat  with  the  height  of 
hoist,  the  time  per  foot  being  a  little  larger  with  a  low  lift  because  of 
the  slower  speed  at  the  beginning  and  end  of  the  operation.  Obser- 
vations under  different  conditions,  however,  show  that  this  difference 
is  so  small  that  it  may  be  neglected  and  an  average  time  taken  as 
given  in  the  table.  The  method  of  computing  the  capacity  of  a  bucket 
hoist  is  best  illustrated  by  an  example. 

Example  12:  What  will  be  the  average  time  of  a  round  trip  of 
bucket  raising  concrete  to  a  height  of  six  stories,  using  a  2-bag  mixer, 
proportions  of  concrete  1:2:4? 

Solution:  A  4-bag  batch  of  1:2:4  concrete  averages  17.2  cubic 
feet  and  a  2-bag  batch  ,8.6  cubic  feet.  We  have,  therefore,  the  fol- 
lowing tabulation: 

Item 

8  6 

(84)  Filling  bucket 2?  X0. 70  =  0. 22  min. 

(85)  Hoisting  bucket  (assuming  stories 

12  ft.  high) :12X6X0. 008  =  0. 58  min. 

(86)  Dumping  bucket ~  X0. 66  =  0.21  min. 

(87)  Lowering  bucket, 12  X  6  X  0 .  003  =  0 .  22  min. 


Total  net  time  per  2-bag  batch 1 .  23  min. 

Actual  time  with  allowance  for  ordinary  delay  is  1.23  X  1.30  = 
1 .  60  minutes. 

Example  13:  What  will  be  the  output  of  the  hoist  if  a  4-bag  mixer 
is  used? 

Solution:  Times  are  made  up  in  a  similar  manner,  using  a  full 
batch  of  17.2  cubic  feet.  Di 
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Item  Min. 

(84)  •   Filling  bucket 17^ X0. 70  =  0. 45 

(85)  Hoisting 72X0.008  =  0.58 

(88)     Dumping ^X  0.66  =  0.42 

(87)     Lowering 72X0.003  =  0.22 

Total  net  time  per  batch 1 .  67 

Actual  time  including  allowance  for  delays  is  1.67  X  1.30  =  2.17 
minutes. 

The  capacity  of  the  hoist  will  be  =— -  =  221  batches  per  day  of  8 

17  2 
hours  or  221   X  —^=    =  141  cubic  yards  of  concrete. 

Of  course  in  order  to  maintain  the  speed  in  either  example,  the  mixer 
must  be  operated  to  the  capacity  given  and  provision  must  be  made 
for  taking  away  the  Concrete.  Under  exceptionally  good  management, 
the  net  times  of  quick  men  may  be  used  and,  adding  the  same  percentage 
of  delay  as  for  average  men,  the  time  of  operation  is  reduced  to  1.52 
minutes,  with  a  consequent  increase  in  output  to  201  cubic  yards  per  day. 

Handling  Concrete  with  Derricks.  Items  (45)  to  (55),  page  420. 
Derrick  work  for  handling  materials  has  been  described  on  page  392. 
This  applies  to  handling  where  the  stockpile  and  the  dumping  platform 
have  no  very  great  difference  in  levels.  The  times  given  for  the  derrick 
work  can  be  applied  to  the  handling  of  the  concrete  as  well  as  the  raw 
materials;  or  if,  as  suggested,  the  supplying  of  the  mixer  and  the  tak- 
ing away  of  the  concrete  is  done  by  the  same  derrick,  the  time  per 
derrick  load  may  be  readily  computed  by  adding  up  the  units  for 
both  sets  of  operations. 

To  work  a  derrick  to  its  full  capacity,  at  least  two  concrete  buckets 
must  be  provided  so  that  one  may  be  filled  while  another  is  being 
swung  and  emptied.  For  this  arrangement,  it  is  convenient  to  have  a 
short  piece  of  track  placed  crosswise  at  the  mouth  of  the  mixer  with  a 
car  running  upon  it  large  enough  to  hold  the  two  buckets.  The 
derrick  places  the  empty  bucket  on  the  car  and  as  soon  as  the  other 
bucket  is  filled,  the  car  is  moved  by  hand  so  that  the  empty  bucket 
comes  under  the  mixer  and  the  derrick  takes  away  the  full  one. 
When  the  new  bucket  is  full  the  car  is  pushed  in  the  opposite  direc- 
tion. 


LABOR  COSTS  OF  MACHINE  MIXING  403 

If  the  bucket  is  hoisted,  as  in  building  construction,  there  are  two 
additional  operations  of  hoisting  and  lowering,  besides  the  time  swing- 
ing, which  must  be  included  in  figuring  the  time. 

For  work  of  this  character,  the  derrick  either  must  be  placed  on  one 
of  the  floors  already  constructed  and  raised  from  story  to  story,  which 
cannot  be  done  satisfactorily  except  in  a  steel  frame  building,  or 
else  placed  on  an  elevated  framework. 

Derricks  have  been  used  in  building  construction  for  dumping  directly 
into  the  floor  forms  instead  of  into  a  hopper  from  which  the  concrete 
is  handled  by  barrows.  The  time  lost  in  placing  the  bucket  exactly 
where  required  is  apt  to  overbalance  the  time  of  wheeling  the  concrete 
a  short  distance.  Then,  too,  the  derrick  limit  is  too  short  to  work 
effectively  on  a  large  building.  An  elevated  derrick  of  this  kind  is  not 
generally  so  economical  as  a  bucket  hoist.  The  only  advantage  is 
in  its  use  for  hoisting  other  materials,  and  this  usually  can  be  accom- 
plished to  better  advantage  by  an  independent  hoist. 

Wheeling  Concrete  in  Barrows  and  2-Wheel  Hand  Carts.  Items 
(88)  to  (112),  page  422.  Concrete  is  handled  in  barrows  either  direct 
from  the  mixer  or  by  filling  them  from  a  hopper  into  which  the  mixer 
or  the  hoist  bucket  dumps.  The  latter  method,  as  described  on  page 
399,  is  much  more  economical  because  the  mixer  does  not  have  to 
wait  to  fill  barrows.  The  barrows  are  also  more  quickly  and  evenly 
filled  from  a  gate  than  from  the  mixer. 

The  time  and  cost  of  handling  depends  largely  on  the  size  of  the 
barrow  used.  It  is  economical  to  use  as  large  a  barrow  as  can  be 
handled  conveniently  by  one  man.  If  a  2-wheel  hand  cart  is  used, 
the  run  must  be  made  wide  enough  for  both  wheels  and  turnouts 
provided  so  that  the  carts  can  pass  each  other.  The  unit  times  for 
two  sizes  of  barrows  are  given  but  the  same  method  can  be  employed 
for  figuring  the  time  and  cost  with  barrows  of  other  sizes.  The 
ordinary  contractor's  barrow,  although  having  an  average  capacity  of 
about  3  cubic  feet  of  sand,  holds  on  the  average  only  about  1 . 9  cubic 
feet  of  plastic  concrete  or  1 . 3  cubic  feet  of  very  wet  concrete  measured 
in  place.  The  actual  barrow  measurement  is  more  than  this,  since  the 
water  in  very  wet  concrete  has  considerable  bulk.    (See  p.  260). 

A  2-wheel  hand  cart,  such  as  a  Ransome  cart  of  6  cubic  feet 
capacity  water  measure,  holds  on  the  average  about  4.5  cubic  feet  of 
very  wet  concrete  measured  in  place.  This  provides  for  filling  the 
concrete  to  within  about  6  to  8  inches  of  the  top,  the  remaining  differ- 
ence in  measure  being  due  to  the  excess  water.  Digitized 
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by  Google 
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The  operations  of  wheeling  are  given,  therefore,  in  terms  of  an  ordi- 
nary barrow  holding  1 . 3  cubic  feet  of  concrete,  2- wheel  hand  carts  of 
4 . 5  cubic  feet  capacity,  and  also  in  terms  of  per  cubic  yard  of  concrete 
when  handled  in  each  size  of  barrow.  The  times  for  barrows  of  other 
capacities  can  be  obtained  by  interpolation.  The  simplest  way  to 
determine  the  capacity  of  a  barrow  of  concrete  is  to  count  the  number 
of  barrows  required  to  carry  off  a  batch  of  concrete  made  with  given 
quantities  of  materials.  Knowing  the  number  of  bags  of  cement  and 
the  proportions,  the  quantity  of  concrete  per  batch  can  be  obtained 
from  Table  25,  page  154. 

Beginning  with  Item  (88),  page  422,  the  times  for  an  ordinary 
barrow  are  represented  by  the  first  five  items,  (88)  to  (92).  If  the  con- 
crete is  wheeled  a  distance  of  100  feet,  Item  (90)  must  be  doubled, 
thus  giving  a  total  net  time  of  1.46  minutes  per  round  trip  of  barrow 
when  it  is  filled  from  the  mixer.  If  filled  from  hopper,  Items  (93) 
and  (94)  must  be  substituted  for  Items  (88)  and  (89),  and  the  time 
will  be  0 .  08  minutes  less  or  1 .  38  minutes.  The  times  also  are  given  in 
terms  of  per  cubic  yard  of  concrete,  including  placing  barrow,  so  that 
by  adding  together  Items  (96)  to  (99), — Item  (95)  may  be  used  instead 
of  (96), — the  time  is  obtained  directly  in  terms  of  per  cubic  yard  of  con- 
crete. 

The  operations  for  2-wheel  hand  carts  are  taken  up  in  a  similar 
manner,  Items  (100)  to  (112),  page  423. 

Dumping.  The  times  of  dumping,  Items  (91),  (98),  (104),  and 
(111),  pages  422  and  423  apply  to  places  where  the  barrows  or  carts  are 
easily  dumped,  such  as  beams  and  slabs.  Dumping  into  columns  is 
slightly  more  difficult,  and  requires  about  25  per  cent  longer.  To 
avoid  confusion,  however,  this  difference  is  not  indicated  in  the 
table. 

The  time  per  cubic  foot  shoveling  concrete  from  barrows  is  given  in 
Item  (137),  page  424. 

Example  H:  What  will  be  the  average  actual  time  and  cost  per 
cubic  yard  of  concrete,  filling  2-wheel  hand  carts  from  hopper,  wheeling 
100  feet,  and  dumping  to  beam  and  slab  forms,  with  labor  at  20  cents 
per  hour? 

Solution:  The  example  may  be  solved  either  by  finding  from  Items 
(102)  to  (107)  the  actual  time  per  cart  and  multiplying  by  the  number 
of  cart  loads  per  cubic  yard;  or  by  finding  the  time  per  cubic  yard  direct 
from  Items  (109)  to  (112).  The  times  for  both  ways  are  given  on 
page  405  in  separate  columns. 
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Item 


Operation 


(106) 
(107) 
(102) 
(104) 
(105) 
(103) 


Place  cart  at  hopper 

Fill  cart  at  hopper 

Turn  ready  to  wheel 

Dump  into  beams  and  slabs. . 

Turn  empty  cart 

Wheel  100  feet  round  trip  at 
0.53X2  = 


Total  time  per  cart . 


Actual  Time 
per  Cart 


0.11  min. 
0.18  min. 
0.10  min. 
0.28  min. 
0.06  min. 

1.06  min. 

1.79  min. 


Item 


(109) 

(HI) 
(112) 

(110) 


Actual  Time 
per  Cubic  Yard 


2.35  min. 

1.68  min. 
0.34  min. 

6.33  min. 


per  cu.  yd.  10.70  min. 


To  compare  the  two  totals,  we  may  compute  from  the  first  the  total 

27 

time  per  cubic  yard  as  1.79  X  -r-=-  =  10.74  minutes.    This  checks  sub- 

4.5 

stantially  with  the  other  time  of  10.70  minutes,  which  was  found  directly 

in  terms  of  per  cubic  yard. 

To  find  the  cost,  multiply  the  time  by  the  rate  per  minute,  which, 
for  20  cents  per  hour,  is  $0.0033;  but  to  this  rate  must  be  added  15  per 
cent  for  foreman  and  15  per  cent  extra  for  superintendence,  overhead 
charges,  etc.,  making  a  total  rate  per  minute  of  $0.00442.  The  cost 
per  cubic  yard  of  concrete,  therefore,  is  10.70  X  $0.00442  =  $0,047. 
This  is  for  average  conditions  and  does  not  include  profit. 

Example  15:  What  will  be  the  cost  of  wheeling  above  that  in  last 
example  if  concrete  is  dumped  direct  from  mixer? 

Solution:  The  items  are  all  the  same  except  the  second  for  which 
values  in  Item  (101)  are  substituted: 


1 

Item     1                                        Operation 

Actual  Time 
per  Cart 

0.22  min. 

Time  per 
Cubic  Yard 

(101) 

Fill  cart  at  mixer 

1.32  mm. 

Substituting  these,  gives  a  difference  of  +0 .  04  minutes  per  cart  or  0 .  24 
minutes  per  cubic  yard,  which  at  the  rate  of  $0.00442  per  minute 
gives  an  extra  cost  of  $0 .001  per  cubic  yard.  The  extra  cost  of  the 
mixer  and  mixer  gang  will  be  much  greater  than  this  because  the  mixer 
must  wait  while  the  barrows  are  being  changed. 

Example  16:  What  will  be  the  cost  in  Example  14  if  ordinary 
wheelbarrows  are  used  holding  1 .3  cubic  feet  of  very  wet  concrete? 

Solution:  Giving  the  different  items,  as  in  Example  14,  both  per  cart 
and  per  cubic  yard: 
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Item 

Operation 

Actual  Time 
per  Barrow 

Item 

Actual  Time 
per  Cubic  Yard 

(93) 
(94) 
(91) 
(92) 

Place  barrows  at  hopper. . 

Fill  barrow  from  hopper 

Dump 

0.14  min. 
0.08  min. 
0.28  min. 
0.08  min. 

1.06  min. 

}    (96) 

(98) 
(99) 

(97) 

4 .  65  min. 
5.88  min. 

Turn  empty  barrow 

1.75  min. 

^90) 

Wheeling  100  feet  including 
return  @  0.53  min 

22.00  min. 

Total  time  per  barrow 1 .64  min.      per  cu.  yd.    34.28  min. 


From  the  column,  where  the  total  time  per  barrow  is  1.64  minutes, 

27 
the  time  per  cubic  yard  is  1.64  X  ~t-^=  34.10  minutes,  which  checks 

substantially  with  the  time  found  directly. 

To  find  the  cost,  multiply  34.28  minutes  by  the  rate  as  found  in 
Example  14,  or  $0.00442,  which  gives  $0,151  as  the  cost  per  cubic  yard. 
This  cost  includes  the  cost  of  foreman,  superintendence,  overhead 
charges,  etc.,  but  does  not  include  profit  or  home-office  expense. 

Example  17:  What  will  be  the  cost  in  the  last  example  if  the  bar- 
rows are  filled  direct  from  the  mixer? 

Solution:  Items  are  all  the  same  except  the  first  two,  which  from 
page  422,  will  be  0.34  minutes  per  barrow  or  7. 11  minutes  per  cubic 
yard  instead  of  0.22  minutes  or  4.65  minutes  respectively. 

This  is  0.12  minutes  greater  per  barrow  than  the  first  two  items 
in  the  last  example  or  2.46  minutes  per  cubic  yard,  and  at  $0.00442 
per  minute  the  cost  is  $0,011  greater  per  cubic  yard  of  concrete. 

Transporting  Concrete  in  Carts  with  Horses.  Horses  and  carts 
are  seldom  used  for  hauling  concrete  except  in  special  cases,  as  for 
instance,  in  a  central  mixing  plant  where  small  masses  of  concrete  are 
distributed  over  quite  an  area  or  in  localities  where  it  is  impossible 
to  establish  a  mixing  plant  on  the  work.*  Again,  for  hauls  over  300 
or  400  feet,  where  roads  are  good  but  it  is  inconvenient  to  lay  tracks, 
horses  and  carts  are  used  frequently.  On  page  346,  a  description  is 
given  of  a  central  plant  from  which  concrete  was  hauled  over  a  mile 
by  teams.  Under  the  conditions  existing  there,  the  work  was  carried  on 
economically.  But  in  the  general  run  of  concrete  work  it  is  either  im- 
possible or  not  economical  to  construct  suitable  roads. 

Approximate  times  and  costs  are  given  in  Table  55,  page  312. 


*In  some  of  the  "cut  and  cover"  work  of  the  Subway  at  Cambridge,  Mass.,  carts 
were  used  efficiently. 
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Handling  Concrete  in  Cars.  Items  (113)  to  (121),  page  423.  If  the 
concrete  is  handled  in  cars  running  on  a  track,  they  should  be  of  a 
capacity  to  hold  an  entire  batch  dumped  direct  from  the  mixer  or 
from  the  hoist  bucket.  To  avoid  too  frequent  moves,  extra  men  are 
generally  required  to  assist  in  placing  the  concrete  between  the  lines 
of  track. 

Two  sets  of  times  are  given,  Items  (113)  to  (116)  in  terms  of  per 
car,  that  is,  the  time  it  takes  the  gang  handling  the  car  to  perform  each 
operation,  and  another  set,  Items  (117)  to  (121),  page  423,  in  terms  of 
a  cubic  yard  of  concrete  based  on  2  men  being  required  to  operate 
a  car  holding  an  ordinary  batch. 

The  net  time  for  the  round  trip  of  a  car  hauling  concrete  to  a  distance 
of  100  feet,  from  Items  (113)  to  (116),  averages  2.24  minutes,  or, 
allowing  40  per  cent  for  lost  time  and  delays,  3.13  minutes. 

Item  (121)  is  an  approximate  estimate  of  the  extra  time  (expressed 
in  terms  of  one  man)  for  spreading  a  cubic  yard  of  concrete  when 
tracks  are  employed  instead  of  the  wheelbarrow  runs  that  are  more 
easily  moved. 

The  time  moving  the  track  and  placing  the  switches  in  position  is 
a  variable  item  governed  by  the  length  of  haul  and  location  of  the 
dump.  Track  can  generally  be  moved  outside  of  the  regular  working 
hours,  so  as  not  to  interfere  with  the  output  of  the  mixer. 

Handling  Concrete  in  Pails.  Items  (122)  to  (133),  page  424.  On  a 
small  job,  or  in  placing  a  small  quantity  of  concrete  where  the  runs 
for  power  hoists  are  not  available,  it  is  sometimes  convenient  to  carry 
the  concrete  in  pails  or  to  pass  the  pails  from  one  man  to  another. 
Although  this  plan  is  more  apt  to  be  followed  with  hand  mixed  than 
with  machine-mixed  concrete,  there  are  occasions  on  a  job  employ- 
ing machine  mixing  where  it  seems  to  be  the  only  practical  method 
to  follow. 

The  times  handling  concrete  in  pails  are  given  in  terms  of  per 
pail,  Items  (122)  to  (126),  (130),  and  (131),  page  424,  and  can  be 
obtained  so  as  to  estimate  the  time  required  for  any  given  condition 
and  to  determine  the  number  of  men  needed;  also,  in  terms  of  per 
cubic  yard  of  concrete,  Items  (127)  to  (129),  (132),  and  (133),  page424, 
which  can  be  used  differently  for  estimating  the  approximate  costs 
per  cubic  yard.  These  latter  items  allow  for  the  fact  that  the  men 
who  carry  the  buckets  usually  have  to  wait  for  the  empty  buckets  to 
be  returned  to  them. 

On  a  small  job  the  men  may  carry  the  concrete  in  pails  to  a  hoist 
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consisting  of  a  rope  running  over  a  single  block  and  operated  by  a  man 
on  the  stage.  One  or  more  other  men  take  the  pails  at  the  top  and 
dump  them  into  the  wall.  This  character  of  work  is  covered  in  Items 
(122)  to  (129). 

Another  plan  is  to  station  men  on  stages,  at  different  heights  about 
5  feet  apart  vertically,  and  pass  the  pails  from  one  man  to  another. 
This  class  of  work  is  covered  in  Items  (130)  to  (133). 

Example  18:  Suppose  the  mixing  board  is  located  100  feet  from 
the  wall  and  the  concrete  is  hoisted  10  feet  in  pails  by  a  rope  and  sin- 
gle block,  how  many  men  should  be  provided  for  the  gang? 

Solution:  If  the  man  who  carries  waits  for  his  pail  to  be  raised  and 
an  empty  one  to  come  down,  his  net  time  per  round  trip  will  be  the 
sum  of  Items  (123),  (124),  and  (126), or  1 .  10  minutes.  If  three  carry- 
ing men  are  provided,  the  man  who  fills  pails  will  have  to  work  at  a 
speed  of  0.37  minutes  per  pail  instead  of  0.47  minutes.  The  time  of 
the  hoisting  man  for  each  pail  is  represented  by  the  sum  of  Items 
(124)  and  (126)  or  0.18  minutes  per  pail,  and  he  therefore  will  be 
idle  0.37  -  0.18  =  0.19  minutes  between  each  pail.  One  man  can 
dump  concrete,  his  time,  Item  (125),  being  0.28  minutes,  provided 

0  gy  0  28 

he  does  not  have  to  walk  more  than         -  ' — ==10ft.     The 

0 . 0092 

entire  gang  then,  provided  the  man  filling  pails  works  fast,  will  con- 
sist of  six  men. 

Example  19:  What  will  be  the  cost  per  cubic  yard  in  this  case 
for  transporting  the  concrete? 

Solution:    The  time  per  pail  is  0.37  minutes  net,  or,  adding  30  per 

cent  for  delays,  is  0.48  minutes.     Hence  the  time  for  the  gang  is 

27 
6X0.48  =  2.88  minutes  per  pail  or  2.88  X  -^  =  259.2  minutes 

per  cubic  yard.     With  labor  at  20^4  per  hour  and  allowing  15  per  cent 

$0  20 
for  foremen,  this  amounts  to  259 . 2  X      ''      X 1 .  15  =  $0 . 99 per  cubic 

yard.  Allowing  an  additional  15  per  cent  for  general  superintendence 
and  overhead  charges,  we  have  $1 .  15  per  cubic  yard  for  transporting 
the  concrete  in  pails  and  dumping  it.  This  does  not  include  the 
mixing  or  tamping  but  simply  the  filling  of  pails  and  carrying  and 
raising  to  place. 

A  similar  result  in  time  is  obtained  by  adding  Items  (127)  and  (128), 
which  gives  the  time  per  cubic  yard  directly  as  282.0  minutes.  The 
difference  between  this  and  the  259.2  minutes  obtained  by  the  other 
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method  is  due  to  the  fact  that  the  gang  is  arranged  more  economically 

than  usual.     If,  on  the  other  hand,  the  man  filling  pails  had  worked 

at  an  average  rate  of  0.47  minutes,  it  would  have  increased  the  time 

0  47 
to 259. 2 X  r-^  =321  minutes.     Again,  if  the  concrete  on  the  stage 

had  required  a  carry  of  30  feet,  2  men  would  have  been  necessary  there, 
and  from  Item  (123)  it  is  evident  that  there  would  have  been  a  con- 
siderable loss  of  time  which  would  have  increased  the  cost.  These 
differences  in  time  ancfycost  clearly  show  the  necessity  for  an  eco- 
nomical arrangement  of  the  gang  so  that  the  men  will  all  be  busy  as 
much  of  the  time  as  possible. 

Example  20:  What  will  be  the  difference  in  net  time  between  the 
method  of  hoisting  20  feet  by  single  block  hoist  and  passing  up  the 
concrete  to  the  same  height? 

Solution:  The  first  method  is  covered  by  Items  (127)  and  (129), 
giving  166.5  minutes  per  cubic  yard,  while  the  second  method  is 
covered  by  Item  (132),  giving  2  X  95 . 4  =  190 . 8  minutes  per  cubic  yard,, 
a  difference  of  24.3  minutes  in  favor  of  the  rope  hoist  for  these  par- 
ticular conditions. 

PLACING  CONCRETE 

Leveling  and  Tamping  Concrete.  Items  (142)  and  (143),  page  424. 
For  leveling  and  tamping  concrete  of  plastic  or  wet  consistency,  a 
man  can  be  assumed  to  handle  a  definite  number  of  cubic  yards  per 
day,  this  being  about  11  cubic  yards  for  plastic  and  18  cubic  yards  for 
wet  concrete. 

For  wet  mixed  concrete  placed  around  reinforcement  in  narrow 
or  shallow  forms,  the  time  and  cost  is  best  estimated  from  different 
observations  of  different  gangs  working  under  ordinary  conditions. 
An  average  of  a  number  of  jobs  of  building  construction  gives  the 
time,  based  on  the  total  day's  work  of  the  gang,  these  being  really 
gross,  as  33  minutes  per  cubic  yard.  The  variation  under  different 
conditions  with  different  factors  is  much  less  than  would  be  expected 
for  such  an  item,  ranging  in  the  jobs  observed  from  22  minutes  per 
cubic  yard  to  55  minutes  per  cubic  yard. 

In  concrete  building  construction  the  number  of  men  spading  and 
ramming  are  apt  to  range  from  3  to  8,  according  to  the  character  of 
the  work  and  the  quantity  of  concrete  mixed  per  day.  Four  may 
be  called  a  usual  number. 
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PERCENTAGES  FOR  REST  AND  DELAY 

The  percentages  allowed  for  rest  and  delay  will  appear  very  high  to 
those  who  are  not  accustomed  to  analysis  of  labor  operations.  For  work 
laid  out  in  a  scientific  manner  these  percentages  may  be  reduced  con- 
siderably, but  they  now  apply  to  average  conditions  on  ordinary  contract 
work.  It  must  be  remembered  that  these  percentages  include  not  only 
the  irregularities  in  the  times  of  different  batches  but  also  allow  for  loss 
of  time  due  to  occasional  stops  and  shutdowns. 

TASK-WORK  IN  CONCRETING 

The  general  principles  that  must  be  applied  in  the  introduction  of 
task- work  or  piece-work  have  been  discussed  on  pages  75  to  106  and  at 
other  places  in  this  book.  So  few  construction  jobs  are  properly  organized , 
while  fewer  have  even  attempted  the  layout  of  tasks,  or  the  introduc- 
tion of  piece-work,  that  it  is  impossible  to  present  a  full  series  of  unit 
times  that  are  exactly  applicable  to  scientifically  managed  work.  On 
the  other  hand,  the  net  quick  times  given  may  be  readily  altered  to  suit 
special  conditions  and  then  used  with  smaller  percentages  for  rest  and 
delays  than  have  been  adopted  for  the  average  times.  The  percentages, 
or  ratios,  to  be  used  must  be  obtained  in  every  case  by  a  thorough 
study  of  the  work  in  all  its  details. 

DESCRIPTION  OF  MACHINE  MIXING  TABLES 

Table  62  has  been  fully  described  under  the  study  of  "  unit  times" 
in  preceding  pages.  It  is  to  be  used  where  a  study  of  the  different 
operations  is  to  be  made  or  a  gang  is  to  be  organized.  The  other 
tables  have  been  made  up  by  combining  these  unit  times  in  a  proper 
manner  to  give  the  desired  results. 

The  average  times  in  this  table  and  those  that  follow,  as  has 
been  already  stated,  apply  to  average  men  and  average  conditions. 
For  example,  the  net  times  for  average  men  represent  an  average  of 
a  large  number  of  actual  observations  under  ordinary  working  con- 
ditions. The  values,  as  stated  in  a  preceding  paragraph,  do  not 
apply  to  exceptionally  fast  work  by  first-class  men  and  scientifically 
organized  methods.  Exceptionally  quick  times  for  mixing  machinery 
are  referred  to  on  page  399. 

Tables  63  and  64  give  the  net,  average,  and  quick  times  for  mix- 
ing a  4-bag  batch  and  a  2-bag  batch  of  1:2:4  and  1:2^:5  concrete. 
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Other  proportions  of  mix  may  be  closely  estimated  from  these  values. 
These  times  vary  with  the  different  conditions  of  loading  and  dump- 
ing. Nine  different  cases  are  analyzed,  the  times  required  per  batch 
to  mix  are  given  and  the  output  of  the  machine  for  each  condition. 
In  Case  I,  where  the  mixer  is  charged  by  loading  tray,  the  oper- 
ation of  mixing  consists  of  four  items.  Two  of  these,  "raise  tray" 
and  "mix  and  wet"  are  constant  for  all  sizes  of  batch,  while  the  other 
two  items.  " charge"  and  "dump  mixer,"  vary  with  the  quantity. 
The  "loading  tray"  is  simply  a  tray  or  bucket  so  rigged  that  it  may 
be  lowered  and  filled  by  wheelbarrows  or  other  vehicles  and  then 
raised  and  dumped  into  the  mixer.  With  this  arrangement,  very 
little  time  of  either  the  loading  or  mixing  gang  is  wasted. 

In  Case  II,  where  the  materials  are  each  dumped  separately  into 
the  mixer,  the  time  of  charging,  and  therefore  of  the  whole  operation, 
is  much  longer.  Here,  there  is  only  one  constant  operation, — "mix  and 
wet," — all  the  others  varying  with  the  size  of  batch  and  the  propor- 
tions of  the  concrete. 

Where  the  materials  are  dumped  directly  from  hopper  to  mixer 
and  the  concrete  from  mixer  to  hopper  or  car,  as  in  Case  III,  the  max- 
imum output  per  day  is  obtained.  Here  both  the  times  charging 
and  dumping  are  as  short  as  it  is  possible  to  make  them  for  the  gang 
assumed  unless  the  design  of  the  mixer  permits  quicker  unit  operations. 
Where  the  materials  are  dumped  from  mixer  to  wheelbarrows,  as 
in  Case  IV,  the  mixer  must  tip  back  after  each  load,  wasting  a  great 
deal  of  time,  so  much,  in  fact,  that  the  output  per  hour  is  only  about 
one-third  of  what  it  is  when  the  mixer  dumps  directly  into  hopper. 

If  the  mixer  is  charged  by  barrows  and  dumps  into  barrows,  Case 
V,  the  time  required  for  the  whole  operation  of  mixing  is  nearly  4 
times  as  much  as  is  required  by  Case  III,  where  the  materials  and  con- 
crete are  handled  as  complete  batches.  Besides  the  extra  time 
required  for  tipping  back  mixer  after  each  barrow  load  is  discharged, 
is  the  time  required  for  each  charging  barrow  to  dump  its  load  of 
sand  or  stone  and  then  get  out  of  the  way  for  the  next  barrow. 
Comparing  Case  VI,  where  the  mixer  is  charged  from  hopper  and 
discharged  into  barrows,  with  Case  V,  where  the  mixer  is  charged  by 
barrows,  it  is  evident  that  the  manner  of  dumping  the  mixer  has  a 
greater  influence  on  the  total  time  of  mixing  than  has  the  manner  of 
charging. 

In  Case  VII  the  mixer  is  charged  by  barrows  and  discharged  into 
2- wheel  hand  carts.     Only  about  one-third  the  time  is  required  to 
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discharge  the  mixer  into  these  carts  that  is  required  by  wheelbarrows, 
because  of  their  larger  capacity. 

The  mixer  in  Case  VIII  is  charged  by  the  loading  tray  and  dis- 
charged into  2-wheel  hand  carts,  and  in  Case  IX  is  charged  from  hopper. 
The  total  output  is  practically  the  same,  since  the  charging  item  is 
such  a  small  percentage  of  the  whole  time. 

The  following  examples  illustrate  the  different  uses  to  which  Tables 
63  and  64  can  be  applied. 

Example  21:  What  is  the  difference  in  time  required  to  mix  a 
4-bag  batch  of  1 :2}  :5  concrete  where  the  mixer  is  charged  by  barrows 
and  discharges  into  barrows,  and  where  it  is  charged  by  loading  tray 
and  dumps  into  hopper? 

Solution:  From  Table  63,  Case  V,  the  actual  time  per  gang  of 
average  men  required  to  mix  a  batch  of  1:2}  :5  concrete,  where  the 
mixer  is  charged  by  barrows  and  dumped  into  barrows,  is  10.03  min- 
utes, and  from  Case  I,  where  the  mixer  is  charged  by  loading  tray  and 
dumps  into  hopper,  the  time  required  is  only  2 .  93  minutes.  It  there- 
fore takes  7.10  minutes  longer  in  Case  V  than  in  Case  I. 

Example  22:  How  much  smaller  is  .the  output  per  hour  of  1:2:4 
concrete  for  a  2-bag  than  for  a  4-bag  batch  mixer,  the  mixer  being 
charged  by  cars  and  dumped  into  2-wheel  hand  carts? 

Solution:  From  Table  64,  Case  IX,  the  output  is  9 .  35  cubic  yards 
per  hour  and  from  Table  63,  Case  IX,  the  output  is  12 .  74  cubic 
yards  per  hour.  The  hourly  output  is  3 .  39  cubic  yards  greater  for 
the  4-bag  than  for  the  2-bag  mixer. 

Example  23:  What  is  the  difference  in  output  per  hour  for  a  4-bag 
batch  mixer  when  mixing  1:2:4  and  1:2}  :5  concrete,  where  mixer  is 
charged  by  barrows  and  discharged  into  2-wheel  hand  carts? 

Solution:  From  Table  63,  Case  VII,  the  output  for  1:2:4  con- 
crete is  7.22  cubic  yards  per  hour  and  for  1:2} :5  concrete  7.90  cubic 
yards  or  0.68  cubic  yards  more  per  hour  for  1:2} :5  concrete. 

Tables  65  and  66  give  the  costs  of  mixing  and  of  mixing  machinery 
for  average  and  for  quick  men  per  cubic  yard  of  concrete ,  under 
the  different  conditions  assumed  in  Tables  63  and  64.  The  out- 
puts per  hour  and  the  time  per  gang  for  these  outputs  are  taken  di- 
rectly from  Tables  63  and  64.  The  cost  of  fuel  is  based  on  a  value 
of  $4.00  per  ton  for  coal,  or  $0.03  per  cubic  yard  of  concrete.  This 
value  is  assumed  the  same  for  all  outputs  of  all  mixers.  The  cost 
of  machinery,  from  an  example  on  page  342,  is  taken  at  $7 .34  per  day 
for  a  4-bag  batch  mixer  and  $4.89  per  day  for  a  2-bag  batch  mixer, 
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assuming  100  8-hour  working  days  per  year.  The  cost  of  machinery 
per  day  divided  by  the  daily  output  gives  the  machinery  cost  per  cubic 
yard.  The  items  in  the  tables  for  machinery  costs  include  the  $0.03 
per  cubic  yard  for  fuel. 

The  cost  of  labor  is  taken  at  20  cents  per  hour  and  15  per  cent  is 
added  for  the  cost  of  the  foreman  and  15  per  cent  extra  for  general 
superintendence,  overhead  charges,  etc. 

The  cost  of  machinery  and  fuel  plus  the  labor  cost  gives  the  total 
cost  of  mixing  per  cubic  yard  of  the  concrete. 

The  uses  for  the  Tables  65  and  66  are  shown  by  the  following 
examples. 

Example  24'  What  would  be  the  cost  per  cubic  yard,  including 
machinery  charges,  of  mixing  1:2^:5  concrete  when  the  4-bag  batch 
mixer  is  charged  by  cars  and  dumped  into  a  hopper? 

Solution:  From  Table  65,  Case  III,  the  cost  of  mixing  per  cubic 
yard  of  concrete  for  average  men  is  $0.18  and  for  quick  men $0.13. 
This  does  not  include  supplying  materials  to  mixer  or  hauling  or  placing 
the  concrete. 

Example  25:  How  much  greater  would  be  the  cost  in  Example 
24  if  the  concrete  was  mixed  in  a  2-bag  batch  mixer? 

Solution:  From  Table  66,  Case  III,  the  cost  of  mixing  in  the 
2-bag  batch  mixer  per  cubic  yard  of  concrete  for  average  men  is 
$0.23  and  for  quick  men  $0.17.  Hence,  for  average  men  the  cost 
per  cubic  yard  is  $0.05  greater,  and  for  quick  men  $0.04  greater 
where  mixed  in  a  2-bag  batch  mixer  than  where  mixed  in  a  4-bag  batch 
mixer. 

Example  26:  How  much  cheaper  is  it  to  mix  1:2|:5  concrete  than 
1:2:4,  when  the  4-bag  batch  mixer  is  charged  by  barrows  and  dumps 
into  2-wheel  hand  carts? 

Solution:  From  Table  65,  Case  VII,  the  total  cost  per  cubic 
yard  for  average  men  of  mixing  1:2^:5  concrete  is  $0.35 and  for  1:2:4 
concrete  is  $0 .  38,  a  difference  of  3  cents  per  cubic  yard. 

Table  67  gives  the  times  and  costs  per  cubic  yard  of  1 :2 \  :5  con- 
crete of  handling  raw  materials  and  concrete.  The  times  are  given 
as  times  of  one  man.  The  table  is  made  up  by  combining  the  proper 
items  from  Table  62  for  the  times  and  multiplying  these  times  by 
the  given  rate  per  hour,  20  cents,  plus  15  per  cent  allowance  for  foreman, 
and  15  per  cent  extra  for  general  superintendence,  overhead  charges, 
etc.  The  table  is  divided  into  two  parts,  the  handling  of  raw  mate- 
rials, and  the  handling  of  concrete.     In  the  first  part,  Group  I,  the 
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times  and  the  costs  for  handling  sand  and  gravel  in  cars  for  different 
ways  of  loading  the  materials  are  given.  Group  II  gives  the  times 
and  costs  for  handling  sand  and  gravel  or  stone  with  a  derrick,  and 
Group  III  with  wheelbarrows.  Group  IV  gives  the  times  and  costs 
for  handling  cement  in  bags.  In  each  case  an  extra  item  is  given 
for  an  additional  haul. 

In  the  same  table,  Group  V,  the  times  and  costs  of  handling  con- 
crete in  cars  of  i  cubic  yard  (4-bag  batch)  capacity  are  given.  Group 
VI  gives  the  times  and  costs  of  handling  concrete  in  2-wheel  hand 
carts  for  different  conditions  of  filling  and  emptying  the  carts.  The 
times  and  costs  of  handling  concrete  in  ordinary  barrows  under  dif- 
ferent conditions  of  loading  are  given  in  Group  VII.  These  times  and 
costs  are  much  larger  than  in  Group  VI  where  the  concrete  is  handled 
by  2-wheel  hand  carts  because  of  the  extra  time  required  to  load. 
Group  VIII  gives  the  times  and  costs  for  handling  the  concrete  with 
pails.  In  each  of  these  groups,  an  item  for  additional  haul  or  carry 
is  given.  Group  IX  gives  the  times  and  costs  for  leveling  and  tamp- 
ing the  concrete  in  place. 

These  groups  of  items  may  be  combined  to  give  the  total  cost  of 
the  concrete  in  place,  exclusive  of  materials,  plant  cost,  and  mixing. 
The  following  examples  sfrow  how  this  may  be  done. 

Example  27:  What  is  the  actual  time  for  average  men,  reduced 
to  the  time  of  one  man,  and  what  is  the  cost  per  cubic  yard  to  handle 
the  sand,  gravel,  and  cement  for  a  cubic  yard  of  1  '2\  :5  concrete? 
The  sand  is  wheeled  50  feet  in  wheelbarrows,  the  gravel  loaded  from 
flat  car  into  car  and  pushed  50  feet  and  the  cement  is  carried  150 
feet  in  bags. 

Solution:  The  solution  can  best.be  made  by  tabulating  the  sev- 
eral groups. 


From  Table  67,  page  434. 


Group  III 
Group  I 

Group  IV 


Sand  wheeled  50  feet  in  wheelbarrows . . 
'  Gravel  loaded  from  flat  cars  into  car 

pushed  25  feet 

%  Push  car  additional  25  feet 

f  Carry  cement  in  bags  50  feet 

\  Carry  cement  additional  100  feet 


and 


Total 53.29 


Time 


8.31 

27.83 

1.77 
7.38 
8.00 


Digitized  by 


Goog 


Cost 


$0,037 

0.123 
0.008 
0.033 
0.036 

10.237 
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The  actual  time  for  average  men  to  handle  the  raw  materials  is 
thus  53.29  minutes  which,  at  the  rate  of  20  cents  per  hour  plus  allow- 
ances for  foreman  and  for  general  superintendence,  overhead  charges, 
etc.,  gives  a  total  cost  of  $0,237  per  cubic  yard  of  concrete,  not  in- 
cluding profit. 

Example  28:  What  is  the  total  cost  per  cubic  yard  of  1:2?  :5  con- 
crete, exclusive  of  materials  and  plant,  for  handling  the  raw  mate- 
rials and  mixing  and  placing  the  concrete,  when  sand  and  stone  are 
unloaded  from  flat  cars  into  cars,  pushed  100  feet,  and  dumped  into 
mixer;  cement  is  carried  50  feet  in  bags;  concrete  mixed  in  a  4-bag 
batch  mixer  and  carried  100  feet  from  mixer  to  place  by  barrows? 

Solution:    The  several  groups  are  tabulated  below. 

From  Table  67,  page  434. 


I 


Cost 


Group  I 

Group  IV 
Group  VII 
Group  IX 
From  Table 
Group  VI 


f  Sand  unloaded  from  flat  car  and  pushed  25  feet . 

J  Push  car  additional  75  feet 

1  Stone  unloaded  from  flat  car  and  pushed  25  feet . 
[  Push  car  additional  75  feet 

Carry  cement  50  feet  in  bags 

f  Wheel  concrete  50  feet  in  ordinary  barrows 

\  Wheel  concrete  additional  50  feet 

Level  and  tamp  concrete 


65,  page  432 

Mixing  in  4-bag  batch  mixers 

Total  cost  of  concrete  per  cubic  yard,  exclusive  of 
materials  and  plant 


$0,049 
0.024 
0.123 

.0.024 
0.033 
0.114 
0.048 
0.145 


0.260 
$0,820 


The  total  cost  of  the  concrete  per  cubic  yard  in  place  is  therefore 
$0,820.     This  does  not  include  cost  of  materials  or  plant  charges. 

Table  68  gives  the  total  costs  per  cubic  yard  of  mixing  and  plac- 
ing concrete  for  given  outputs  per  hour  with  a  2-bag  batch  and  a 
4-bag  batch  mixer.  It  illustrates  the  high  cost  of  running  a  plant 
with  a  small  output.  The  sand  and  stone  are  wheeled  50  feet  in  bar- 
rows and  dumped  into  a  loading  tray.  The  concrete  is  wheeled  from 
a  hopper  50  feet  to  place  in  barrows.  The  number  of  men  for  each 
operation  required  to  handle  the  materials  for  a  given  output  of  con- 
crete per  hour  are  figured  from  the  times  of  one  man  for  the  different 
operations  as  given  in  Table  67.  The  labor  cost  for  each  item  is 
then  figured  and  the  plant  costs  for  machinery  taken  from  page  342 
and  for  tools,  runs,  etc.,  from  page  367.  The  sum  of  the  labor,  plant, 
and  fuel  costs  is  the  total  cost  per  cubic  yard  of  the  concrete  in  place. 
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exclusive  of  cost  of  materials.     The  following  example  shows  the  use 
of  this  table. 

Example  29:  For  a  given  output  of  8  cubic  yards  of  1 :2^:5  concrete 
per  hour,  is  it  cheaper  to  use  a  2-bag  batch  or  a  4-bag  batch  mixer? 

Solution:  The  total  cost  per  cubic  yard  of  the  concrete  in  place, 
exclusive  of  the  cost  of  the  materials  themselves,  for  an  output 
of  8  cubic  yards  per  hour  when  mixed  in  a  2-bag  batch  mixer,  is 
$0.77  and,  when  mixed  in  a  4-bag  batch  mixer,  is  $0.81.  It  is  there- 
fore $0.04  per  cubic  yard  cheaper  to  use  the  smaller  mixer. 

Tables  69  and  70  give  the  total  cost  of  labor  and  of  plant  per 
cubic  yard  of  1:2^:5  concrete  in  place  for  mixing  and  placing  concrete 
under  the  specified  conditions.  They  are  practically  a  summary  of 
the  preceding  tables.  The  outputs  are  taken  as  given  in  Tables 
63  and  64,  pages  425  and  428.  The  sand,  gravel,  and  concrete  are 
wheeled  about  50  feet.  Different  conditions  of  wheeling,  of  charg- 
ing and  discharging  mixer  and  of  wheeling  concrete  are  assumed. 
Under  these  different  conditions,  the  costs  of  wheeling  the  raw  mate- 
rials and  the  concrete  as  well  as  the  cost  of  placing  are  obtained  from 
Table  67,  page  434,  and  the  costs  of  mixing  from  Tables  65  and  66, 
pages  432  and  433.  The  plant  cost  for  the  mixing  machinery  is  given 
on  page  342  and  for  the  tools,  runs,  etc.,  on  pages  367  to  370.  A 
constant  fuel  cost  for  all  outputs  is  taken  at  $0.03  per  cubic  yard. 
This  is  based  on  a  cost  of  coal  of  $4.00  per  ton.  These  tables  are 
used  in  comparing  the  cost  of  concrete  for  different  ways  of  handling 
the  raw  materials  and  the  concrete. 

The  following  example  explains  the  way  in  which  the  tables  may 
be  used. 

Example  80:  Is  it  cheaper  to  handle  the  raw  materials  for  a  4- 
bag  batch  of  1 :2J  :5  concrete  by  cars  dumping  directly  into  the  mixer 
or  by  wheelbarrows  dumping  into  a  loading  tray  where  the  concrete 
is  handled  by  barrows  from  a  hopper? 

Solution:  From  Table  69,  where  the  mixer  is  fed  by  cars  and  dis- 
charges into  a  hopper  from  which  ordinary  wheelbarrows  take  the 
concrete,  the  cost  of  concrete  per  cubic  yard  in  place  is  $0 .  62.  Where 
the  mixer  is  charged  by  loading  tray  into  which  the  barrows  are 
dumped  and  is  discharged  into  hoppers  and  from  hoppers  to  barrows, 
the  cost  is  $0 .  66  per  cubic  yard  of  concrete  in  place.  It  is  therefore 
$0.04  a  yard  cheaper,  where  the  mixer  has  a  loading  tray  to  use  cars 
than  barrows,  if  the  concrete  is  handled  alike  in  both  cases.  The  differ- 
ence in  cost  is  thus  scarcely  appreciable. 
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Table  71  gives  the  cost  of  concrete  per  cubic  yard  in  place  for  dif- 
ferent costs  of  plant,  including  installation,  and  different  costs  of  labor 
per  day.  A  yearly  cost  of  one-quarter  the  initial  value  of  the  plant 
is  taken  and  the  number  of  working  days  a  year  assumed  to  be  100. 
The  yearly  cost  of  the  plant  divided  by  100  times  the  daily  capacity 
gives  the  plant  cost  per  cubic  yard.  The  cost  of  labor  per  day  divided 
by  the  daily  capacity  of  the  plant  gives  the  labor  cost  per  cubic  yard. 
The  labor  cost  includes  the  cost  of  fuel. 

The  use  of  the  table  is  shown  by  the  following  example. 

Example  81:  If  the  cost  of  plant  is  $1000  and  the  daily  cost  of 
labor  $40  for  an  output  of  100  cubic  yards  per  day,  what  are  the  plant 
and  labor  costs  per  cubic  yard? 

Solution:  From  Table  71,  the  plant  cost  per  cubic  yard  for  an 
initial  value  of  $1000  is  $0 .  03  and  the  labor  cost  per  cubic  yard  for 
a  daily  labor  cost  of  $40  is  $0 .  40,  making  a  total  cost  of  $0 .  43  per  cubic 
yard  for  a  daily  output  of  100  cubic  yards. 
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TABLE  62.    TIMES  OF  UNIT  OPERATIONS  (See  p.  384) 

Unless  otherwise  stated,  times  are  expressed  as  the  time  of  one  man,  that  is, 
they  are  to  be  used  direct  and  not  multiplied  by  the  number  of  men  in  the  gang. 

Net  Times  apply  to  continuous  work  with  no  allowance  for  rest  or  other  stops. 

Per  cent  Delay  includes  rests,  stops,  and  delays  which  occur  throughout  an 
average  day's  work. 

Actual  Times  include  allowance  for  rests  and  delays.  When  computing 
costs,  make  allowance  for  superintendence,  overhead  charges,  etc.,  (see  p.  225). 

Average  Men  apply  to  the  men  and  conditions  on  an  ordinary  contract  job. 

Quick  Men  apply  to  men  working  fast  under  exceptionally  good  contract 
conditions  but  not  to  piece-work. 

When  using  net  times  of  quick  men  in  task  or  piece-work,  a  per  cent  must 
always  be  added  for  rest  and  delays.    (See  pp.  102  and  410) 

All  values  given  in  this  table  are  labor  values  and  do  not  include  machinery. 

Proportions  1 :2 J  :5  unless  otherwise  stated. 


No. 


S 

Average  Men 

Quick 
Men 

g 

« 
W 
h 
H 

CO 

a 

H 

Hi 

so 

& 

min. 

min. 

min. 

TRAVELING  (See  p.  384) 


1  Man  walking  with  load  or  returning 

100  feet 

2  Man  walking  with  wheelbarrow,  each 

way  100  feet 

3  ]  Horse  walking  with  cart,  100  feet 


0.46 

0.48 
0.41 


30 

10 
10 


0.60 

0.53 
0.45 


0.32 

0.33 
0.29 


SCREENING  SAND  AND  GRAVEL  BY  HAND  (See  p.  385) 


8 

9 

10 


Throwing  gravelly  sand  to  screen  per 
cubic  yard  of  unscreened  sand  (not 

including  moving  screen,  etc.) 

*Screenin  £  sand  to  remove  small  stones 
per  cubic  yard  of  screened  sand . . 

Throwing  gravel  to  screen  per  cubic 
yard  of  unscreened  gravel  (not  in- 
cluding moving  screen,  etc.) 

Shoveling  away  coarse  stuff  from 
screen  and  odd  work  (included  in 
following  item) 

Screening  gravel  to  remove  coarse 
stones  per  cu.  yd.  of  screened  gravel 

fScreening  gravel  to  remove  sand  per 
cu.  yd.  of  screened  gravel 

Screening  gravel  to  separ  ate  sizes 
(materials  measured  on  both  sides 
of  screen) 


cu.  yd. 
cu.  yd. 

cu.  yd. 

cu.  yd. 
cu.  yd. 
cu.  yd. 

cu.  yd. 


18.9 
25.8 

25.3 

21.5 
34.5 
72.2 

36.1 


30 
30 

30 

30 
30 


24.6 
33.5 

32.9 

28.0 
44.8 


30    !  93.8 


30    I  46.9 


13.2 
18.0 

17.7 

15.1 
24.1 
50.5 

24.3 


♦Same  as  preceding  item,  except  includes  occasional  moving  of  screen,  shovel- 
ing away  coarse  stuff,  etc. 

tTime  is  based  on  measurement  of  gravel  after  screening.  Gravel  is  taken 
as  50  per  cent  sand,  hence  if  both  sand  and  gravel  are  measured  time  would 
be  one-half  that  given.    See  next  item. 


LABOR  COSTS  OF  MACHINE  MIXING 


419 


TABLE  62.    TIMES  OF  UNIT  OPERATIONS— Continued 

(See  important  note  on  p.  418,  also  p.  382)  . 


Item 

g 

s 
p 

H 
o 
55 
W 
OS 
H 
6. 
W 

Average  Men 

Quick 
Men 

No. 

00 

W 

a 
H 

H 

W 

Be 

h  8 
«a 

P^ 

mln. 

min. 

min. 

UNLOADING  FLAT  CARS 


11 
12 
13 
14 


*Shovel  sand  from  open  flat  cars  (no 

sides) 

*Shovel  gravel  or  stone  from  open  flat 

cars  (no  sides) 

*Shovel  sand  over  sides  of  car  to  pile 

or  bin 

*Shovel  gravel  or  stone  over  sides  of 

car  to  pile  or  bin 


cu.  ft. 

cu.  ft. 

cu.  ft. 

cu.  ft. 


0.18 
0.27 
0.48 
0.69 


30 
30 
30 
30 


0.23 
0.35 
0.62 
0.90 


0.12 
0.19 
0.33 
0.48 


HAULING  SAND  AND  GRAVEL   (See  p.  385) 


15 
16 


Haul  sand  and  gravel  from  bank  in 
carts  (See  table  52,  p.  264)  

Haul  sand  and  gravel  from  bank  in 
barrows  (See  table  50,  p.  261) 


WHEELING  SAND  TO  MIXER,  PER  BARROWf   (See  p.  387) 


17 

Get  ready  to  fill,  etc 

barrow 
barrow 
barrow 
barrow 
barrow 

0.15 
0.75 
0.46 
0.10 
0.50 

50 
50 
10 
50 
10 

0.22 
1.13 
0.51 
0.15 
0.55 

0.11 

18 

Shovel  sand  to  barrow 

0.53 

19 
20 

Wheel  full  barrow  per  100  feet 

Dump 

0.32 
0.07 

21 

Wheel  empty  barrow  per  100  feet . . 

0.35 

WHEELING  SAND  TO  MIXER  IN  BARROW  OF  3  CUBIC  FEET  CAPACITY 
PER  CUBIC  FOOTf  (See  p.  387) 


22 
23 
24 
25 


Get  ready  to  fill,  etc 

Shovel  sand  to  barrows 

Wheel  per  100  feet  including  return. 
Dump 


cu.    ft. 

0.05 

50 

0.07 

cu.     ft. 

0.25 

50 

0.38 

cu.    ft. 

0.32 

10 

0.35 

cu.    ft. 

0.03 

50 

0.04 

0.04 
0.16 
0.22 
0.02 


WHEELING  GRAVEL  OR  STONE  TO  MIXER  PER  BARROW  (See  p.  387) 


26 
27 
28 
29 
30 


Get  ready  to  fill  barrows,  etc 

Shovel  gravel  or  stone  to  barrows . 

Wheel  full  barrow  per  100  feet 

Dump 

Wheel  empty  barrow  per  100  feet. . 


barrow 

0.12 

50 

0.18 

barrow 

1.05 

50 

1.58 

barrow 

0.46 

10 

0.51 

barrow 

0.15 

50 

0.22 

barrow 

0.50 

10 

0.55 

0.08 
0.74 
0.32 
0.08 
0.35 


*Shoveling  continuously  under  good  supervision  on  a  job  like  building 
construction.     Increase  by  50  per  cent  to  allow  for  ' 'soldiering,' '  delays,  etc. 

tBased  on  wheeler  loading  his  barrow.  Extra  loaders  increase  unit  times 
because  of  necessary  waits. 
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TABLE  62.    TIMES  OF  UNIT  OPERATIONS—Continued 

(See  important  notes  on  p.  418,  also  p.  382) 


Average  Men 

Quick 
Men 

Item 

5 

I 

No. 

3s 

h§ 

s 

go 

Is 

a  3 
H 

1 

£ 

pk 

min. 

min. 

min. 

WHEELING  GRAVEL  OR  STONE  TO  MIXER  IN  BARROW  OF  3  CUBIC 
FEET  CAPACITY,  PER  CUBIC  FOOT   (See  p.  387) 


311  Get  ready  to  fill,  etc 

32;  Shovel  gravel  or  stone  to  barrows. . 
33|  Wheel  per  100  feet  including  return. 
341  Dump 


cu.  ft. 

cu.  ft. 

cu.  ft. 

cu.  ft. 


0.05 
0.35 
0.32 
0.04 


50 
50 
10 
50 


0  08 
0.52 
0.35 
0  06 


0.03 
0.24 
0.22 
0.03 


HAULING  SAND  AND  STONE  TO  MIXER  IN  CARS  ON  TRACK 

(See  p.  389) 


35 

36 

37 

38 

39 

40 

41 
42 

43 

44 


Shovel  sand  from  platform  up  into 

car  or  cart 

Shovel  gravel  or  stone  from  platform 

up  into  car  or  cart 

Shovel  sand  from  flat  car  into  car  or 

cart  below 

Shovel  gravel  or  stone  from  flat  car 

into  car  or  cart  below 

♦Dump  sand  for  4-ba§  batch  from  bin 

above  into  measuring  car 

*Dump  gravel  or  stone  for  4-bag  batch 

from  bin  above  into  measurmg  car 

Get  ready  to  start  car,  etc 

*Push  car  on  track  per  100  feet,  in 

eluding  return 

Push  car  100  ft.,  including  return 

(in  time  of  one  man)  (See  p.  390) . . 
Dump  dry  material  for  4-bag  batch 

from  car  to  hopper  or  mixerf  . 


cu.     ft. 

0.55 

50 

0.83 

cu.     ft. 

0.68 

50 

1.02 

cu.     ft. 

0.48 

50 

0.72 

cu.     ft. 

0.69 

50 

1.03 

batch 

0.06* 

50 

0  09* 

batch 
car 

0.15* 
0.31* 

50 
50 

0.22* 
0.46* 

car 

1.56* 

50. 

2.34* 

cu.    ft. 

0.17 

50 

0.26 

cu.  yd. 

0.07* 

50 

0.10* 

0.38 

0.47 

0.33 

0.48 

0.04* 

0.11* 
0.22* 

1.09* 

0.12 

0.05* 


DERRICK  WORK  (See  p.  392) 


45 

46| 

47, 


48, 

49; 

50, 
51 
52; 
53 

54 
55 


Shovel  sand  to  bucket 

Shovel  gravel  or  stone  to  bucket 
*Time  of  shovelers  while  buckets  are 

I    being  changed 

*Hook  bucket 

*Hoist  bucket 

*Swing  bucket  90  degrees  one  way 
♦Swing  bucket  180  degrees  one  way 

*Lower  bucket 

*Place  bucket  (if  necessary) 

*Dump 

*Unhook  bucket 


cu.  ft. 

0.31 

50 

0.46 

cu.  ft. 

0.42 

50 

0.63 

bucket 

0.50* 

50 

0.75* 

bucket 

0.25* 

30 

0.32* 

bucket 

0.21* 

30 

0.27* 

bucket 

0.41* 

30 

0.53* 

bucket 

0.73* 

30 

0.94* 

bucket 

0.20* 

30 

026* 

bucket 

0.32* 

30 

0.42* 

bucket 

0.19* 

30 

0.24* 

bucket 

0.25* 

30 

0.32* 

0.22 
0.29 

0.35* 
0.17* 
0.15* 
0.29* 
0.51* 
0.14* 
0.22* 
0.13* 
0.17* 


♦Multiply  these  times  by  number  of  men  performing  the  operation. 
tSand  and  gravel  or  stone  usually  pushed  in  same  car  from  bins  to  mixer. 
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TABLE  62.    TIMES  OF  UNIT  OPERATIONS— Continued 

(See  important  note  on  p.  418,  also  p.  382) 


s 

Average  Men 

Quick 
Men 

4 

g 

W 

No. 

Item 

s 

w 

W  < 

ga 

a 

a 

& 

2 

Hi 

< 

£ 

tf 

min. 

min. 

min. 

HANDLING  CEMENT  (See  p.  395) 


56  fCut  string  on  cement  bag 

57  jMove  bag  about  2  feet 

58|  Dump  bag  of  cement  into  hopper 
59|  Lift  bag  of  cement  to  shoulder . . 
60  Carry  bag  of  cement  100  feet  includ- 
ing return 

Place  bag  of  cement  on  pile 

Unloading   and    handling    cement 
(see  Table  55,  p.  316) 


61 
62 


0.09 
0.21 

0.83 
0.03 


CHARGING  CONTINUOUS  MIXER  (See  p.  395) 

CHARGING  GRAVITY  MIXER 
(Operations  vary  with  methods,  and  times  may  be  selected  from  times  of 
similar  operations  given  in  various  parts  of  this  table) 

CHARGING  BATCH  MIXER  BY  LOADING  TRAY  OR  HOPPER  (See  p.  397) 


63 
64 

65| 

66 

67 

68 


♦Raise  tray 

♦Dump  tray  or  hopper  into  mixer  per 

one-bag  batch 

*Dump  tray  or  hopper  into  mixer  per 

2-bag  batch 

*Dump  tray  or  hopper  into  mixer  per 

3-bag  batch 

*Dump  tray  or  hopper  into  mixer  per 

4-bag  batch 

*Dump  tray  or  hopper  into  mixer  per 

cubic  yard 


batch 
batch 
batch 
batch 
batch 
cu.  yd. 


0.21' 

on* 

0.22* 
0.33* 
0.44* 
0.57* 


50 
50 
50 
50 
50 
50 


0.15* 
0.08* 
0.15* 
0.23* 
0.31* 
0.40* 


CHARGING   BATCH  MIXER   OR  HOPPER  BY  BARROWS    (See  p.  397) 


69  *Dump  barrow  of  sand. . . 

70  *Turn  barrow 

71  *Dump  barrow  of  stone . 

72  *Turn  barrow 

73*Dump  bag  of  cement. .'. 


barrow 
barrow 
barrow 
barrow 
bag 


0.05* 
0.10* 
0.08* 
0.10* 
0.13* 


50 
50 
50 
50 
50 


08* 

15 

12 

15 

20* 


0.03* 
0.07* 
0.06* 
0.07* 
0.09* 


MIXING   IN   BATCH   MIXER    (See  p.  398) 

74 *Mix  and  wet batch      0.70* 


50 


1.05*      0.49* 


MIXING    IN    CONTINUOUS    MIXER    (See  p.  398) 
(Based  on  time  of  gang  charging) 

MIXING    IN    GRAVITY    MIXER    (See  p.  398) 
(Based  on  time  of  gang  charging) 

♦Multiply  these  times  by  number  of  men  performing  the  operation, 
fit  em  not  often  used  because  done  while  mixing. 
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TABLE  62.    TIMES  OF  UNIT  OPERATIONS— Continued 

(See  important  note  on  p.  418,  also  p.  382) 


No. 


Average  Men 

Quick 
Men 

w 

a 

S 

00 
W 

Z 

* 

•< 

fc 

min.    >               I    min. 

min. 

DISCHARGING  BATCH  MIXER  (See  p.  399  and  for  machinery  costs,  p.  342) 


75  *Tip  mixer  or  spout 

76*Dump   at  one    operation    one-bag 
batch  (5.2  cubic  feet) 

77  *Dump  at  one  operation  2-bag  batch 

(10.4  cubic  feet) 

78  *Dump  at  one  operation  3-bag  batch 

(15.6  cubic  feet) 

79  *Dump  at  one  operation  4-bag  batch 

(20.8  cubic  feet) 

80  *Dump  at  one  operation  per  cu.  yd. 

81*Tipback 

82  *Discharge  into  barrows  of  1.3  cubic 

feet  capacity^ 

83*Discharge  into  2-wheel  hand  carts 
of  4.5  cubic  feet  capacity! 


batch 

0.12* 

50 

0.18* 

batch 

0.09* 

50 

0.14* 

batch 

0.18* 

50 

0.27* 

batch 

0.27* 

50 

0.40* 

batch 
cu.  yd. 
batch 

0.36* 
0.46* 
0.12* 

50 
50 
50 

0.54* 
0.69* 
0.18* 

cu.  yd. 

5.08* 

50 

7.62* 

cu.  yd. 

1.46* 

50 

2.19* 

0.08* 

0.06* 

0.13* 

0.19* 

0.25* 
0.32* 
0.08* 

3.55* 

1.02* 


HOISTING    CONCRETE   IN    VERTICAL   HOISTf  (See  p.  400) 
(Do  not  use  in  cost  computations) 


84  Till  bucket  with  concrete  from  mixer 

85  *Hoist  bucket  per  10  feet  of  height. . 

*Dump  into  hopper 

*Lower  bucket  per  10  feet  of  height . . 


86 
87 


cu.  yd. 

0.70* 

30 

0.91* 

batch 

0.08* 

30 

0.10* 

cu.  yd. 

0.66* 

30 

0.86* 

batch 

0.03* 

30 

0.04* 

0.49* 
0.06* 
0.46* 
0.02* 


WHEELING  CONCRETE  IN  BARROWS  OF  1.3  CUBIC  FEET  CAPACITY* 

(See  p.  403) 


89 
90 
91 
92 
93 

94 

95 


Place  barrow  at  mixer 

Fill  barrow  of  1 .3  cubic  feet 

Wheel  100  feet  one  way 

Dump 

Turn  empty  barrow 

Place  barrow  under  hopper  (may  be 
substituted  for  Item  88) 

Fill  barrow  from  hopper  (may  be  sub- 
stituted for  Item  89) 

Fill  barrow  from  mixer,  including 
placing 


barrow 
barrow 
barrow 
barrow 
barrow 

0.16 
0.08 
0.48 
0.20 
0.06 

40 
40 
10 
40 
40 

0.23 
0.11 
0.53 
0.28 
0.08 

barrow 

0.10 

40 

0.14 

barrow 

0.06 

40 

0.08 

cu.  yd. 

5.08 

40 

7.11 

0.11 
0.06 
0.34 
0.14 
0.04 

0.07 

0.04 

3.55 


•Multiply  these  times  by  number  of  men  performing  the  operation. 

fThe  different  items  come  under  mixer  gang  and  need  only  be  taken  in 
account  when  they  limit  capacity  of  mixer. 

JBarrow  capacities  are  based  on  average  volume  of  wet  concrete  carried. 
Times  include  changing  barrows  and  tipping  mixer. 
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TABLE  62.    TIMES  OF  UNIT  OPERATIONS— Continued 

(See  important  note  on  p.  418,  also  p.  382) 


No 


96 

97 
98 
99 


Item 


Fill  barrow  from  hopper,  including 

placing 

Wheel  per  100  feet  including  return 

Dump 

Turn  empty  barrow 


cu.  yd. 
cu.  yd. 
cu.  yd. 
cu.  yd. 


Average  Men 

w 

8* 

W  < 

< 

min. 

min. 

3.32 

40 

4.65 

20.00 

10 

22.00 

4.20 

40 

5.88 

1.25 

40 

1.75 

Quick 
Men 


sfi 


2.32 

14.00 

2.94 

0.88 


WHEELING   CONCRETE   IN  2-WHEEL  HAND   CARTS   OF  4.5   CUBIC 
FEET    CAPACITY    (See  p.  403) 


100 
101 
102 
103 
104 
105 
106 

107 

108 

109 

110 
111 
112 


Place  cart  at  mixer 

Fill  cart  of  4.5  cubic  feet 

Turn  ready  to  wheel 

Wheel  100  feet  one  way 

Dump 

Turn  empty  cart 

Place  cart  under  hopper   (may  be 
substituted  for  Item  100) 

Fill  cart  from  hopper  (may  be  sub- 
stituted for  Item  101) 

Fill  cart  from  mixer,  including  plac 
ing  and  turning 

Fill  cart  from  hopper,  including  plac- 
ing and  turning 

Wheel  per  100  feet,  including  return. 

Dump 

Turn  empty  cart 


cart 

0.08 

40 

cart 

0.16 

40 

cart 

0.07 

40 

cart 

0.48 

10 

cart 

0.20 

40 

cart 

0.04 

40 

cart 

0.08 

40 

cart 

0.13 

40 

cu.  yd. 

1.86 

40 

cu.  yd. 

1.68 

40 

cu.  yd. 

5.75 

10 

cu.  yd. 

1.20 

40 

cu.  yd. 

0.24 

40 

0.11 
0.22 
0.10 
0.53 
0  28 
0.06 

0.11 

0.18 

2.61 

2.35 
6.33 
1.68 
0.34 


0.06 
0.11 
0.49 
0.34 
0.14 
0.03 

0.06 

0.09 

1.30 

1.18 

4.02 
0.84 
0.17 


HANDLING  CONCRETE  IN  CARS  ON  TRACK,  PER  CAR  (See  p.  407) 


113j*Fill  car  from  mixer  (4-bag  batch)  . . 

114*Get  ready  to  start 

115|*Push  car  on  track  per  100  feet  includ- 
ing return 

116*Dump 


car 
car 


car 
car 


0.60* 
0.31' 

0.78* 
0.55' 


40 
40 

40 
40 


0.84* 
0.43" 

1.09" 
0.77* 


0.42* 
0.22* 

0.55* 
0.39* 


HANDLING    CONCRETE    IN    CARS    HOLDING    ONE    4-BAG    BATCH, 
ON    TRACK     (See  p.  407) 


117 
118 
119 

120 
121 


Fill  car 

Get  ready  to  start 

Push  car  on  track  per  100  feet  includ- 
ing return 

Dump 

Extra  work  placing  concrete  when 
cars  are  used 


cu.  yd. 
cu.  yd. 

1.80 
0.93 

40 
40 

2.52 
1.31 

cu.  yd. 
cu.  yd. 

2.34 
1.65 

40 
40 

3.28 
2.31 

10.00 

1.26 
0.65 

1.64 
1.15 


"Multiply  these  timer  by  number  of  men  performing  the  operation. 
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TABLE  62.    TIMES  OF  UNIT  OPERATIONS— Continued 

(See  Important  note  on  p.  418,  also  p.  382) 


No. 


Item 


Unit 

Average  Men 

8 
» 

01 

a 

W  < 
O  J 

w 

£ 

Oh 

<l 

tf 

min. 

min. 

Quick 
Men 


a 
min. 


HANDLING    CONCRETE   IN   PAILS,    PER   PAIL    (See  p.  407) 


122 
123 
124 

125 
126 


Fill  pail 

Carry  pail  per  100  feet  and  return . 

Hoist  pail  per  10-foot  lift,  actual 

time  hoisting  with  single  block . . 

Dump ^ 

Lower  pail  per  10  feet 


pail 
pail 

pail 
pail 
pail 


0.47 
0.92 

0.13 
0.28 
0.05 


30 
30 

30 
30 
30 


0.61 
1.20 

0.17 
0  36 
0.07 


0.33 
0.64 

0.09 
0.20 
0.04 


HANDLING  CONCRETE  IN  0.3  CU.  FT.  PAILS,  PER  CU.  YD. 
(See  p.  407) 


127 rFill  pails,  hoist  10  feet  and  dump 

128  Carry  pails  100  feet  including  return 

129  Hoist  pails  each  additional  10  feet . 


cu.  yd. 
cu.  yd. 
cu..  yd. 


134.1 

82.8 
32.4 


30 
30 
30 


174.4 

107.6 

42.1 


93.9 
58.0 
22.7 


LIFTING  CONCRETE  BY  PASSING  IN  0.3  CU.  FT.  PAILS  FROM  MAN 
TO    MAN    (See  p.  407) 

0.74 
0.64 
66.8 
58.0 


130 
131 
132 
133 


Fill  pail  and  pass  10  feet  of  height. . 
Carry  pail  100  feet,  including  return. 
Fill  pails  and  pass  10  feet  of  height . . 
Carry  pails  100  feet  including  return 


1.06 
0.92 
95.4 

82.8 


30 
30 
30 
30 


1.38 
1.20 
124.0 
107.6 


SHOVELING  CONCRETE 


134 
135 
136 

137 

138 
139 
140 

141 


Shovel  to  barrow  from  floor 

Shovel  to  carts  or  cars  from  floor. 
Shovel  to  hole  in  floor  from  floor  or 

tray 

Shovel  to  curtain  wall  from  barrow 

or  tray 

Hoe  from  hopper 

Change  place  of  barrow 

Change  place  of  barrows,  capacity 

1 . 3  cubic  feet 

Clean  floor  and  change  location,  in 

filling  curtain  wall 


cu.  yd. 
cu.  yd. 

cu.  yd. 


cu.  yd. 
cu.  yd. 
barrow 

cu.  yd. 

cu.  yd. 


15.0 
20.6 

24.9 

30.2 
16.2 
0.24 

5.0 

1.2 


30 
30 

30 

30 
30 
30 

30 

30 


19.5 
26.8 

32.4 

39.3 
21.1 
0.31 

6.5 

1.5 


10  5 
14.4 

17.4 

21.1 
11.3 
0.17 

3.50 

0.84 


PLACING   CONCRETE    (See  pM09) 


142 
143 
144 


Level  and  tamp  concrete,  plastic 
consistency 

Level  and  tamp  concrete,  wet  con- 
sistency   

Move  section  of  run  11  feet  in  length 


cu.  yd. 

cu.  yd. 
cu.  yd. 


40.7 

25.4 
2.20 


30 

30 
30 


53.0 


28.5 


33.0  |      17  S 


2  86 


1.5 


*  This  includes  time  of  man  at  hoist  or  0.55  minutes  per  pail  =  50.3  minutes 
per  cubic  yard. 
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TABLE  63.     AVERAGE  TIMES  AND  OUTPUTS  PER  BATCH 
OF  CONCRETE  FOR  4-BAG  BATCH  MIXEftS  (See  p.  410) 

Proportions  1 :2:4,  have  4  bags  cement  to  7.6  cu.  ft.  sand  to  15.2  cu.  ft.  stone. 

Proportions  1 :2£:5,  have  4  bags  cement  to  9.5  cu.  ft.  sand  to  19  cu.  ft.  stone. 

Other  proportions  of  mix  may  be  closely  estimated  from  these  values. 

Net  Times  apply  to  continuous  work  with  no  allowance  for  rest  or  other  stops. 

Actual  Times  include  allowance  for  rest  and  delays.  When  computing 
costs,  add  allowance  for  superintendence,  overhead  charges,  etc.  (seep.  225). 

Average  Men  apply  to  the  men  and  conditions  on  an  ordinary  contract  job. 

Quick  Men  apply  to  men  working  fast  under  exceptionally  good  contract 
conditions  but  not  to  piece-work. 

The  same  per  cent  of  delay  has  been  used  for  average  men  and  for  quick 
men.  For  task-work,  take  net  times  of  quick  men  from  Table  62  and  allow  a 
per  cent  for  delays,  depending  upon  the  conditions  (see  p.  410). 

All  values  given  in  this  table  are  labor  values  and  do  not  include  machinery. 

Times  are  expressed  as  times  per  gang,  i.  e.,  as  the  time  of  the  mixer. 

Gang  may  consist  of  4  laborers  and  1  engineman. 

When  figuring  costs  take  engineman  equal  two  laborers. 


1:2:4  Concrete         '         1 :2§  :5  Concrete 

1 

Item 
Numbers 

Items 
From  Table  62 

Net 
Times 

N  EX      i 

Actual  Times  |  Tj^s  |  Actual  Times 

from 
Table  62 

o 

w 
o 

K  a 

< 

Average 

Men 

Average 

Men 

Quick 

Men 

I   CHARGE  BY  LOADING  TRAY,  DUMP  INTO  HOPPER  OR  CAR 


63 
67 
74 
75-79-81 


Raise   tray 

Charge  mixer. 
Mix  and  wet. . . 
Dump  mixer. . . 


min. 
0.21 
0.36 
0.70 
0.53 


0.32 
0.55 
1.05 
0.80 


0.22 
0.38 
0.74 
0.57 


min. 
0.21 
0.44 
0.70 
0.60 


min. 
0.32 
0.66 
1.05 
0.90 


min. 
0.22 
0.46 
0.74 
0.63 


Time  mixing  one  batch 1 .80 

Batches  per  hour ' 


2.72 


1.91 


1.95     2.93      2.05 


!22.05 


31.41 


J_ 


20.47  i  29.30 


15.77    22.55 


Quantity  in  cubic  yards  per  hour  —  14.05  120.03 

II  CHARGE  BY  BARROWS,   DUMP  INTO  HOPPER  OR  CAR 


73 

09-70 
71-72 
74 

Dump  cement  4  bags 

Dump  sand  3  barrows 

*Dump  stone  5  barrows .... 
Mix  and  wet 

0.52 
0.45 
0.90 
0.70 
0.53 

0.80 
0.69 
1.35 
1.05 
0.80 

0.56 
0.45 
0.90 
0.74 
0.57 

0.52 
0.45 
1.08 
0.70 

o.eo 

0.80 
0.69 
1.62 
1.05 
0.90 

0.56 
0.45 
1.08 
0.74 

75-79-81 

Dump  mixer 

0.63 

Time  mi 
Batches 

xing  one  batch 

3.10     4.69 

3.22 

3.35 

5.06 

3.46 

per  hour 

._ 

12.79  18.63 

11.85  Il7  30 



i 

Quantity  in  cubic  yards  per  hour  .... 

8.15  ^l. 86 

9.13  13.32 

*  For  1 : 2 J :  5  mixture,  use  6  barrows  of  stone. 
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TABLE   63.    AVERAGE  TIMES  AND  OUTPUTS  PER  4-BAG 
BATCH  OF  CONCRETE— Continued 


(See  important  note  on  p.  425,  also  p.  410.) 

Items 
From  Table  62 

1:2:4  Concrete 

1:2$  :5  Concrete 

Item 
Numbers 

Net 
Times 

Actual  Times 

Net 
Times 

Actual  Times 

FROM 

Table  62 

H 
0 

n  a 
< 

H 

0 

»  a 

gS5 

w 

0 

gs 

h 

o 

III       CHARGE  FROM  HOPPER.     DUMP  INTO  HOPPER  OR  CAR 


67 

74 

Dump  hopper  into  mixer. . 
Mix  and  wet 

min. 

0.36 
0.70 
0.53 

mln. 

0.55 
1.05 
0.80 

min. 

0.38 
0.74 
0.57 

mln. 

0.44 
0.70 
0.60 

mln. 

0.66 
1.05 
0.90 

min. 

0.46 
0.74 

75-79-81 

Dump  mixer 

0.63 

Time  mi: 
Batches 

ring  one  batch 

1.59 

2.40 

1.69 

1.74 

2.61 

1.83 

per  hour 

25.00 

35.50 

23.00 

32.80 

Quantity  in  cubic  yards  per  hour 

15.93 

22.60 

17.72 

25.25 

IV    CHARGE  BY  LOADING  TRAY. 

DISCHARGE  INTO  BARROWS 

63 

Raise  tray 

0.21 
0.36 
0.70 

3.23 

0.32 
0.55 
1.05 

4.85 

0.22 
0.38 
0.74 

3.40 

0.21 
0.44 
0.70 

3.91 

0.32 
0.66 
1.05 

5.87 

0  22 

67 

Charge  mixer 

0  46 

74 

Mix  and  wet 

0  74 

82 

Discharge  batch  into  bar- 
rows   

4  11 

Time  mi: 
Batches 

ring  one  batch 

4.50 

6.77 

4.74 

5.26 

7.90 

5  53 

per  hour 

8.86 

12.68 

7.60 

10  85 

Quantity 

in  cubic  yards  per  hour 

5.65 

8.09 

5.86 

8.36 

CHARGE    BY    BARROWS.    DISCHARGE    INTO    BARROWS 


73 

69-70 

71-72 

74 
82 


Dump  cement  4  bags 

Dump  sand  3  barrows 

*Dump  stone  5  barrows 

Mix  and  wet 

Discharge  batch  into  bar- 


Time  mixing  one  batch 
Batches  per  hour 


Quantity  in  cubic  yards  per  hour.  . 


0.52 
0.45 
0.90 
0.70 

3.23 


0.80 
0.69 
1.35 
1.05 

4.85 


0.56 
0.45 
0.90 
0.74 

3.40 


5.70     8.74     6.05     6.66 


0.52 
0.45 
1.08 
0.70 

3.91 


6.87     9.92 


4.38     6.32 


0.80 
0.69 
1.62 
1.05 

5.87 


10.03     6.94 


0.56 
0.45 
1.08 
0.74 

4.11 


5.98     8.65 


4.61     6.66 


*  For  1 : 2£ :  5  mixture,  use  6  barrows  of  stone. 
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TABLE  63.     AVERAGE  TIMES  AND   OUTPUTS  PER  4-BAG 
BATCH  OF  CONCRETE— Continued 

(See  important  notes  on  p.  425,  also  p.  410) 


Items 
From  Table  62 

1:2:4  Concrete 

1 :2i  :5  Concrete 

Item 
Numbers 

Net 
Times 

Actual  Times 

Net 
Times 

Actual  Times 

from 
Table  &2 

H 
O 

m  a 

fa 
< 

w 
o 

o 

PS    Ed 

n 

o 

o  « 

VI          CHARGE  FROM  HOPPER.    DISCHARGE  INTO  BARROWS 

67 

74 

Dump  hopper  into  mixer. . 
Mix  and  wet 

mln. 
0.36 
0.70 

3.23 

mln. 
0.55 
1.05 

4.85 

min. 
0.38 
0.74 

3.40 

min. 
0.44 
0.70 

3.91 

mln. 
0.66 
1.05 

5.87 

min. 
0.46 
0.74 

82 

Discharge  batch  into  bar- 
rows  

4.11 

Time  mi: 
Batches  ] 

ring  one  batch 

4.29 

6.45 

4.52 

5.05 

7.58 

5.31 

per  hour 

9.30 

13.27 

7.92 

11.30 

Quantity  in  cubic  yards  per  hour 

5.92 

8.45 

6.10 

8.70 

VII    CHARGE   BY   BARROWS.      DISCHARGE   INTO    2-WHEEL    HAND 

CARTS 


73 

6&-70 

71-72 

74 

Dump  cement  4  bags 

Dump  sand  3  barrows 

*Dump  stone  5  barrows 

Mix  and  wet < 

0.52 
0.45 
0.90 
0.70 

0.93 

0.80 
0.69 
1.35 
1.05 

1.40 

0.56 
0.45 
0.90 
0.74 

0.98 

0.52 
0.45 
1.08 
0.70 

1.12 

0.80 
0.69 
1.62 
1.05 

1.68 

0.56 
0.45 
1.08 
0  74 

83 

Discharge  batch  into  2- 
wheel  hand  carts 

1  18 

Time  mixing  one  batch 

3.50 

5.29 

3.63 

3.87 

5.84 

4.01 

Batches  per  hour 

11.34 

16.52 

10.27 

14.96 

Quantity  in  cubic  yards  per  hour — 

7.22 

10.52 

7.90 

11.52 

VIII    CHARGE   BY   LOADING   TRAY.    DISCHARGE   INTO   2-WHEEL 

HAND    CARTS 


63 
67 
74 
83 


Raise  tray 

Charge  mixer 

Mix  and  wet 

Discharge  batch  into  2- 
wheel  hand  carts 


0.21 
0.36 
0.70 

0.93 


0.32 
0.55 
1.05 

1.40 


0.22 
0.38 
0.74 

.0.98 


0.21 
0.44 
0.70 

1.12 


0.32 
0.66 
1.05 

1.68 


0.22 
0.46 
0.74 

1.18 


Time  mixing  one  batch. 
Batches  per  hour. 


2.20 


3.32 


2.32 


2.47 


3.71 


2.60 


18.07 


25.85 


16.16 


23.09 


Quantity  in  cubic  yards  per  hour 


11.51   16.46 


12.46  17.78 


*  For  1 : 2} :  5  mixture,  use  6  barrows  of  stone. 
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AVERAGE  TIMES  AND  OUTPUTS  PER  4-BAG 
BATCH  OF  CONCRETE— Continued 

(See  important  notes  on  p.  425,  also  p.  410) 


Items 
From  Table  62 

1:2:4  Concrete 

1:2§:5:  Concrete 

Item 
Numbers 

Net 
Times 

Actual  Times 

Net 
Times 

Actual  Times 

FROM 

Table  62 

a 

o 

K  a 

< 

w 

> 
< 

M 

P  w 

w 
o 

PS  u 

h 

o 

IX    CHARGE  FROM  HOPPER.    DISCHARGE  INTO  2-WHEEL  HAND 

CARTS 


67               i  Dump  hopper  into  mixer. . 
74              |  Mix  and  wet 

min. 

0.36 
0.70 

0.93 

min. 

0.55 
1.05 

1.40 

min. 
0.38 
0.74 

0.98 

min. 
0.44 
0.70 

1.12 

min. 
0.66 
1.05 

1.68 

min. 

0.46 
0.74 

83                 Discharge  batch  into  2- 

wheel  hand  carts 

1.18 

Time  mixing  one  batch 

1.99 

3.00 

2.10 

2.26 

3.39 

2.38 

Batches  per  hour 

20  00 

2R.W5 

17.70 

25.20 

Quantity  in  cubic  yards  per  hour 

12.74 

18.19 

13.63 

19.42 

TABLE  64.    AVERAGE  TIMES   AND    OUTPUTS    PER   2-BAG 
BATCH  OF  CONCRETE  FOR  BATCH  MIXER  (See  p.  410) 

Proportions  1:2:4,  have  2  bags  cement  to  3.8  cu.  ft.  sand  to  7.6  cu.  ft.  stone. 
Proportions  1 :2£ :5,  have  2  bags  cement  to  4.75  cu.  ft.  sand  to  9.5  cu.  ft.  stone. 
(See  important  notes  on  p.  425) 


Items 
From  Table  62 

1:2:4  Concrete               1:2|:5  Concrete 

Item 
Numbers 

T?meb|ActualTimB8 

Net 
Times 

Actual  Times 

FROM 

Table  62 

« 

0 

<  as 

PS  H 

< 

PS  w 

Is 

h 

0 

PS  H 

< 

1  Average 
|     Men 

Quick 
,      Men 

I   CHARGE  BY  LOADING  TRAY.  DUMP  INTO  HOPPER  OR  CAR 


63 

Raise  tray 

min. 

0.21 
0.18 
0.70 
0.39 

min. 

0.32 
0.27 
1.05 
0.58 

min. 

0.22 
0.19 
0.74 
0.41 

min. 

0.21 
0.22 
0.70 
0.42 

min. 

0.32 
0.33 
1.05 
0.63 

min. 
0.22 

65 

Charge  mixer 

0  23 

74 

Mix  and  wet 

0.74 

75-77-81 

Dump  mixer 

0  44 

Time  mis 

ang  one  batch 

1.48 

2.22 

1.56 

1.55 

2.33 

1.63 

Batches  per  hour 

27.00 

38.50 

25.70 

36.80 

Quantity  in  cubic  yards  per  hour | 

8.60 

12.25 

9.87 

14.20 
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TABLE   64.     AVERAGE  TIMES  AND  OUTPUTS  PER  2-BAG 
'    BATCH  OF  CONCRETE— Continued 

(See  important  notes  on  pp.  425  and  428,  also  p.  410) 


Items 
From  Table  62 

1:2:4  Concrete 

1 :2\  :5  Concrete 

Item 
Numbers 

Net 
Times 

Actual  Times 

Net 
Times 

Actual  Times 

FROM  • 

Table  62 

H 
O 

< 

< 

O 
< 

K 
O 

< 

5* 

I        CHARGE   BY  BARROWS.    DUMP  INTO   HOPPER   OR   CAR 

73 

69-70 
71-72 
74 

Dump  cement  2  bags 

Dump  sand  2  barrows 

Dump  stone  3  barrows 

Mix  and  wet 

0.26 
0.30 
0.54 
0.70 
0.39 

0.40 
0.46 
0.81 
1.05 
0.58 

0.28 
0.30 
0.54 
0.74 
0.41 

0.26 
0.30 
0.54 
0.70 
0.42 

0.40 
0.46 
0.81 
1.05 
0.63 

0.28 
0.30 
0.54 
0.74 

75-77-81 

Dump  mixer 

0.44 

Time  mix 
Batches  p 

ing  one  batch 

2.19 

3.30 

2.27 

2.22 

3.35 

2.30 

>er  hour 

18.18 

26.45 

17.90 

26.10 

Quantity 

in  cubic  yards  per  hour 

1 

5.79 

8.43 

6.88 

10.05 

III       CHARGE  FROM  HOPPER.    DUMP  INTO  HOPPER  OR  CAR 

65 

74 

Dump  hopper  into  mixer. . 
Mix  and  wet 

min. 

0.18 
0.70 
0.39 

1.27 

min. 

0.27 
1.05 
0.58 

min. 

0.19 
0.74 
0.41 

min. 

0.22 
0.70 
0.42 

min. 

0.33 
1.05 
0.63 

min. 

0.23 
0.74 

75-77-81 

Dump  mixer 

0.44 

Time  mix 
Batches  f 

ing  one  batch 

1.90 

1.34 

1.34 

2.01 

1.41 

>er  hour 

31.60 

44.80 

29.85 

42.55 

Quantity  in  cubic  yards  per  hour 

10.10 

14.26 

11.50 

16.39 

IV        CHARGE  BY  LOADING  TRAY.    DISCHARGE  INTO  BARROWS 


63 
65 
74 

82 


Raise  tray 

Charge  mixer 

Mix  and  wet 

Discharge  batch  into  bar- 
rows   


Time  mixing  one  batch  . 
Batches  per  hour 


Quantity  in  cubic  yards  per  hour 


0.21 
0.18 
0.70 

1.62 


0.32 
0.27 
1.05 

2.43 


2.71  |  4.07 


0.22 
0.19 
0,74 

1.70 


2.85 


14.74 


21.05 


4.6 


6.71 


0.21 
0.22 
0.70 

1.96 


3.09 


0.32 
0.33 
1.05 

2.94 


4.64 


~r 


12.93 


4.99 


0.22 
0.23 
0.74 

2.06 


3.25 


18.46 


7.12 
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AVERAGE  TIMES  AND  OUTPUTS  PER  2-BAG 
BATCH  OF  CONCRETE— Continued 

(See  Important  notes  on  pp.  425  and  428,  also  p.  410) 


Items 
From  Table  62 

1:2:4   Concrete 

1:2|:5  Concrete 

Item 
Numbers 

Net 
Times 

Actual  Times 

Net 
Times 

Actual  Times 

from 
Table  62 

H 

< 

h 

o 

SI 

Is 

« 

<* 
■I 

"5 

CHARGE    BY    BARROWS.    DISCHARGE    INTO    BARROWS 


73 

69-70 

71-72 

74 

Dump  cement  2  bags 

Dump  sand  2  barrows 

Dump  stone  3  barrows 

Mix  and  wet 

0.26 
0.30 
0.54 
0.70 

1.62 

0.40 
0.46 
0.81 
1.06 

2.43 

0.28 
0.30 
0.54 
0.74 

1.70 

0.26 
0.30 
0.54 
0.70 

.96 

0.40 
0.46 
0.81 
1.05 

2.94 

0.28 
0.30 
0.54 
0.74 

82 

Discharge  batch  into  bar- 
rows  

2.06 

Time  mix 
Batches  p 

ing  one  batch 

3.42 

5.15 

3.56 

3.76 

5.66 

3.92 

>er  hour  .  .* 

11.65 

16.85 

10.60 

15.30 

Quantity  in  cubic  yards  per  hour. . . 

3.71 

5.36 

4.09 

5.90 

VI         CHARGE  FROM  HOPPER.    DISCHARGE  INTO  BARROWS 

65 
74 

Dump  hopper  into  mixer. . 
Mix  and  wet 

min. 

0.18 
0.70 

1.62 

mm. 

0.27 
1.05 

2.43 

mln. 

0.19 
0.74 

1.70 

min. 

0.22 
0.70 

1.96 

min. 

0.33 
1.05 

2.94 

min. 

0.23 
0.74 

82 

Discharge  batch  into  bar- 
rows   

2.06 

Time  mixing  one  batch 

2.50 

3.75 

2.63 

2.88 

4.32 

3.03 

Batches  p 

er  hour 

16.00 

22.81 

13.89  19.80 

i 

Quantity 

in  cubic  yards  per  hour 

5.10 

7.27 

5.35 

7.63 

VII    CHARGE   BY   BARROWS.    DISCHARGE   INTO   2-WHEEL   HAND 

CARTS 


73 

69-70 
71-72 
74 

Dump  cement  2  bags 

Dump  sand  2  barrows 

Dump  stone  3  barrows 

Mix  and  wet 

0.26 
0.30 
0.54 
0.70 

0.47 

0.40 
0.46 
0.81 
1.05 

0.70 

0.28 
0.30 
0.54 
0.74 

0.49 

0.26 
0.30 
0.54 
0.70 

0.56 

0.40 
0.46 
0.81 
1.05 

0.84 

0.28 
0.30 
0.54 
0.74 

83 

Discharge  batch  into  2- 
wheel  hand  carts 

0.59 

Time  mix 

ing  one  batch 

2.27 

3.42 

2.35 

2.36 

3.56 

2.45 

er  hour  

Batches  p 

17.55 

25.53 

16.85 

24.50 

Quantity 

in  cubic  yards  per  hour.  . . . 

1  5.59D 

8.14 

6.50 

9.44 

\ 
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TABLE  64.    AVERAGE  TIMES  AND  OUTPUTS  PER  2-BAG 
BATCH  OF  CONCRETE— Continued 


(See  important  notes  on  pp.  425  and  428,  also  p.  410) 


Item 
Numbers 

from 
Table  62 


Items 
From  Table  62 


1:2:4  Concrete 


1:2} :5  Concrete 


Net 
Times 


O 


Actual  Times 


Net 
Times 


H 
O 


Actual  Times 


Vni    CHARGE    BY    LOADING    TRAY.    DISCHARGE 

HAND  CARTS 


INTO    2-WHEEL 


63 

Raise  tray 

0.21 
0.18 
0.70 

0.47 

0.32 
0.27 
1.05 

0.70 

0.22 
0.19 
0.74 

0.49 

0.21 
0.22 
0.70 

0.56 

0.32 
0.33 
1.05 

0.84 

0.22 

65 

Charge  mixer 

0.23 

74 

Mix  and  wet 

0.74 

83 

Discharge  batch  into  2- 
wheel  hand  carts 

0.59 

Time  mix 
Batches  .p 

ing  one  batch 

1.66 

2.34 

1.64 

1.69 

2.54 

1.78 

>er  hour 

25.63 

36.60 

23.61 

33.70 

Quantity  in  cubic  yards  per  hour 

8.14 

11.65 

9.10 

12.98 

IX    CHARGE  FROM    HOPPER.    DISCHARGE   INTO   2-WHEEL  HAND 

CARTS 


65 

74 

Dump  hopper  into  mixer. . 
Mix  and  wet 

min. 

0.18 
0.70 

0.47 

min. 

0.27 
1.05 

0.70 

min. 

0.19 
0.74 

0.49 

min. 

0.22 
0.70 

0.56 

min. 

0.33 
1.05 

0.84 

min. 

0.23 
0.74 

83 

Discharge  batch  into  2- 
wheel  hand  carts 

0.59 

Time  mix 

ing  one  batch 

1.35 

2.02 

1.42 

1.48 

2.22 

1.56 

Batches  per  hour 

29.70 

42.25 

27.02 

38.45 

Quantity  in  cubic  yards  per  hour 

9.35 

13.45 

10.40 

14.81 

Digitized 


byGoogk 
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TABLE  65.    COST  PER  CUBIC  YARD  OF  MIXING  CONCRETE 
WITH  4-BAG  BATCH  MIXER  (See  p.  412) 

Includes  only  cost  of  labor  of  mixer  men  and  machinery  charge. 

Costs  of  labor  include  15  per  cent  for  foreman  and  15  per  cent  extra  for  super- 
intendence and  overhead  charges  but  do  not  include  profits. 

For  times  and  costs  of  men  supplying  materials  and  transporting  concrete, 
see  Table  67,  page  434.    For  other  plant  costs  see  page  342. 

Based  on  a  mixer  gang  of  4  laborers  and  1  engineman. 

Pay  of  engineman  twice  that  of  laborer. 
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I 

II 

III 

IV 

V 

VI 

VII   VIII 

IX 

1 

1:2:4  CONCRETE 


Output  per  hour  Icu.yd. 

Average  men 14.05 

Quick  men 20.03 

Time  per  gang  mm 

Average  men 4.27 

Quick  men 2.99 

Cost  of  fuel*  and  machinery     $ 

Average  men 0 .  10 

Quick  men 0.08 

Cost  of  labor  at  20  i  per  hr. 

Average  men 0.11 

Quick  men 0.08 

Total  cost  of  mixing 

Average  men 0.21 

Quick  men 0 .  16 


cu.yd.cu.yd 

8.1515.93 

11.8622.60 

mln. 

3.77 


mln. 
7.36 
5.05 

$ 
0.14 
0.11 

0.19 
0.13 

0.33 
0.24 


2.65 
$ 

0.10 
0.08 

0.10 
0.07 

0  20 

0.15 


cu.yd 
5.65 
8.09 
mln. 

10.61 
7.42 

$ 
0.19 
0.14 

0.28 
0.20 

0.47 
0.34 


cu.yd. 
4.38 
6.32 


7010 


mln. 
13. 
9.50 

$ 
0.24 
0.18 

0.36 
0.25 

0.60 
0.43 


cu.yd 
5.92 
8.45 
mln. 

.14 
7.10 

$ 

0.19 
0.14 

0.27 
0.19 

0.46 

0.33 


cu.yd 
7.22 

10.52 
mln. 
8.31 
5.70 

$ 
0.16 
0.12 

0.22 
0.15 

0.38 
0.27 


cu.yd.  cu.yd. 

11.5112.74 


16.4618.19 
mln. 
5.21 
3.64 


% 

0.11 
0.09 

0.14 
0.10 

0.25 
0.19 


mln. 
4.71 
3.30 

$ 
0.11 
0.09 

0.12 
0.09 

0.23 

0.18 


1:2J:5  CONCRETE 


Output  per  hour  cu.yd 

Average  men 15 .  77 

Quick  men 22.55 

Time  per  gang  mm. 

Average  men 3 .  81 

Quick  men 2.66 

Cost  of  fuel*  and  machinery     $ 

Average  men 0.09 

Quick  men 0.07 

Cost  of  labor  at  20 i  per  hr. 

Average  men 0 .  10 

Quick  men 0.07 

Total  cost  of  mixing 

Average  men 0. 19 

Quick  men 0 .  14 


cu.yd 

9.13 
13. 


cu.yd 
17.72 
.25 


3225 


mln 

6.57 

4.50 

$ 
0.13 
0.10 

0.17 
0.12 

0.30 
0.22 


cu.yd. 
5.86 
8.36 


mln, 

3.39 

2.38 

$ 
0.09 
0.07 

0.09 
0.06 

0.18 

0.13 


cu.yd 
4.61 
6.66 


23  i3 


mln. 

10 
7.18 

$ 
0.19 
0.14 

0.27 
0.19 

0.46 
0.33 


mln. 
01 
9.01 

0.23 
0.17 

0.34 
0.24 

0.57 

0.41 


cu.yd 
6.10 
8.70 
min. 
9.85 
6.90 

$ 
0.18 
0.14 

0.26 
0.18 

0.44 
0.32 


cu.yd.cu.yd 
7.90112.  " 
11.5217. 


4613 


mln. 
7.60 
5.21 

$ 
0.15 
0.11 

0.20 
0.14 

0.35 

0.25 


7819 


mln, 

4.81 

3.38 

$ 

0.10 
0.08 

0.13 
0.09 

0.23 
0.17 


cu.yd. 
"  63 
42 
mln. 
4.40 
3.09 

$ 
0.10 
0.08 

0.12 
0.08 

0.22 

0.16 


*  Fuel  is  considered  at  a  constant  price  of  $0.03  per  cubic  yard  of  concrete 
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TABLE  66.    COST  PER  CUBIC  YARD  OF  MIXING  CONCRETE 
WITH  2-BAG  BATCH  MIXER  (See  p.  412) 

Includes  only  cost  of  labor  of  mixer  men  and  machinery  charge. 

Costs  of  labor  include  15  per  cent  for  foreman  and  15  per  cent  extra  for  super- 
intendence and  overhead  charges,  but  do  not  include  profits.  Labor  20j£  per 
hour. 

For  times  and  costs  of  men  supplying  materials  and  transporting  concrete, 
see  Table  67,  page  434.    For  other  plant  costs  see  page  342. 

Based  on  a  mixer  gang  of  4  laborers  and  1  engineman. 

Pay  of  engineman  twice  that  of  laborer. 
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III 

IV 

V 

VI 

Vil 

VIII 

IX 

1:2:4    CONCRETE 


Output  per  hour 

Average  men 

Quick  men 

Time  per  gang 

Average  men 

Quick  men 

Cost  of  fuel*  and  machinery 

Average  men 

Quick  men 

Cost  of  labor  at  20^  per  hr 

Average  men 

Quick  men 

Total  cost  of  mixing 

Average  men 

Quick  men 


cu.yd. 

8.60 

12.25 

cu.yd. 
5.79 
8.43 

cu.yd. 
10.10 
14.26 

cu.yd . 
4.69 
6.71 

cu.yd. 
3.71 
5.36 

cu.yd. 
5.10 
7.27 

cu.yd. 
5.59 
8.14 

cu.yd. 

8.14 

11.65 

min. 

6.98 

4.90 

min. 

10.36 

7.12 

min. 
5.94 
4.21 

min. 

12.79 

8.94 

min. 
16.17 
11.19 

min. 

11.76 

8.26 

min. 
10.73 

7.38 

min. 
7.35 
5.15 

$ 

0.10 
0.08 

$ 

0.14 
0.10 

$ 

0.10 
0.08 

$ 

0.16 
0.12 

$ 

0.19 
0.14 

$ 

0.16 
0.12 

$ 

0.14 
0.11 

$ 

0.11 
0.08 

0.18 
0.13 

0.27 
0.19 

0.16 
0.11 

0.34 
0.24 

0.43 
0.30 

0.31 
0.22 

0.28 
0.20 

0.19 
0.14 

0.28 

0.21 

0.41 
0.29 

0.26 

0.19 

0.50 

0.36 

0.62 

0.44 

0.47 
0.34 

0.42 

0.31 

0  30 

0.22 

cu.yd. 

9.35 
13.45 
min. 
6.42 
4.46 
$ 
0.10 
0.08 

0.17 
0.12 

0.27 
0.20 


1:2J:5    CONCRETE 


Output  per  hour 

Average  men.. 

Quick  men 

Time  per  gang.. 

Average  men.. 

Quick  men 

Cost  of  fuel*and  machinery 

Average  men 

Quick  men . . . 
Cost  of  labor  at  20  ff  per  hr. 

Average  men 

Quick  men 

Total  cost  of  mixing 

Average  men 

Quick  men 


cu.yd. 

9.87 
14.20 

min. 

6.05 

4.23 

0.09 
0.07 

0.16 
0.11 

0.25 

0.18 


cu.yd. 

6.88 
10.05 
min. 
8.70 
5.97 

$ 
0.12 
0.09 

0.23 
0.16 

0.35 
0.25 


cu.yd . 

11.50 
16.39 

min 

5.22 

3.66 

$ 

0.09 
0.07 

0.14 
0,10 

0.23 

0.17 


min.    min.    min. 
12.0214.7011.21 


cu.yd. 

4.99 
7.12 


cu.yd. 
4.09 
5.90 


cu.yd 
5.35 
7.63 


cu.yd 

6.50 
9 


8.43 

$ 
0.15 
0.12 

0.32 
0.22 

0.47 
0.34 


10.16 

$ 
0.18 
0.13 

0.30 
0.27 

0.57 

0.40 


7.86 

$ 
0.15 
0.11 


cu.yd.  cu.yd. 
9.1010.40 

14.81 


4412 


min. 
9.24 
6.36 

$ 
0.12 
0.09 


0.30  0.24 
0.21!  0.17 

0.45|  0  36 

0.32;  0.26 


min. 
6.60 
4.62 

$ 
0.10 


0.08  0.07 


0.17 
0.12 

0.27 

0.20 


*Fuel  is  considered  at  a  constant  price  of  $0.03  per  cubic  yard  of  concrete 


min. 

5.77 

4.05 

$ 

0.09 


0.15 
0.11 

0.24 

0.18 
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TABLE    67.      TIMES    AND    COSTS     OF    HANDLING    RAW 

MATERIAL  AND  CONCRETE  PER  CUBIC  YARD  OF 

CONCRETE  IN  PLACE   (See   p.   413) 


Based  on  material  necessary  for  one  cubic  yard  of  1:2^:5  Concrete;  5.2  bags 
of  cement,  12.4  cubic  feet  of  sand  and  24.8  cubic  feet  of  gravel  or  stone. 

For  other  proportions,  values  may  be  corrected  by  ratio  of  quantities  of 
each  material  per  cubic  yard. 

All  times  and  costs  are  per  cubic  yard  of  concrete  in  place  not  per  cubic  yard 
of  raw  materials.  For  time  and  costs  per  cubic  yard  of  raw  material  see  pages 
261  to  267. 

Costs  of  labor  include  15  per  cent  for  foreman  and  15  per  cent  extra  for  super- 
intendence and  overhead  charges,  but  do  not  include  profit. 

Labor  20ff  per  hour. 


Item 

Items  from  Table  62 

Actual 

Time  of  One 

Man 

Cost  of  Labor 
20^peb  Hour 

Numbers    * 

FROM 

Table  62 

§ 

< 

o  < 

< 

85 

I    HANDLING  SAND  AND  GRAVEL  OR  STONE  WITH  CARS   OF  ONE 
YARD   CAPACITY  ON  TRACK 


35^41-42-44 
36-41-42-44 

37-41-42-44 
38-41-42-44 
39-40-41-42-44 

42 


Load  sand  from  platform,  push 
25  feet,  dump  and  return 

Load  gravel  or  stone  from  plat- 
form, push  25  feet,  dump  and 
return 

Load  sand  from  flat  car,  push  25 
feet,  dump  and  return 

Load  gravel  or  stone  from  flat  car, 

push  25  feet,  dump  and  return . . 

*Load  sand  and  gravel  or  stone 

from  bin,  push  25  feet,  dump 

and  return 

Push  car  each  additional  25  feet 
and  return 


mia. 
1249 

27.58 
11.11 
27.83 

6.12 
1.77 


mJn. 
8.75$0.055$0.039 


19.30 

7.78 

19.48 

4.29 
1.24 


0.122 
0.049 
0.123 

0.027 
0.008 


0.085 
0.034 
0.086 

0.019 
0.005 


II    HANDLING  SAND  AND  GRAVEL  OR  STONE  BY  DERRICK  WITH 
BUCKETf  OF  ONE  YARD  CAPACITY 


45  to  50, 52  to  55 


Load  bucket  with  sand,  gravel  or 
stone,  hoist,  swing  90*  to  place, 
lower,  dump,  and  return 


44.46  31.1030. 19610. 137 


*Sand  and  gravel  or  stone  are  usually  hauled  from  bins  in  same  car. 
fThis  bucket  with  a  little  heaping  will  hold  necessary  sand  and  gravel  or  stone  for 
a  4-bag  batch  of  1 2|:5  concrete. 
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TABLE  67.      TIMES    AND    COSTS    OF    HANDLING    RAW 

MATERIAL  AND   CONCRETE  PER  CUBIC    YARD    OF 

CONCRETE  IN  PLACE— Continued. 

See  Important  notes  page  434,  also  page  413 


Actual 

Cost  of  Labor 

Time  of  One 
Man 

201  per  Hour 

Item 

Numbers 

Items  from  Table  62 

from 

S 

Table  62 

o 
2* 

<t> 

S3 

u 

< 

c 

< 

a 

III 

HANDLING    SAND   AND    GRAVEL   OR   STONE   WITH 
BARROWS*  OF  3.0  CUBIC  FEET  CAPACITY 

WHEEL- 

22 
24 
31 

to  25 
to  34 

Load,   wheel  sand  to  mixer  50 
feet  distant,  dump  and  return . . 

Wheel  sand  to  mixer  each  addi- 
tional 50  feet  and  return 

Load,  wheel  gravel  or  stone  to 
mixer  50  feet  distant,  dump  and 
return 

min. 

8.31 
2.23 

20.84 
4.46 

min.         $ 

5. 83  $0,037 
1.63  0.010 

14.64  0.092 
3.12  0.020 

$ 

$0,026 
0.007 

0.064 

33 

Wheel  gravel  or  stone  each  addi- 
tional 50  feet  and  return 

0.014 

IV 


HANDLING  CEMENT  IN  BAGS 


59-60-58 
60 


Carry  cement  50  feet,  dump  and 
return 

Carry  each  additional  50  feet  and 
return 


7.2 
4.00 


5.17$0.033$0.023 


2.81 


0.018  0.012 


V    HANDLING   CONCRETE   IN   CARS   OF  f    CUBIC   YARD   CAPACITY 

ON  TRACKS 


117  to  120 
119 


Fill  car  at  mixer  or  hopper,  push 
50  feet,  dump  and  return 

Push  car  each  additional  50  feet 
and  return 


7.78 
1.64 


l 


5.45$0.034$0.025 
1.15  0.007  0.005 


VI    HANDLING    CONCRETE    IN   2-WHEEL    HAND    CARTS    OF  4.5 
CUBIC    FEET    CAPACITY 


108-110  to  112 
109  to  112 
110 


Fill  at  mixer,  wheel  50  feet,  dump 

and  return 7.78 

Fill   at   hopper,    wheel    50    feet, 

dump  and  return |  7 .  53 

Wheel   each    additional   50   fee;, 

and  return |  3.17 


5.45$0.034$0.025 

I  | 

5.27  0.033  0.023 

2.22  0.014  0.010 


*Barrow  times  and  costs  assume  that  wheeler  loads  his  own  barrow.    Values 
slightly  increased  if  other  men  help  load. 
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TABLE    67.      flMES    AND    COSTS    OF    HANDLING    RAW 

MATERIAL  AND  CONCRETE  PER  CUBIC   YARD   OF 

CONCRETE  IN  PLACE— Continued 

See  important  notes  page  434,  and  also  page  413 


Item 

Numbers 

FROM 

Table  62 


Items  from  Table  ( 


Actual 

Time  of  One 

Man 


Pi 

< 


«5 


Cost  of  Labor 
20fi  per  Hour 


VI    HANDLING    CONCRETE    IN    2-WHEEL    HAND    CARTS    OF    4.5 
CUBIC    FEET   CAPACITY    (Continued) 


109  to  112-136 
109-110-137-112 


Fill  at  hopper,  wheel  50  feet, 
dump,  shovel  into  hole  in  floor 
and  return 

Fill  at  hopper,  wheel  50  feet, 
shovel  into  curtain  wall  from 
barrow  and  return 


min. 

39.93 
45.15 


min. 


27 
31.60 


98  $0. 


0.199 


176110.123 
0.139 


VII    HANDLING  CONCRETE  IN  ORDINARY  BARROWS*  OF  1.3  CUBIC 

FEET   CAPACITY 


95-97-98-99 
96  to  99 
97 


Fill  at  mixer,  wheel  50  feet,  dump 
and  return 

Fill  at  hopper,  wheel  50  feet.dump 
and  return 

Wheel  each  additional  50  feet  and 
return 


25.74 
23.28 
11.00 


is.oom.i^so.oso 

16.28  0.103  0.072 
7.70  0.0481  0.034 


VIII    HANDLING  CONCRETE  IN  PAILS  OF  0.3  CUBIC  FEET  CAPACITY 


122  to  126 
129 


Fill,  carry  50  feet,  hoist  12  feet, 
dump,  lower,  and  return 

Hoist  and  lower  each  additional 
12  feet 


172.80 
31.30 


21.90 


121. 50^0.762  $0,535 


0.138  0.097 


IX 


143 


PLACING    CONCRETE 


Level,  tamp,  and  wet  concrete. . .   33.00 

To  be  added  when  concrete  is 

handled  in  cars 10 .00 


23.10$0.145||0 
7.00 


102 
0.044|  0.031 


*Barrow  times  and  costs  assume  that  wheeler  loads  his  own  barrow.    Values 
slightly  increased  if  other  men  help  load. 


LABOR  COSTS  OF  MACHINE  MIXING 


437 


TABLE  68.    APPROXIMATE  AVERAGE  COST  OF  MACHINE 

MIXING  FOR  GIVEN  OUTPUTS  PER  HOUR  OF  BATCH 

MIXERS     (See  p.  415) 

1:2}:  5  CONCRETE 

Gang  so  arranged  that  proper  number  of  men  to  handle  the  materials  in  given 
time  for  given  output  is  used. 

Raw  material  hauled  50  feet  by  barrows,  dumped  in  tray  and  concrete 
wheeled  50  feet  in  barrows  from  hopper. 

Costs  are  based  on  actual  times  of  average  man.  Costs  include  15  per  cent 
for  foreman  and  15  per  cent  extra  for  superintendence,  overhead  charges,  etc., 
but  do  not  include  profit. 

Labor  at  20$£  per  hour. 


2-Bag  Batch 
Mixer 

4-Baq  Batch  Mixer 

Items 

Output  in  Cubic  Yards  Per  Hour 

4 

6 

8 

4 

6 

8 

10 

12 

14 

Wheel  sand 

$ 

0.04 
0.09 
0.40 
0.13 
0.13 

$ 

0.04 
0.09 
0.26 
0.13 
0.13 

$ 

0.03 
0.10 
0.20 
0.10 
0.17 

$ 

0.04 
0.09 
0.40 
0.13 
0.13 

$ 

0.04 
0.09 
0.26 
0.13 
0.13 

$ 

0.03 
0.10 
0.20 
0.10 
0.17 

$ 

0.03 
0.11 
0.16 
0.11 
0.16 

$ 

0.04 
0.09 
0.13 
0.11 
0.15 

$ 

0  03 

Wheel  stone 

0.09 

Mix  and  wet 

0  11 

Wheel  concrete  50  feet 

Level  and  tamp  concrete. . . 

0.12 
0.15 

Total  labor 

0.79 

0.15 
0.06 
0.03 

0.65 

0.10 
0.06 
0.03 

0.60 

0.08 
0.06 
0.03 

0.79 

0.23 
0.06 
0.03 

0.65 

0.15 
0.06 
0.03 

0.60 

0.12 
0.06 
0.03 

0.57 

0.09 
0.06 
0.03 

0.52 

0.08 
0.06 
0.03 

0.50 

Plant  Cost — Machinery 

Plant  Cost — Tools,  Runs,etc. 
Fuel 

0.07 
0.06 
0  03 

Total  cost  per  cu.  yd 

1.03 

0.84 

0.77 

1.11 

0.89 

0  81 

0.75 

0.69 

0  66 

Digitized 
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TABLE  69.     COST  OF  MACHINE  MIXING  WITH  A  4-BAG 

BATCH  MIXER  PER  CUBIC  YARD  OF  CONCRETE 

IN  PLACE  (See  p.  416) 

PROPORTIONS    1:21:5 

Costs  include  wheeling  material  about  50  feet  to  mixer,  charging  mixer,  mix- 
ing, machinery  and  plant  charge,  wheeling  concrete,  placing  and  tamping, 
also  include  15  per  cent  for  foreman  and  15  per  cent  extra  for  superintendence, 
overhead  charges,  etc.,  but  do  not  include  profit. 

Labor  at  20  i  per  hour. 


Item 


Concrete 
Discharged 

into 
Babbows 


Concrete 

Discharged 

into 

2-Wheel 
Hand  Carts 


< 


ga 


la 


Concrete 
Discharged 
into  Cars 
or  Hopper 


Concrete 
Discharged 

INTO  HoPPERpNTO 
AND 

Barrows 


o 


$5 


Concrete 

Discharged 

Hopper 

and  2- Wheel 

Hand  Carts 


3* 

gS 


m 
o 

ga 


§5 


MIXER  CHARGED  BY  LOADING  TRAY 


Average  output  in 
continuous  operation 


Wheel  sand 

Wheel  gravel  or  stone 

Mix  and  wet 

Wheel  concrete  50  ft. . 
Level  and  tamp  con- 
crete  


Total  cost  of  labor. . . 

Plant  cost — Machin- 
ery*  

Plant  cost — Carts, 
tools,  etc.t 

Fuel* 


Total  cost  per  cubic 
yard 

Wheel  concrete  50  ft. 
additional 


cu.yd. 
5.9 


cu.yd. 

8.4 


0.04 
0.09 
0.27 
0.11 

0.15 


0.66 


0.16 

0.09 
0.03 


0.94 
0.05 


cu.yd. 
12.5 


0.03 
0.06 
0.19 
0.08 

0.10 


0.46 


0.11 

0.09 
0.03 


0.69 
0.03 


cu.yd. 
17.8 


0.04 
0.09 
0.13 
0.03 

0.15 


0.44 


0.07 

0.15 
0.03 


0.67 
0.01 


cu.yd, 
15.8 


0.03 
0.06 
0.09 
0.02 


0.10  0.19 


0.30 


0.15 
0.03 


0.53 
0.01 


cu.; 
22.61 


0.04 
0.09 
0.10 
0.03 


0.45 


0.05  0.06 


0.18 
0.03 


0.72 
0.01 


ydjcu.yd. 
15.8 


0.03 
0.06 
0.07 
0.02 

0.13 


0.31 


0.04 

0.18 
0.03 


0.56 
0.01 


cu.yd 
22. 


0.04 
0.09 
0.10 
0.10 

0.15 


0.48 


0.06 

0.09 
0.03 


0.66 
0.05 


.  cu.yd. 
15.8 


6 


0.03 
0.06 
0.07 
0.07 

0.10 


0.33 


0.04 

0.09 
0.03 


0.49 
0.03 


0.04 
0.09 
0.10 
0.03 

0.15 


0.41 


0.06 

0.15 
0.03 


0.65 
0.01 


cu.yd. 

22.6 

$ 

0.03 
0.06 
0.07 
0.02 

0.10 


0.28 


0.04 

0.15 
0.03 


0.50 
0.01 


*Based  on  a  yearly  cost  of  $734  (see  page  342) . 
fBased  on  a  cost  of  tools,  runs,  etc.,  as  given  on  pages  367  to  370. 
JBased  on  a  cost  of  fuel  of  $0.03  per  cubic  yard  ol  concrete. 
Note.— Loading  tray  is  filled  by  wheelbarrows. 
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TABLE  69.     COST  OF  MACHINE  MIXING  WITH  A  4-BAG 

BATCH  MIXER  PER  CUBIC  YARD  OF  CONCRETE 

IN  PLACE— Continued  (See  p.  416) 

PROPORTIONS  1:2$:  5 


Costs  include  wheeling  material  about  50  feet  to  mixer,  charging  mixer,  mix- 
ing, machinery  and  plant  charge,  wheeling  concrete,  placing  and  tamping, 
also  include  15  per  cent  for  foreman  and  15  fcer  cent  extra  for  superintendence, 
overhead  charges,  etc.,  but  do  not  include  profit. 

Labor  at  20^  per  hour. 


Item 


Concrete 

Discharged 

into 

Barrows 


2| 


Concrete 

Discharged 

Into 

2-Wheel 

Hand  Carts 


Concrete 

Discharged 

into  Cars 

or  Hopper 


gs 


Concrete 
Discharged 
into  Hopper |iNTO 

AND 

Barrows 


<  z 

< 


QpS 


Concrete 

Discharged 

Hopper 

and  2- Wheel 

Hand  Carts 


o 
PS  w 


^ 


ga 


MIXER   CHARGED  BY  BARROWS 


Average  output  in 
continuous  operation 


Wheel  sand 

Wheel  gravel  or  stone 

Mix  and  wet 

Wheel  concrete  50  ft.. 
Level  and  tamp  con- 
crete  


cu.yd 

4.6 

$ 

0.04 
0.09 
0.34 
0.11 

0.15 


Total  cost  of  labor. . . 

Plant  cost — Machin- 
ery*   

Plant  cost — Carts, 
tools,  etc.f 

Fuel* 


Total  cost  per  cubic 
yard 

Wheel  concrete  50  ft. 
additional 


cu.yd 

6.7 

$ 

0.03 
0.06 
0.24 
0.08 

0.10 


0.73 


0.20 

0.09 
0.03 


1.05 
0.05 


0.51 


0.09 
0.03 


0.77 
0.03 


u.yd. 

7.9 

$ 

0.04 
0.09 
0.20 
0.03 

0.15 


cu.  yd. 

11.5 

$ 

0.03 
0.06 
0.14 
0.02 

0.10 


0.51 


0.14  0.12 


0.15 
0.03 


0.81 
0.01 


cu.yd. 

9.1 

$ 

0.04 
0.09 
0.17 
0.03 

0.19 


0.35 


0.08 

0.15 
0.03 


0.61 
0.01 


cu.yd. 

13.3 

$ 

0.03 
0.06 
0.12 
0.02 

0.13 


0.52 


0.10 

0.18 
0.03 


0.83 
0.01 


cu.yd . 

9.1 

$ 

0.04 
0.09 
0.17 
0.10 

0.15 


0.36 


0.07 

0.18 
0.03 


0.64 
0.01 


cu.yd 

13.3| 

$ 

0.03 
0.06 
0.12 
0.07 

0.10 


0.55 


0.10 

0.09 
0.03 


0.77 
0.05 


cu.yd 

9.1 

$ 

0.04 
0.09 
0.17 
0.03 

0.15 


0.38 


0.07 

0.09 
0.03 


0.57 
0.03 


cu.yd. 

13.3 

$ 

0.03 
0.06 
0.12 
0.02 

0.10 


0.48 


0.10 

0.15 
0.03 


0.76 

0.01 


0.33 


0.07 

0.15 
0.03 


0.58 
0.01 


♦Based  on  a  yearly  cost  of  $734  (see  p.  342). 

fBased  on  a  cost  of  tools,  runs,  etc.  as  given  on  pages  367  to  370. 

{Based  on  a  cost  of  fuel  of  $0.03  per  cubic  yard  of  concrete. 
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TABLE  69.    COST  OF  MACHINE  MIXING  WITH  A  4-BAG 

BATCH  MIXER  PER  CUBIC  YARD  OF  CONCRETE 

IN  PLACE— Continued  (See  p.  416) 

PROPORTIONS    1:2*:  5 


Costs  include  wheeling  material  about  50  feet  to  mixer,  charging  mixer,  mix- 
ing, machinery  and  plant  charge,  wheeling  concrete,  placing  and  tamping, 
also  include  15  per  cent  for  foreman  and  15  per  cent  extra  for  superintendence, 
overhead  charges,  etc.,  but  do  not  include  profit. 

Labor  at  20  j£  per  hour. 


Item 


Concrete 

Discharged 

into 

Barrows 


<  * 


§a 


Concrete 

Discharged 

into 

2-Wheel 
Hand  Carts 


w 
o 

<  fc 

«  w 


§s 


Concrete 
Discharged 
into  Cars 
or  Hopper 


Concrete 
Discharged 

INTO  H0PPEr]iNT0 
AND 

Barrows 


PS  w 

<   . 


§S 


Concrete 

Discharged 

Hopper 

and  2-Wheel 

Hand  Carts 


3* 


MIXER  CHARGED  FROM  HOPPER  OR  CAR 


Average  output  in 
continuous  operation 


Sand  and  gravel  or   1 
stone  hauled  in  cars.  J 

Mix  and  wet 

Wheel  concrete  50  ft. 
Level  and  tamp  con- 
crete  


cu.yd 
6.1 


Total  cost  of  labor.. 


Plant  cost — Machin- 
ery*   

Plant  cost — Carts, 
toolsf,  etc 

Fuelt 


Total  cost  per  cubic 
yard 

Wheel  concrete  50  ft. 
additional 


$ 
0.02 

0.26 
0.11 

0.15 


cu.yd 

8.7 

$ 

0.02 

0.18 
0.08 

0.10 


0.54 


0.15 

0.18 
0.03 


0.90 
0.05 


0.38 


0.11 

0.18 
0.03 


0.70 
0.03 


:u.yd 

13.6 

$ 
0.02 

0.12 
0.03 

0.15 


0.32 


0.07 

0.24 
0.03 


0.66 
0.01 


cu.yd. 

19.4 

$ 

0.021 


cu.yd. 

17.7 

$ 

0.02 


0.08 
0.02 

0.10 


0.22 


0.05 

0.24 
0.03 


0.54 
0.01 


jcu.yd 

25.3 

$ 


0.09 
0.03 

0.19 


0.33 


0.05 

0.27 
0.03 


0.68 
0.01 


cu.yd. 

17.7 

$ 


0.02  0.02 

0.06  0.09 
0.02  0.10 

0.13  0.15 


0.04 

0.27 
0.03 


0.57 
0.01 


cu.yd. 

25.3 

$ 

0.02 

0.06 
0.07 

0.10 


0.23  0.36 


0.05 

0.18 
0.03 


cu.yd 

17.7 

$ 

0.02 

0.09 
0.03 

0.15 


0.25 


0.04 

0.18 
0.03 


I 


cu.yd. 

25.3 
S 

0.02 

0.06 
0.02 

0.10 


0.29,  0.20 


0.05  0.04 

0.24  0.24 
0.03  0.03 


0.61  0.51 


0.62  0.50 

0.05  0.0310.01  0.01 


♦Based  on  a  yearly  cost  of  $734  (see  p.  342). 

t Based  on  a  cost  of  tools,  runs,  etc.,  as  given  on  pages  367  to  370. 
t  Based  on  a  cost  of  fuel  of  $0.03  per  cubic  yard  of  concrete. 
Note. — Hopper  filled  by  cars. 
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TABLE  70.     COST   OF  MACHINE   MIXING  WITH  A  2-BAG 

BATCH  MIXER  PER  CUBIC  YARD  OF  CONCRETE 

IN  PLACE  (See  p.  416) 

PROPORTIONS   l:2i:5 

Costs  include  wheeling  material  about  50  feet  to  mixer,  charging  mixer,  mix- 
ing, machinery  and  plant  charge,  wheeling  concrete,  leveling  and  tamping, 
also  include  15  per  cent  for  foreman  and  15  per  cent  extra  for  superintendence, 
overhead  charges,  etc.,  but  do  not  include  profit. 

Labor  20 j£  per  hour. 


Item 


Concrete 
Discharged 

into 
Barrows 


Concrete 

Discharged 

into 

2-Wheel 

Hand  Carts 


< 


R  « 


Concrete 
Discharged 
into  Cars 
or  Hopper 


Concrete 
Discharged 
into 

AND 

Barrows 


&S 


)  Hopper  into 


Concrete 

Discharged 

Hopper 

and  2-Wheel 

Hand  Carts 


§3 


as 


MIXER  CHARGED  BY  LOADING  TRAY 


Average  output  in  con- 
tinuous operation 


Wheel  sand 

Wheel  gravel  or  stone 

Mix  and  wet 

Wheel  concrete  50  ft.. 

Level  and  tamp  con-. 

crete 

Total  cost  of  labor... 

Plant  cost — Machin- 
ery*   

Plant  cost — Carts, 
tools,  etc.f 

Fuel* 

Total  cost  per  cubic 
yard 

Wheel  concrete  50  ft. 
additional 


cu.yd.t< 

5.0 

$ 
0.04 
0.09 
0.32 
0.11 

0.15 


cu.yd 

7.1 

$ 
0.03 


cu.yd. 

9.1 
$ 
0.04 


0.06 
0.22 
0.08 

0.10 


cu.yd 

13.0| 

$ 

0.03 


0.09 
0.17 
0.03 

0.15 


cu.yd. 

9.9 
$ 
0.04 


0.06 
0.12 
0.02 

0.10 


0.09 
0.16 
0.03 

0.19 


cu.yd. 

14.2 
$ 

0.03 
0.06 
0.11 
0.02 

0.13 


cu.yd.; 

9.9 

$ 
0.04 
0.09 
0.16 
0.10 

0.15 


cu.yd 

14.21 

$ 

0.031 


cu.yd 

9.9 
$ 
0.04 


0.06 
0.11 
0.07 


0.10  0.15 


0.09 
0.16 
0.03 


cu.yd. 

14.2 
$ 
0.03 
0.06 
0.11 
0.02 

0.10 


0.71 

0.12 

0.09 
0.03 


0.49 

0.09 

0.09 
0.03 


0.48 

0.07 

0.15 
0.03 


0.33 

0.05 

0.15 
0.03 


0.51 

0.06 

0.18 
0.03 


0.35 

0.04 

0.18 
0.03 


0.54 

0.06 

0.09 
0.03 


0.37 

0.04 

0.09 
0.03 


0.47 

0.06 

0.15 
0.03 


0.32 

0.04 

0.15 
0.03 


0.95 
0.05 


0.70 
0.03 


0.73 

0.01 


0.56 

0.01 


0.78 

0.01 


0.60 
0.01 


0.72 

0.05 


0.53 
0.03 


0.71 
0.01 


0.54 
0.01 


*  Based  on  a  yearly  cost  of  $489  (see  p.  342). 

t Based  on  a  cost  of  tools,  runs,  etc.,  as  given  on  pages  367  to  370. 
{Based  on  a  cost  of  fuel  of  $0.03  per  cubic  yard  of  concrete. 
Note. — Loading  tray  is  filled  by  wheelbarrows. 
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CONCRETE  COSTS 


TABLE  70.     COST  OF  MACHINE  MIXING  WITH  A   2-BAG 

BATCH  MIXER  PER  CUBIC  YARD  OF  CONCRETE 

IN  PLACE— Continued  (See  p.  416) 

PROPORTIONS     l:2i:5 


Costs  include  wheeling  material  about  50  feet  to  mixer,  charging  mixer,  mix- 
ing, machinery  and  plant  charge,  wheeling  concrete,  leveling  and  tamping, 
also  include  15  per  cent  for  foreman  and  15  per  cent  extra  for  superintendence, 
overhead  charges,  etc.,  but  do  not  include  profit. 

Labor  20ff  per  hour. 


Item 


Concrete 

Discharged 

into 

Barrows 


Concrete 

Discharged 

into 

2-Wheel 

Hand  Carts 


B  w 


Concrete 
Discharged 

into  Cars 
or  Hopper 


Concrete 
Discharged 
into  HopperJinto 

AMD 

Barrows 


n 


£3 


Concrete 

Discharged 

Hopper 

and  2- Wheel 

Hand  Carts 


6» 


«  ■ 

< 


MIXER  CHARGED  BY  BARROWS 


Average  output  in  con- 
tinuous operation 


Wheel  sand 

Wheel  gravel  or  stone 

Mix  and  wet 

Wheel  concrete  50  ft.. 
Level  and  tamp  con- 
crete  


cu.yd. 
4.1 

$ 

0.04 
0.09 
0.39 
0.11 

0.15 


Total  cost  of  labor. . . 

Plant  cost — Machin- 
ery*   

Plant  cost — Carts, 
tools,  etc.f 

Fuel* 


Total  cost  per  cubic 

yard 

Wheel  Concrete  50  ft. 
additional 


cu.yd. 

5.9 
$ 
0.031 


0.78 


0.15 

0.09 
0.03 


1.05 
0.05 


cu.yd. 

6.5 
$ 
0.04 


0.06 
0.27 
0.08 


0.10  0.15 


0.09 
0.03 


0.76 
0.03 


0.09 
0.24 
0.03 


cu.yd. 
9.4 

$ 

0.03 
0.06 
0.17 
0.02 


0.54  0.55 


0.10  0.09 


0.15 
0.03 


0.82 
0.01 


cu.yd. 
6.9 

$ 

0.04 
0.09 
0.23 
0.03 


0.10  0.19 


0.06 

0.15 
0.03 


0.62 
0.01 


cu.yd 
10.0| 

s 

0.03 


0.38  0.58 


0.09 

0.18 
0.03 


0.88 
0.01 


cu.yd. 

6.9 
$ 
0.041 


0.06 
0.16 
0.02 

0.13 


0.40 


0.18 
0.03 


0.67 
0.01 


0.09 
0.23 
0.10 

0.15 


cu.yd. 
10.0 

$ 

0.03 
0.06 
0.16 
0.07 


0.61 


0.06  0.09  0.06 


0.09 
0.03 


0.82 
0.05 


0.10  0.15 


0.42 


0.09 
0.03 


0.60 
0.03 


cu.yd. 

6.9 
$ 

0.04 
0.09 
0.23 
0.03 


cu.yd. 

10.0 

s 

0.03 
0.06 
0.16 
0.02 

0.10 


0.54 


0.09 

0.15 
0.03 


0.81 
0.01 


0.37 


0.06 

0  15 
0.03 


0.61 
0.01 


*  Based  on  a  yearly  cost  of  $489  (see  p.  342) . 

t  Based  on  a  cost  of  tools,  runs,  etc.,  as  given  on  pages  367  to  370. 

J  Based  on  a  cost  of  fuel  of  $0.03  per  cubic  yard  of  concrete. 
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TABLE  70.    COST  OF  MACHINE  MIXING  WITH  A  2-BAG 

BATCH  MIXER  PER  CUBIC  YARD  OF  CONCRETE 

IN  PLACE— Continued  (See  p.  416) 

PROPORTIONS  1:2§:5 

Costs  include  wheeling  material  about  50  feet  to  mixer,  charging  mixer,  mix- 
ing, machinery  and  plant  charge,  wheeling  concrete,  leveling  and  tamping, 
also  include  15  per  cent  for  foreman  and  15  per  cent  extra  for  superintendence, 
overhead  charges,  etc.,  but  do  not  include  profit. 


Labor  20^  per  hour. 

Concrete 
Discharged 

Concrete 

Discharged 

into 

Concrete 
Discharged 
into  Cars 
or  hopper 

Concrete      Concrete 
Discharged  Dischargee 
into  Hopper  into  Hoppei 

Barrows 

2- Wheel 
Hand  Carts 

and 
Barrows 

and2-Wheei 
Hand  Carti 

Item 

H 

w 

H 

H 

H 

*  - 

&  « 
«<  » 

S* 

* » 

o  fc 

2* 

M» 

«  w 

3  w 

«  w 

5  W 

PS  » 

K  M 

«  w 

5  « 

«  H 

M    M 

»3 

QpS 

qtS 

&S 

QfS 

< 

< 

<j     ( 

< 

< 

MIXER  CHARGED  FROM  HOPPER  OR  CAR 


Average  output  in  con 
tinuous  operation 


Sand  and  gravel  or  1 
s  tone  hauled  in  cars  / 

Mix  and  wet 

Wheel  concrete  50  ft. 
Level  and  tamp  con- 
crete  


Total  cost  of  labor. . 

Plant  cost — Machin- 
ery*  

Plant  cost — Carts, 
tools,  etc.f 

Fuelt 


Total  cost 

Wheel  concrete  50  ft. 
additional 


cu.yd. cu.yd. 

5.4     7. 


$ 
0.02 

0.30 
0.11 

0.15 


0.58 


0.11 

0.18 
0.03 


0.90 
0.05 


610 


$ 

0.02 

0.21 
0.08 


0.10  0.15 


0.41 


0.08 

0.18 
0.03 


0.70 
0.03 


cu.yd. 

.40 

$ 

0.02 

0.15 
0.03 


0.35 


0.06 

0.24 
0.03 


cu.yd. 

14 

$ 

0.02 

0.11 
0.02 

0.10 


cu.yd. 


cu.yd.  cu.yd. 

5016.4011.5016.40111 


811 


0.25 


0.04 

0.24 
0.03 


0.68  0.56 


0.01 


0.01 


$ 

0.02 

0.14 
0.03 

0.19 


0.38 


0.05 

0.27 
0.03 


0  73 
0.01 


$ 
0.02 

0.10 
0.02 

0.13 


0.27 


0.04 

0.27 
0.03 


0.61 
0.01 


$ 

0.02 

0.14 
0.10 

0.15 


0.41 


0.05 

0.18 
0.03 


0.67 
0.05 


cu.yd 


$ 
0.021 


.  cu.yd. 
50 
$ 
0.02 


0.10 
0.07 

0.10 


0.29 


0.04 

0.18 
0.03 


0  54 
0.03 


0.14 
0.03 

0.15 


0.34 


0.05 

0.24 
0.03 


0.66 

0.01 


cu.yd. 

16.40 

$ 

0.02 

0.10 
0.02 

0.10 

0.24 

0.04 

0.24 
0.03 

0.55 

0.01 


♦Based  on  a  yearly  cost  of  $489  (see  p.  342). 

t Based  on  a  cost  of  tools,  runs,  etc.,  as  given  on  pages  367  to  370. 
t  Based  on  a  cost  of  fuel  of  $0.03  per  cubic  yard  of  concrete. 
Note. — Hopper  filled  by  cars. 
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TABLE  71.    COST  OF  MIXING  AND   PLACING   CONCRETE 

PER  CUBIC  YARD  OF  CONCRETE  IN  PLACE  (See  p.  417) 

Based  on  given  Cost  of  Plant  and  Cost  of  Labor  per  Day. 
Cost  of  fuel  Is  included  In  Cost  of  Labor. 


g  ~ 

« 
o 

Normal  Output  per  Day 

< 

25  Cubic  Y 
Cost  per  C 

ARDS 

50  Cubic  Yards 

75  Cubic  Yards 

100  Cubic  Yards 

o 

UBIC 

Cost  per  Cubic 

Cost  per  Cubic 

Cost  per  Cubic 

& 

o  * 
o 

Yard 

Yard 

Yard 

Yard 

o 
O 

Labor 

Plant 

Total 

Labor 

Plant 
$ 

Total 

Labor 

Plant 
$ 

Total 

Labor 

Plant 

Total 

$ 

$ 

* 

* 

$ 

$ 

$ 

$ 

$ 

$ 

$ 

* 

f 

20 

0.80 

0.05 

0.85 

0.40 

0.03 

0.43 

0.27 

0.02 

0.29 

0.20 

0.01 

0.21 

600 

40 

1.60 

0.05 

1.65 

0.80 

0.03 

0.83 

0.53 

0.02 

0.55 

0.40 

0.01 

0.41 

60 

2.40 

0.05 

2.45 

1.20 

0.03 

1.23 

0.80 

0.02 

0.82 

0.60 

0.01 

0.61 

I 

80 

3.20 

0.05 

3.25 

1.60 

0.03 

1.63 

1.07 

0.02 

1.09 

0.80 

0.01 

0.81 

f 

20 

0.80 

0.10 

0.90 

0.40 

0.05 

0.45 

0.27 

0.03 

0.30 

0.20 

0.03 

0.23 

1000 1 

40 

1.60 

0.10 

1.70 

0.80 

0.05 

0.85 

0  53 

0.03 

0.56 

0.40 

0.03 

0.43 

60 

2.40 

0.10 

2.50 

1.20 

0.05 

1.25 

0.80 

0.03 

0.83 

0.60 

0.03 

0.63 

[ 

80 

3.20 

0.10 

3.30 

1.60 

0.05 

1.65 

1.07 

0.03 

1.10 

0.80 

0.03 

0.83 

f 

20 

0.80 

0.20 

1.00 

0.40 

0.10 

0.50 

0.27 

0.07 

0.34 

0.20 

0.05 

0.25 

2000  J 

40 

1.60 

0.20 

1.80 

0.80 

0.10 

0.90 

0.53 

0.07 

0.60 

0.40 

0.05 

0.45 

60 

2.40 

0.20 

2.60 

1.20 

0.10 

2.30 

0.80 

0.07 

0.87 

0.60 

0.05 

0.65 

I 

80 

3.20 

0.20 

3.40 

1.60 

0.10 

1.70 

0.17 

0.07 

1.14 

0.80 

0.05 

0.85 

[ 

40 

1.60 

0.30 

1.90 

0.80 

0.15 

0.95 

0.53 

0.10 

0.63 

0.40 

0.08 

0.48 

3000 

60 

2.40 

0.30 

2.70 

1.20 

0.15 

1.35 

0.80 

0.10 

0.90 

0.60 

0.08 

0.68 

80 

3.20 

0.30 

3.50 

1.60 

0.15 

1.75 

1.07 

0.10 

1.17 

0.80 

0.08 

0.88 

I 

100 

4.00 

0.30 

4.30 

2.00 

0.15 

2.15 

1.33 

0.10 

1.43 

1.00 

0.08 

1.08 

40 

1.60 

0.50 

2.10 

0.80 

0.25 

1.05 

0.53 

0.17 

0.70 

0.40 

0.13 

0.53 

60 

2.40 

0.50 

2.90 

1.20 

0.25 

1.45 

0.80 

0.17 

0.97 

0.60 

0.13 

0.73 

5000< 

80 

3.20 

0.50 

3.70 

1.60 

0.25 

1.85 

1.07 

0.17 

1.24 

0.80 

0.13 

0.93 

100 

4.00 

0.50 

4.50 

2.00 

0.25 

2.25 

1.33 

0.17 

1.50 

1.00 

0.13 

1.13 

150 

6.00 

0.50 

6.50 

3.00 

0.25 

3.25 

2.00 

0.17 

2.17 

1.50 

0.13 

1.63 

200 

8.00 

0.50 

8.50 

4.00 

0.25 

4.25 

2.67 

0.17 

2.84 

2.00 

0.13 

2.13 

60 

2.40 

1.00 

3.40 

1.20 

0.50 

1.70 

0.80 

0.33 

1.13 

0.60 

0.25 

0.85 

80 

3.20 

1.00 

4.20 

1.60 

0.50 

2.10 

1.07 

0.33 

1.40 

0.80 

0.25 

1.05 

10000 < 

100 

4.00 

1.00 

5.00 

2.00 

0.50 

2.50 

1.33 

0.33 

1.66 

1.00 

0.25 

1.25 

150 

6.00 

1.00 

7.00 

3.00 

0.50 

3.50 

2.00 

0.33 

2.33 

1.50 

0.25 

1.75 

200 

8.00 

1.00 

9.00 

4.00 

0.50 

4.50 

2.67 

0.33 

3.00 

2.00 

0.25 

2.25 

300 

12.00 

1.00 

13.00 

6.00 

0.50 

6.50 

4.00 

0.33 

4.33 

3.00 

0.25 

3.25 

80 

3.20 

2.00 

5.20 

1.60 

1.00 

2.60 

1.07 

0.67 

1.74 

0.80 

0.50 

1.30 

100 

4.00 

2.00 

6.00 

2.00 

1.00 

3.00 

1.33 

0.67 

2.00 

1.00 

0.50 

1.50 

20000- 

150 

6.00 

2.00 

8.00 

3  00 

1.00 

4.00 

2.00 

0.67 

2.67 

1.50 

0.50 

2.00 

200 

8.00 

2.00 
2.00 

10.00 

4.00 

1.00 

5.00 

2.67 

0.67 

3.34 

2.00 

0.50 

2.50 

300 

12.00 

14.00 

6.00 

1.00 

7.00 

4.00 

0.67 

4.67 

3.00 

0.50 

3.50 

500 

20.00 

2.0022.00 

1        1 

10.00 

1.0011.00 

! 

6.67 

0.67 

7.34 

5.00 

0.50 

5.50 

Note: — When  interpolating  between  different  values  of  "Cost  of  Plant"  see 
that  the  same  "Cost  of  Labor"  is  used. 
Installation  cost  should  be  included  in  Cost  of  Plants  by  Cj( 
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TABLE  71.     COST  OF  MIXING  AND  PLACING  CONCRETE 
Continued     (See  p.  417) 
Assumption:    Plant  runs  100  days*  a  year  and  costs  per  yearf  25  per  cent 
of  its  initial  cost. 


150  Cubic  Yards 


Cost  per  Cubic 
Yard 


Labor  Plant  Total 


0.13 
0.27 
0.40 
0.53 

0.13 
0.27 
0.40 


Labor  Plant  Total  Labor  Plant  Total  Labor  Plant  Total 


0.010.14 
0.010.28 
0.010.41 
0.010.54 


0.020.15 
0.0210.29 
0.020.42 
0.53  0.020.55 


0.13 
0.27 
0.40 
0.53 

0.27 
0.40 
0.53 
0.67 

0.27 
0.40 
0.53 
0.67 
1.00 
1.33 

0.40 
0.53 
0.67 
1.00 
1.33 
2.00 

0.53 
0.67 
1.00 
1.33 
2.00 
3.33 


0.030.16 
0.030.30 
0.030.43 
0.030.56 


0.05J0.32 
0.050.45 
0.050.58 
0.050.72 


080 
080 
080 
080 
081 
081 


170 


0 

0 

0 

0.17 

0.17 

0 


170 
170 


172 


1.35 
.48 
.61 
.75 
.08 
.41 


57 
.70 
84 
1.17 
1.50 
17 


0.330.86 
0.331.00 
1.33 
1.66 


0.33 
0.33 
0.332.33 
0.333.66 


Normal  Output  per  Day 
300  Cubic  Yards 


200  Cubic  Yards 


Cost  per  Cubic 
Yard 


0.10 
0.20 
0.30 
0.40 

0.10 
0.20 
0.30 
0.40 


0.40 
0.50 
0.75 
1.00 
1.50 
2.50 


0.01C 
0.01C 
0.01  ( 
0.01  ( 

0.01( 

o.oik 
o.oik 

0.01f( 

0.03|0. 
0.030. 

o.03|o. 

0.030. 

0.040.: 
0.040. 
0.040. 
0.040. 

0.060. 
0.060. 
0.060. 
0.060. 
0.060. 
0.06U 

0.130, 
0.130. 
0.130. 
0.130. 
0.131. 
0.131. 

0.250.65 
0.250.75 


0.252.75 


Cost  per  Cubic 
Yard 


0.07 
0.13 
0.20 
0.27 

0.07 
0.13 
0.20 
0.27 

0.13 
0.20 
0.27 
0.33 

0.13 
0.20 
0.27 
0.33 
0.50 
0.67 


0.010.081  0.05 
0.10 
0.15 
0.20 


0. 0l|0. 14 
0.010.21 
0.010.28 

O.Ol'o. 08|0.05 
0.10 
0.15 


400  Cubic  Yards 


Cost  per  Cubic 
Yard 


0  01>0. 14 
0.010.21 
0.010.28  0.20 


0.020.09 
0.020.15 
0.020.22 
0.020.29 


0.030 
0.030 
0.030 
0.030 

0.04K) 
0.040 
0.04b 
0.040 
0.040 
0.040 

0.08P 
0.080 
0.080 
0.080 
0.080 
0.081 


16  0.10 
23  0.15 
30  0.20 
36  0.25 


41 


0.17J0.44 
0. 170.50 
0.170.67 
0.170.84 
0.171.17 
0.171.84 


0.05 
0.10 
0.15 
0.20 


0.10 
0.15 
0.20 
0.25 
0.38 
0.50 

0.15 
3510.20 


0.25 
5810.38 
75  0.50 
08  0.75 


0.20 
0.25 
0.38 
0.50 
0.75 
1.25 


0.01 
0.01 
0.01 
0.01 

0.01 
0.01 
0.01 
0.01 

0.01 
0.01 
0.01 
0.01 

0.02 
0.02 
0.02 
0.02 

0.03 
0.03 
0.03 
0.03 
0.03 
0.03 

0.06 
0.06 
0.06 
0.06 
0.06 
0.06 

0.13 
0.13 
0.13 
0.13 
0.13 
0.13 


0.06 
0.11 
0.16 
0.21 

0.06 
0.11 
0.16 
0.21 

0.06 
0.11 
0.16 
0.21 

0.12 
0.17 
0.22 
0.27 

0.13 
0.18 
0.23 
0.28 
0.41 
0.53 

0.21 
0.26 
0.31 
0.44 
0.56 
0.81 

0.33 
0.38 
0.51 
0.63 
0.88 
1.38 


500  Cubic  Yards 


Cost  per  Cubic 
Yard 


Labor  Plant  Total 


$ 

0.04 
0.08 
0.12 
0.16 

0.04 
0.08 
0.12 
0.16 

0.04 
0.08 
0.12 
0.16 

0.08 
0.12 
0.16 
0.20 

0.08 
0.12 
0.16 
0.20 
0.30 
0.40 

0.12 
0.16 
0.20 
0.30 
0.40 
0.60 

0.16 
0.20 
0.30 
0.40 
0.60 
1.00 


0.05 
0.09 
0.13 
0.17 

0.05 
0.09 
0.13 
0.17 

0.05 
0.09 
0.13 
0.17 

0.10 
0.14 
0  18 


0.01 
0.01 
0.01 
0.01 

0.01 
0.01 
0.01 
0.01 

0.01 
0.01 
0.01 
0.01 

0.02 
0.02 
0.02 
0.02  0.22 

0.03  0.11 
0.03!  0.15 
0.0310.19 
0.031  0.23 
0.03  0.33 
0.03  0.43 

0.05  0.17 
0.05  0.21 
0.05  0.25 
0.05!  0.35 
0.05  0.45 
0.05i  0.65 

O.IO'  0.26 
0.10  0.30 
0.10  0.40 
0.10  0.50 
0,10  0.70 
O.lOi  1.10 


*  If  plant  runs  150  days  a  year,  plant  cost  per  cubic  yard  will  be  reduced  33 
per  cent. 

t  If  yearly  cost  of  plant  is  taken  at  20  per  cent  of  its  initial  cost  the  plant 
cost  per  cubic  yard  will  be  reduced  20  per  cent. 


CHAPTER  XIV 
FORMS  FOR  MASS  CONCRETE 

The  design  of  forms  for  mass  concrete  is  governed  so  much  by 
the  character  of  the  construction  that  only  a  general  treatment  can 
be  given.  The  thickness  of  the  mass;  the  length  of  wall  surface;  the 
height  of  wall  surface;  location  above  or  below  ground  level;  character 
of  machinery,  if  available  for  handling;  and  many  other  conditions 
affect  the  design. 

If  the  construction  is  small  and  especially  if  the  lumber  can  be 
used  afterwards  in  the  permanent  structure,  it  may  be  economical 
to  cover  the  entire  surface  with  common  sheathing  nailed  to  joists 
or  studs  that  are  suitably  supported  and  braced.  Frequently  the 
studs  in  two  opposite  wall  forms  can  be  tied  together  so  as  to  avoid 
timber  bracing.*  In  other  cases,  light  movable  forms  may  be  made. 
For  such  work  as  locks  and  dams,  where  forms  are  to  be  used  many 
times  and  can  be  handled  by  machinery,  heavier  construction  is 
needed  to  prevent  racking.  For  high  masses,  such  as  dams,  the  forms 
may  be  anchored  into  the  concrete  and  the  anchors  left  in  place. 

A  form  suitable  for  a  large  mass  like  a  dam  is  illustrated  in  Fig. 
37,  page  447.  The  form  is  sectional  and  may  be  from  3  to  5  feet  in 
height  and  10  to  15  feet  in  length.  The  rods  and  turnbuckles  are 
left  imbedded  in  the  concrete.  This  at  first  appears  extravagant, 
but  the  cost  of  these  anchorages  does  not  amount  to  more  than  3  or 
4  cents  per  square  foot  of  wall  surface  and  their  use  may  avoid  the 
cost  of  expensive  bracing.  The  blocks  separating  the  bolts  from  the 
form  are  removed  before  placing  the  next  layer  of  concrete,  so  that 
only  the  bolt  holes  have  to  be  filled  after  removing  the  form. 

A  number  of  other  types  of  forms  suitable  for  wall  construction 
are  illustrated  in  Chapter  XVI.  Further  suggestions  on  form  design 
for  mass  concrete  may  be  obtained  by  consulting  the  various  articles 
on  the  subject  that  are  tabulated  on  page  448. 

*Forms  connected  by  wire  ties  are  illustrated  in  Taylor  and  Thompson's  "Concrete, 
Plain  and  Reinforced,"  second  edition,  p.  295. 
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REFERENCE  LIST  OF  FORMS  FOR  MASS  CONCRETE 


LOCATION 

STRUCTURE 

DESCRIPTION  OF  FORMS 

,   REFERENCE 

Androscoggin    River, 

Made  up  in  panels  3  feet 

Eng.    Contr.,  Jan.    4, 

Maine 

Dam 

wide  by  10  feet  long,  bolt- 

1911, p.  33. 

ed  to  buttresses  previously 

Penn.  R.  R.  Station, 

built. 

New  York  City 

Retaining  walla 

Made  in  panels  24  feet  wide 

Eng.  Contr.,  Apr.  13 

by  62  feet  high,  held  by 

1910,  p.  328. 

bracing  and  cables. 

Panama  Canal 

Canal  Locks 

Made  in  panels  6  feet  high, 

Eng.  Contr.,  July  27, 

supported     by     uprights 
used  as  cantilevers  held  by 

1910,  p.  70. 

bolts  in  the  concrete. 

Cleveland,  Ohio 

Bridge  piers 

Made  in  sections  of  vary- 

Eng. Contr.,  Sept.  14 

ing  size;  lagging  both  ver- 

1910, p.  222. 

tical  and  horizontal;  sec- 

tions held  by  bolts  and 

Penn.  R.  R.,  New  York 

wiring. 

City 

Tunnel  approaches 

Interior     movable    forms, 

Eng.  Contr.  Sept.  21, 

sprung  free  by  using  keys , 

1910,  p.  244. 

turnbuckles,  and  wedges. 

New  York  Barge  Canal 

Concrete  walls 

Made  In  sections  40  feet  long 

Eng.  Contr.,  Sept.  21, 

by  16  feet  high,  held  by 

1910,  p.  246. 

through  bolts. 

New  York  Barge  Canal 

Lock  walls 

Made  in  panels  about  4  feet 

Eng.     Rec.,     Apr.    3 

high,  held  by  bolts 

1909,  p.  425. 

Connecticut  River. 

Dam 

Made  in  panels  10  feet  long 
by  varying  widths,  held 

Eng.     Rec.,     Apr.    3 

1909,  p.  445. 

by  wiring  to  the  concrete. 

New  York*  Barge  Canal 

Lock  walls 

Made  in  panels  27  feet  wide 

Eng.     Rec.,     Apr.    3, 

by  32  feet  high,  held  by 

1909,  p.  430. 

through  bolts. 

Chattanooga,  Tenn 

Heavy  walls 

Made  in  panels  15  feet  long 

Eng.    Rec.,    Apr.    24, 

by  5  feet  high,  supported 

1909,  p.  540. 

by  uprights  as  cantilevers 

held  by  bolts  in  the  con- 

crete. 

Fort  Morgan,  Ala 

Sea  wall 

Curved    forms    made    oy 

Eng.    Rec.,    Apr.    24, 

planking  in  trussed  seg- 

1909, p.  545. 

ments,  supported  by  posts 

and  bracing. 

St.  Louis,  Mo 

Walls    of    filtering 

Made  in  panels  3  to  4  feet 

Eng.     Rec.,     July    6, 

reservoir 

high  by  varying  lengths, 
held  by  wires  run  through 
the  wall  and  fastened  to 
short  bolts  at  each  side 
form. 

1907,  p.  16. 

McCall  Ferry,  Penn 

Dam 

Made    in  sections  40  feet 

Eng.    Rec.,   Sept.    21, 

long  by  the  full  height  of 

1907,  p.  319. 

dam,  about  55  feet.  Struc- 

tural steel  framing  lagged 

with  wood. 

C.  B.  &  Q.  R.  R 

Retaining  walls 

Sectional  and  continuous, 

Eng.     Rec.,     Mar.    9, 

held    by    through    bolts 

1907,  .p.  338. 

N.  Y.C.  &H.R.R.R., 

and  bracing. 

New  York 

Retaining  walls 

Made  In  sections  20  feet 

Eng.     Rec.,     Jan.    6, 

high  by  52  feet  long,  held 

1906,  p.  24. 

together  by  J-inbh  through 

rods    with    sockets    and 

short  bolts. 
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CHAPTER  XV 

ARCH  CENTERS 

Centering  for  concrete  arches  is  similar  to  that  for  stone  arches  in 
design  and  construction.  A  reinforced  concrete  arch  is  apt  to  be 
thinner  and  therefore  lighter  in  weight  than  a  stone  arch,  thus  requir- 
ing somewhat  lighter  supports.  By  laying  the  concrete  in  rings, 
less  eccentric  thrust  is  produced.  Close  lagging  or  else  sheet  metal 
is  of  course  required  for  concrete. 

In  the  present  chapter  no  unit  costs  of  arch  centering  are  presented, 
but  on  page  461  is  given  a  curve  indicating  the  quantity  of  lumber 
required  for  arches  of  different  span.  Several  illustrations  are  given 
of  both  wood  and  steel  centering  and  a  brief  description  of  a  number 
of  designs  that  have  been  used  successfully  in  construction.  A 
list  of  references  to  descriptions  of  arch  centering  in  current  liter- 
ature is  given  on  page  463.  Examples  of  costs  of  several  con- 
crete arches  including  costs  of  centering  are  given  in  Chapter  II, 
page  26. 

Design  of  Arch  Centers.  The  design  of  centering  is  governed  by 
the  character  of  the  ground  below  the  arch,  the  weight  of  the  arch 
ring,  and  the  span  of  the  arch. 

A  clear  span  from  abutment  to  abutment  may  be  required  if  the 
bridge  is  located  over  deep  water  or  over  a  street  open  to  traffic. 
Unless  the  span  is  very  short,  this  may  necessitate  a  truss  design.  If, 
as  is  usually  the  case,  intermediate  supports  are  permissible,  the  design 
is  simpler  and  the  posts  may  run  from  mud  sills,  resting  on  the  ground 
or  upon  piles,  up  to  the  arch  ribs. 

For  either  type  of  construction,  the  weight  of  the  concrete,  with  a 
small  allowance  for  the  construction  load,  should  be  computed  and 
the  stresses  in  the  centering  figured.  The  tables  in  Chapter  XX, 
will  be  found  of  value  in  these  computations.  A  smaller  factor  of 
safety  may  be  used  than  in  permanent  timber  construction,  but  it 
must  be  noted  that  the  critical  point,  when  the  posts  rest  upon,  or 
support,  horizontal  timbers  or  blocks  or  wedges,  is  apt  to  be  the  bear- 
ing value  of  timber  with  the  grain.  It  is  advisable  to  limit  the  crush- 
ing stress  on  soft  wood  with  the  grain  to  400  pounds  per  square  inch 
and  on  hard  wood  to  700  pounds  per  square  inch,     For  wedges,  300 
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pounds  per  square  inch  may  well  be  the  limit  to  provide  for  imper- 
fect bearing.  Wedges  should  be  made  of  hard  wood  so  that  they  can 
be  driven  without  crushing.  The  centering  must  be  braced  thoroughly 
so  as  to  keep  its  shape  under  the  unequal  loading  during  the  laying 
of  the  concrete.* 

CENTERS  FOR  ARCHES  OF  SHORT  SPAN 

.  The  simplest  centering,  suitable  for  an  arch  of  a  few  feet  span,  such 
as  a  small  sewer  or  culvert,  consists  of  ribs  of  a  single  board  or  plank 


ing  ttyj* 


Center  for  Arch  of  5-Foot  Span.     (See  p.  451) 


sawed  to  the  curve  of  the  arch  and  spaced  from  18  to  30  inches  apart, 
according  to  the  weight  to  be  supported  (see  Table,  page  610),  and 
covered  with  narrow  tongued-and-grooved  boards  or  plank.  For 
slightly  longer  spans,  up  to,  say,  10  feet,  the  ribs  may  consist  of 


♦Mr.  Ira  O.  Baker,  in  "Masonry  Construction"  10th  Edition,  1909,  p.  650,  gives 
practical  suggestions  on  the  design  of  centering  with  a  table  of  masonry  pressures 
which  also  may  be  adapted  to  concrete  construction.  Mr.  W.  J.  Douglas  in  Engi- 
neering News,  December  20,  1906,  p.  643,  and  January  24, 1907,  p.  98,  gives  excellent 
suggestions  for  form  construction  and  quotes  specifications  of  the  Piney  Branch  Bridge. 
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pieces  of  2-inch  plank — the  number  depending  upon  the  width  of 
the  plank  as  well  as  the  shape  of  the  arch — lapped  over  each  other, 
so  as  to  break  joints,  and  spiked  solidly  together.  After  spiking,  the 
curve  of  the  arch  is  marked  on  them  and  they  are  sawed  to  this  line. 
Typical  centers  of  5-foot  and  8-foot  spans  are  shown  in  Figs.  38  and  39.* 
For  longer  spans,  even  up  to  30  feet,  similar  ribbed  construction 
may  be  adopted,  stiffened  by  one  or  three  braces  which  run  ver- 
tically arid  diagonally  down  to  the  center  of  a  horizontal  timber. 


■A  Mx^/a  lagging 


Fig.  39.    Center  for  Arch  of  8-Foot  Span.     (See  p.  451) 

These  may  span  from  abutment   to  abutment  or  else  be  supported 
by  a  post  at  the  center. 

CENTERS  FOR  ARCHES  OF  LONGER  SPAN 

In  larger  arches,  the  spacing  of  the  posts  is  governed  by  the  height 
and  the  weight  of  the  arch  and  by  the  character  of  the  ground  under- 
neath.    If  the  posts  are  difficult  to  place  or  require  pile  supports, 


*From  "Concrete  in  Highway  Construction,"  published  by  the  Atlas  Portland 
Cement  Co. 
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it  may  be  cheaper  to  use  comparatively  few  posts  and  a  more  com- 
plicated truss.  In  general,  where  the  arch  is  comparatively  low  and 
the  span  30  feet  or  more,  the  cheapest  plan  is  to  frame  the  vertical 
posts  into  bents  parallel  to  the  center  line  of  the  arch  and  support  the 
ribs  upon  wedges  resting  directly  upon  the  caps  of  the  bents. 

When  the  posts  run  clear  up  to  the  ribs  and  are  therefore  of 
varying  lengths,  the  distance  from  the  under  surface  of  the  arch 
to  the  level  of  the  springing  line  should  be  computed  in  the  drafting 
room  and  entered  on  the  plan.  Then,  when  the  superintendent  on 
the  job  takes  levels  on  the  sills,  he  may  readily  figure  the  total 
length  of  each  post. 

A  simple  type  of  centering,  supported  on  posts,  is  shown  in  Fig.  40, 
page  453. 

For  wedges,  use  preferably  seasoned  oak  8  inches  wide  by  4  inches 
thick  at  one  end  and  2  inches  at  the  other  by  8  inches  long,  planed  on 
sliding  faces  and  thoroughly  greased.  When  setting  the  center,  these 
wedges  are  placed  upon  the  caps  of.  the  bents,  under  the  ribs,  or  else, 
if  the  center  is  a  truss,  under  the  lower  chords. 

If  sand  boxes  are  used  instead  of  wooden  wedges,  the  sand  must 
be  thoroughly  packed  to  prevent  settlement  of  the  arch  before  the 
concrete  has  set.  The  sand  is  readily  removed  by  letting  it  out 
through  a  hole  in  the  box.  Jack  screws  are  sometimes  used  in  place 
of  wedges  or  sand  boxes.  By  any  of  these  means  the  centering  is 
easily  lowered. 

The  salvage  value  depends  upon  the  design  of  the  centering  and  the ' 
availability  of  the  lumber  for  other  purposes. 

TUNNEL   CENTERING 

Centering  for  concrete  tunnel  linings  is  designed  for  each  special 
case  according  to  the  local  conditions.  Some  of  the  notes  given 
in  connection  with  arch  centers  will  be  of  interest  in  deciding  upon 
the  design  and  construction.  Two  illustrations  of  tunnel  centering 
of  well-designed  types  are  described  and  illustrated  below. 

Tunnel  Centering,  Shawinigan  Falls,  Canada*.  The  centering  is 
illustrated  in  Fig.  41,  page  454.  Angles  3  by  3  by  ^-inch  formed 
the  ribs,  which  were  stiffened  by  segments  of  2-inch  planks  bolted 
to  them.     The  frame-work  consisted  chiefly  of  8-inch  timber  bracing, 

♦The  work  is  described  in  Engineering  Record,  April  4, 1908,  page  452. 
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End  Elevation, 


jxizld'ctoc 


Side    Elevation 

Fig.  40.     Centering  for  Sandy  Hill  Arch  Bridge,  60  Foot  Span.     (See  p.  452)* 

*Redrawn  from  paper  on  "Concrete  Bridges  Across  Hudson  River  at  Sandy  Hill, 
New  York,"  by  William  H.  Burr,  Transactions  American  Society  of  Civil  Engineers, 
Vol.  LIX,  1907,  page  198. 
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the  centers  for  the  invert  and  arch  being  independent,  with  a  space 
of  6  inches  between  them  for  wedges  and  adjustment.  The  ribs  were 
spaced  2|  feet  apart,  and  the  lagging,  which  was  of  2  by  4-inch 
dressed  spruce  with  two  edges  beveled,  was  cut  in  lengths  of  13  feet. 
The  horizontal  angle  of  the  arch  rib  supported  a  track  for  concreting. 
A  track  was  laid  in  the  invert  for  the  mucking  car. 


Fig.  41.     Centers  for  Tunnel,  Shawinigan  Falls.  (See  p.  452) 

North  River  Tunnels,  Penna.  R.  R.*  Although  the  North  River 
tunnel  is  of  too  large  a  size  to  be  typical  of  construction,  the  centers 
used  in  placing  the  concrete  are  adapted  to  smaller  diameters.  The 
centering  is  illustrated  in  Fig.  42,  page  455. 

*See  paper  by  B.  H.  M.  Hewett  and  W.  L.  Brown  on  "The  New  York  Tunnel 
Extension  of  the  .Pennsylvania  R.  R. — The  North  River  Tunnels,"  Transactions 
American  Society  Civil  Engineers,    Vol.  LXVIII,    1910,  page  280. 
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After  placing  the  invert  for  the  roadbed,  an  adjustable  frame- work 
supported  on  wheels,  running  on  a  track,  was  placed  upon  it.  Six- 
inch  cross  timbering  was  used  on  the  sides  of  the  tunnel  below  the 
springing  line  of  the  arch. 

The  arch  centers  were  made  in  20-foot  lengths.  The  segments 
were  braced  by  longitudinal  timbers,  blocked  and  wedged  up  from 


Fig.  42.     Centering  for  North  River  Tunnel.     (See  p.  454) 

the  steps  of  the  ducts.  The  centers  were  moved  ahead  on  rollers. 
The  ribs  were  spaced  5  feet  apart,  with  lagging  3  by  4  inches  by  10 
feet  long.  The  key  lagging  was  formed  of  blocks  of  timber  6  inches 
long  in  the  direction  of  the  tunnel  and  2  feet  wide.  The  lagging  on 
each  side  for  a  distance  of  4  feet  up  from  the  springing  line  was 
framed  so  that  it  could  be  swung  in  a  few  inches  to  allow  the  center- 
ing to  clear  the  concrete. 
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STEEL   CENTERING 

Steel  centering  for  reinforced  concrete  has  been  used  in  many 
special  instances  with  good  results. 

Steel  is  well  adapted  to  arch  forms  because  it  can  be  bent  to  the 
required  shapes,  it  is  easily  collapsed  for  removal,  and  can  be  used  a 
great  many  times  but  as  concrete  adheres  to  it  more  readily  than  to 
wood,  care  must  be  taken  in  oiling  and  removing  the  forms.  Circular 
work  in  wood  is  expensive  and  although  the  first  cost  is  usually  less 
than  the  first  cost  of  steel,  durability  of  steel  may  make  it  the  more 
economical.  A  patented  type  of  collapsible  steel  form  is  shown  in 
Fig.  43. 


f  Rivets  3Mc.c. 

Fig.  43.     Collapsible  Steel  Centering  for  a  4-foot  Arch.     (See  p.  456) 

Several  typical  structures  are  briefly  described  in  the  following  pages 
and  references  to  the  original  articles  given  in  the  foot-notes. 

Steel  Sewer  Centering,  St.  Louis,  Mo.*  Steel  centers  were  used 
for  the  large  Harlem  Creek  sewers,  some  of  which  are  29  feet  clear 
span  by  19  feet  high  inside.  The  forms  were  made  in  25-foot  lengths 
and  weighed  about  15  tons.     They  were  expanded  to  the  full  shape 

♦The  work  is  illustrated  in  Engineering  News,  July  30,  1908,  page  131. 
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or  contracted  to  clear  the  concrete  by  screws  connected  to  the  inner 
framing.  The  section  was  shifted  ahead  on  small  wheels  attached 
to  the  I-beams,  which  supported  the  centering,  and  running  on  rails 
fastened  to  timbers  laid  in  the  invert. 

Steel  Culvert  Centering,  Gatun  Dam.*  Culverts  were  here  con- 
structed up  to  18  feet  in  diameter,  of  both  horseshoe  and  circular 
shaped  section.  The  steel  forms  were  made  in  sections  12  feet 
long  with  steel  plate  sheathing  and  angle  iron  framing  in  the  form 
of  two  nearly  vertical  trusses  hinged  at  the  top  and  separated  by 
horizontal  struts  below.  The  struts  were  contracted  by  screws  so 
as  to  spring  the  forms  clear  of  the  concrete.  Trucks  under  the 
centers  shifted  them  ahead  as  the  work  progressed. 

Steel  Arch  Centering,  Rocky  River  Bridget  The  centering  for 
the  smaller  arches  of  the  Rocky  River  Bridge  at  Cleveland,  Ohio, 
was  of  timber  construction,  while  the  280-foot  span  was  built  with  steel 
centering  in  the  shape  of  two  arched  trusses  hinged  at  the  crown 
so  as  to  form  a  three-hinged  arch.  Four  sets  of  planed  cast  steel 
wedges,  four  wedges  to  a  set,  held  in  place  by  a  screw,  supported 
the  weight  of  the  arch  at  its  spring.  The  bridge  was  a  ribbed  arch 
so  that  the  centering  was  made  for  only  one  rib  and,  when  this  was 
completed,  it  was  shifted  to  the  next.  Steel  I-beams,  which  were 
afterwards  used  in  the  construction  of  the  flooring  for  the  street 
railway  track,  were  placed  across  over  the  ribs  to  support  the  frame- 
work of  the  wooden  lagging. 

Steel  Arch  Centering,  Harrisburg,  Pa.J  The  Mulberry  Street 
Viaduct  is  a  reinforced  concrete  structure  having  23  arches  of  various 
spans  built  over  30  railroad  tracks  that  had  to  be  kept  clear  at  all 
times.  To  accomplish  this,  the  centering  was  of  the  cantilever 
type,  the  steel  reinforcement  of  the  piers  being  made  to  carry  the 
tensile  stresses  of  this  cantilever  as  the  concrete  was  placed  on  both 
sides  of  the  pier  simultaneously.  The  spans  built  with  this  con- 
struction were  of  100  feet,  each  cantilever  extending  a  little  more 
than  one-quarter  of  the  span,  thus  making  the  space  between  the 
ends  of  the  cantilevers  a  little  less  than  50  feet. 

The  steel  cantilever  forms  were  made  of  A-inch  steel  with  5-inch 
and  6-inch  angles,  the  forms  for  each  rib  measuring  12  feet  high  at 
the  piers  and  4  feet  high  at  the  outer  ends. 

*The  work  is  described  in  "  Engineeing  Record"  October  30,  1909,  page  484. 
fThe  work  is  described  in  "Concrete  Engineering"  July,  1909,  page  178. 
JThe  work  is  described  in  "Engineering  Record"  April  3,  1909,  page  377. 
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Steel  Arch  Centering,  Hopatcong  Cut-Off,  D.  L.  &  W.  R.  R.*     The 

bridge  has  5  arches  of  150-foot  span  and  2  of  120  feet.  The  larger 
arches  were  built  with  two  steel  centers  which  were  moved  ahead  to 
build  the  other  arches.  The  centers  consisted  of  a  number  of  trussed 
arch  ribs  placed  together  laterally.  The  arch  rib  connections  were 
riveted  except  at  the  crown  hinge.  To  lower  the  centering  and  clear 
the  concrete,  two  of  the  struts  near  the  crown  were  provided  with 
specially  devised  right  and  left  thread  screws,  by  means  of  which 
they  could  be  lengthened  so  as  to  spread  the  quadrilaterals  of  which 
they  formed  a  part  and  thus  separate  the  hinge. 

Steel  Centering  for  Concrete  Water  Tower,  Westerly,  R.  I.f  The 
standpipe  at  Westerly,  R.  L,  is  40  feet  inside  diameter  and  70  feet 
high  with  a  capacity  of  650  000  gallons.    The  walls  are  14  inches  thick. 

The  inside  forms  were  of  f-inch  sheet  steel  6  feet  in  height,  while 
the  outside  forms  were  of  the  same  steel  in  sections  3  feet  in  height 
by  6  feet  long,  2  sets  of  these  being  used.  Planed  angles,  3  by  3  by 
\  inch,  were  riveted  around  the  edge  of  each  3-foot  section,  with 
two  intermediate  verticals  for  stiffening.  To  release  the  inside  form 
for  raising  it,  the  steel  sheeting  at  one  place  overlapped  6  inches  and 
the  angle  irons. were  provided  with  turnbuckles  which  made  it 
possible  to  spring  the  entire  circle  of  forms  to  a  smaller  diameter  so 
that  it  could  be  raised  at  one  operation.  A  steel  staging,  supported 
upon  four  4  by  4-inch  posts,  was  especially  designed  for  the  inside  of 
the  standpipe,  to  be  raised  as  the  work  progressed. 

UNIT  TIMES  ON  ARCH  CENTERS  NOT  GIVEN 

It  is  possible  to  analyze  the  times  of  the  carpenters  and  the  costs 
of  building  arch  centers  in  similar  fashion  to  the  plan  followed  in 
forms  for  building  construction,  Chapter  XXII,  but  since  the  number 
of  arches  built  each  year  is  comparatively  small,  the  subject  is  of  less 
general  interest,  so  that  the  costs  are  treated  for  the  present  only 
in  a  general  way.  However,  the  information  given  is  intended  to 
be  full  enough  to  provide  for  ordinary  estimates. 

Instead  of  determining  unit  times,  rules  are  given,  (1)  for  estimat- 
ing quantity  of  lumber  for  arches  of  different  span  and  rise,  and  (2) 
for  estimating  the  cost  of  labor  per  1000  feet  B.  M.  of  lumber. 

*The  work  is  described  in  "Engineering  News"  December  30,  1909,  page  713. 
fThe  work  is  described  in  "Engineering  and  Contracting/1  October  5,  1910,  page  285. 
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QUANTITY  OF  LUMBER  FOR  CENTERS 

A  study  of  a  large  number  of  designs  of  arch  centers  shows  that, 
on  the  average,  there  is  a  fairly  definite  relation  between  the  rise 
and  span  of  the  arch  and  the  quantity  of  lumber  in  the  centering. 

It  is  possible  therefore  to  estimate  approximately  in  advance  the 
quantity  of  lumber  required  for  a  given  span  and  rise  of  arch,  varying 
this  by  judgment  for  special  conditions.  Of  course  when  ordering 
the  lumber  for  centering,  it  is  necessary  to  actually  design  the  false- 
work, not  only  to  obtain  the  exact  quantity  required  but  also  the 
exact  dimensions  of  the  various  pieces. 

Curve  of  Quantity  of  Lumber  for  Centering.  To  find  the  best 
way  of  estimating  the  quantity  of  lumber  for  any  given  arch,  the 
quantity  of  lumber  actually  used  in  the  centers  of  a  large  number  of 
arches  has  been  figured  and  studied  with  a  view  to  obtain  some  gen- 
eral rule.  It  is  evident  that  as  the  span  and  rise  of  the  arch  increases, 
more  lumber  is  needed  per  square  foot  of  surface  because  a  heavier 
weight  is  to  be  supported.  After  a  number  of  trials,  it  was  found 
that  the  quantity  of  lumber,  when  plotted  in  terms  of  the  span  plus 
the  rise,  took  the  form  of  a  smooth  curve.  This  curve'  is  given, 
together  with  the  points  from  which  it  is  obtained,  on  page  461.  It 
will  be  noticed  that  the  curve  runs  down  to  as  small  a  span  as  3 
feet. 

The  values  in  the  curve  are  given  per  foot  of  width  of  arch.  That 
is,  having  found  the  ordinate  on  the  curve  corresponding  to  the  span 
plus  rise  of  the  arch  in  question,  the  value  of  the  ordinate  is  multi- 
plied by  the  width  of  the  arch,  i.e,  by  the-length  of  barrel  or  crown  line. 

For  a  skew  arch  take  the  span  as  the  center  line  on  the  skew.  The 
use  of  the  curve  is  illustrated  in  the  following  examples. 

Example  1:  What  will  be  the  approximate  quantity  of  lumber 
for  centering  for  an  ordinary  arch  30  feet  wide,  40-foot  span,  and  10- 
foot  rise? 

Solution:  Referring  to  the  curve,  page  461,  we  find  directly  that 
380  feet  B.  M.  of  lumber  will  be  needed  per  foot  of  width  for  an  arch 
of  50-foot  span  plus  rise.  Since  the  curve  allows  for  waste,  this 
quantity  may  be  used  directly  in  figuring  the  cost  of  the  lumber  and 
we  have  380  X  30  =  11400  feet  B.  M.  for  the  total  quantity  of  lum- 
ber required.  Allowance  should  be  made  for  salvage,  which  depends 
upon  the  design  of  the  centering  and  the  probable  future  use  of  the 
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Example  2:  What  will  be  the  quantity  of  lumber  per  square  foot 
of  surface  of  soffit  of  arch  of  Example  1? 

Solution:  The  length  of  the  3-centered  curve  of  the  soffit  of  an 
arch  of  40-foot  span  and  10-foot  rise  is  approximately  48^  feet.  Hence 
quantity  of  lumber  per  square  foot  of  surface  of  soffit  is  the  quantity 
from  curve,  380,  divided  by  this  length,  or  7.84  feet  B.  M. 

Cost  of  Lumber  for  Centers.  In  figuring  the  approximate  cost  of 
lumber  from  the  quantity  obtained  from  the  curve,  as  illustrated  in 
the  example  just  given,  the  price  per  thousand  must  include  the  cost 
of  delivery  of  the  lumber  as  well  as  the  market  rate.  The  price  per 
thousand  feet  will  differ  with  the  size  and  finish,  and  any  average 
price  must  be  based  on  costs  of  the  different  parts,  taking  into  con- 
sideration the  relative  quantity  of  each  required. 

COST  OF  LABOR  BUILDING  AND  REMOVING  FORMS 

Examination  of  a  large  number  of  actual  cost  records  shows  that 
the  most  nearly  constant  unit  to  use  for  labor  costs  in  the  building 
of  centers  is  the  cost  per  thousand  feet  board  measure  of  lumber.  An 
inspection  of  the  curve  on  page  461  illustrates  the  impossibility  of 
basing  costs  on  the  surface  area  of  the  arch,  because  so  much  more 
material  is  required  for  long  spans,  in  proportion  to  the  area,  than 
for  short  spans.  The  curve  also  shows  that  the  area  of  road  surface 
above  the  arch  would  be  equally  inaccurate. 

On  the  other  hand,  figuring  the  cost  per  1000  feet  board  measure 
of  labor  in  a  large  number  of  actual  cases,  we  find  that  the  variation 
is  no  more  than  always  must  be  expected  in  averages  of  this  kind. 
Published  unit  costs  frequently  give  the  cost  of  labor  at  $8.00  to 
$10.00  per  1000  feet  board  measure  for  centering,  but  the  authors 
have  been  unable  to  find  authorization  for  this,  except  in  one  or  two 
isolated  cases  where  the  conditions  were  abnormally  simple. 

Averaging  a  number  of  jobs,  with  spans  ranging  from  18  to  160 
feet,  it  is  found  that  the  cost  of  labor  does  not  vary  in  any  definite 
degree  with  the  span  of  the  arch,  b(ut  that  the  following  figures  will 
apply  satisfactorily  to  ordinary  cases  and  be  sufficiently  exact  for 
estimates  of  cost. 

With  carpenter  labor  at  40^  per  hour,  average  labor  cost  is  about 
$25.00  per  1000  feet  B.  M.  net,  or  $30.00  including  allowances  for 
superintendence  and  overhead  charges,  but  not  including  charges 
for  home-office  expenses  or  profit.     The  range  in  total  cost,  except 
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under  very  unusual  conditions,  is  apt  to  be  from  $25.00  to  $35.00 
per  1000  feet  board  measure. 

With  carpenter  labor  at  50j£  per  hour,  labor  cost  for  building  and 
removing  centering  may  be  estimated  at  $31 .00  per  1000  feet  board 
measure  net,  or,  with  an  allowance  of  20  per  cent,  as  $37.00.  The 
range  in  different  cases  will  be  ordinarily  from  $32.00  to  $42.00. 
per  1000  feet  board  measure. 

These  costs  apply  to  ordinary  contract  work.  City  labor  without 
very  careful  superintendence  may  be  even  higher,  while  with  thorough 
organization  and  scientific  layout,  so  as  to  avoid  lost  time  and  give 
the  carpenters  an  incentive  to  push  the  work  through,  the  costs 
should  be  at  least  cut  in  two. 

REFERENCES   TO    LITERATURE   ON   ARCH   CENTERING 

The  following  references  from  current  literature  will  afford  sugges- 
tions for  the  design  and  construction  of  centers  under  various  con- 
ditions and  for  different  spans. 
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REFERENCES  TO  DESIGNS  OF  CENTERS  FOR  ARCH 

BRIDGES 


Number     of 
Supports  in 

Span 

Rise 

Each  Row 
in  Length 
op  Span 

Name  or  Location 

Reference 

.  295  ft. 

59  ft. 

Plauen,  Saxony 

Eng.  News,  Jan.  28,  1904,  p.  73 

280  ft. 

90  ft. 

2 

Rocky   River,   Cleveland, 

0.* 
Luxemburg  Bridget 

Con.  Eng.,  July,  1909,  p.  181 

277  ft. 

4 

Eng.  News,  Mar.  5, 1903,  p.  206 

259  ft. 

87  ft. 

14 

Switzerland 

Eng.  News.  Aug.  5, 1909,  p.  136 

233  ft. 

70  ft. 

19 

Walnut  Lane,  Phila. 

Eng.  News,  Aug.  15, 1907,  p.  168 

21 H  ft. 

86  ft.  8 J  in. 

4 

Kempten,  Bavaria 

Eng.  News,  May  2, 1907,  p.  48i 

187*  ft. 

32  ft. 

16 

Lautrach,  Bavaria 

Eng.  News,  May  2, 1907,  p.  480 

150  ft. 

75  ft. 

9 

Conn.  Ave.,  Washington 

Eng.  News,  June  1, 1905,  p.  575 

150  ft. 

40  ft. 

2 

Delaware  River* 

Eng.  News,  Dec. 30, 1909,  p.  717 

140  ft. 

30  ft. 

13 

Big  Muddy  River 

Eng.  News,  Nov.  12, 1903,  p.  429 

140  ft. 

24  ft. 

8 

Bellows  Falls,  Vt. 

Jour.  Assn.   Eng.  Soc,  July, 

125  ft. 

39  ft. 

11 

Piney  Creek,  Washington 

1901,  p.  3 
Eng.  Rec,  Jan.  26,  1907,  p.  89 

125  ft. 

39  ft. 

13 

Washington,  D.  C. 

Eng.  News,  Apr.  19, 1906,  p.  453 

120  ft. 

60  ft. 

11 

Paulins  Kill  Viaduct 

Eng.  Rec,  Aug.  15, 1908,  p.  193 

120  ft. 

15  ft. 

3 

Yellowstone  River 

Eng.  News,  Jan.  14, 1904,  p.  27 

106  ft.  8  In, 

llft.91n. 

9 

Dover,  Ohio 

Eng.  Rec,  Feb.  9,  1907,  p.  145 

105  ft. 

16*  ft. 

11 

Pelham,  N.  Y. 

Eng.  Rec,  Oct.  31,  1908,  p.  485 

100  ft. 

Cantilever 

Harrisburg,  Penn. 

Eng.  Rec,  Apr.  3,  1909,  p.  377 

80,90&100ft. 

14,13, &llft 

Miami  River,  Dayton,  O. 

Eng.  Rec,  Mar.  24, 1906,  p.  387 

100  ft. 

40  ft. 

6 

C.C.C.  <fc  St.L.R.R. 

Eng.  Rec,  Mar.  3,  1906,  p.  28 
Eng.  News,  Apr.  8, 1909,  p.  377 

100  ft. 

32  ft. 

9 

Conococheague  Cieek 

86  ft. 

43  ft. 

4 

Santa  Anna  Viaduct 

Eng.  Rec,  Sept.  9,  1905,  p.  286 

82andl50ft. 

9 

Washington,  D.  C. 

Eng.  Rec,  June  2, 1906,  p.  676 

81  ft. 

10§  ft. 

Suspended 

Elgin  &  Belvidere  R.  R. 

Con.  Eng.,   May,   1908,  p.  119 

80  ft. 

30  ft. 

6 

C.C.C.&St.L.R.R. 

Eng.  Rec,  Mar.  3,  1906,  p.  238 

80  ft. 

30  ft. 

2 

Conemaugh  River 
Nafl  Park,  Wash.,  D.  C. 

Eng.  Rec,  Jan.  4,  1908,    p.   10 

80  ft. 

15  ft. 

7 

Eng.  News,  Aug.  14, 1902,  p.  110 

75  ft. 

18  ft. 

7 

Charley    Creek,    Wabash, 

Ind. 
Grand  Rapids,  Mich. 
Rock  Creek,  C.B.&Q.R.R. 

Eng.  News,  Mar.  15, 1906,  p.  290 

75  ft. 

14  ft. 

7 

Eng.  News.  Mar.  22, 1906,  p.  323 

75  ft. 

9 

Eng.  Rec,  Jan.  2,  1904,  p.  18 

70  ft. 

20  ft'. 

7 

Southern  Ry. 

Eng.  Rec,  Sept. 22, 1906,  p.  315 

68  to  119  ft. 

Hartford,  Conn. 

Eng.  Rec,  Mar.  3, 1906,  p.  291 

64  ft. 

16|  ft. 

5 

CM.  <fc  St.P.R.R.,  Water- 
town,  Wis. 

Eng.  News,  Mar.  26, 1903,  p.  266 

63  ft. 

2 

Neshaminy,  Penn. 

Eng.  Rec,  Oct.  13, 1906,  p.  399 

60  ft. 

8J  ft. 

6 

Sandy  Hill,  N,  Y.* 

Trans.   Am.  Soc.  C.   E.    Vol. 
L1X,  1907,  p.  198 
Eng.  Rec,  Oct.  5,  1907,  p.  379 

60  ft. 

20  ft. 

3 

175th  St.  Arch,  N.  Y. 

54  ft. 

8  ft. 

7 

Plainwell,  Mich. 

Eng.  News,  May  12, 1904,  p.  457 

53  ft. 

26  ft.  4  In. 

2 

Walnut  Lane,  Phila. 

Eng.  Rec,  Aug.  31,  1907,  p.  225 

50  ft. 

8  ft. 

4 

Mill  River,  N.Y..N.H.&H. 
R.R. 

Eng.  Rec,  Nov.  14, 1908,  p.  558 

50  ft. 

20ft.  5ln. 

3 

Eng.  News,  Aug.  23, 1906,  p.  207 

50  ft. 

12  ft. 

9 

St.  Paul,  Minn. 

Eng.  News,  Apr.  6, 1905,  p.  352 

50  ft. 

20  ft. 

2 

Eng.  Contr.,  Nov.24, 1909,p.  442 

50  ft. 

20  ft. 

3 

Eng.  Contr.,  Nov.24, 1909,p.  442 

46  ft.2in. 

17ft.  5  In. 

2 

Media,  Penn. 

Eng.  Rec,  Apr.  14,  1906,  p.  484 

44  ft. 

22  ft. 

3 

Rocky  River,  Cleveland  ,0. 

Con.  Eng.,  July,  1909,  p.  171 

31  ft. 

6  ft,  8  In. 

3 

N.Y..N.H.  &  H.R.R.,  New 
Haven 

Con.  Eng.,  June  1,  1907,  p.  249 

30  ft. 

9  ft. 

5 

Central  R.  R.  of  N.  J., 
Vulcanite,  N.  J. 

Eng.  Rec,  Sept.  9,  1905,  p.  296 

14  ft. 

7  ft. 

2 

Washington,  D.  C. 

Eng.Contr.,  May  22, 1907,  p.  227 

Miscellan- 

eous 

Eng.Contr.,  Feb.  21, 1909,  p.  150 

Miscellan- 

eous 

Eng.Contr.,  Nov.  24, 1909,  p.  440 

Miscellan- 

eous 

Eng.Contr.,  Dec.  1,  1909,  p.  464 

•Steel  centering. 


fSteel  tie  rods  used. 
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REFERENCES   TO    DESIGNS    OF    CENTERING   FOR 

TUNNELS 


Span 


56  ft. 

30  ft. 

27  ft. 

23  ft. 
23  ft. 
19  ft. 

18  ft. 
18  ft! 

16  ft. 

Hi  fb.« 

13  ft. 
8  ft. 


Shape 


Sides  straight,  top  circu- 
lar 

Sides  straight,  roof  circu- 
lar 

Circular 

Circular 

Side  straight,  top  circular 

Circular 

Circular 

Sides  straight,  top  cir- 
cular 

Sides  sloping,  top  circu- 
lar 

Sides  curved,  top  circu- 
lar 

Circular 

Circular* 


Location 


Bergen  Hill 

Pocahontas  Tunnel,  N.  Y. 

C.  &  H.  R.  R.  R. 
Brooklyn     Rapid   Transit 

Selby  Hill,  St.  Paul,  Minn. 

Langsville,  Ohio 

North  River,  Penn.  R.R. 

Kanawha  &  Mich.  R.R. 
Western  Pacific  Standards 

Hodges  Pass,  Oregon  Short 

Line 
Central  Mass  R.R. 

Shawinlgan  Falls 
Chicago  Water  Works 


Reference 


Eng.  Rec,  Dec.  18, 1909,  p.  688 

Eng.  Rec,  Aug.  26,  1905,  p.  245 

Eng.  Rec,  May  12,  1906,  p.  594 

Eng.  Rec,  Sept.  21, 1907,  p.  308 
Eng.  News,  Jan.  7,  1909,  p.  11 
Trans.   Am.   Soc.  C.  E.,  Vol. 

LXVI1I,  1910,  p.  280. 
Eng.  News,  Jan.  7,  1909,  p.  12 
Eng.  Rec,  Sept.  28, 1907,  p.337 

Eng.  News,  Dec  6,  1906,  p.  587 

Eng.  Rec,  Jan.  2,  1904,  p.  6. 

Eng.  Rec,  Apr.  4,  1908,  p.  454 
Eng.  News,  Oct.  22, 1908,  p.  441 


*Steel  centering. 


REFERENCES  TO  DESIGNS  OF  FORMS  FOR  SEWERS, 
CULVERTS  AND  CONDUITS 


Span 


Shape 


Location 


Remarks 


Reference 


25  ft. 
15  to  20  ft. 
4  to  20  ft. 

18  ft. 

13*  ft. 

8J  ft. 

6  to  10  ft. 

8|  ft. 

8  ft. 


5  ft.  9  in. 
5*  ft. 
3|  ft. 


U  to  4  ft. 


Circular 

Groined 

Square 

Circular 

Circular 

Oval 

Oval     and 
Circular 
Circular 
Circular 


Circular 

Circular 

Vertical 
sides,  top 
circular 

Circular 


Harlem  Creek,  St.  Louis, 

Mo. 
Reading,  Penn. 

C.B.  &  Q.R.R. 

Panama  Canal 

Brooklyn,  N.Y. 

Jersey  City  Water  Supply 

Torresdale  Filters 

Baltimore,  Md. 
New  York,  Ingleside 


New  Orleans 
South  Bend,  Ind. 
Salt  Lake  City  Water  Sup- 
ply 


Steel  sewer 
centering 

Filter  roof 
arches 

Box  culvert 
forms 

Steel  cul- 
vert forms 

Corrugated 
steel     cen- 
tering   for 
sewer 

Conduit 
forms 

Conduits  and 
sewers 

Outfall  sewer 

Steel  invert 
forms  for 
sewer 

Sewer  forms 

Sewer  forms 

Conduit 
form 

Small  cul 
vert  forms 


Eng.  News,  July  30, 1908,  p.  132 
Eng.  News,  Apr.  14, 1910,  p.  424 
Eng.  Rec,  Mar.  9, 1907,  p.  338 
Eng.  Rec,  Oct.  30, 1909,  p.  484 
Eng.  News,  Jan.  30, 1908,  p.  116 

Eng.  Rec,  Jan.  16,  1904,  p.  75 
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CHAPTER  XVI 

FORMS  FOR  REINFORCED  CONCRETE 

The  variation  in  form  costs  and  the  difficulty  in  estimating  them 
are  apt  to  play  havoc  with  estimates  and  determine  the  amount  of 
profit,  or  frequently  of  loss,  in  the  building  of  reinforced  concrete 
structures.  Other  items  of  cost,  such  as  the  cost  of  the  concrete 
materials  and  the  labor  of  mixing  and  placing,  may  be  separated  easily 
and  estimated  as  accurately  as  in  any  other  class  of  construction. 

The  greatest  trouble  met  with  by  the  estimator  is  the  lack  of  knowl- 
edge of  what  is  a  fair  cost  of  the  labor  and  especially  of  the  comparative 
costs  of  different  parts  of  the  same  work.  It  is  the  aim  of  this  volume 
to  treat  the  cost  problem  in  such  detail  that  the  labor  on  different 
parts  of  the  structure  may  be  separated  into  units  small  enough  to 
allow  for  the  variations  that  are  apt  to  occur  under  all  ordinary  con- 
ditions. At  the  same  time  the  processes  have  been  kept  as  simple  as 
possible,  the  units  combined  for  practical  use,  and  a  large  number 
of  tables  provided,  so  that  by  the  methods  proposed  the  labor  of 
making  an  accurate  estimate  is  greatly  reduced. 

Unit  times  and  costs  are  valuable  not  only  for  the  making  of 
estimates  but  also  for  use  in  the  practical  layout  of  the  work  so  as  to 
economize  in  labor  cost.  This  phase  of  the  question  has  been  dis- 
cussed in  Chapters  IV  and  V,  pages  66  and  74.  In  form  construc- 
tion, especially  in  the  making,  it  has  been  found  possible,  by  methods 
such  as  we  have  described,  and  which  have  been  adopted  so  success- 
fully in  shops  operating  under  scientific  management,  to  systematize 
the  work  and  reduce  the  labor  cost  in  a  remarkable  degree. 

The  treatment  of  cost  of  forms  and  economy  in  construction 
involves,  for  a  comprehensive  view,  a-discussion  of  many  of  the  seem- 
ingly minor  points  in  design  and  construction,  as  well  as  of  the  details 
of  time  and  cost  for  doing  the  different  parts  of  the  work. 

To  satisfactorily  consider  the  question  of  economy  in  form  construc- 
tion, it  is  therefore  necessary  to  take  up  the  following  points: 


(1)  Materials  for  forms.     (See  p.  466) 

(2)  Steel  versus  wood  for  forms.     (See  p.  467) 

(3)  Economical  thickness  of  form  lumber.     (See 
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(4)  Quantity  of  lumber  required.     (See  p.  470) 

(5)  Old  versus  new  lumber.     (See  p.  470) 

(6)  Number  of  times  forms  are  used.     (See  p.  471) 

(7)  Design  of  forms.     (See  p.  474) 

(8)  Notes. on  economy  of  design  of  forms.     (See  p.  474) 

(9)  Tables  to  use  in  design.     (See  p.  475) 

(10)  Construction  notes.     (See  p.  478) 

(11)  Organization  of  the  construction  gang.  (See  p.  478) 

(12)  Hoisting  materials.     (See  p.  648) 

(13)  Removing  forms.     (See  p.  483) 

(14)  Remaking  forms.     (See  p.  484) 

(15)  Making  up  form  sections.     (See  p.  485) 

(16)  Foundation  forms.     (See  p.  488) 

(17)  Types  of  column  form  construction,  with  illustrations  (See 
p.  488) 

(18)  Types  of  beam  construction,  with  illustrations.    (See  p.  498) 

(19)  Types  of  girder  construction,  with  illustrations.  (Seep.  504) 

(20)  Types  of  slab  construction,  with  illustrations.    (See  p.  508) 

(21)  Types  of  wall  construction,  with  illustrations.     (See  p.  517) 

(22)  Methods  of  measuring  forms.     (See  p.  621) 

(23)  Allowance  for  various  incidental  and  general  expenses.  (See 
p.  625) 

(24)  Home-office  expense  and  profit  (See  p.  623.) 

(25)  Tables  of  quantities  of  lumber  for  forms.    (See  p.  618) 

(26)  Tables  of  times  for  performing  different  parts  of  the  work. 
(See  p.  658) 

(27)  Tables  of  times  per  member  for  labor.  (See  p.  630) 

(28)  Tables  of  costs  per  member  for  labor.     (See  p.  631) 

(29)  Tables  of  unit  times.  (See  p.  664) 

(30)  Tables  of  over-all    approximate    costs.     (See  Chapter  II) 

(31)  Methods  of  making  up  estimates.     (See  Chapter  XXIII) 

The  times  and  costs  of  mixing  and  placing  concrete  are  presented 
in  Chapter  XIII  in  a  manner  somewhat  similar  to  our  form  treat- 
ment; the  labor  of  placing  steel  and  the  quantities  of  steel  for  different 
designs  are  treated  in  Chapters  XIX  and  XVIII  respectively;  approxi- 
mate costs  are  scheduled  in  Chapter  I;  and  cost  data  on  actual  jobs  in 
Chapter  II.  Chapter  XXIII  summarizes  the  method  of  estimating 
and  gives  a  form  for  practical  use. 

MATERIALS    FOR    FORMS 

Forms  must  be  so  designed  and  built  and  the  material  used  must  be 
of  a  character  that  will  produce  surfaces  and  lines  in  the  finished 
concrete  that,  are  even,  smooth  and  true,  without  noticeable  warps, 
irregularities,  or  lines  of  joints  between  different  sections  of  the  forms. 
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The  most  economical  material  is  that  which  will  produce  this  result 
with  the  smallest  amount  of  manual  labor  in  making  and  setting  these 
forms,  rather  than  the  material  of  lowest  first  cost.  The  first  cost, 
of  course,  must  not  be  so  excessive  as  to  overbalance  the  saving  in 
labor  and  material.  As  materials  for  form  construction,  wood,  steel, 
cast  iron,  concrete,  and  brick,  have  been  variously  used. 

Wpod  is  most  readily  adapted  to  different  designs,  although  it  is 
expensive  in  construction  and  the  waste  is  large.  The  treatment  in 
this  chapter  is  chiefly  of  wood  forms. 

Steel  has  been  successfully  used  for  conduits  and  is  coming  into 
use  for  other  classes  of  concrete  construction.  (See  p.  456.)  The 
chief  difficulties,  as  indicated  in  paragraphs  which  follow,  lie  in  con- 
forming to  yariations  in  design  of  the  structure  and  in  producing  even 
surfaces. 

Cast  iron  is  expensive  in  first  cost  and  costly  to  transport  from  place 
to  place.  In  certain  cases  where  it  may  be  used  repeatedly  in  build- 
ings which  are  close  together,  it  may  be  economical. 

Concrete  or  mortar  slabs  sometimes  have  been  made  up  in  advance 
and  then  set  in  place  to  serve  as  forms.  They  are  left  in  place  per- 
manently to  make  the  finished  surface  of  the  structure. 

Brick  in  the  same  way  has  been  laid  up  for  the  faces  of  a  column  01 
wall  and  the  interior  filled  with  concrete.  The  brick,  however,  must 
be  supported  to  resist  the  pressure  of  the  concrete.  The  more  com- 
mon practice  is  to  first  build  the  concrete  wall,  using  wood  forms 
in  the  usual  manner  and  then  face  the  concrete  with  brick.  Metal 
strips  are  attached  to  the  form  in  such  a  way  that  they  are  cast  in 
the  concrete  and  when  the  form  is  removed  they  tear  loose  from  it  and 
serve  as  ties  to  bind  in  the  brick  face. 

STEEL  VERSUS  WOOD  FOR  FORM  CONSTRUCTION 

Steel  forms  are  very  much  more  expensive  than  wood  in  the  first 
cost,  but  can  be  used  a  larger  number  of  times  provided  they  can  be 
adjusted  to  suit  the  variations  in  the  design  of  the  structure.  When 
the  structure  is  symmetrical  throughout,  as  a  conduit  or  tunnel,  or 
where  forms  for  certain  parts,  such  as  round  columns,  can  be  more 
readily  shaped  from  steel  than  from  wood  and  are  repeated  many  times, 
the  durability  of  steel  may  be  a  distinct  advantage  in  reducing  costs. 

In  ordinary  work,  such  as  building  construction,  the  difficulty  lies 
in  adjusting  the  steel  forms  to  different  dimensions  of  members  and 
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to  different  buildings  which  vary  even  very  slightly  in  design.  If 
the  steel  is  lapped  to  change  the  dimension,  the  joint  is  apt  to  show 
badly  in  the  finished  concrete  surface.  Furthermore,  when  the  steel 
sheathing  is  made  thin  enough  to  be  light  in  weight  and  of  moderate 
cost,  it  dents  and  warps  in  handling,  so  that  uneven  concrete  surfaces* 
are  produced. 

LUMBER  FOR  FORMS 

The  character  of  the  work  and  the  lumber  markets  generally  deter- 
mine the  kind  of  lumber  to  use  for  forms.  For  very  nice  work  where 
exceptionally  smooth  surfaces  are  required,  as  in  moldings  and  other 
ornamental  designs,  white  pine  is  the  best  material  to  use.  For  ordi- 
nary work,  it  is  too  expensive  and  too  soft  to  be  durable  where  forms 
are  used  over  and  over  again.  Spruce,  Norway  pine,  and  Southern 
pine  are  generally  the  most  available.  Short  leaf  pine  makes  excellent 
sheathing.  Spruce,  in  sections  where  it  is  readily  obtained,  is  perhaps 
the  best  material  for  studs,  joists,  and  posts.  Hemlock  is  too  coarse 
grained  for  sheathing  and  is  unsafe  for  supporting  heavy  framework. 
The  hard  woods  are  too  expensive  to  work. 

Lumber  should  be  free  from  shakes  and  rot  and  as  free  as  possible  from 
knots.  Knots  will  show  on  the  finished  surface  of  the  concrete  and 
of  course  will  weaken  lumber  which  is  used  for  supporting  forms. 

Partly  dry  lumber  is  better  than  kiln  dried,  which  will  swell  and 
bulge  at  the  joints,  and  better  than  green  lumber,  which  will  shrink 
if  not  kept  wet,  so  as  to  leak  badly  when  the  wet  concrete  is  placed. 

FINISH    OF    LUMBER 

Even  for  rough  work  it  is  generally  best  to  use  lumber  for  sheathing 
that  is  dressed  at  least  on  one  side  and  two  edges  to  make  the  boards 
of  uniform  width  so  that  they  will  fit  together.  Even  if  the  appear- 
ance of  the  concrete  is  of  no  account,  the  smooth  form  surface  will 
reduce  the  labor  of  removing  and  cleaning  the  forms. 

It  is  still  better  to  use  lumber  dressed  on  all  four  sides.  The 
first  cost  is  so  little  more  that  it  will  be  over-balanced  by  the  conve- 
nience in  handling  and  working  up  and  placing. 

*Steel  forms  are  discussed  by  W.  L.  Caldwell  in  Proceedings  National  Association 
of  Cement  Users,  1908,  p.  286.  Also  by  Frank  B.  Gilbreth  in  Journal  American 
Society  of  Mechanical  Engineers,  May,  1910. 
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Tongue-and-grooved  stock.is  most  common  for  sheathing,  although 
shiplap  is  used  sometimes  and  beveled  edge  is  preferred  by  many, 
especially  with  dry  lumber,  so  that  when  it  swells  the  edges  will 
crush  without  warping.  Beveled  edge  stuff  is  cheaper  than  tongue- 
and-grooved  because  with  the  latter  there  is  f-inch  waste  in  the 
width  of  every  board  or  plank.  On  the  other  hand,  for  sheathing 
which  is  to  be  used  over  and  over  again,  the  tongue-and-grooved 
stock  holds  its  place  better  and  gives  smoother  surfaces.  ' 

The  thickness  of  face  boards  should  be  absolutely  uniform  to  pre- 
vent unevenness  in  the  surface  of  the  concrete. 

THICKNESS   OF  LUMBER 

The  dimensions  of  posts,  studs,  and  joists  are  governed  by  the 
strength  and  stiffness  required.  The  tables  in  Chapter  XX  are 
arranged  for  assisting  in  the  design  of  forms.  The  thickness  of  sheath- 
ing for  walls  and  floor  forms  is  also  treated  there. 

ECONOMICAL    THICKNESS    OF    SHEATHING    FOR    BUILD- 
ING   CONSTRUCTION 

Studies  from  the  unit  costs  of  the  authors  show  that  1-inch  lumber, 
that  is,  |-inch  after  dressing,  averages  for  column  forms  about  16  per 
cent  cheaper  to  make  and  about  7\  per  cent  cheaper  to  erect  the 
first  time  than  1^-inch  stock.  The  1-inch  (f-inch)  is  about  15  per 
cent  cheaper  to  erect  the  first  time  than  2-inch.  This  lighter  stock 
is  easier  to  patch  also  than  the  heavier.  On  the  other  hand,  1-inch 
stock  is  not  so  durable  and  is  more  apt  to  break  when  removing  the 
forms,  so  that  thicker  material  is  advisable  in  certain  cases  where 
it  has  to  be  used  a  large  number  of  times. 

As  to  cost  of  material,  the  thicker  sheathing  permits  spacing 
of  studs  or  joists  further  apart,  but  since  the  quantity  of  lumber  in 
the  studs  or  joists  is  apt  to  be  governed  by  the  strength  required  to 
resist  the  weight"  or  pressure,  the  saving  in  material  here  is  not  enough 
to  balance  tne  excess  cost  of  the  thicker  sheathing. 

In  general,  therefore,  1-inch  stock,  (f-inch  dressed)  is  recommended 
for  slab  forms  and  for  sides  of  beams  and  girders.  For  the  bottoms 
of  beams  and  girders,  2-inch  stock  (If  or  If -inch  after  dressing) 
should  be  used  for  ordinary  work  and  l|-inch  for  narrow  members. 
For  columns  1^-stock  is  recommended  because  of  its  greater  dura- 
bility. 
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If  slab  boards  are  not  built  in  panels  but  are  nailed  on  to  joists  at 
each  resetting,  1-inch  stock  is  too  thin  and  1 J  or  1^-inch  should  be 
used  instead.  Also,  if  sheathing  is  used  many  times  for  floor  slabs, 
say,  more  than  six  times,  especially  if  the  lumber  is  soft,  1  J-inch  stock 
is  preferable  to  1-inch. 

Salvage  on  the  completion  of  the  job  is  greater  with  thicker  stuff, 
but  not  enough  greater  to  balance  the  higher  first  cost  and  the  more 
expensive  handling,  unless  the  builders  have  a  structure  practi- 
cally identical  in  design  which  they  are  to  put  up  immediately. 

QUANTITY   OF   LUMBER  FOR   FORMS 

Form  lumber  should  be  ordered  by  definite  schedule  made  up  from 
the  design  of  forms,  as  discussed  on  page  475. 

For  estimating  the  cost  of  the  structure,  a  common  plan  is  to 
assume  a  certain  thickness  of  lumber  per  square  foot  of  form  surface, 
using  different  thicknesses,  which  may  vary  from  2  to  5  inches,  for 
different  parts  of  the  structure.  This  method  of  estimating  is  dis- 
cussed in  Chapter  XXI,  where  also  is  given  the  description  of  tables 
made  up  by  still  more  accurate  methods,  from  which  the  quantities  of 
lumber  for  different  members  may  be  taken  directly. 

USE    OF    OLD    VERSUS    NEW    LUMBER 

Since  lumber  for  forms  costs  $20.00  to  $30.00,  or  even  more,  per 
1000  feet  B.  M.,  while  labor  on  forms  for  building  construction  (see 
p.  8)  averages  $15.00  to  $20.00,  it  would  appear  to  be  cheaper  to 
spend  considerable  extra  labor  on  old  lumber  than  to  use  new.  It  is  a 
general  principle  in  ordinary  carpentry  work  that  old  lumber  should 
always  be  used  where  possible.  In  form  building  the  conditions  are 
somewhat  different  because  the  cost  of  taking  apart  small  sections 
may  actually  count  up  to  a  larger  sum  per  1000  feet  B.  M.  than  the 
actual  cost  of  the  new  lumber,  while  at  the  same  time  the  cost  of 
rebuilding  it  is  also  increased. 

The  cost  of  making  over  old  forms,  when  the  dimensions  are  near 
enough  alike  to  avoid  excessive  work,  has  been  found  by  observation 
to  be  about  90  per  cent  greater  than  making  up  the  same  forms  from 
new  lumber. 

As  a  general  rule,  new  lumber  is  advised  for  patching,  especially 
where  odds  and  ends  from  the  saw  mill  are  available. 
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It  must  not  be  understood  from  the  above  that  the  authors  advise 
throwing  away  old  stock  that  is  in  fairly  good  condition.  On  the 
other  hand,  where  this  old  material  has  been  used  many  times  and 
is  somewhat  injured  or  in  short  lengths,  its  value  is  very  small. 

Where  forms  have  to  be  taken  apart  and  rebuilt  or  used  for  other 
purposes,  very  light  nailing  is  of  great  advantage. 

NUMBER  OF  TIMES  TO  USE  FORMS 

The  cost  of  the  form  lumber,  no  matter  what  method  of  figuring 
is  used,  depends  upon  the  number  of  times  the  forms  are  used.  For 
example,  in  a  one-story  structure  the  whole  cost  of  the  lumber  (less 
its  salvage),  as  well  as  the  entire  cost  of  making,  must  be  charged  to 
the  surface  or  volume  of  concrete  in  this  one  floor. 

The  following  example  illustrates  the  error  in  not  taking  into 
account  the  number  of  times  the  forms  are  used.  Suppose  the  col- 
umn form  lumber  at  $30.00  per  thousand  feet  B.  M.  averages  in 
first  cost  $0.16  per  square  foot  of  surface,  including  sheathing,  sup- 
ports, and  bracing  (see  p.  470).  If  used  for  a  one-story  structure, 
the  lumber  cost  is  therefore  $0.16  per  square  foot  in  addition  to  a 
labor  cost  of,  say,  $0,045  for  making  and  $0,155  for  erecting  and 
removing,  or  a  total  of  $0.36.  If  the  lumber,  on  the  other  hand,  is 
used  three  times  without  alteration,  the  cost  per  square  foot  of  sur- 
face is  \  of  $0 .  16  =  $0 .  053  for  the  lumber  plus  \  of  $0 .  045  =  $0 .  015 
for  making,  plus  $0,155  for  erecting  and  removing,  or  $0.22  for 
the  total  cost  per  square  foot  of  surface  as  against  $0.36  for  the  one 
story  building. 

Notwithstanding  this  direct  effect  upon  the  cost,  the  number  of 
times  moving  is  frequently  not  considered  at  all  in  estimating  even 
by  those  who  are  otherwise  accurate  in  their  methods. 

The  number  of  times  that  forms  are  used  in  building*  construction 
generally  depends  upon  the  size  and  height  of  the  building,  which 
limit  the  number  of  times  to  use,  rather  than  on  the  actual  wear 
upon  Nthe  forms.  In  other  words,  forms  are  not  generally  worn  out 
when  discarded,  and  frequently  the  same  lumber  can  be  used  in  two 
large  buildings,  provided  the  two  are  substantially  alike  in  design, 
although  of  course  with  a  greater  labor  cost. 

As  a  rough  estimate  of  the  life  of  forms  in  building  construction 
before  they  are  worn  out,  we  may  suggest:  walls,  16  times;  columns, 
beams  and  girders,  10  times;  floor  forms,  6  times,  if  of  soft  lumber 
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like  spruce,  or  10  times  if  of  Southern  pine.     These  times  apply  to 
1-inch  stock. 

Number  of  Sets  of  Forms  in  a  Building.  The  number  of  sets  of 
forms  to  make  up  for  any  building  varies  with  the  speed  of  construction 
required,  weather  conditions,  and  shape  of  building. 

On  an. average  l£  sets  of  forms  is  a  fair  allowance.  With  this 
number,  erection  on  the  floor  above  can  begin  while  the  concrete  below 
is  green,  so  that  in  good  weather  a  story  can  be  built  in  a  week  or 
ten  days. 

Some  large  building  contractors  have  adopted  the  use  of  only  one 
set  of  forms  in  a  building,  whether  it  be  2  stories  or  10  stories  high, 
with  additional  lumber  for  girder  bottoms  and  supports  that  must  be 
left  in  place. 

A  building  of  large  floor  area  may  be  built  in  sections,  setting  up, 
say,  one-half  of  a  floor  area  at  a  time,  so  that  forms  for  only  about 
three-fourths  of  one  floor  are  needed  with  the  extra  beam  bottoms 
and  posts.  On  the  other  hand,  if  the  building  is  small  in  area  and 
high,  two  sets  of  forms  may  be  needed  in  order  that  the  work  may 
progress  fast  enough. 

Sometimes  because  of  low  basements  or  heavy  columns  the  base- 
ment forms  cannot  be  remade  economically  for  use  on  the  floors  above; 
in  other  buildings  these  forms  cannot  be  removed  because  of  heavy  con- 
struction loads  on  the  first  floor  which  would  exceed  the  capacity  of  the 
concrete  alone.     In  such  cases,  they  must  be  figured  as  an  extra  set. 

The  weather  has  a  decided  effect  upon  the  time  of  form  removal. 
In  the  cool  weather  of  the  spring  and  fall,  even  if  there  is  no  frost, 
concrete  hardens  slowly,  so  that  the  forms  may  need  to  remain  for  sev- 
eral weeks,  or  even  until  the  building  is  completed,  and  then  taken 
down  very  carefully.     Concrete  should  never  be  allowed  to  freeze. 

The  above  discussion  illustrates  the  necessity  of  considering  each 
individual  building  independently  in  estimating  form  lumber,  instead 
of  assuming  for  all  an  approximate  price  per  square  foot  or  per  cubic 
yard  of  concrete. 

In  our  treatment  of  average  costs  of  buildings,  page  40,  definite 
selections  are  made  for  different  conditions. 

TIME   TO   REMOVE  FORMS 


The  time  that  forms  have  to  remain  in  place  depends  upon  the 
character  of  the  members,  weather  conditions,  the  span,  if  a  beam 
or  slab,  and  the  relation  of  the  dead  to  the  live  load. 
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Vertical  members,  such  as  walls  thicker  than  4  inches,  or  columns, 
will  bear  their  own  weight  when  quite  green,  while  horizontal  members, 
such  as  floors,  must  harden  until  the  concrete  can  sustain  the  dead 
weight  and  the  load  during  construction. 

The  weather  conditions  greatly  affect  the  setting  and  hardening  of 
concrete.  Heat  causes  it  to  harden  quickly  while  cold  retards  the 
hardening  and  therefore  prevents  early  removal  of  forms.  If,  through 
accident,  the  concrete  should  be  frozen,  it  will  not  begin  to  harden 
until  it  has  thawed  and  then  it  may  require  several  months  to  attain 
the  strength  usually  reached  in  two  or  three  weeks. 

A  long  span  beam  or  slab  must  be  supported,  in  general,  a  longer 
time  than  a  short  one,  chiefly  because  of  the  larger  dead  load.  If 
the  dead  load,  i.  e.f  the  weight  of  the  concrete,  is  heavy  in  comparison 
with  the  live  load,  i.e.,  the  load  which  the  floor  must  bear  later  on, 
forms  must  be  left  a  longer  time,  because  the  compression  in  the 
concrete  is  large  even  before  the  live  load  comes  upon  it. 

Experienced  builders  have  definite  rules  for  the  minimum  time 
which  the  forms  must  be  left  in  ordinary  weather,  and  then  these 
times  are  lengthened  for  poor  weather  conditions  and  special  members 
according  to  judgment. 

As  a  guide  to  practice,  the  following  rules  are  suggested  :* 

Walls  in  mass  work:  One  to  3  days,  or  until  the  concrete  will 
bear  pressure  of  the  thumb  without  indentation. 

Thin  walls:    In  summer,  2  days;  in  cold  weather,  5  days,    i 

Columns:  In  summer,  2  days;  in  cold  weather,  4  days,  provided 
the  girders  are  shored  to  prevent  an  appreciable  weight  reaching  the 
columns. 

Slabs  up  to  7-foot  spans:  In  summer,  6  days;  in  cold  weather, 
2  weeks. 

Beam  and  girder  sides:  In  summer,  6  days;  in  cold  weather, 
2  weeks. 

Beam  and  girder  bottoms  and  long  span  slabs:  In  summer,  10 
days  or  2  weeks;  in  cold  weather,  3  weeks  to  1  month.  Time  to 
vary  with  the  conditions. 

Conduits :    2  or  3  days,  provided  there  is  not  a  heavy  fill  upon  them. 

Arches:  If  of  small  size,  1  week;  large  arches  with  heavy  dead 
load,  1  month. 

*See  a^so  paper  on  "Form  Construction"  by  Sanford  E.  Thompson,  in  Bulletin  No. 
13,  Association  of  American  Portland  Cement  Manufacturers,  and  Proceedings 
National  Association  of  Cement  Users,  Vol.  3,  p.  64,  1907. 
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All  these  times  are  of  course  simply  approximate,  the  exact  time 
varying  with  the  temperature  and  moisture  of  the  air  and  the  char- 
acter of  the  construction.  Even  in  summer,  during  a  damp,  cloudy 
period,  wall  forms  sometimes  cannot  be  removed  inside  of  5  days, 
and  other  members  are  delayed  proportionally.  Occasionally,  too, 
batches  of  concrete  will  set  abnormally  slow,  either  because  of  slow 
setting  cement  or  impurities  in  the  sand,  and  the  foreman  and  inspec- 
tor must  watch  very  carefully  to  see  that  the  forms  are  not  removed 
too  soon.     Trial  with  a  pick  may  help  to  determine  the  right  time. 

One  large  builder*  requires  that  a  20-penny  spike  driven  into  the 
concrete  must  double  up  before  it  has  penetrated  one  inch. 

A  plan  which  is  being  introduced  on  some  of  the  best  construc- 
tion work  is  to  take  a  sample  of  concrete  from  the  mixer  once  or 
twice  a  day  and  allow  it  to  set  out-of-doors,  under  the  same  condi- 
tions as  the  construction  work,  until  the  date  when  the  forms  should 
be  removed,  then,  before  beginning  to  remove,  find  the  actual  strength 
of  the  concrete  by  crushing  the  blocks  in  a  testing  machine  to  see 
whether  it  is  strong  enough  to  carry  the  dead  and  the  construction 
load. 

DESIGN    OF    FORMS 

On  pages  488  to  524  the  designs  of  forms  for  different  members  in  a% 
concrete  building  are  discussed  at  length  with  suggestions  as  to 
economy.  Sketches  of  typical  designs  are  there  given.  Before 
presenting  this  discussion  a  number  of  important  details  relating  to 
form  construction  will  be  taken  up. 

DESIGN    OF   FORMS   BY   FOREMEN 

A  practical  foreman  or  superintendent  is  apt  to  see  the  points  of 
advantage  for  cheap  construction  and  quick  removal,  and  his  judg- 
ment is  better  than  that  of  a  draftsman  of  ordinary  experience.  How- 
ever, the  plan  of  leaving  the  design  entirely  to  the  discretion  of  the 
men  on  the  job  results  in  haphazard  design,  delays  of  the  carpenters, 
and  usually  an  excessive  amount  of  lumber  used.  A  careful  practical 
man  is  bound  to  average  farther  on  the  safe  side  than  is  necessary, 
while  occasionally  he  will  make  an  error  in  judgment  in  a  place  where 
computation  of  strength  is  the  only  means  of  determining  the  proper 
spacing  of  supports. 

♦Mr.  C.  A.  P.  Turner. 
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It  is  absolutely  wrong,  therefore,  on  any  important  job,  to*  leave 
the  design  to  the  foreman  alone.  On  the  other  hand,  it  is  just  as 
bad  to  leave  it  to  the  draftsman  of  little  or  no  practical  experience. 

FORMS  SHOULD  BE  BUILT  FROM  PLANS 

The  forms  are  not  a  part  of  the  permanent  structure  but  this  is 
no  reason  why  so  little  attention  should  be  paid  to  their  design.  As 
already  stated,  they  constitute  the  most  expensive  part  of  the  labor 
cost  in  reinforced  concrete  and  time  spent  on  plans  in  the  drafting 
room  is  repaid  over  and  over  again  by  saving  in  the  field,  provided 
the  plans  are  made  up  under  the  direction  or  with  the  assistance  of 
the  builder  or  superintendent  so  as  to  take  advantage  of  his  prac- 
tical ability. 

The  thickness  of  lumber  and  the  spacing  of  supports  for  the  most 
economical  design  under  different  conditions,  may  be  obtained  directly 
from  tables  in  Chapter  XX. 

FORM   LUMBER  CUT  BY   MILL   SAW 

Even  on  a  comparatively  small  job  a  mill-saw  run  by  power  should 
always  be  provided.  It  will  pay  for  itself  in  the  saving  of  time  of 
the  carpenters. 

In  systematizing  construction  work,  Mr.  Thompson  has  found  it 
usually  the  cheapest  plan  to  make  out  a  lumber  schedule  from  the 
drawings  so  that  the  lumber  will  be  ordered  direct  from  the  mill  to  exact 
widths  and  even  foot  lengths.  By  ordering  the  boards  or  planks  in  two 
or  in  three  standard  widths  the  number  of  sizes  will  not  be  excessive  and 
the  waste  will  be  small.  Before  making  up,  the  boards  can  be  routed 
to  the  saw  mill  and  cut  to  exact  lengths.  Either  before  or  after  making 
up,  the  odd  boards  can  be  ripped  on  the  mill  saw. 

In  certain  cases  where  forms  are  of  fairly  uniform  sizes,  it  may  be 
cheapest  to  schedule  all  the  pieces,  ordering  to  the  exact  lengths  and 
widths  required.  This  plan  has  been  followed  by  Mr.  Herbert  W. 
Goddard  of  the  R.  H.  Howe  Construction  Co. 

IMPORTANT   DETAILS   IN   FORM   DESIGN 

Economy  of  labor,  not  only  in  making,  but  in  removing  the  forms, 
remaking,  and  resetting  depends  upon  the  small  details  of  design  and 
construction.  A  few  points,  therefore,  may  be  mentioned  which 
conduce  to  cheapness  in  making  up,  erecting,  and  removing. 
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Design  to  Permit  Removal  in  Definite  Order.  The  most  conven- 
ient and  logical  order  of  removal  is  (1)  column  sides,  (2)  joists,  (3) 
girder  sides,  (4)  beam  sides,  (5)  slab  bottoms,  (6)  girder  and  beam 
bottoms.  Walls  are  often  built  independently  of  the  rest  of  the  building 
and  forms  may  be  removed  whenever  the  concrete  is  hard  enough. 

Design  Forms  to  be  Easily  Removed.  The  forms  must  be  designed 
so  as  to  be  easily  freed  without  damage  to  themselves  or  to  the  con- 
crete. 

Wall  forms  between  pilasters  are  liable  to  bind  if  in  one  piece  and 
some  builders  advise  dividing  them  in  the  center.  An  objection  to 
this  middle  joist,  however,  is  the  danger  of  its  showing  badly  in  the 
finished  concrete. 

Slab  forms  in  a  floor  bay  are  preferably  divided  into  4  sections  with 
joints  at  right  angles  so  that  they  can  be  removed  without  binding. 

Beam  bottoms  may  rest  on  column  sides,  but  should  be  made  with 
a  slight  play  so  that  swelling  will  not  bind  the  beveled  end. 

Where  a  length  of  form  cannot  be  prevented  from  binding,  a  nar- 
row strip  may  be  nailed  across  the  end  to  be  broken  out  with  the  aid 
of  a  crow  bar  when  the  forms  are  being  removed. 

Tapering  Beams.  If  the  beam  form  is  to  be  taken  down  as  a  unit, 
it  is  advantageous  to  slightly  taper  the  sides  of  the  beam,  making 
it  narrower  at  the  bottom.  This  also  makes  it  easier  to  free  the  col- 
umn forms  which  have  to  be  taken  down  first. 

Mill  Widths  of  Boards.  When  fixing  the  exact  dimensions  of  a 
concrete  beam,  they  frequently  may  be  arranged  to  fit  mill  widths 
of  boards  or  planks  or  else  a  slight  leeway  in  the  dimensions  may  be 
allowed  the  builder.  For  example,  instead  of  making  a  beam  9^  inches 
in  width,  it  will  be  cheaper  to  make  it  9f  inches  wide  so  as  to  fit  a 
10-inch  plank  planed  on  its  edges.  In  some  sections  of  the  country, 
widths  do  not  run  exact  enough  to  make  this  plan  worth  considering. 

Buying  Lumber  to  Length  and  Width.  Sometimes  the  design  of 
the  concrete,  even  to  the  length  of  the  beams,  may  be  made  to  con- 
form to  standard  lengths  and  widths  of  lumber  in  the  locality,  thus 
saving  expense  and  waste  of  cutting.  The  ordering  of  lumber  in  the 
mill  to  exact  lengths  and  widths  has  been  referred  to  on  page  475. 

Uniform  Story  Heights.  Keep  the  story  heights  the  same  through- 
out the  building  where  possible.  In  a  wood  frame  building  or  even 
in  a  steel  frame,  there  is  little  advantage  in  uniformity.  In  reinforced 
concrete  work,  however,  cutting  down  or  lengthening  forms  is  very 
expensive.  ized  by 
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Exterior  Columns  of  Uniform  Width.  The  appearance  of  a  building 
is  improved  by  running  up  exterior  pilasters  of  uniform  width,  or, 
possibly,  with  a  single  change  in  width.  This  also  results  in  a  sav- 
ing in  the  cost  of  column  and  wall  forms.  To  save  concrete,  the 
thickness  of  the  wall  columns  may  be  reduced  coincidently  with  the 
change  in  the  dimensions  of  interior  columns. 

Reducing  Size  of  Columns.  To  avoid  frequent  changes  in  col- 
umn sizes,  the  column  reinforcement  may  be  varied  in  successive 
stories.  It  is  frequently  cheaper  to  use  the  same  size  of  columns  on 
successive  floors  than  to  reduce  the  size.  Mr.  Leonard  C.  Wason* 
states  that  in  one  case  the  saving  in  concrete  by  reducing  the  size 
was  $2.30  per  column;  on  the  other  hand,  the  increase  in  form  cost 
was  $5.70  per  column,  entailing  a  loss  of  $3.40  per  column.  This 
reference  is  of  interest  because  of  its  close  agreement  with  results  from 
tables  in  this  book.  Computing  the  average  cost  from  these  tables 
we  find  the  loss  to  be  $3 .  37  per  column,  thus  checking  almost  exactly 
with  Mr.  Wason's  figure. 

A  reduction  in  column  size  necessitates  lengthening  the  beams  and 
girders  running  into  it  as  well  as  reducing  the  column  forms. 

Bevel  Strips.  The  appearance  of  all  members  is  improved  by  avoid- 
ing square  corners.  Triangular  pieces,  usually  called  V-strips  or 
bevel  strips,  maybe  inserted  in  all  corners,  or  the  edges  and  ends  of  the 
sheathing  lumber  may  be  beveled.  Triangular  strips  across  the  end 
of  planks  or  boards  prevent  the  end  grain  of  the  wood  showing  on  the 
finished  concrete.     They  also  make  form  removal  more  easy. 

Strength.  Forms  must  be  strong  enough  to  bear  the  weight  of 
the  concrete  and  of  the  construction  load  which  comes  upon  them.  For 
floors,  75  pounds  per  square  foot  is  sufficient  to  cover  ordinary  con- 
struction work,  except  storage  piles  of  cement  or  sand,  even  where 
the  concrete  is  fiandled  in  cars.  In  many  cases,  a  still  smaller  con- 
struction load  of  50  pounds  is  enough. 

Vertical  forms  must  be  strong  enough  to  resist  the  pressure  of  wet 
concrete. 

The  tables  in  Chapter  XX  give  necessary  dimensions  for  form  lumber 
to  resist  definite  weights  and  pressures. 

Rigidity.  While  the  rigidity  of  the  forms  must  be  left  in  a  measure 
in  the  hands  of  the  field  superintendent,  the  plans  for  the  forms  should 

♦Proceedings,  National  Association  of  Cement  Users,  VolWp$9€>&rTQ$^gU 
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show  the  amount  and  dimensions  of  the  bracing  so  that  they  will 
neither  be  omitted  nor  used  in  excess. 

Smooth  Walls  vs.  Pilasters.  Long  smooth  walls  are  cheaper 
than  pilaster  construction  but  do  not  look  so  well.  In  a  long  wall 
it  is  difficult  to  make  and  keep  the  forms  in  perfect  alignment. 

CONSTRUCTION    NOTES 

However  carefully  the  forms  are  designed,  the  chief  points  in  econ- 
omy lie  with  the  constructor  in  the  field,  the  organization  of  his  men, 
and  the  methods  he  employs  in  making  up,  erecting,  and  removing 
the  forms.  A  thoroughly  organized  job  requires  a  planning  depart- 
ment and  an  exact  layout  of  the  work  in  advance  as  described  in 
Chapters  IV  and  V. 

Marking  Sections  of  Forms.  Whether  made  up  at  the  saw  mill 
where  the  lumber  is  purchased,  the  saw  mill  on  the  job,  or  by  hand 
labor,  the  sections  should  be  marked  distinctly  to  designate  their 
position  in  the  building. 

A  system  of  marking  by  combination  of  letters  and  figures  is  con- 
venient to  save  the  labor  of  writing  words. 

Form  Sections.  The  construction  of  forms  is  simplified  by  the 
necessity  of  dividing  them  into  units  or  sections.  For  example,  the 
side  of  a  column  is  a  column  unit  and  this  differs  in  construction  from 
the  beam  unit  or  the  slab  unit.  The  work  on  each  of  these  units 
is  necessarily  divided  into  making,  handling,  erecting,  and  remov- 
ing, so  that  the  work  naturally  divides  itself  into  definite  operations. 

Having  established  a  systematic  layout,  the  next  step  will  be  to 
fix  a  time  for  performing  each  operation  so  that  the  men  may  be  paid 
in  accordance  with  the  task  which  they  accomplish.  This  will  even- 
tually result  in  an  immense  saving  in  cost  of  construction,  and  at  the 
same  time  give  higher  wages  to  the  carpenters  and  laborers.  The 
tables  in  the  chapters  that  follow  are  based  on  the  results  of  time 
study  although  they  apply  to  average  conditions  rather  than  task-work. 

Organization  of  Men.  The  difference  between  a  fair  profit  and 
an  actual  loss  may  easily  lie  between  a  good  superintendent  and  a 
poor  one.  Whatever  the  ability  of  the  superintendent,  however,  the 
speed  and  quality  of  the  work  are  improved  by  insisting  upon  a  defi- 
nite organization,  systematized  so  that  each  carpenter  and  each  gang 
of  laborers  have  definite  work  to  do  and  jobs  follow  one  another  in 
definite  order.  Digitized  by  CjOOqI 
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With  this  in  view,  the  carpenters  should  be  divided  into  small 
gangs,  usually  consisting  of  1  or  2  men  each. 

Each  gang  should  repeat  the  same  work  over  and  over.  They  may : 
lay  out  the  work;  make  one  kind  of  form  unit  repeatedly;  set  columns; 
brace  columns;  set  posts;  set  girders;  attach  end  of  girders  to  columns; 
set  beams;  attach  end  of  beams;  and  so  on. 

Different  designs  require  different  arrangements,  but  the  various 
operations  should  be  arranged  in  sequence  so  that  one  gang  will 
follow  directly  upon  another  and  yet  not  interfere  with  it.  The  times 
required  by  the  different  gangs  should  be  as  nearly  equal  as  possible. 
Some  parts  of  the  work  may  require  a  gang  of  2  men,  other  parts  two 
gangs  of  2  men  each,  while  some  operations  can  be  performed  most 
economically  by  a  single  carpenter.  In  some  cases  if  one  gang  has 
harder  work  to  do,  it  may  be  started  considerably  ahead  of  the  gang 
on  the  next  operation,  so  as  not  to  interfere  with  it. 

The  principle  is  to  get  each  man  accustomed  to  and  expert  in  his 
work,  to  give  each  man  a  definite  thing  to  do,  and  finally  to  let  each 
man  feel  that  he  must  work  steadily  in  order  to  keep  up  to  the  gang 
ahead  of  him  or  out  of  the  way  of  the  gang  behind.  In  order  to  carry 
this  out  to  the  best  advantage,  Mr.  Thompson  has  adopted  in  construc- 
tion work  a  system  similar  to  that  used  so  successfully  in  scientific 
management  in  shop-work.  The  work  of  each  man  is  planned  in  advance 
and  the  lumber  and  materials  are  routed  to  him  so  that  no  time  need  be 
wasted.  This  in  itself  has  been  found  to  effect  a  great  saving  in  labor 
cost.     The  general  principles  of  the  plan  are  outlined  in  Chapter  V. 

Laborers'  Work.  Laborers  should  not  make  forms  or  set  them  up. 
They  should  carry  and  hoist  all  the  materials,  bring  the  sections 
per  unit  to  the  carpenters,  provide  the  carpenters  with  bracing  lum- 
ber, blocks  and  wedges,  and  do  most  of  the  work  of  form  removal. 
To  do  this,  the  laborers,  like  the  carpenters,  must  be  organized  and 
under  the  supervision  of  one  or  more  first-class  bosses.  On  a  small 
job  much  of  such  labor  falls  to  the  concrete  gang.  These  men, 
unless  watched  every  minute  or  given  a  definite  task,  will  be  apt  to 
work  simply  to  kill  time,  and  will  take  three  or  four  times  longer  than 
necessary  on  miscellaneous  jobs  like  carrying  form  lumber.  It  has 
been  found  practicable  to  plan  the  work  of  the  labor  gang  moving 
material  in  a  manner  similar  to  that  employed  with  the  carpenters. 

Under  ordinary  management  from  5  per  cent  to  10  per  cent  can  be 
saved  in  labor  cost  of  form  construction  by  giving  laborers  the  work 
outlined  above.    With  scientific  management  the  saving  is  still  greater. 
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Mill  Saw.  If  the  total  cost  of 
the  concrete  on  the  job  (labor  and 
material)  is  over  $20  000,  a  circu- 
lar swing  arm  saw  and  a  table  saw 
on  the  job  will  be  economical. 
For  a  large  job  a  planer  and  a  bor- 
ing machine  should  be  added. 
On  small  jobs  the  men  who  run 
the  saw  can  work  on  other  jobs 
when  not  busy.  Proper  opera- 
tion of  a  saw  mill  means  the  lay- 
out of  the  work  in  advance  ac- 
cording to  definite  plans  and  the 
careful  marking  and  piling  of  the 
pieces  sawed. 

Raising  Saw  from  Story  to  Story. 
If  the  saw  is  run  by  a  motor,  it 
can  be  raised  from  story  to  story 
so  as  to  permit  the  remaking  of 
the  forms  on  each  floor  or  every 
other  floor  as  the  case  may  be. 
This  avoids  the  cost  of  lowering 
the  forms  to  the  ground  and  hoist- 
ing them  again. 

Staging.  Men  will  do  more 
work  and  do  it  easier  with  plenty 
of  staging. 

Sometimes  it  is  economical  to 
build  a  wide  staging  on  the  level 
of  £ach  floor  to  avoid  extra  travel 
and  interference  with  the  work. 

Stairs  should  be  built  at  an 
angle  not  steeper  than  45  degrees. 
Staging  and  runs  should  be  built 
with  enough  headroom  to  allow 
men  to  walk  without  stooping. 

Ladders  should  have  a  slope  of 
about  2  feet  horizontal  to  4  feet 
vertical.     A  construction  ladder  is 


Fig.  45.    Construction  Ladder  (See  p.  480) 
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Making  Up  Forms.  Plans,  if  provided,  should  be  followed  exactly 
or  altered  only  with  the  approval  of  the  builder  before  work  on  them 
is  begun. 

Sections  to  be  used  over  and  over  must  be  securely  nailed.  On 
the  other  hand,  all  joints  that  are  to  be  taken  apart  should  have  as 
few  nails  as  possible.  The  sheathing  of  wall  forms,  for  instance, 
if  to  be  removed  board  by  board,  requires  only  enough  nails  to  take 
out  the  wind  of  the  boards  and  hold  their  own  weight  till  the  concrete 
is  placed.  Methods  of  making  sections  are  discussed  more  in  detail 
on  page  485. 

Accurate  Measurements.  One  of  the  difficulties  in  form  construc- 
tion is  in  setting  the  forms  level  and  true  enough  to  line  to  avoid  a 
lot  of  subsequent  labor  straightening  and  adjusting.  This  trouble 
is  largely  due  to  inaccuracies  in  making  up  the  forms.  If  the  widths 
of  the  column  forms  are  exact  and  the  beam  forms  are  cut  to  exact  length, 
the  wall  columns  must  come  plumb  and  true.  Accuracy  in  level  is 
somewhat  more  difficult  to  obtain  if  the  forms  are  set  upon  concrete 
which  is  not  absolutely  smooth,  and,  in  such  cases,  they  must  be 
brought  up  to  line  and  level  by  wedges. 

Good  vs.  Poor  Carpenters.  In  accuracy  of  workmanship  the  dif- 
ference between  the  good  and  the  poor  carpenter  is  manifest.  Cheap 
skilled  labor  is  always  expensive,  and  because  form  construction  is  neces- 
sarily somewhat  rough  and  temporary,  there  is  a  tendency  to  think 
that  any  carpenter  is  good  enough.  Just  the  reverse  of  this  is  true 
because  the  poor  man  will  take  more  time  and  material  to  construct 
the  forms  and  then  his  work  will  require  more  labor  after  it  is  set. 
Of  course  it  is  possible  to  go  too  far  to  the  other  extreme,  for  example, 
a  carpenter  who  is  skilled  simply  in  cabinet  work  will  spend  too  much 
labor  on  parts  that  can  be  done  merely  with  a  saw  and  hatchet. 
Nicely  planed  joints  are  absurd  on  form  construction. 

Alignment  of  Forms.  The  columns  must  be  laid  out  in  a  systematic 
manner.  After  marking  their  exact  locations  on  the  floor  they 
must  be  set  true  and  plumbed,  the  beams  must  be  without  wind 
and  either  level  or  with  the  required  camber,  and  the  slabs  must  be 
level  and  true.  In  some  cases,  especially  in  a  large  building,  labor 
is  saved  by  leveling  up  the  forms  with  an  engineer's  leveling  instru- 
ment. 

If  much  time  elapses  between  the  erection  of  the  forms  and  the  con- 
creting, tfye  lines  and  levels  should  be  checked  to  see  that  the  forms 
have  kept  their  shape. 
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The  details  of  construction  should  receive  careful  attention.  See 
that  nuts  are  tight  on  the  bolts;  wedges  securely  driven  and  tacked  with 
a  nail  if  necessary;  wire  ties  taut;  bolts  greased;  and  spacers  between 
wall  forms  removed  before  concreting.  Tie  bolts  should  not  be  run 
through  walls  near  corners  because  there  is  danger  of  cracking  the  con- 
crete when  they  are  drawn.  Joints  in  forms  should  be  tight  enough  to 
prevent  leakage  of  cement,  as  any  leakage  will  tend  inevitably  to 
form  pockets  of  stone  or  coarse  sand  on  the  surface  of  the  concrete. 

Camber.  When  a  load  is  placed  upon  any  structural  member  like 
a  beam,  the  stresses  cause  it  to  bend  or  deflect  a  little.  In  forms  there 
is  a  slight  movement,  due  to  the  adjustment  of  the  wedges  under  load 
and  the  compressing  of  the  wood,  so  that  it  is  advisable  to  raise 
the  beam  forms  slightly  higher  in  the  center  than  at  the  ends.  A 
rough  rule  for  this  is  to  assume  a  deflection  of  the  forms  equal  to 
f-inch  in  every  10  feet  of  length. 

Bevel  or  V-strips.  The  putting  in  of  bevel  strips  or  triangular 
pieces  has  been  referred  to  on  page  477.  When  possible,  fasten  these 
to  forms  when  making,  instead  of  leaving  it  to  the  erection  gang. 

Wedges.  Always  drive  wedges  in  pairs  to  give  an  even  bearing, 
as  shown  in  Fig.  49,  page  493. 

Forms  Strong  but  not  too  Strong.  A  foreman  will  frequently  say 
that  to  be  on  the  safe  side  he  will  put  in  an  extra  set  of  posts  or  braces. 
This  is  proper  if  there  is  any  doubt,  but  such  things  are  really  a  matter 
of  design,  and  the  number  of  posts  can  be  determined  by  figuring 
or  by  reference  to  tables  such  as  are  given  in  Chapter  XX. 

Forms  should  be  well  braced,  but  the  braces  should  be  designed  to 
resist  all  tendency  to  slide  and  may  be  useless  if  put  in  without  thought. 

Nailing.  Where  the  pressure  of  the  concrete  tends  to  tighten  the 
.  joints  or  where  the  tightness  is  assured  by  clamps,  nails  may  be  only 
partly  driven,  which  leaves  the  heads  projecting  so  that  they  can 
be  easily  drawn. 

A  special  form  of  double  headed  nail,  designed  for  easy  drawing,  is 
now  on  the  market. 

Anchoring  for  Upward  Pressure.  Liquid  or  semi-liquid  concrete 
will  produce  an  upward  pressure  when  pouring  under  horizontal  or 
inclined  forms.  An  example  of  this  is  in  a  flaring  column  footing. 
Such  inclined  forms  must  be  fastened  to  prevent  their  lifting. 

Straightening  Forms  when  Pouring  Concrete.  Many  builders 
detail  one  or  two  carpenters  to  see  that  forms  are  not  thrown  out  of 
true  as  the  concrete  is  being  poured.     This  is  good  practice,  but  at 
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the  same  time  it  must  be  impressed  upon  £he  carpenters  that  it  is 
absolutely  wrong  to  straighten  forms  after  the  concrete  has  begun  to 
dry  out  or  stiffen.  Common  sense  should  teach  this  and  yet  the  authors 
have  known  good  house  carpenters  to  line  up  wall  forms  the  day  after 
the  concrete  was  poured.  Of  course  the  concrete  cracked  so  that  it 
had  to  be  removed. 

Time  Lost  in  Holding  Forms.  Much  time  is  wasted  unnecessarily 
in  form  construction  by  one  carpenter  holding  a  form  while  another 
nails  or  saws.  On  one  job,  for  example,  a  job  fairly  well  organized, 
40  per  cent  of  the  total  time  of  carpenters  erecting  a  column  form  was 
occupied  in  holding  the  sections  in  position. 

Oiling.  Forms  should  usually  be  oiled  before  they  are  set  in 
place,  by  laborers  and  not  by  carpenters.  By  using  not  a  grease 
but  an  oil,  like  crude  oil,  which  is  a  petroleum  product,  it  will  soak 
into  the  wood  and  the  forms  will  not  be  too  greasy  to  handle. 

If  the  surface  of  the  concrete  is  to  be  plastered,  the  forms  must 
not  be  oiled  but  instead  must  be  thoroughly  soaked  with  water. 
Sometimes  even  oiled  forms  require  wetting  on  hot  days  to  prevent 
shrinkage.      In  freezing  weather,  forms  should  not  be  wet. 

Cleaning  Forms  before  Concreting.  To  remove  shavings  and  dirt, 
clean-out  holes  must  be  left  at  the  bottom  of  wall  forms  and  column 
forms.  For  cleaning  beam  and  slab  forms,  a  steam  hose  or  a  fire 
hose  may  be  economically  used.  This  should  be  done  by  the  concrete 
gang  and  not  by  carpenters. 

Be  sure  to  close  these  holes  before  concreting. 

Hoisting  Materials.  Costs  of  hoisting  materials  with  breast  derricks 
are  given  in  Table  155,  page  648. 

REMOVAL  OF  FORMS 

The  best  gang  for  the  removal  of  forms  consists  of  enough  laborers 
under  a  labor  boss  to  just  keep  the  carpenters  busy  either  remaking 
or  resetting  the  forms. 

The  forms  should  be  set  in  the  first  place  so  that  they  can  be  taken 
down  without  the  use  of  sledges  or  heavy  bars,  which  are  liable  to 
break  the  forms  and  injure  the  concrete.  Notes  have  been  given 
already  on  methods  of  making  that  will  facilitate  the  removal. 
Methods  of  removal  are  discussed  more  in  detail  on  page  476. 

Tools  for  Removing  Forms.  Special  tools  should  be  made  up,  so 
as  to  remove  the  forms  quickly  and  with  as  little  injury  as  possible. 
A  bolt  puller  and  a  wrecking  bar  are  illustrated  in  Fig.  46,  page  484. 
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Cleaning  Forms  after  Removal.  Forms  must  be  cleaned  before 
rebuilding.  Concrete  which  sticks  to  them  can  be  removed  most 
easily  immediately  after  they  are  taken  down. 

If  a  section  of  forms  has  been  badly  oiled  so  that  the  concrete 
sticks  once,  a  rough  surface  is  left  on  the  lumber  and  it  is  difficult 
to  prevent  sticking  when  the  forms  are  used  again. 


Dflife^ 


'■*© 


-» 


nr 

Bolt     Puller 


2V 


ZorSTi. 


i r 

Wreckinq    Bar 

Fig.  46.    Tools  for  Removing  Forms  and  for  Bending  Steel.      (See  pp.  483  and  562). 


REMAKING  FORMS 

The  raising  of  the  mill-saw  from  story  to  story  has  been  referred 
to  on  page  480,  and  the  use  of  old  versus  new  lumber  on  page  470. 

Remaking  is  one  of  the  largest  items  of  cost,  and  thus  offers  the 
greatest  opportunity  for  waste  of  labor  and  material.  The  ease  of 
remaking  depends  to  a  large  extent  upon  the  original  design  and  upon 
the  tare  in  the  first  erection. 
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EFFECT  OF  DESIGN   OF  FORMS  UPON  THE  LABOR  COST 

Economy  in  form  construction  depends  in  a  large  degree  upon  the 
design,  and  the  labor  of  construction  upon  the  type  selected.  In 
order  to  present  times  and  costs  of  form  construction  that  can  be  used 
without  question,  therefore,  it  is  necessary  to  show  very  clearly  the 
methods  and  details  of  design  on  which  they  are  based.  The  values  in 
the  tables  in  Chapter  XXII,  are  based  on  certain  well-defined  designs 
clearly  shown  on  the  following  pages  in  drawings  prepared  by  the  authors. 
Minor  changes  in  detail  will  not  greatly  affect  the  cost.  The  various 
sketches  presented  may  be  of  considerable  assistance  to  the  designer 
of  forms,  since  all  of  the  drawings  are  based  on  actual  construction 
work.  By  our  methods  of  unit  time-study  it  is  possible,  further,  to 
indicate,  in  many  cases,  which  is  the  most  economical  type;  or  to 
show  that  the  difference  between  different  types  is  so  slight  that  a 
man  may  select«that  which  best  fits  the  job  under  consideration. 

MAKING    FORM    SECTIONS    ON    BENCHES 

The  making  up  of  sections  of  forms  that  are  duplicated  over  and 
over  again  is  essentially  shop  work,  even  though  the  work  is  done 
on  the  job.  It  is  easier  to  systematize  this  work  than  to  systematize 
the  operations  of  erecting  or  removing. 

The  pieces  should  be  cut  to  length  on  a  mill-saw  and  made  up  on 
benches,  the  work  being  carefully  laid  out  in  advance. 

The  following  scheme  may  be  followed  to  good  advantage: 

(1)  Design  the  section,  indicating  by  a  drawing  or  sketch  the 
thickness,  length,  width,  and  number  of  boards  or  plank,  the  size  of 
the  cleats,  the  location  of  the-  cleats,  the  number  and  location  of 
nails,  and  the  size  of  nails. 

(2)  Number  each  section  to  correspond  to  number  on  plan; 
for  example,  beam  sides  may  be  designated  as  BS1,  BS2,  etc. 

(3)  Mark  on  the  plan  each  piece  of  lumber  in  the  section.  The 
like  pieces  on  different  sections,  that  is,  pieces  of  the  same  width, 
thickness  and  length,  may  have  the  same  mark.  In  this  way,  when 
passing  through  the  saw-mill,  pieces  that  are  cut  alike  can  be  sawed 
in  one  lot  regardless  of  where  they  are  located  in  the  forms. 

(4)  Design  in  this  way,  either  by  sketches  using  carbon  paper,  or 
by  regular  drawings  and  blue  prints,  all  the  forms  to  be  used  on  the 
job,  except  the  comparatively  few  sections,  like  foundation  forms 
in  rough  places,  that  cannot  be  laid  out  in  advance^  I 
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(5)  Take  off  schedule  of  all  the  lumber  in  these  designs  just  as 
one  would  schedule  steel,  indicating  the  mark,  the  sections  requiring 
each  mark,  the  sizes,  etc. 

(6)  Order  lumber  from  mill  either  cut  to  exact  widths  and  lengths, 
as  per  schedule,  or  else  in  such  a  way  as  to  have  as  little  waste  as 
possible. 

(7)  Deliver  lumber  to  yard  piled  so  that  any  pieces  can  be  read- 
ily found.     Each  pile  should  be  distinctly  marked. 

(8)  Saw  the  lumber  to  schedule,  marking  each. 

(9)  Pile  by  marks  or  deliver  at  once  to  bench  where  form  sections 
are  to  be  made  up. 

(10)  Lay  out  each  section  on  a  bench,  using  the  drawing  or  sketch 
as  the  Instruction  Card.     The  bench  is  described  below. 

(11)  Make  all  the  like  sections  of  forms  at  one  time. 

(12)  Pile  sections  and  deliver  to  proper  location  by  laborers  work- 
ing under  a  labor  boss.  Use  hand  carts  wherever  possible  for  trans- 
portation. 

This  method  of  work  means  a  system  that  cannot  be  handled 
by  the  office  force  generally  employed  on  a  construction  job.  A 
man  is  needed  to  plan  the  work  and  another  man  is  needed  to  see 
that  the  lumber  is  properly  marked  and  piled  and  "routed"  to  the  place 
where  it  belongs.  On  a  small  job  these  two  duties  or  functions  may 
be  given  to  a  single  man. 

The  extra  cost  of  these  men,  even  if  the  job  is  so  large  as  to  require 
a  special  department  with  several  assistants,  will  be  made  up  many 
times  over  by  the  saving  in  time  of  the  carpenters  who  make  up  and 
erect  the  forms.  Not  only  will  the  forms  be  made  much  cheaper,  but 
they  will  be  made  accurately  so  that  they  will  fit  together  in  place 
and  the  labor  of  sawing  and  fitting  in  erection  will  be  avoided.  Fur- 
thermore, with  a  job  organized  in  this  way  it  is  a  comparatively  sim- 
ple matter  to  take  time-studies  on  the  workmen  and  lay  out  definite 
daily  tasks  for  each  man. 

Work  Benches.  If  a  contractor  or  builder  has  considerable  work 
in  one  locality,  well  constructed  benches  that  may  be  carried  from 
one  job  to  another  are  economical.  A  style  of  bench  that  has  proved 
satisfactory  in  practice  is  shown  in  Fig.  47,  page  487. 

In  laying  out  a  section,  cleat  holders  are  tacked  across  the  bench 
so  that  the  cleats  may  be  dropped  between  them,  the  boards  or  planks 
are  laid  on  top  of  them,  then  clamped  and  nailed.  If  the  cleats  are 
1-inch  thick  and  the  section  is  to  be  used  over  and  over  again  it  must 
be  turned  over  and  the  nails  clinched. 

For  beam  sides  and  column  forms  the  cleats  should  be  of  such  size 
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and  so  located  as  to  serve  as  clamps  when  erecting  the  forms.  Wher- 
ever possible,  one  carpenter  should  work  at  a  bench.  This  is  contrary 
to  ordinary  practice,  but  where  the  work  is  not  too  heavy,  one  man 
will  always  do  more  than  half  as  much  as  two  men,  working  as  a 
gang.     The  size  of  gang  has  been  discussed  already  on  page  479. 

Where  one  man  works  alone  at  a  bench,  the  lumber  should  be  piled 
at  right  angles  to  the  bench  instead  of  parallel  to  it.  This  method 
of  work  has  been  followed  satisfactorily  by  Mr.  Frank  B.  Gilbreth 
with  a  saving  of  time  over  the  ordinary  plan  of  2-men  gangs. 

%      FOUNDATION  FORMS 

The  design  of  forms  for  foundations  is  governed  by  the  design  of 
the  structure  to  such  an  extent  that  it  will  not  be  discussed  in  detail. 
Many  of  the  remarks  already  given  on  construction  and  also  the  dis- 
cussion which  follows  will  apply  more  or  less  to  this  class  of  form  work. 

The  design  and  construction  of  forms  for  house  foundations  are 
taken  up  in  connection  with  wall  forms  on  page  517. 

COLUMN  FORMS:  DESIGN  AND  CONSTRUCTION 

Having  fixed  upon  the  requisite  strength  of  a  column  form,  the 
design  should  be  governed  by  the  question  of  economy  in  making 
the  sections  of  the  form,  assembling  them  in  place,  removing  them, 
and  remaking  them  for  subsequent  use. 

At  first  sight  it  appears  to  be  a  very  simple  matter  to  accomplish 
the  purpose,  but,  on  a  job  of  any  size,  with  labor  and  lumber  at  high 
prices,  the  question  of  the  best  method  of  construction  presents  itself 
in  an  entirely  different  light.  The  methods  employed  by  different 
builders  are  so  varied  and  frequently  so  complicated  that  the  individ- 
ual operations  of  all  the  processes  must  be  studied  quite  minutely  to 
distinguish  clearly  between  the  good  and  bad  points  of  each. 

A  surprising  number  of  factors  play  an  important  part  in  the  econ- 
omy of  column  construction.     Some  of  these  are: 

(a)  Kind  of  lumber. 

(b)  Thickness  of  lumber  for  sheathing,  i.e.,  whether  1,  1J,  \\  or 
2-inch  stock. 

(c)  Dressing,    i.e.,  whether    square    edge,    tongue-and-grooved, 
shiplap,  or  bevel  edge. 

(d)  Width  of  lumber  for  sheathing. 

(e)  Method  of  making  forms. 

(f)  Kind  of  clamp  to  use. 
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(g)  Number  of  clamps  for  each  size  of  columns. 

(h)  Method  of  placing  clamps. 

(j)  Method  of  erecting  forms. 

(k)  Method  of  removing  and  transporting. 

Types  of  Column  Forms.  When  reinforced  concrete  was  first 
introduced,  the  sides  of  column  forms  were  made  of  horizontal  boards 
set  piece  by  piece,  so  that  the  concrete  could  be  placed  in  thin  layers. 
Now,  columns  always  are  filled  from  the  top  and  the  sheathing  usually 
is  vertical. 

The  common  types  of  column  forms  may  be  classified  as  follows, 
the  first  three  types,  which  refer  to  square  or  rectangular  columns, 
being  distinguished  by  the  character  of  the  clamps. 

Type  1  Wedge  strip  type. 

Type  2  Wood  wedge  clamp  type. 

Type  3  Bolted  clamp  type. 

Type  4  Octagonal  column  forms. 

Type  5  Circular  column  forms. 

Before  discussing  different  types  of  construction  in  detail,  some  of 
the  elements  which  are  common  to  all  of  them  will  be  considered  in 
paragraphs  that  follow. 

Widths  of  Boards  for  Sheathing.  If  possible,  the  boards  or  plank 
should  be  ordered  from  the  mill  of  a  width  to  fit  the  column  without 
splitting.  Sometimes,  the  dimensions  of  the  column  may  be  altered 
very  slightly  to  permit  this,  the  cost  of  the  extra  widths  being  more 
than  made  up  by  reduction  in  form  cost.  If  this  is  not  feasible,  the 
boards  of  odd  widths  should  be  split  on  the  power  saw  and  not  by 
hand.  Frequently,  this  is  done  most  economically  after  the  sections 
are  cleated. 

Use  of  Narrow  Strips  for  Convenient  Remaking.  A  plan  that  has 
been  followed  successfully  is  to  make  up  the  column  form  for  the  first 
story  with  narrow  strips  on  the  edges  so  that  one  strip  may  be  removed 
for  each  reduction  in  size.  For  example,  if  the  first  story  column  is  30 
inches  square  and  the  first  reduction  is  to  28  inches,  the  next  to  26 
inches,  and  so  on,  a  part  of  each  section  may  be  made  up  of  strips 
2  inches  wide  so  that  one  strip  can  be  taken  off  for  each  reduction. 
This  is  illustrated  in  Fig.  49,  page  493. 

Column  Heads.  The  tops  of  the  column  forms  that  are  intersected 
by  beams  may  be  made  separate  from  the  rest  of  the  column  so  as 
to  reduce  the  labor  in  adjusting  different  beam  sizes.  Construction 
for  beam  connections  is  illustrated  in  Fig.  48,  page  491. 
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Bevel  Strips.  The  corners  of  square  columns  should  always  be 
chamfered  both  for  the  sake  of  appearance  and  to  prevent  danger  of 
breaking  off  sharp  corners  when  removing  forms.  The  triangular 
strips  to  form  the  bevels  should  be  nailed  on  to  two  opposite  sides  of 
the  column  forms  when  they  are  made  up. 

Cleanout  Holes.  A  cleanout  hole  must  be  cut  in  one  side  of  every 
column.  For  convenience  in  replacing,  this  may  be  cut  so  as  to  come 
up  to  the  middle  of  the  first  clamp.  The  piece  of  board  cut  off  should 
be  tacked  to  the  column  side  so  that  it  will  be  all  ready  to  put  back  in 
place  after  the  column  is  cleaned  out  and  before  the  concrete  is  poured. 

METHOD  OF  ERECTING  COLUMN  FORMS 

The  best  method  in  erecting  a  column  form  is  to  nail  three  of 
the  sides  together  before  setting  in  place,  and  the  fourth  side  after- 
ward. If,  as  is  sometimes  done,  each  side  is  raised  separately,  one 
carpenter  loses  time  holding  the  sides  in  place  while  another  one  nails 
them  together.  In  some  cases  the  four  sides  may  be  put  together 
before  raising  but,  if  the  reinforcement  projects  above  the  floor, 
extra  laborers  are  needed  to  raise  the  form  and  then  lower  it  over  the 
reinforcement  and  also  to  place  the  new  reinforcement  from  the  floor 
above  after  the  form  is  set. 

The  advantages  of  the  3-side  method  are  therefore: 

(a)  Column  reinforcement  can  be  placed  before  the  column  form 
is  set. 

(b)  Column  reinforcement  from  story  below  can  project  up  as 
high  as  desirable. 

(c)  Two  carpenters  can  assemble  and  erect. 

(d)  One  carpenter  is  net  required  to  hold  form  while  the  other 
is  nailing. 

COLUMN  FORMS  WITH  IRON  CLAMP  AND  WEDGE 
STRIP.     TYPE  I. 

This  design  of  column  is  illustrated  in  Fig.  48,  page  491. 

Study  of  the  time  of  the  carpenter  constructing  this  type  indicates 
it  to  be  one  of  the  best  and  most  economical  methods  of  construc- 
tion. It  is  quickly  assembled,  requires  little  nailing,  and  is  easily 
removed. 

The  cleats,  which  are  shown  as  2  by  4  inches,  may  be  placed 
on  edge  or  flat,  according  to  the  strength  required,  and  serve  not 
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Fig.  48.    Column  Form  with  Iron  Glamps  and  Wedge  Strip.     (See  pp.  489  and  490.) 
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only  as  cleats  but  also  as  clamps.  For  large  columns,  4  by  4  inch 
cleats  may  be  required.  The  sizes  and  spacing  of  cleats  may  be  deter- 
mined from  inspection  of  the  tables  in  Chapter  XX. 

The  design  shows  iron  clamps,  sometimes  called  "Hennebique 
clamps,''  which  hold  the  long  sides  together  and  are  easily  attached 
and  driven  tight.  These  clamps  give  good  satisfaction,  provided 
the  edges  of  the  long  piece  are  sharpened  when  they  become 
rounded  from  use,  so  as  to  prevent  slipping.  The  short  cleated 
sides  are  wedged  against  the  upright  wedging  strips  with  wooden 
wedges,  as  shown.  These  wedging  strips  may  be  1  by  4  inches,  1  by 
6  inches,  or  heavier  stuff,  and  should  be  firmly  spiked  to  the  longer 
cleats. 

With  this  type  of  clamp  the  cleats  do  not  necessarily  have  to  be 
exactly  on  the  same  level,  a  variation  of  say  £-inch  not  affecting  the 
security. 

In  assembling  by  the  3-side  method  referred  to  above,  the  sides 
are  brought  up  to  the  floor  where  the  form  is  required  and  three  sides 
— two  with  long  cleats  and  one  with  short  cleats — are  tacked  together 
on  horses  by  a  few  nails.  This  3-side  form  is  then  set  up  around 
the  column  reinforcement  on  lines  already  laid  out  by  another  gang, 
the  fourth  side  is  raised  and  lightly  nailed  on,  and  the  clamps  are  then 
placed. 

This  type  of  column  form  was  devised  by  Mr.  Jesse  E.  Hodges,  Super- 
intendent for  the  Ferro  Concrete  Construction  Company.  As  used  on 
practical  work,  it  will  square  up  automatically  true  and  watertight. 

Times  and  costs  of  making  and  erecting  are  given  on  pages  630  and  631. 

WOOD  WEDGE  COLUMN  FORMS.     TYPE  2 

A  type  of  form  used  extensively  where  the  clamps  are  held  together 
by  wooden  wedges  is  illustrated  in  section  B  of  Fig.  49,  page  493 
and  also  in  Fig.  53,  page  499.  Times  and  costs  of  making  and 
erecting  are  given  on  pages  632  and  633.  With  this  type  the  boards 
are  usually  battened  together  as  shown,  and  the  clamps  are  put  on 
separately,  so  that  the  blocks  may  be  easily  changed  when  remaking. 
This  clamp  is  easy  to  remove,  but  is  expensive  to  remake  because 
the  short  stop  blocks  must  be  ripped  off  and  usually  a  new  block 
cut  and  nailed  on.  These  small  blocks  should  be  always  cut  in 
advance  on  the  mill-saw  and  stored  ready  for  use. 
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Fig.  49.    Column  Form  showing  Various  Designs.    (See  pp.  489,  492  and  494.) 
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BOLTED   CLAMP  FORMS.    TYPE  3 

Several  styles  of  forms  with  bolted  clamps  are  shown  in  Fig.  49, 
page  493.  The  style  given  at  the  top  as  A  is  that  used  as  the  stand- 
ard design  for  Type  3  in  the  tables.  The  times  and  costs  of  building 
and  erecting  are  given  on  pages  634  and  635. 

As  in  Type  1,  the  cleats  are  nailed  to  the  sides  when  making,  so 
that  they  are  a  part  of  the  clamp.  The  size  of  cleat  for  the  clamp  and 
the  spacing  may  be  determined  from  tables  on  pages  613  to  615. 

Sections  D  and  E  of  Fig.  49  and  also  the  wall  column  form,  Fig.  52, 
page  497,  illustrate  various  other  methods  of  holding  the  sides  of  the 
form,  using  only  one  pair  of  rods  to  each  clamp. 

OCTAGONAL    COLUMNS.     TYPE  4 

A  design  for  an  octagonal  column  form  is  shown  in  Fig.  50,  page  495. 
Times  and  costs  for  this  type  are  given  on  pages  636  and  637. 

There  are  various  methods  of  making  octagonal  forms.  Sometimes 
they  are  made  up  as  square  forms  with  triangular  pieces  inserted  in 
the  corners.  The  style  given,  made  with  8  independent  sides,  four 
of  them  with  beveled  edges,  appears  from  our  time  studies  to  be  the 
most  economical.  The  method  of  forming  the  small  triangular  haunches 
at  the  top  of  the  column,  so  as  to  give  it  a  neat  appearance, is  shown  by 
the  triangular  corner  pieces  in  the  drawing. 

Octagonal  columns  of  comparatively  small  size  can  be  made  up  in 
a  similar  fashion  to  Type  1,  described  on  page  490,  using  wedging 
strips. 

COLUMN  FORMS  SUPPORTED  BY  ANGLE  IRONS 

The  style  of  column  form  shown  in  Fig.  51,  page  496,  was  designed 
and  used  by  Mr.  W.  W.  Wilson  of  Wilson  and  Tomlinson.  Angle 
irons  are  set  vertically  at  each  corner  to  brace  the  cleats  and  drilled 
at  frequent  intervals  to  permit  bolting  the  column  form  wherever 
needed. 

WALL    COLUMNS 

Wall  columns,  as  stated  in  connection  with  the  tables,  cost  about 
50  per  cent  more  to  erect  than  interior  columns.  They  are  more 
difficult  to  plumb  and  line  and  hold  in  place. 

A  good  method  of  construction  is  shown  in  Fig.  52,  page  497. 
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Fig.  50.    Column  Form  for  Octagonal  Column.    (See  p.  494.) 
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Fig.  51.    Column  Form  with  Angle  Iron  Verticals.     (See  p.  494.) 
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Fig.  52.    Form  for  Wall  Column.     (See  p.  404.) 
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The  column  shown  is  held  in  position  by  a  brace  nailed  to  an  adjust- 
able block  bolted  through  the  concrete  slab,  the  bolt  being  set  in 
place  when  the  slab  is  poured. 

The  bottom  clamp  of  the  form  is  broken  off  in  the  drawing  so  as 
to  show  the  cleanout  hole. 

At  the  top  of  the  form  are  shown  two  f -inch  bolts  passing  through 
the  sheathing  and  projecting  into  the  column.  When  the  column  is 
poured,  these  bolts  are  imbedded  in  the  concrete,  and  then,  on  remov- 
ing the  forms,  4  by  4-inch  blocks  are  placed  over  the  ends  which  pro- 
ject from,  the  concrete,  as  shown  at  the  bottom  of  the  figure,  and  the 
nuts  screwed  on.  By  tacking  on  a  2  by  4-inch  cleat,  which  is  also 
shown  at  the  bottom  of  the  figure,  the  exterior  side  of  the  column 
form  is  held  snug  up  against  the  concrete  column  below. 

DISTINCTION  BETWEEN  BEAMS  AND  GIRDERS 

Beams  support  simply  their  own  load  and  that  of  the  slab,  while 
girders  support  beams  which  run  into  or  intersect  them. 

BEAM  FORMS:     DESIGN  AND  CONSTRUCTION 

There  is  less  variety  in  the  design  of  beam  forms  than  of  column 
forms.  The  variation  in  details  affects  the  time  and  cost  of  construc- 
tion less  than  in  columns,  provided  the  design  is  such  as  to  permit 
easy  removal  of  the  forms  after  the  concrete  has  hardened. 

In  Fig.  53,  page  499,  is  shown  a  typical  beam  form  in  combination 
with  a  girder  and  a  column  form.  The  supporting  posts  are  shown 
and  the  "joist  bearer"  for  supporting  the  joists  under  the  slab  form. 

Tables  for  making  up  and  erecting  beam  forms  are  given  in  Chapter 
XXII,  and  the  matter  describing  the  tables  is  there  referred  to. 

Making  Beam  Sides  and  Bottoms.  The  forms  for  beam  sides 
always  should  be  laid  out  and  made  up  on  benches  as  described  on 
page  486.  The  boards  run  horizontally  the  full  length  of  the  beam 
and  are  held  together  by  the  cleats  laid  flat,  which  should  be  nailed 
securely  enough  to  bear  the  necessary  racking  of  removing  and  reset- 
ting forms.     Cleats  are  preferably  2  by  4-inch  stock. 

The 'bottoms  for  the  beam  forms,  when  more  than  one  plank  in 
width,  should  also  be  made  up  on  benches  in  a  similar  manner.  If 
a  single  plank  forms  the  bottom,  it  should  be  cut  to  length  on  the  mill- 
saw,  marked,  and  piled  near  the  side  sectionsgtized by C 
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The  bottom  plank  should  be  the  net  width  of  the  concrete  beam 
while  the  sides  should  lap  down  over  the  edges  of  this  bottom  plank 
to  permit  their  easy  removal  in  advance  of  the  bottom. 

If  the  design  is  made  with  a  view  to  the  most  economical  form  con- 
struction or  if  the  architect  will  permit  a  slight  variation  in  schedule 
sizes,  both  the  width  and  the  depth  of  the  beams  often  may  be  made 
to  correspond  to  combinations  of  mill  stock  sizes. 

For  beam  sides,  1-inch  (f-inch)  or  2-inch  (If -inch)  stock  sometimes 
is  used,  but  the  thinner  stuff  is  more  economical.  Beam  bottoms, 
unless  very  narrow,  should  not'  be  thinner  than  2-inch  stock. 

Cleats  should  be  spaced  symmetrically  on  each  side  of  the  center 
line  so  as  to  make  the  layout  easier. 

All  sections  should  be  carefully  marked  and  piled  to  facilitate  their 
transportation  to  place.  The  proper  marking  and  piling  of  materials, 
as  already  has  been  stated,  is  one  of  the  essentials  in  a  well  man- 
aged job. 

Methods  of  Erecting  Beam  Forms.  There  are  two  general  methods 
of  erecting  beam  forms:  (1)  forms  put  together  on  horses  on  floor 
below  and  then  raised  to  place  as  one  member;  (2)  sides  and  bot- 
tom placed  separately  on  the  scaffold  near  the  required  location, 
then  assembled  and  connected  in  their  final  position. 

The  first  method,  that  is,  putting  together  on  horses,  has  been 
found  by  our  test  observations  of  time  to  be  best  and  quickest,  and 
the  times  and  costs  on  pages  638 and 639  are  based  on  this  plan.  A  man 
can  work  more .  efficiently  on  the  floor  than  on  the  scaffold,  and  the 
scaffold  for  setting  need  not  be  so  -elaborate.  The  extra  time  required 
working  on  scaffold  can  be  found  from  the  unit  times  in  Table  164,  page 
671.  Much  time  is  lost  by  picking  up  material  which  falls  to  the 
floor  and  in  getting  nails  and  tools. 

Whichever  method  is  used  the  forms  should  be  handled  by  a  gang  of 
laborers  and  not  by  the  carpenters.  In  the  first  method,  the  laborers 
raise  the  assembled  form  to  place  and  in  the  second  method  carry 
the  beam  sides  and  bottom  and  place  them  on  the  staging. 

Methods  of  Clamping  Beam  Forms.  Three  methods  of  clamping 
beam  forms  together  are  shown  in  Fig.  54,  page  501.  At  the  right  is 
shown  the  most  common  plan,  in  which  1  by  2-inch  horizontal  cleats 
are  nailed  to  the. vertical  cleats.  In  another  style,  shown  also  in 
section,  the  sides  are  held  together  by  bolts  which  run  through  the 
form,  and,  protected  from  the  concrete  by  a  sleeve,  are  taken  out 
when  removing  the  forms.     The  holes  may  be  filled  with  concrete 
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or  a  permanent  rod  for  hanger  supports  run  through  and  cemented; 
in.     The  sleeve  provides  a  bearing  for  the  reinforcing  bars. 

Another  method,  using  iron  clamps  of  the  Hennebique  type,  is 
shown  at  the  left  of  the  drawing.  This  plan  is  the  cheapest  to  erect 
and  remove. 

Joist  Supports.  Fig.  54  also  shows  two  methods  of  supporting 
joists,  one  at  the  right  of  the  drawing  where  there  is  a  1  by  4-inch 
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Fig.  56.    Typical  Girder  Form.     (See  p.  505.) 


joist  bearer  and  the  other  at  the  left  where  the  beam  cleats  are  notched 
out  to  receive  the  joists.  The  former  method  represents  more  usual 
practice. 

Posts.  Posts  for  supporting  beam  forms  are  illustrated  in  Fig.  55, 
page  502. 

The  drawing  shows  the  simplest  type  of  post  for  ordinary  construc- 
tion and  also  a  post  for  supporting  a  lintel.  Detail  designs  of  knee 
braces  are  shown  in  the  lower  part  of  the  figure. 
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GIRDER  FORMS:    DESIGN  AND   CONSTRUCTION 

The  sides  and  bottoms  of  girder  forms  should  be  made  up  in  advance, 
as  in  column  and  beam  construction  already  described. 

There  are  two  general  types  of  construction:  (1)  sides  made  the 
full  length  of  the  girder;  (2)  sides  made  in  sections  between  beams. 

Girder  Side   level, 
with   top    of    slab 


Fig.  57.    Design  of  Wall  Girder  Form  with  Connecting  Beam.     (See  p.  506.) 
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If  the  beams  are  the  same  depth  as  the  girder,  or  only  a  little  bit 
shallower,  say  2  inches  less,  the  first  method  should  not  be  followed; 
otherwise  it  is  cheapest  to  make  the  sides  full  length  because  there  is 
less  labor  in  placing.  When  the  beams  are  shallower  than  the  gird- 
ers and  the  second  method  is  used,  a  ledger  strip  may  be  placed  the 
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Fig.  58.    Design  of  Haunch  Form  and  Head  of  Column.     (See  p.  506.) 

full  length  of  the  girder  under  the  beam  form  and  the  sections  between 
the  beams  placed  above  it. 

Girder  form  construction  is  shown  in  Fig.  56,  page  503,  and  times 
and  costs  of  construction  are  given  on  pages  640  to  643. 
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Cutting  Beam  Pockets.  The  cost  is  about  the  same,  it  has  been 
found  by  time  study,  whether  the  beam  pockets  are  cut  in  the  girder 
sides  before  or  after  the  forms  are  erected.  In  some  cases  where  the 
design  of  the  floor  system  changes  from  story  to  story,  the  sides  of 
the  girders  are  remade  for  each  floor  and  new  pockets  are  cut. 

Wall  Girders.  Wall  girder  or  lintel  forms  are  more  difficult  to 
erect  than  interior  forms  because  of  trouble  in  bracing  the  outer  side. 
One  plan  of  doing  this  is  illustrated  in  Fig.  57,  page  504,  which  shows 
the  complete  design  of  the  wall  girder  form  with  the  beam  and  slab 
forms  connected  with  it. 

It  is  frequently  economical  in  beam  design  to  provide  for  haunches 
at  the  ends  of  the  beams  or  girders,  so  as  to  increase  the  depth  and 
provide  for  the  compression  due  to  the  negative  bending  moment. 
This  haunch  can  be  built  at  very  small  expense  if  the  form  sides  are 
designed  for  the  purpose.  A  method  of  design  is  shown  in  Fig.  58, 
which  also  shows  the  construction  at  the  head  of  the  column  to  receive 
the  beams  and  girders. 

Remaking  Girder  Forms.  The  cost  of  remaking  girder  forms  is 
greater  than  that  of  beam  forms,  especially  where  there  is  a  reduc- 
tion in  size  of  the  beam  section.  After  a  beam  has  been  reduced 
several  times, it  is  cheaper  to  make  up  the  girder  sides  entirely  new  than 
to  try  to  patch  them. 

BEAM  FORMS  FOR  FIREPROOFING  STEEL  BEAMS 

If  the  building  is  of  steel  frame  construction  with  concrete  slabs, 
the  beams  and  columns  may  be  covered  with  concrete  for  fire  protec- 
tion. In  such  a  case,  the  concrete  should  be  carried  around  under  the 
bottom  of  the  flange  to  protect  it  from  fire. 

One  type  of  beam  form  in  this  class  of  construction  is  shown  in 
Fig.  59,  page  507. 

The  section  shows  in  detail  one  method  of  construction.  Wire 
is  passed  through  the  bottom  form  around  the  cleat  and  then 
bent  over  the  top  of  the  I-beam  to  hold  the  form  in  place.  To  be 
really  fire-proof,  the  concrete  must  surround  not  only  the  sides  but 
also  the  bottom  of  the  I-beam.  To  reinforce  the  strip  of  concrete 
under  the  lower  flange  of  the  I-beam,  clips  may  be  attached  to  the 
flange  as  shown  in  the  figure.  There  are  several  patented  designs  of 
clips  in  the  market. 
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SLAB  FORMS:  DESIGN  AND  CONSTRUCTION 

Forms  for  slabs  between  beams  and  girders  should  be  made  up  in 
advance  into  panels  of  the  proper  shape  and  size.  This  should  be 
done  on  a  bench,  as  described  on  page  485,  according  to  a  carefully 
prepared  design  and  a  templet  which  locate  the  cleats  and  specify 
the  number  and  location  of  the  nails. 

Occasionally,  an  exception  to  this  rule  may  be  made  if  the  slab 
forms  are  to  be  used  only  once,  when  the  boards  may  be  nailed  on  to 
the  joists  in  place  with  only  enough  toe-nailing  to  take  out  the  wind. 


2x4"Cleats 
either  flat  or  on  edge 


1x2"  Batten 

Fig.  60.    Panel  Forms  for  Slabs.    (See  p.  510.) 

Also,  for  large  flat  slabs  with  no  beams,  this  latter  method  of  construc- 
tion is  sometimes  used  as  noted  below. 

Slab  forms  are  usually  made  in  two,  three,  or  four  sections  to  each 
panel,  depending  upon  the  size  and  shape  of  the  panel,  that  is,  upon 
the  distances  between  the  beams  and  between  the  girders.  If  made 
in  one  section,  the  form  will  bind  at  the  sides  and  ends  after  having 
been  wet  by  the  concrete  so  that  it  is  a  difficult  matter  to  remove  it. 
Four  sections,  with  the  joints  at  right  angles,  is  the  most  convenient 
arrangement  for  quick  removal.  With  three  sections,  the  middle 
one  can  be  sprung  down  and  then  the  two  end  ones  drawn. 

For  ordinary  slab  construction  two  types  of  forms  will  be  considered: 

(1)  sheathing  made  up  into  panels   with   thin   cleats  or   battens: 

(2)  slab  form  made  up  with  joists  as  one  member.  Times  and  costs 
are  given  on  page  644. 
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Slab  Form  Panels.  Simple  panel  forms  are  shown  in  Fig.  60, 
page  508.  At  the  left  of  the  drawing  the  more  ordinary  type  is 
shown,  using  1  by  2-inch  battens  with  1-inch  sheathing.  At  the  right 
of  the  drawing  2  by  4-inch  cleats  are  shown.  These  larger  cleats  are 
spaced  farther  apart.  Spacing  under  different  conditions  may  be 
designed  from  Table  125,  page  609. 
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Fig.  62.     Forms  for  Flat  Slab   Construction  using  Joists  and  Stringers. 

(See  p.  514.) 


The  edges  of  the  form  are  beveled  to  make  a  chamfer  between  the 
beam  and  the  slab,  or  triangular  strips  may  be  tacked  on  the  edges. 
The  former  plan  is  the  more  satisfactory. 

Erection  of  Slab  Panels.  A  common  plan  for  supporting  the  slab 
forms  is  to  nail  a  horizontal  ledger  or  joist  bearer  to  the  beam  cleats 
as  shown  on  the  right  of  Fig.  54,  or  to  notch  out  these  cleats  as 
shown  ontheleftof  the  same  figure.     Unless  the  joists  are  very  straight 
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and  true,  the  ends  have  to  be  sized  by  hand  to  make  them  of  exactly 
uniform  depth.  They  are  placed  in  position,  leveled,  and  if  neces- 
sary wedged  at  the  ends  against  the  sides  of  the  beam  forms  to  hold 
the  latter  in  place  against  the  pressure  of  the  concrete.  The  sec- 
tions of  slab  forms  are  placed  on  the  joists  without  nailing,  and  where 
necessary  are  cut  out  at  the  corners  for  the  columns.  A  part  of  a 
slab  form  is  shown  in  place  in  Fig.  57. 


x  I?  Joists 


Fig.  63.    Forms  for  Flat  Slab  Construction  using  Joists  only.     (See  p.  514.) 


Joists  are  ordinarily  2  by  4-inch,  or  2  by  6-inch,  or  2  by  8-inch, 
depending  upon  the  span,  spacing,  and  weight  of  slab.  The  size  and 
spacing  required  for  different  loadings  is  shown  in  Table  126  on  page 
610. 

Remaking  Slab  Forms.  Whenever  the  widths  of  the  beams  or 
girders  or  the  dimensions  of  the  columns  change,  the  slab  form 
must  be  altered  to  suit.  If  the  beams  are  made  narrower,  the  joists 
are  lengthened  on  alternate  ends  by  nailing  on  short  lengths.     To 


512 


CONCRETE  COSTS 


avoid  increasing  the  length  or  width  of  the  sheathing,  it  is  convenient 
to  place  a  strip  of  zinc  over  the  crack.  If  the  space  is  too  wide  for 
this,  a  strip  of  wood  must  be  cut  to  fill  the  central  joint  between  the 
sections. 

Whenever  the  columns  are  reduced  in  size,  the  panels  must  be  cut 
back  to  beyond  the  first  cleat  and  patched  out  to  fit  the  new  size  of 
column. 

Slab  Forms  Made  Up  with  Joists.  Another  type  of  slab  form 
construction  consists  in  making  up  the  slab  forms  in  advance  with 
joists  and  a  part  of  the  beam  sides.     On  one  job,  erected  by  Ben- 


Fig.  64.    Head  for  Column  Supporting  Flat  Slab.     (See  pp.  513  and  516.) 

jamin  Fox,  Incorporated,  where  there  was  a  large  fillet  or  bevel  be- 
tween the  slab  and  the  beam,  the  sections  were  made  up  on  a  plat- 
form on  the  ground.  This  was  carefully  marked  out  to  show  the 
dimensions  and  the  locations  of  each  piece,  and  the  work  was  carried 
out  by  exact  routine. 

It  is  possible  to  go  one  step  further  and  attach  the  entire  sides  of 
the  beam  and  all  but  the  bottom  board  of  the  girder  sides  to  the 
joists  and  sheathing,  as  shown  in  Fig.  61  page  509.  Each  section  is 
self-contained  and  supported  by  posts  under  the  joists  as  shown. 
If  the  beams  and  girders  are  reduced  in  size,  the  metal  strips  which 
cover  the  joints  are  made  wider.  In  the  figure,  a  detail  sketch  is 
shown  of  the  methods  of  enlarging  the  forms  when  the  colunmis 
reduced  in  size. 
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Fig.  65    Sheet  Metal  Column  Head.     (See  p.  516.) 
Dimensions  of  Cap  used  by  Stone  &  Webster  Engineering  Corporation. 
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This  type  of  form  is  very  rigid  and  solid  and  will  not  rack  or  break 
as  easily  as  the  simple  panel  sections.  It  is  especially  useful,  there- 
fore, where  the  forms  are  to  be  used  a  great  many  times. 

The  size  of  the  form  in  this  type  may  be  governed  in  part  by  the 
weight.  This  may  be  readily  figured,  allowing  about  7J  pounds  per 
square  foot  assuming  1-inch  sheathing.  Four  men  will  be  required 
to  lift  each  section,  and  they  can  easily  handle  a  load  of  70  pounds 
each  or  a  total  of  280  pounds  for  the  four. 

This  form  is  more  easily  removed  than  other  styles.  As  soon  as 
the  wedges  between  the  forms  are  taken  out,  the  sections  are  easily 
freed  from  the  beams  and  girders  and  will  drop  when  the  shores  are 
knocked  out. 

FLAT    SLAB    CONSTRUCTION 

Forms  for  floors  of  flat  slabs  resting  on  columns  with  no  beams  or 
girders  are  much  cheaper  than  other  types  of  construction  because 
the  expensive  beam  and  girder  forms  are  omitted.  Costs  of  labor 
for  flat  slab  forms  are  given  on  page  645. 

The  flat  slab  design  for  a  reinforced  concrete  floor,  from  the  engi- 
neering standpoint,  requires  the  enlargement  of  the  column  heads  and 
this  considerably  increases  the  cost  of  the  column  formsover  that  of 
plain  columns.  This  increase  in  cost,  however,  is  more  than  offset  by 
the  saving  in  the  slab  form. 

Flat  slab  forms  have  been  designed  and  erected  in  various  ways, 
but  the  type  which  time-studies  show  to  be  most  economical  consists 
of  posts  supporting  stringers  in  one  direction,  upon  which  are  joists 
spaced  the  proper  distance  apart  to  take  the  panel  sections.  Such 
a  design  is  shown  in  Fig.  62,  page  510.' 

Another  type  of  design  where  posts  are  nailed  directly  to  the 
joists  is  shown  in  Fig.  63.  In  this  construction  the  boards  may  be 
made  into  panels  or  lightly  toe-nailed  on  to  the  joists. 

Corrugated  Metal  Sheathing.  Plain  sheet  steel  for  forms  tends 
to  warp  and  dent.  To  avoid  this,  corrugated  metal  has  been  suc- 
cessfully used  for  flat  slab  ceilings  in  warehouse  construction,  where 
the  ceiling  surface  does  not  need  to  be  absolutely  smooth.  The 
corrugated  metal  i6  stiffer,  holds  its  shape  better,  and  can  be  straight- 
ened after  each  removal  by  running  it  through  rolls.  The  supporting 
construction  is  the  .same  as  for  wooden  sheathing,  and  the  design  shown 
either  in  Fig.  62  or  Fig.  63  may  be  used.        di 
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Column  Heads.  Columns  for  supporting  flat  slabs  are  square, 
rectangular,  or  circular.  In  any  case,  they  require  an  enlarged  head, 
which  may  be  of  ornamental  design,  to  give  sufficient  strength  to  the 
slab.*  The  centering  for  a  simple  head  is  illustrated  in  Figs.  64  and 
65,  pages  512  and  513. 

REMOVAL  OF  FORMS 

The  economy  of  form  removal  in  building  construction  depends 
largely  upon  the  design  and  method  of  erection  of  the  forms.  If 
built  so  as  to  come  down  without  much  prying  or  removal  of  nails, 
the  labor  is  much  reduced  and  the  forms  are  also  in  better  shape 
to  use  again.     Tools  for  removing  forms  are  shown  in  Fig.  46. 

The  column  forms  are  taken  down  first,  and  if  the  beams  and 
slabs  are  well  supported  by  posts  so  that  no  appreciable  weight  comes 
upon  the  columns,  the  column  forms  may  be  removed,  in  ordinary 
weather,  two  or  three  days  after  the  columns  are  poured  so  that  they 
may  be  used  on  the  floor  above.  As  soon  as  the  concrete  of  the  slabs 
is  hard  enough  to  permit  removal  of  the  slab  forms,  the  beam  sides 
may  also  be  taken  down,  leaving  in  the  beam  bottoms  with  the 
original  supports  under  them  for  some  time  longer.  In  some  cases, 
where  the  weight  of  the  concrete  is  comparatively  light  in  compari- 
son with  the  live  load  which  will  later  come  upon  it,  it  is  allowable 
to  remove  the  entire  beam  form  at  once  and  then  for  safety  place  a 
few  struts  under  the  concrete.  This  should  not  be  done,  however, 
unless  the  stresses  in  the  beam  due  to  dead  and  construction  loads  are 
computed  to  be  sure  that  the  elastic  limit,  or  yield  point,  of  the  con- 
crete is  not  nearly  reached. 

When  the  whole  beam  is  taken  down  at  once,  if  the  beams  in  the 
story  above  are  of  the  same  sizfe,  there  is  no  need  of  taking  the  sides 
away  from  the  bottom,  that  is,  the  entire  form  may  be  taken  down 
and  put  up  without  removing  the  sides.  Unless  the  design  on  the 
story  above  is  exactly  similar,  however,  this  results  in  no  saving  of 
time. 

The  sides  of  the  girder  form  are  removed  after  the  sides  of  the  con- 
necting beam  form  are  taken  down.  The  girder  bottom  with  its 
supports  should  be  left  in  place  longer*  even  if  the  beam  bottom  is 
removed  with  the  sides,  because  the  girder  carries  a  heavier  load. 

*For  design  of  flat  slabs,  see  Taylor  and  Thompson's  "Concrete,  iPlain  and  Rein- 
forced," second  edition,  1911,  page  483, 
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The  construction  of  forms  for  walls  is  so  varied  that  only  sug- 
gestions for  several  types  of  design  can  be  given  here. 


Fig.  67.     Forms  for  Curtain  Walls  between  Columns.     (See  p.  519.) 

Foundation  Walls.  Common  types  of  construction  for  foundation 
walls  are  shown  in  Fig.  66,  page  515.  The  form  at  the  left  shows 
construction  on  level  ground  and  at  the  right  against  a  bank.  It  is 
frequently  economical  to  reduce  the  number  of  braces  shown,  by  put- 
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ting  a  longitudinal  ranger  near  the  tops  of  the  studs,  with  only  occa- 
sional braces  down  to  the  ground. 

It  is  best  to  make  up  the  sheathing  for  these  wall  forms  on  a  bench 
as  described  on  page  485. 

Cellar  Wall  Forms.  Forms  for  cellar  walls  may  be  built  similarly 
to  the  design  shown  in  Fig.  66,  page  515.  The  sections  are  apt  to 
be  higher,  however,  so  that  a  different  method  of  bracing  can  be  used. 
The  longitudinal  strip  can  be  placed  just  outside  of  the  face  of  the 
wall  and  held  in  place  by  nailing  to  stakes  driven  into  the  ground; 
then  the  sections  may  be  set  up  vertically  and  held  at  the  top  by  cleats 
across  to  the  back  form,  which  in  turn  may  be  supported  by  strips 
running  to  stakes  driven  in  the  ground  on  the  top  of  the  bank. 
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Fig.  69.    Forms  for  Curtain  Walls  below  Windows. 
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(See  p.  520.) 


Walls  Above  Ground.  A  type  of  wall  form  for  long  walls  is  shown 
in  Taylor  &  Thompson's  "Concrete,  Plain  and  Reinforced,"  second  edi- 
tion, page  622,  and  on  page  623,  a  form  for  hollow  walls.  The  inside 
forms  are  in  sections  and  held  in  place  by  movable  cleats  fastened  by  bolts 
running  through  the  wall.  The  bolts  are  removed  before  the  concrete 
has  hardened  and  the  holes  filled  with  mortar,  mixed  in  the  same  propor- 
tions as  the  mortar  in  the  concrete. 

Curtain  Walls  Between  Columns.  In  a  factory  or  office  build- 
ing the  columns  are  usually  constructed  first  and  the  curtain  walls 
put  in  afterwards.  One  type  of  design  for  wall  forms  is  shown  in 
Fig.  67,  page  517. 

In  a  blank  wall  built  up  against  another  wall  as,  for  instance, 
where  the  new  structure  is  built  against  an  old  one,  there  is  no  room 

Digitized  by  VjOOQIC 


520 


CONCRETE  COSTS 


for  an  outside  form.  In  this  case  the  inside  form  must  be  supported 
differently  than  where  there  is  an  outside  form.  A  design  for  this  class 
of  work  is  shown  in  Fig.  68,  page  518,  and  is  used  by  Turner  Construc- 
tion Company.  Although  this  form  looks  somewhat  complicated,  it  is 
easy  to  construct  and  holds  the  forms  securely.  The  forms  supporting 
the  floor  and  the  floor  slab  itself  are  purposely  omitted  from  the  drawing. 


3"  Bolt 


Fig.  70.    Sectional  Wall  Form.     (See  p.  521.) 


In  office  or  factory  construction,  the  forms  between  columns  for 
molding  the  walls  up  to  window  level  are  used  a  great  many  times. 
They  should  be  quite  solidly  constructed,  therefore.  A  design  is 
shown  in  Fig.  69.  The  forms  on  each  side  are  connected  with  bolts 
which  are  afterwards  withdrawn  and  the  holes  filled  with  concrete. 
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A  very  economical  and  much  used  type  of  wall  form  is  shown  in 
Fig.  70,  page  520.  This  wall  form  is  made  in  sections  3  feet 
high  by  12  feet  long  and  is  bolted  as  shown.  A  form  of  this  size  is 
very  easily  handled  by  two  carpenters.  The  bolt  holes  left  in  the  wall 
can  be  utilized  for  attaching  an  outside  scaffolding,  as  shown  in  Fig. 
70,  after  which  they  can  be  very  easily  plugged  up  in  the  usual  manner. 


Fig.  71.    Design  of  Overhanging  Cornice  used  at  Lowell,  Mass.     (See  p.  522.) 

Overhanging  Cornice  Forms.  An  overhanging  cornice  on  a  building 
is  difficult  to  construct  and  costly,  especially  if  the  overhang  is  large. 
The  extra  expense  is  justifiable,  however,  on  a  building  of  six  or  more 
stories  as  it  gives  the  structure  a  finished  look  and  adds  greatly  to  its 
appearance. 

A  form  for  a  large  overhanging  cornice,  somewhat  similar  to  one  designed 
by  the  Aberthaw  Construction  Company  for  a  twelve  story  warehouse, 


522 


CONCRETE  COSTS 


is  shown  in  Fig.  71,  page  521.  The  lumber  used  on  the  face  of  the 
cornice  is  molding  such  as  can  be  readily  obtained  from  a  lumber  yard 
although  much  more  expensive  than  the  ordinary  lumber  used  for  forms. 
For  this  reason,  the  forms  should  be  handled  carefully  in  placing  and 
removing.  The  concrete  also  should  be  placed  with  care  so  that  the 
surface  of  the  cornice  will  require  as  little  patching  as  possible.  Patch- 
ing is  expensive  work  on  a  surface  so  irregular.  A  view  of  the  rein- 
forcement as  well  as  the  inside  of  the  form  is  given  in  Fig.  72,  page 
522.    This  illustration  shows  very  clearly  how  the  steel  is  wired  in  place. 
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Fig.  72.    Inside  of  Form  and  Reinforcement  of  Cornice  at  Lowell,  Mass.     (See  p.  522.) 

Concrete  Hopper  and  Hoist.  A  very  good  design  of  concrete  hopper 
and  hoist  is  shown  in  Fig.  73,  page  523.  The  hopper  is  made  as  a 
unit  and  is  moved  as  such  from  floor  to  floor.  The  hoist  is  bolted  at 
all  joints  and  the  pieces  are  made  interchangeable  as  far  as  possible. 
A  coat  of  paint  always  should  be  given  the  hoist  to  prevent  the  work- 
men from  cutting  up  any  piece  belonging  to  it  when  it  is  dismem- 
bered. 
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Fig.  73.    Concrete  Hopper  and  Hoist . 
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CHAPTER  XVII 

TABLES  OF  CONCRETE  VOLUMES 

The  tables  of  volumes  of  concrete  members  are  given  to  reduce 
the  labor  of  computations  when  making  an  estimate.  The  values 
include  columns,  beams,  slabs,  and  walls.  Whatever  plan  of  esti- 
mating is  followed,  the  volume  of  the  concrete  must  be  computed  in 
order  to  find  the  quantities  of  materials  required  and  to  estimate  the 
cost  of  labor  of  mixing  and  laying  the  concrete. 

For  a  symmetrical  building,  if  no  tables  are  available,  it  is  an  easy 
matter  to  figure,  from  the  floor  areas,  the  volume  of  concrete  in  the 
slabs.  Beams  and  girders  may  be  taken  the  entire  length  or  width 
of  the  building  where  there  is  no  change  in  section.  If  the  building 
is  unsymmetrical,  as  nearly  all  buildings  are,  the  computation  involves 
a  lot  of  mathematical  work.  From  the  tables  in  this  chapter,  the 
volumes  of  columns,  beams,  girders,  and  slabs  can  be  taken  directly, 
interpolating  for  sizes  intermediate  between  those  scheduled. 

HOW  TO  USE  TABLES 

The  use  of  the  tables  in  practice  is  illustrated  on  the  estimate  sheet 
in  Chapter  XXIII. 

Take  off  from  the  plans  a  schedule  of  all  the  members.  Refer  to 
Tables  72  to  76,  pages  526  and  533,  and  enter  on  the  schedule  the 
volume  of  each  size  of  member  on  the  list.  Multiply  the  volume  by 
the  number  of  members  of  the  same  size. 

It  is  advised,  for  ordinary  estimates,  that  the  lengths  of  the  members 
be  taken  off  from  center  to  center  of  supports  for  beams  and  girders 
and  from  floor  surface  to  floor  surface  for  columns.  By  this  method 
of  figuring,  intersections  are  figured  twice,  but  this  excess  concrete 
will  just  about  provide  for  waste  of  material  and  the  extra  labor 
on  joints.  The  tables  are  adapted  as  well,  however,  for  figuring  vol- 
umes between  supports  if  this  method  is  preferred. 

For  exact  volumes,  the  values  for  a  1-foot  length  may  be  used 
and  multiplied  by  the  total  length,  since  these  are  carried  to  more 
decimals  than  the  other  columns.     For  all  ordinary  estimates,  the 
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numbers  given  in  the  tables,  are  sufficiently  exact.  The  error,  even 
for  a  single  member,  is  not  usually  over  2%  and  in  a  structure  of  ordi- 
nary size  the  variations  will  average  up  so  as  to  be  inappreciable. 

The  tables  will  be  found  useful  for  small  computations,  such  as 
the  calculation  of  the  volume  of  concrete  in  the  base  or  wearing  sur- 
face of  a  slab,  as  well  as  for  taking  off  quantities  in  large  reinforced 
concrete  structures.     Examples  are  given  above  some  of  the  tables. 

It  is  sometimes  convenient  to  consider  a  beam  or  a  girder  as  a 
single  member  extending  the  entire  width  or  length  of  a  buiLding. 
For  example  if  a  beam  13  inches  wide  by  30  inches  deep  from  top  of 
4-inch  slab  runs  across  a  building  100  feet  wide,  we  may  multiply  the 
volume  in  Table  76  for  a  1-foot  length  or  2.35  cubic  feet  by  100,  ob- 
taining 235  cubic  feet,  or  volume  for  a  25-foot  length  by  4,  giving  236 
cubic  feet  or  substantially  the  same  result. 


table  72]      VOLUME  OF  CONCRETE  PER  100  SQUARE 
FEET  OF  SLAB  OR  WALL 

For  slabs  or  walls  thicker  than  schedule,  select  a  slab  one-half  its  thickness 
and  double  the  volume. 

Interpolate  for  intermediate  thicknesses. 

Example :    What  is  the  volume  of  a  slab  50  feet  square  and  7}  inches  thick? 

Solution:  The  area  of  the  slab  is  2500  square  feet.  From  the  table,  taking 
a  value  half  way  between  the  7  and  8-inch  thicknesses  gives  62.5  cubic  feet  per 
100  square  feet  of  slab  or,  for  2500  square  feet,  62.5X25-1563  cubic  feet  or  58 
cubic  yards. 


Thickness  in 
Inches 

Volume  op 

Concrete  per 

100  Square 

Feet 

Thickness  in 
Inches 

Volume  of 

Concrete  per 

100  Square 

Feet 

Thickness  in 
Inches 

Volume  of 

Concrete  per 

100  Square 

Feet 

Cu.ft. 

Cu.  yd. 

Cu.  ft. 

Cu.  yd. 

Cu.ft.   Cu.  yd. 

1 
* 

i 

1 

1* 
2 

3 
4 

5 
6 

2.1 
4.2 

6.3 
8.3 

12.5 
16.7 

25.0 
33.3 

41.7 
50.0 

0.08 
0.15 

0.23 
0.31 

0.46 
0.62 

0.93 
1.23 

1.54 
1.85 

7 
8 

9 
10 

12 
14 

16 
18 

20 
22 

58 
67 

75 
83 

100 
117 

133 
150 

167 
183 

2.16 

2.47 

2.78 
3.09 

3.71 
4.33 

4.94 
5.56 

6.18 
6.79 

24 
26 

28 
30 

36 
42 

48 
60 

72 

84 

200  7.41 
217     8.02 

233  8.65 
250     9.26 

300  11.11 
350  12.96 

400  14.82 
500  18.52 

600  22.22 
700  j25.f)2 
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table  73]  VOLUMES  OF  CONCRETE 

IN  SQUARE  COLUMNS 


[CONCRETE 


Quantities  are  figured  for  net  lengths,  but  to  allow  for  waste  assume  lengths 
as  vertical  distance  between  floor  surfaces.    See  page  525. 

For  a  column  longer  than  scheduled,  select  a  member  one-half  its  length  and 
double  its  volume.    For  volumes  in  cubic  yards  divide  by  27. 

Interpolate  for  intermediate  areas  or  lengths. 

Example:    What  is  the  volume  of  a  10  by  17-inch  wall  column,  13  feet  long? 

Solution:    This  has  substantially  the  same  area  as  a  13  by  13-inch  column, 
hence  take  the  volume  as  15  cubic  feet. 

VOLUME  IN  CUBIC  FEET 


55 
S  w 

it 

Length  in  Feet 

HI 

5 

< 

1 

6 

8 

9 

10 

11 

12 

13 

14 

15 

16 

18 

20 

6X6 

36 

0.25 

1.5 

2.0 

2.2 

2.5 

2.7 

3.0 

3.3 

3.5 

3.7 

4.0 

4.5 

5.0 

7X7 

49 

0.34 

2.0 

2.7 

3.1 

3.4 

3.7 

4.1 

4.4 

4.8 

5.1 

5.5 

6.1 

6.8 

8X8 

64 

0.45 

2.7 

3.6 

4.0 

4.5 

4.9 

5.4 

5.8 

6.3 

6.7 

7.2 

8.1 

9.0 

9X9 

81 

0.56 

3.3 

4.5 

5.0 

5.6 

6.1 

6.7 

7.3 

7.8 

8.4 

8.9 

10 

11 

10X10 

100 

0.70 

4.2 

5.6 

6.3 

7.0 

7.7 

8.4 

9.1 

9.8 

10 

11 

13 

14 

11X11 

121 

0.84 

5.0 

6.7 

7.6 

8.4 

9.3 

10 

11 

12 

13 

13 

15 

17 

12X12 

144 

1.00 

6.0 

8.0 

9.0 

10 

11 

12 

13 

14 

15 

16 

18 

20 

13X13 

169 

1.18 

7.0 

9.4 

11 

12 

13 

14 

15 

16 

18 

19 

21 

24 

14X14 

196 

1.36 

8.1 

11 

12 

14 

15 

16 

18 

19 

20 

22 

25 

27 

15X15 

225 

1.56 

9.4 

13 

14 

16 

17 

19 

20 

22 

23 

25 

28 

31 

16X16 

256 

1.78 

11 

14 

16 

18 

20 

21 

23 

25 

27 

28 

32 

36 

17X17 

289 

2.00 

12 

16 

18 

20 

22 

24 

26 

28 

30 

32 

36 

40 

18X18 

324 

2.25 

14 

18 

20 

23 

25 

27 

29 

32 

34 

36 

41 

45 

19X19 

861 

2.50 

15 

20 

23 

25 

28 

30 

33 

35 

38 

40 

45 

50 

20X20 

400 

2.78 

17 

22 

25 

28 

31 

33 

36 

39 

42 

44 

50 

56 

21  X21 

441 

3.06 

18 

25 

28 

31 

34 

37 

40 

43 

46 

49 

55 

61 

22X22 

484 

3.36 

20 

27 

30 

34 

37 

40 

44 

47 

50 

54 

61 

67 

23X23 
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3.67 

22 

29 

33 

37 

40 

44 

48 

51 

55 

59 

66 

74 

24X24 

576 

4.00 

24 

32 

36 

40 

44 

48 

52 

56 

60 

64 

72 

80 

26X25 

625 

4.34 

26 

35 

39 

43 

48 

52 

56 

61 

65 

69 

78 

87 

26X26 

676 

4.69 

28 

38 

42 

47 

52 

56 

61 

66 

70 

75 

85 

91 

27X27 

729 

5.06 

30 

41 

46 

51 

56 

61 

66 

71 

76 

81 

91 

101 

28X28 

784 

5.45 

33 

44 

49 

54 

60 

65 

71 

76 

82 

87 

98 

109 

29X29 

841 

5.85 

35 

47 

53 

58 

64 

70 

76 

82 

88 

93 

105 

117 

30X30 

900 

6.25 

38 

50 

56 

63 

69 

75 

81 

88 

94 

100 

112 

125 

31X31 

961 

6.67 

40 

53 

60 

67 

73 

80 

87 

93 

100 

107 

120 

134 

32  X32 

1024 

7.11 

43 

57 

64 

71 

78 

85 

92 

100 

107 

114 

128 

142 

33X33 

1089 

7.56 

45 

61 

68 

76 

83 

91 

98 

106 

113 

121 

136 

151 

34X34 

1156 

8.03 

48 

64 

72 

80 

88 

96 

104 

112 

120 

129 

145 

161 

35X25 

1225 

8.51 

51 

68 

77 

85 

94 

102 

111 

119 

128 

136 

153 

170 

36X36 

1296 

9.00 

54 

72 

81 

90 

99 

108 

117 

126 

135 

144 

162 

180 

27  X  37 

1369 

9.50 

57 

76 

86 

95 

105 

114 

124 

133 

143 

152 

171 

190 

38X38 

1444 

10.03 

60 

80 

90 

100 

110 

120 

131 

140 

150 

160 

181 

201 

39X39 

1521 

10.56 

63 

85 

95 

106 

116 

127 

137 

148 

158 

169 

190 

211 

40X40 

1600 

11.11 

•7 

89 

100 

111 

122 

133 

144 

156 

167 

178 

200 

222 
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TABLE  74]  VOLUMES  OF  CONCRETE 

IN  OCTAGONAL  COLUMNS 


[CONCRETE 


Area  of  octagon  is  approximately  0.829  times  the  area  of  the  enclosing  square. 

Quantities  are  figured  for  net  lengths,  but  to  allow  for  waste  assume  lengths 
as  vertical  distances  between  floor  surfaces.    See  page  525. 

For  a  column  longer  than  scheduled,  select  a  member  one-half  its  length  and 
double  its  volume. 

Interpolate  for  intermediate  areas  or  lengths. 

Example :  What  is  the  volume  of  a  20-inch  column,  24  feet  long,  extending 
through  two  floors? 

Solution:  The  volume  of  a  20-inch  column,  12  feet  long,  is  28  cubic  feet,  and 
multiplying  this  by  2,  as  the  column  is  24  feet  long,  gives  56  cubic  feet  as  the 
required  volume. 

VOLUME  IN  CUBIC  FEET 


fi£ 

a  o 

Lbnqth  in 

Fmt 

<Z 

*  55 

HO 

hH 

Q 

«  g 

1 

6 

8 

9 

10 

11 

12 

13 

14 

15 

16 

18 

20 

6 

30 

0.21 

1.3 

1.7 

1.9 

2.1 

2.3 

2.5 

2.7 

2.9 

3.1 

3.4 

3.8 

4.1 

7 

41 

0.28 

1.7 

2.3 

2.5 

2.8 

3.1 

3.4 

3.7 

4.0 

4.2 

4.5 

5.1 

5.6 

8 

53 

0.36 

2.1 

2.9 

3.2 

3.6 

4.0 

4.3 

4.7 

5.0 

5.4 

5.7 

6.5 

7.2 

9 

67 

0.46 

2.7 

3.7 

4.1 

4.6 

5.1 

5.6 

6.0 

6.4 

6.9 

7.4 

8.3 

9.2 

10 

83 

0.58 

3.4 

4.6 

5.2 

5.8 

6.4 

6.9 

7.5 

8.1 

8.7 

9.3 

10 

12 

11 

100 

0.69 

4.1 

5.6 

6.2 

6.9 

7.6 

8.3 

9.0 

9.7 

10 

11 

13 

14 

12 

119 

0.83 

5.0 

6.6 

7.4 

8.3 

9.1 

10 

11 

12 

12 

13 

15 

17 

13 

140 

0.97 

5.8 

7.8 

8.7 

9.7 

11 

12 

13 

14 

15 

16 

18 

19 

14 

162 

1.13 

6.8 

9.0 

10 

11 

12 

14 

15 

16 

17 

18 

20 

23 

15 

187 

1.30 

7.8 

10 

12 

13 

14 

16 

17 

18 

19 

21 

23 

26 

16 

212 

1.47 

8.8 

12 

13 

15 

16 

18 

19 

21 

22 

24 

27 

30 

17 

240 

1.66 

10 

13 

15 

17 

18 

20 

22 

23 

25 

27 

30 

33 

18 

269 

1.87 

11 

15 

17 

19 

21 

22 

24 

26 

28 

30 

34 

37 

19 

299 

2.08 

12 

17 

19 

21 

23 

25 

27 

29 

31 

33 

37 

42 

20 

332 

2.30 

14 

19 

21 

23 

25 

28 

30 

32 

35 

37 

41 

46 

21 

366 

2.54 

15 

20 

23 

25 

28 

31 

33 

36 

38 

41 

46 

51 

22 

401 

2.79 

16 

22 

25 

28 

31 

34 

36 

39 

41 

45 

50 

56 

23 

439 

3.05 

18 

24 

27 

30 

33 

37 

40 

43 

46 

49 

55 

61 

24 

478 

3.31 

20 

27 

30 

33 

37 

40 

43 

47 

50 

53 

60 

66 

25 

518 

3.60 

22 

29 

32 

36 

40 

43 

47 

50 

54 

58 

65 

72 

26 

560 

3.89 

23 

31 

35 

39 

43 

47 

51 

54 

58 

62 

70 

78 

27 

604 

4.20 

25 

34 

38 

42 

46 

50 

55 

59 

63 

67 

76 

84 

28 

650 

4.51 

27 

36 

41 

45 

50 

54 

59 

63 

68 

72 

81 

90 

29 

697 

4.84 

29 

39 

44 

48 

53 

58 

63 

68 

73 

77 

87 

97 

30 

746 

5.18 

31 

41 

47 

52 

57 

62 

67 

73 

78 

83 

93 

104 

31 

797 

5.53 

33 

44 

50 

55 

61 

66 

72 

78 

83 

88 

100 

111 

32 

849 

5.90 

35 

47 

53 

59 

65 

71 

77 

83 

89 

94 

106 

118 

33 

903 

6.27 

38 

50 

56 

63 

69 

75 

82 

88 

94 

100 

113 

125 

34 

958 

6.66 

40 

53 

60 

67 

73 

80 

87 

94 

100 

107 

120 

133 

35 

1016 

7.06 

42 

56 

64 

71 

78 

85 

92 

99 

106 

113 

127 

141 

36 

1074 

7.46 

45 

60 

67 

75 

82 

90 

97 

104 

112 

119 

134 

149 

37 

1135 

7.87 

47 

63 

71 

79 

87 

95 

103 

111 

118 

126 

142 

158 

38 

1197 

8.31 

50 

67 

75 

83 

91 

100 

108 

116 

125 

133 

150 

166 

39 

1261 

8.75 

53 

70 

79 

88 

96 

106 

114 

123 

131 

140 

158 

175 

40 

1326 

9.21 

55 

74 

83 

92 

101 

111 

120 

129 

138 

147 

166 

185 
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table  75]  VOLUMES  OF  CONCRETE 

IN  ROUND  COLUMNS 


[CONCRETE 


Quantities  are  figured  for  net  lengths,  but  to  allow  for  waste  assume  lengths 
as  vertical  distances  between  floor  surfaces.    See  page  525. 

For  a  column  longer  than  scheduled,  select  a  member  one-half  its  length  and 
double  its  volume.    For  volumes  in  cubic  yards  divide  by  27. 

Interpolate  for  intermediate  areas  or  lengths. 

Example:  How  many  cubic  yards  of  concrete  in  a  24-inch  column,  15}  feet 
long? 

Solution:  From  the  table,  taking  the  volume  of  a  24-inch  column,  15}  feet 
long  as  half  way  between  the  15  foot  and  16  foot  values,  we  have  48}  cubic  feet 
or  1.8  cubic  yards  as  the  required  volume. 

VOLUME  IN  CUBIC  FEET 


«  « 

S3 

Length  in  Feet 

H  W 

goo 

a  £ 

°§ 

S 

< 

1 

6 
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9 

10 

11    12    13 

14    15    16 

18 

20 

6 

28 

0.20 

1.2 

1.6 

1.8 

2.0 

2.2 

2.4 

2.5 

2.7 

2.9 

3.1 

3.5 

3.9 

7 

38 

0.27 

1.6 

2.1 

2.4 

2.7 

2.9 

3.2 

3.5 

3.7 

4.0 

4.3 

4.8 

5.3 

8 

50 

0.35 

2.1 

2.8 

3.1 

3.5 

3.8 

4.2 

4.5 

4.9 

5.2 

5.6 

6.3 

7.4 

9 

64 

0.44 

2.7 

3.5 

4.0 

4.4 

4.9 

5.3 

5.7 

6.2 

6.6 

7.1 

8.0 

8.8 

10 

79 

0.55 

3.3 

4.3 

4.9 

5.5 

6.0 

6.6 

7.1 

7.6 

8.2 

8.7 

9.8 

11 

11 

95 

0.66 

4.0 

5.3 

5.9 

6.6 

7.3 

7.9 

8.6 

9.2 

9.9 

11 

12 

13 

12 

113 

0.79 

4.7 

6.3 

7.1 

7.9 

8.6 

9.4 

10 

11 

12 

13 

14 

16 

13 

133 

0.92 

5.5 

7.4 

8.3 

9.2 

10 

11 

12 

13 

14 

15 

17 

18 

14 

154 

1.07 

6.4 

8.6 

9.6 

11 

12 

13 

14 

15 

16 

17 

19 

21 

15 

177 

1.23 

7.4 

9.8 

11 

12 

14 

15 

16 

17 

18 

20 

22 

25 

16 

201 

1.40 

8.4 

11 

13 

14 

15 

17 

18 

20 

21 

22 

25 

28 

17 

227 

1.58 

9.5 

13 

14 

16 

17 

19 

21 

22 

24 

25 

28 

32 

18 

254 

1.77 

11 

14 

16 

18 

19 

21 

23 

25 

27 

28 

32 

35 

19 

284 

1.97 

12 

16 

18 

20 

22 

24 

26 

28 

30 

32 

35 

39 

20 

314 

2.18 

13 

17 

20 

22 

24 

26 

28 

31 

33 

35 

39 

44 

21 

346 

2.40 

14 

19 

22 

24 

26 

29 

31 

34 

36 

38 

43 

48 

22 

380 

2.64 

16 

21 

24 

26 

29 

32 

34 

37 

40 

42 

48 

53 

23 

415 

2.89 

17 

23 

26 

29 

32 

35 

38 

40 

43 

46 

52 

59 

24 

452 

3.14 

19 

25 

28 

31 

35 

38 

41 

44 

47 

50 

57 

63 

25 

491 

3.41 

20 

27 

31 

34 

33 

41 

44 

48 

51 

55 

61 

68 

26 

531 

3.69 

22 

30 

33 

37 

41 

44 

48 

52 

55 

59 

66 

74 

27 

573 

3.98 

24 

32 

36 

40 

44 

48 

52 

56 

60 

64 

72 

80 

28 

616 

4.28 

26 

34 

39 

43 

47   1  51 

56 

60 

64 

68 

77 

86 

29 

661 

4.59 

28 

37 

41 

46 

51    55 

60 

64 

69 

73 

83 

92 

30 

707 

4.91 

29 

39 

44 

49 

54   '  59 

64 

69 

74 

79 

88 

98 

31 

755 

5.24 

31 

42 

47 

52 

58   i  63 

68 

73 

79 

84 

94 

105 

32 

804 

5.59 

34 

45 

50 

56 

61   '  67 

73 

78 

84 

89 

101 

112 

33 

855 

5.94 

36 

48 

53 

59 

65   |  71 

77 

83 

89 

95 

107 

119 

34 

908 

6.30 

38 

50 

57 

63 

69   .  76 

82 

88 

95 

101 

113 

126 

35 

962 

6.68 

40 

53 

60 

67 

73 

80 

87 

94 

100 

107 

120 

134 

36 

1018 

7.07 

42 

57 

64 

71 

78 

85 

92 

99 

106 

113 

127 

141 

37 

1075 

7.47 

45 

60 

67 

75 

82 

90 

97 

105 

112 

120 

134 

149 

38 

1134 

7.88 

47 

63 

71 

79 

87 

95 

102 

110 

118 

126 

142 

158 

39 

1195 

8.30 

50 

66 

75 

83 

91   100 

108 

116   125 

133 

149 

166 

40 

1257 

8.73 

52 

70 

79 

87 

96   <105 

113 

122   1131 

140 

157  . 

175 

530 
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TABLE  76]  VOLUMES  OF  CONCRETE  IN  [CONCRETE 

BEAMS  AND  GIRDERS 

Quantities  are  figured  for  net  lengths,  but  to  allow  for  waste  assume  length 
of  beams  as  length  from  center  to  center  of  support.    See  page  525. 

For  a  beam  longer  than  scheduled,  select  a  member  one-half  its  length  and 
double  its  volume. 

Interpolate  for  intermediate  areas  and  lengths. 

VOLUME  IN  CUBIC  FEET 


Dimensions 

below  Slab 

Inches 


4X  4 
4X  8 
4X10 
4X12 

5X10 
5X12 
5X14 
5X16 

6X12 
6X14 
6X16 
6X18 

7X14 
7X16 
7X18 
7X20 

8X14 
8X16 
8X18 

8X20 
8X22 
8X24 
8X26 

9X16 
9X  18 
9X20 

9X22 
9X24 
9X26 
9X28 

10  X  18 
10X20 
10X22 

10X24 
10X26 
10X28 
10X30 

11X20 

11  X22 
11X24 

11X26 
11  X28 
11  X30 
11  X32 


Ow 
«0Q 


«  3 


0.35 
0.42 
0.49 
0.56 

0.50 
0.58 
0.67 
0.75 

0.68 
0.78 
0.88 
0.97 

0.78 
0.89 
1.00 

1.11 
1.22 
1.33 
1.44 

1.00 
1.13 
1.25 

1.38 
1.50 
1.63 
1.75 

1.25 
1.39 
1.53 

1.67 
1.81 
1.94 
2.08 

1.53 
1.68 
1.83 


LENGTH  OF  BEAM  IN  FEET 


10   11   12   13   14   15   16   17   18   19   20   21 


0.11  0.9  1.0 

0.22  1.8  2.0 

0.28  ■  2.2  2.5 

0.33  2.6!  3.0 


2.81 
3.4 
3 
4 

4.0 
4.6 
5. 
6. 

5.4 
6.2 

7.0 

7.8 

6.2 

7 

8.0 

8.9 
9.8 

11 

12 

8.0 
9.0 
10 

11 
12 
13 
14 

10 
11 
12 

13 
14 
16 
17 

12 
13 
15 


3.2 

3 

4.4 

5.0 

4.5 
5.2 
6.0 
6. 

6. 

7.0 
7.9 
8.7 

7.0 
8.01 


286  1.99  16 
308  '  2.14  !  17 
330  2.29  i  18 
352  :  2.44  20 

I     I 


10 
11 
12 
13 

9.0 
10 
11 

12 
14 
15 
16 

11 
13 
14 

15 
16 
17 
19 

14 
15 
16 

18 
.  19 

20 
!  22 


1.1 

1.2 

1.8 

1.4« 

2.2 

2.4,  2.6|  2.9 

2.8 

3.1 

3.4  3.6 

3.3 

3.6 

4.0.  4.3 

3.5 

3.9 

4.21  4.6 

4.2 

4.6 

5.0 

5.5 

4.9 

5.4 

5.9 

6.4 

5.6 

6.2 

6.7 

7.3 

5.0 

5.6 

6.0 

6.5 

5.8 

6.4 

7.0 

7.5 

6.7 

7.4 

8.0 

8.7 

7.5 

8.3 

9.0 

9.8 

6.8 

7.5 

8.2 

8.8 

7.8 

8.6 

9.4 

10 

8.8 

9.7 

11 

11 

9.7 

11 

12 

13 

7.8 

8.6 

9.4 

10 

8.9 

9.8 

11 

12 

10 

U 

12 

13 

11 

12 

13 

14 

12 

13 

15 

16 

13 

15 

16 

17 

14 

16 

17 

19 

10 

11 

12 

13 

11 

12 

14 

15 

13 

14 

15 

16 

14 

15 

17 

18 

15 

17 

18 

20 

16 

18 

20 

21 

18 

19 

21 

23 

13 

14 

15 

16 

14 

15 

17 

18 

15 

17 

18 

20 

17 

18 

20 

22 

18 

20 

22   24 

19 

21 

23 

25 

21 

23 

25 

27 

15 

17 

18 

20 

17 

18 

20  |  22 

18 

20 

22 

24 

1.5; 

3.1' 
3.9' 
4.6! 

I 
4.9 
5.9 
6.91 
7.8 

I 


1.7 
3.3 
4.2 
5.0 

,,l 

6.3: 

7.4; 

8.4 


1.8' 
3.5 
4.5 
5.31 


7.0  7. 


9.4  10 
11   11 


11 
12 
14 

11 
12 
14 

16 
17 
19 
20 

14 
16 
18 

19 
21 
23 
25 

18 
19 
21 

23 
25 
27 
29 

21 
24 
26 


10 
12 
13 
15 

12 
13 
15 

17 
18 
20 
22 

15 
17 
19 

21 
23 
24 
26 

19 
21 
23 

25 
27 
29 
31 

23 
25 


J  ..J 

6.71 

7.8' 

9.0 

8. 

9. 
11 
12 


6  5. 

0  6. 

1  7. 
3  8. 
5  10 

J.. 

9  10 
12 
14 

12 
14 
16 
17 


27   28 
29  ,  31 


6. 
8. 
9. 
11 

9.5 
11 
13 
14 

13 
15 
17 
18 

15 
17 
19 

21 
23 
25 
27 

19 
21 

24 

26 
29 
31 
33 

24 
26 
29 


31 


20 
21 
23 
24 


22 
24 
25 
27 


24 
26 
27 


24   26 
27   29 


30 

33  34 

35  I  37 

37  39 


27   29  :  31 


26 

'  28 

30 

32 

1  34 

36 

i  38 

40 

42 

28 

30 

.  32 

34 

!  36 

39 

'  41 

43 

45 

30 

.  32 

34 

37 

39 

41 

44 

46 

48 

32 

1  34 

'"n: 

39 

<T 

44 

46 

49 

51 

1 

8.4 
9.8 

11 

10 
12 
13 
15 


14  14 

16  16 

18  18 

19  20 


16 
19 
21 

23 
26 
28 
30 


20  21 

23  24 

25  26 

28  I  29 

30  ■  32 
33  1  34 

35  I  37 

25  !  26 

28  29 

31  32 


35 
38 
41 
44 

32 

35 
38 
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table  76]       VOLUMES  OF  BEAMS— Continued     [CONCRETE 

Example:    Find  the  volume  of  a  beam  9}"  X  26"  X  18  ft. -6" 

Solution:    From  Table  (by  inspection) 
Volume  9'  X  26*  X  18  ft.  =  29  cu.  ft.      Volume   9*  X  26*  X  19  ft.  =  31  cu.  ft. 
Volume  10*  X  26*  X  18  ft.  =  33  cu.  ft.      Volume  10*  X  26*  X  19  ft.  =  34  cu.  ft. 
Hence,  9i*  X  26*  X  18  ft.  =  31  cu.  ft.      Hence,  9|*  X  26*  X  19  ft.  =  33  cu.  ft. 
Therefore,  volume  =  9i*  X  26*  X  18  ft.-6*  =  32  cu.  ft. 


VOLUME 

IN  CUBIC 

FEET 

Dimensions 

S3 

LENGTH  OF  BEAM  IN  FEET 

below  Slab 

Inches 

< 

|    22 

1 

23 

24 

25      26 

27 

28      29 

30 

32      34 

36 

40 

44 

48 

5X16 

80 

1 
12 

1 

1 

i 

1 

i 

! 

i 

6X12 

72 

11 

12 

6X14 

84 

13 

13 

14 

6X16 

96 

15 

15 

16 

17 

6X18 

108 

17 

17 

18 

19 

20 

7X14 

98 

15 

16 

16 

17 

18 

18 

7X16 

112 

17 

18 

19 

20 

20 

21 

22 

7X18 

126 

19 

20 

21 

22 

23 

24 

24 

25 

7X20 

140 

21 

23 

23 

24 

25 

26 

28 

29 

29 

8X14 

112 

17 

18 

19 

20 

20 

21 

22 

23 

23 

24 

8X  16 

128 

20 

20 

21 

22 

23 

24 

25      26 

27 

28 

30 

8X18 

144 

22 

23 

24 

25 

26 

27 

28 

29 

30 

32 

34 

36 

8X20 

160 

24 

26 

27 

28 

29 

30 

31 

32 

33 

36 

38 

40 

44 

8  X22 

176 

27 

28 

29 

31 

32 

33 

34 

35 

37, 

40 

42 

44 

49 

54 

8X24 

192 

29 

31 

32 

33 

35 

36 

37 

39 

40  1 

42 

46 

48 

53 

58  , 

64 

8X26 

208 

32 

33 

35 

36 

37 

39 

40 

42 

43  1 

46 

48 

52 

58 

64  ' 

69 

9X16 

144 

22 

23 

24 

25 

26 

27 

28 

29 

30  ! 

32 

34 

36 

40 

44! 

48 

9X  18 

162 

25 

26 

27 

28 

29 

31 

32 

33 

34  1 

36 

38 

40 

45 

50 

54 

9X20 

180 

28 

29 

30 

31 

33 

34 

36 

36 

38 

40 

43 

45 

50 

55 

60 

9X22 

198 

30 

32 

33 

35 

36 

37 

39 

40 

41 

44 

47 

50 

55 

61 

66 

9X24 

216 

33 

35 

36 

38 

39 

41 

42 

44 

45 

48 

51 

54 

60 

66 

72 

9  X26 

234 

36 

37 

39 

41 

42 

44 

46 

47 

49 

52 

55 

69 

65 

72  , 

78 

9X28 

252 

39 

40 

42 

44 

46 

47 

49 

51 

53 

56 

60 

63 

70 

77  , 

84 

10  X  18 

180 

28 

29 

30 

31 

33 

34 

35 

36 

38 

40 

43 

45 

50 

55 

60 

10X20 

200 

31 

32 

33 

35 

•36 

38 

39 

40 

42 

44 

47 

50 

56 

61 

67 

10X22 

220 

34 

35 

37 

38 

40 

41 

43 

44 

46 

49 

52 

55 

61 

67 

73 

10  X24 

240 

37 

38 

40 

42 

43 

45 

47 

48 

50 

53 

57 

60 

67 

73 

80 

10  X26 

260 

40 

42 

43 

45 

47 

49 

51 

53 

54 

58 

62 

65 

72 

80 

87 

10X28 

280 

43 

45 

47 

49 

50 

52 

54 

56 

58 

62 

66 

70 

78 

85 

93 

10  X30 

300 

46 

48 

50 

52 

54 

56 

58 

60 

62 

67 

71 

75 

83 

92 

100 

11  X20 

220 

34 

35 

37 

38 

40 

41 

43 

44 

46 

49 

52 

55 

61 

67 

73 

11  X22 

242 

37 

39 

40 

42 

44 

45 

47 

49 

50 

54 

57 

60 

67 

74 

81 

11  X24 

264 

40 

42 

44 

46 

48 

49 

51 

53 

55 

59 

62 

66 

73 

81 

88 

11  X26 

286 

44 

46 

48 

50 

52 

54 

56 

58 

60 

64 

68 

72 

80 

88 

96 

11  X28 

3C8 

47 

49 

51 

54 

56 

58 

60 

62 

64 

68 

73 

77 

86 

94 

103 

11  X30 

330 

50 

53 

55 

57 

60 

62 

64 

66 

69 

73 

78 

82 

92 

101 

110 

11  X32 

352 

54 

56 

59 

61 

63 

66 

68 

71 

73 

78 

83 

88 

98 

107 

117 

532 
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TABLE  76]  VOLUMES  OF  CONCRETE  IN  BEAMS  [concrete 
AND  GIRDERS— Continued 

Quantities  are  figured  for  net  lengths,  but  to  allow  for  waste  assume  lengths 
of  beams  as  length  from  center  to  center  of  support.  See  page  525. 

For  a  beam  longer  than  scheduled,  select  a  member  one-half  its  length  and 
double  its  volume.    For  volumes  in  cubic  yards  divide  by  27. 

Interpolate  for  intermediate  areas  and  lengths. 

VOLUME  IN  CUBIC  FEET 


Dimen- 
sions 
below 

Slab 
Inches 


12X22 
12X24 
12X26 

12X28 
12X30 
12X32 
12X34 

13X26 
13X28 
13X30 

13X32 
13X34 
13X36 
13X38 

14X28 
14X30 
14X32 

14X34 
14X36 
14X38 
14X40 

15X20 
15X32 
15X34 

15X36 
15X38 
15X40 
15X42 

16X32 
16X34 
16X36 

16X38 
16X40 
16X42 
16X46 

18X36 
18X40 
18X44 
18X48 

20X30 
20X40 
20X50 


Abba 
below 
Slab 
Sq.  In. 


264 
288 
312 

336 
360 

384 
408 

338 
364 
390 

416 
442 
468 
494 

392 
420 
448 

476 
504 
532 
560 

450 
480 
510 

540 
570 
600 
630 

512 
544 
576 

608 
640 
672 
736 

618 
720 
792 
864 

600 
800 
1000 


20  X  60  I  1200 


LENGTH  OF  BEAM  IN  FEET 


10  11   12   13   14   15   16   17   18   19   20 


21 


1.83 
2.00 
2.17 

2.33 
2.50 
2.67 
2.83 

2.35 
2.53 
2.71 

2.89 
3.07 
3.25 
3.42 

2.72 
2.92 
3.11 

3.31 
3.50 
3.69 
3.89 

3.13 
3.33 
3.54 

3.75 
3.96 
4.16 
4.38 

3.56 
3  78 
400 

4.22 
4.44 
4.67 
5.11 

4.50 
5.00 
5.50 
6.00 

4.17 
5.55 
6.94 
8.34 


16 
18 
20 

21 
23 
24 
25 

21 
23 
24 

26 
28 
29 
31 

24 
26 
28 

30 


35 

28 
30 
32 

34 
36 
38 
39 


34 
36 

38 
40 
42 
46 

41 
45 
50 
54 

38 
50 
62 
75 


18 

20 

23 

24 

26 

20 

22 

24 

26 

28 

22 

24 

26 

28 

30 

23 

26 

28 

30 

33 

25 

28 

30 

33 

35 

2) 

29 

32 

35 

37 

28 

31 

34 

37 

40 

24 

26 

28 

31 

33 

25 

28 

30 

33 

35 

27 

30 

33 

35 

38 

29 

32 

35 

38 

41 

31 

34 

37 

40 

43 

32 

36 

39 

42 

46 

34 

38 

41 

45 

48 

27 

30 

33 

35 

38 

29 

32 

35 

38 

41 

31 

34 

37 

40 

44 

33 

36 

40 

43 

46 

35 

39 

42 

46 

49 

37 

41 

44 

48 

52 

39 

43 

47 

51 

54 

31 

34 

38 

41 

44 

33 

37 

40 

43 

47 

35 

39 

42 

46 

50 

38 

41 

45 

49 

53 

40 

44 

48 

51 

55 

42 

46 

50 

54 

58 

44 

48 

53 

57 

61 

36 

39 

43 

46 

50 

38 

42 

45 

49 

53 

40 

44 

48 

52 

'56 

42 

46 

51 

55 

59 

44 

49 

53 

58 

62 

47 

51 

56 

61 

65 

51 

56 

61 

66 

72 

45 

50 

54 

59 

63 

50 

55 

60 

65 

70 

55 

61 

66 

72 

77 

60 

66 

72 

78 

84 

42 

46 

50 

54 

58 

56 

61 

67 

72 

78 

69 

76 

83 

90 

97 

83 

92  ■ 

100 

108 

117 

35   37 

40 


43  46 

46  49 

49  52 

51  !  55 


41  I 
44 
47  ! 

50 
53 

55  ; 

58 


47  I  50 
50  53 
53   57 


56 
59 
63 
66 

53 
57 
60 

63 
67  t 
70 

77 


68  ,  72 

75  I  80 

83  !  88 

90  i  96 

63  |  67 

83  |  89 
104  '  111 
125  |  133 


31 
34 
37 

40 

43 
45 

48 

40 
43 
46 

49 
52 
55 
58 

46 
50 
53 

56 
60 
63 
66 

53 
57 
60 

64 
67 
71 
74 

60 
64 
68 

72 
75 
79 
87 

77 
85 
94 
102 


33 

35 

36 

38 

39 

41 

42 

44 

45 

48 

48 

51 

51 

54 

AK 

37 
40  I 
43 


38 
42 
46 


,  I 


47  :  49 

50  ;  53 

53  56 

57  ]  59 


47  !  49 

46  I  48  51  53 

49  52  \  54  |  57 

52  55  I  58  !  51 

55  58  61  M 

59  62  !  65  58 

62  I  65  69  72 


49  I  52 
53  I  55 
56  I  59 


75   79 

79 


54 
58 
62 


57 
61 
65 


66  70 

70  |  74 

74  77 

78  82 


66 
70 
74 


67 
71 

75 
79 

83  » 


71 
76  . 


79 
83 
88 
92 

75 
79 
84 


76  '  80  I  84  89 

80  84  i  89  93 

84  '  89   93  98 

92  97  102  107 


71  75   79  83  I  88 

95  100  106  111  ,  117 

118  125  132  139  146 

142  150  ,  158  |  167  175 


90  '  95 
100  105 
110  116 
120  126 
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table  76]       VOLUMES  OF  BEAMS— Continued    [concrete 

Example :    Find  the  exact  volume  of  a  15  by  35-inch  girder,  20  feet  long. 

Solution :    The  volume  for  one  linear  foot  is  - — : —  =  3.645  cubic  feet 

2 

and  for  20  feet  is  72.9  cubic  feet.    Direct  interpolation  between  15  by  34  and  15 

by  36  gives  73  cubic  feet  which  is  exact  enough  for  practical  purposes. 

VOLUME  IN  CUBIC  FEET 


Arjba 

BELOW 

Slab 
Sq.In. 


264 


336 
360 
384 
408 

338 
364 

390 

416 
442 
468 
494 


420 
448 

476 
504 
532 
560 

450 
480 
510 

540 
570 
600 
630 

512 
544 
576 

608 
640 
672 
736 

648 
720 
792 
864 

600 
800 
1000 
1200 


LENGTH  OF  BEAM  IN  FEET 


22   23 


24   25   26  27   28   29 


32   34   36   40   44  48 


40 

42 

44 

46 

48   49 

51 

53 

55 

59 

62 

66 

73 

81 

88 

44 

46 

48 

50 

52   54 

56 

58 

60 

64 

68 

72 

80 

88 

96 

48 

50 

52 

54 

56   59 

61 

63 

65 

69 

74 

78 

87 

95 

104 

51 

54 

56 

58 

61 

63 

65 

68 

70 

75 

79 

84 

93 

103 

112 

55 

58 

60 

63 

65 

68 

70 

73 

75 

80 

85 

90 

100 

110 

120 

59 

61 

64 

67 

69 

72 

75 

77 

80 

85 

91 

96 

107 

117 

128 

62 

65 

m  68 

71 

74   76 

79 

82 

85 

91 

96 

102 

113 

125 

136 

52 

54 

56 

59 

61   63 

66 

68 

70 

75 

80 

85 

94 

103 

113 

56 

58 

61 

63 

66 

68 

71 

73 

76 

81 

86 

91 

101 

111  '  121 

60 

62 

65 

68 

70 

73  ,  76  |  79 

81 

87 

92 

98 

108 

119 

130 

64 

66 

69 

72 

75 

78   81 

84 

87 

92 

98 

104 

116 

127 

139 

68 

71 

74 

77 

80 

83  '  86 

89 

92 

98 

104 

111 

123 

135 

147 

72 

75 

78 

81 

85 

88 

91 

94 

98 

104 

111 

117 

130 

143 

156 

75 

79 

82 

86 

89 

92 

96 

99 

103 

110 

117 

123 

137 

151 

165 

60 

63 

65 

68 

71 

73 

76 

79 

82 

87 

92 

98 

109 

120  '  131 

64 

67 

70 

73 

76 

79 

82 

85 

88  i  93 

99 

105 

117 

128  !  140 

68 

72 

75 

78 

81 

84 

87 

90 

93 

100 

106 

112 

124 

137  j  149 

73 

76 

79 

83 

86 

89 

93 

96 

99 

106 

113 

119 

132 

146  '  159 

77 

81 

84 

88 

91 

95 

98 

102 

105 

112 

119 

126 

140 

154  168 

81 

85 

89 

92 

96 

100 

103 

107 

111 

118 

125 

133 

148 

162  177 

86 

89 

92 

97 

101 

105 

109 

113 

117 

124 

132 

140 

155 

171  185 

69 

72 

75 

78 

81 

84 

88 

91 

94 

100 

106 

J13 

125 

138 

150 

73 

77 

80 

83 

87 

89 

93 

96 

100 

107 

113 

120 

133 

147 

160 

78 

81 

85 

89 

92 

96 

99 

103 

106 

113 

120 

127 

142 

156 

170 

83 

86 

90 

94 

98 

102 

105 

109 

113 

120 

128 

135 

150 

165 

180 

87 

91 

95 

99 

103 

107 

111 

115 

119 

127 

135 

143 

158 

174 

190 

92 

96 

100 

104 

108 

112 

117 

121 

125 

133 

142 

150 

167 

183 

200 

96 

101 

105 

110 

114 

118 

123 

126 

131 

140 

149 

167 

175 

193 

210 

78 

82 

85 

89 

93 

97 

100 

104 

107 

114 

121 

128 

142 

157 

171 

83 

87 

91 

95 

98 

102 

106 

110 

113 

121 

129 

136 

152 

166 

182 

88 

92 

96 

100 

104 

108 

112 

116 

120 

128 

136 

144 

160 

176 

192 

93 

97 

101 

106 

110  :  114 

118 

122 

127 

135 

143 

152 

ieo 

186 

203 

98 

102 

107 

111 

115 

119 

124 

128 

133 

142 

151 

160 

178 

195 

213 

103 

107 

112 

117 

121 

126 

131 

136 

140 

149 

159 

168  '  187 

206 

224 

112 

118 

123 

128 

133 

138 

143 

148 

153 

164 

174 

184  ! 

204 

225 

245 

99 

104 

108 

113 

117 

122 

126 

130 

135 

144 

153 

162 

180 

198 

216 

110 

115 

120 

125 

130 

135 

140 

145 

150 

160 

170 

180 

200 

220 

240 

121 

127 

132 

138 

143 

149 

154 

160 

165 

176 

187 

198 

220 

242 

264 

132 

138 

144 

150 

156 

162 

168 

174 

180 

192 

204 

216 

210 

264 

288 

92 

96 

100 

104 

108 

112 

117 

121 

125 

133 

142 

150 

167 

183 

200 

122 

128 

133 

139 

144 

150 

156 

161 

167 

178 

189 

200 

222 

245 

267 

153 

160 

167 

17  3 

180 

187 

194 

201 

208 

222 

236 

250 

278 

305 

333 

183 

192 

200 

208 

217 

225 

233 

241 

250 

267 

283 

300 

333 

367 

400 

CHAPTER  XVIII 

TABLES  OF  STEEL  AREAS  AND  QUANTITIES 

The  tables  in  this  chapter  are  prepared  for  two  purposes: 

(1)  To  assist  in  the  design  of  reinforcement,  and 

(2)  To  give  weights  of  steel  for  reinforced  concrete  members 
that  will  reduce  the  labor  of  computation  in  making  up  estimates. 

For  purposes  of  design,  the  areas  of  different  combinations  of  steel 
are  given  in  Tables  78  to  84.  The  values  will  aid  the  designer  in 
selecting  the  sizes  of  steel  bars,  either  round  or  square,  that  will  best 
suit  the  requirements  of  his  columns,  beams,  slabs,  or  walls. 
.  For  reducing  the  labor  of  computation,  Tables  85  to  90  give  directly 
the  weights  of  steel  for  different  combinations  of  sizes  and  for  concrete 
members  of  different  dimensions. 

Table  78  gives  areas,  circumferences,  and  weights  of  steel  bars. 

Times  and  costs  of  labor  are  treated  in  the  chapter  which  follows. 

Weight  of  Steel  Corresponding  to  Different  Ratios.  Table  77.  Table 
77  gives  the  weight  of  steel  per  cubic  foot  and  also  per  cubic  yard  of 
concrete  corresponding  to  different  ratios,  or  percentages.  For  ex- 
ample, if  a  beam  has  a  ratio  of  0.008  (or  0.8%)  steel,  we  find  3.9  pounds 
of  steel  per  cubic  foot  of  concrete.  In  using  this  table,  the  total  quan- 
tity of  concrete,  and  not  the  section  above  the  steel,  must  be  taken 
when  figuring  the  ratio  or  percentage. 

Area  of  Groups  of  Bars.  Tables  79  and  80.  Areas  are  given  of 
groups  of  round  and  square  bars  from  i-inch  to  3  inches  diameter. 
Thus,  if  a  column  requires  12  square  inches  of  steel,  we  find  from  the 
table  four  2-inch  round  bars  or  six  If -inch  round  bars,  or  four  1}- 
inch  square  bars,  and  so  on. 

For  weights  of  groups  of  bars  of  like  size,  see  Tables  123  and  124. 

Alternate  Selection  of  Bars.  Tables  81  to  84.  Knowing  the  required 
area  of  section  of  steel  in  a  beam,  it  is  possible,  from  the  tables,  to 
select  combinations  of  sizes  that  will  best  fit  the  case  under  con- 
sideration. For  example,  if  a  certain  beam  requires  2  square  inches 
of  steel,  we  find,  from  the  table,  one  If -inch  round  bar  with  an  area 
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of  2.07  square  inches,  or  two  lj-inch  round  bars  with  an  area  of  1.99 
square  inches,  and  so  on. 

Tables  83  and  84  provide  means  for  selecting  the  sizes  and  spacing 
of  bars  in  slabs  or  walls  of  various  thicknesses  and  with  various  ratios 
or  percentages  of  steel.  Suppose,  for  example,  that  a  4-inch  slab 
requires  a  ratio  of  0.007  (0.7%)  of  steel,  we  find  by  reference  to  Table 
83,  alternate  selections  of  f-inch  diameter  bars  spaced  4.8  inches  apart; 
or  ^-inch  bars  spaced  8.6  inches  apart,  and  so  on.  It  is  frequently 
convenient  to  use  the  steel  areas  for  one  foot  of  width  given  in  Column 
(4).     In  this  case,  Columns  (1),  (2),  and  (3)  can  be  disregarded. 

Weights  of  Column  Steel.  Tables  85  and  86.  These  tables  and  those 
which  follow  are  for  direct  use  in  taking  off  steel  quantities  or  checking 
estimates.  Allowance  is  always  made  for  lap  so  that  the  figures  can 
be  used  without  correction. 

For  example,  if  the  plan  calls  for  four  li-inch  round  bars  with  f-inch 
hoops,  spaced  12  inches  apart,  in  a  column  13  feet  high,  take  the  weight 
of  steel  per  column  directly  from  Table  85,  as  284  pounds. 

Weights  of  Beam  Reinforcement.  Tables  87  and  88.  Pages  556 
to  559.  The  weights  include  allowance  required  under  average  con- 
ditions for  extra  steel  in  bends,  for  lap  over  supports,  and  for  stirrups. 
The  values  therefore  may  be  used  directly  in  taking  off  steel  quanti- 
ties or  checking  estimates.  The  allowance  of  20%  for  the  lap  over 
supports  required  for  negative  bending  moment  is  based  on  a  study 
of  actual  designs.  Economical  depths  of  beams*  have  been  figured 
for  each  amount  of  steel  to  obtain  the  lengths  of  stirrups  and  the 
extra  lengths  required  in  bent  bars.  The  number  of  stirrups  required 
for  average  conditions,  with  the  given  quantity  of  straight  and  bent 
up  tension  bars,  has  been  figured.f  (See  also  pages  572  to  595.)  As 
such  computations  can  be  only  approximate,  the  same  average 
depths  are  used  for  round  and  square  bars. 

To  illustrate  the  use  of  the  tables:  If  the  design  of  a  beam  20  feet 
long  requires  six  f-inch  round  bars,  find  directly  from  Table  87,  page 
556,  that  328  pounds  of  steel  are  needed.  Economical  total  depth  for 
T-beam  will  be  about  26  inches,  and  twelve  f-inch  stirrups,  six  at 
each  end,  will  satisfy  average  conditions. 

The  tables  may  be  used  for  an  approximate  check  of  the  design  of 
beams.  If  number  of  stirrups  is  excessive,  use  larger  steel  and  cor- 
respondingly fewer  stirrups. 

♦Depths  are  obtained  from  Taylor  &  Thompson's  "Concrete,  Plain  and  Reinforced," 
second  edition,  pages  425  and  426,  formulas  (14)  and  (15)  assuming  f s  =  16000  andb ' = J  d. 
fSee  "Concrete,  Plain  and  Reinforced,"  second  edition,  pages  518b  and  528. 
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BASE  PRICE  OF  STEEL 

In  quotations  on  steel  bars,  it  is  customary  to  make  a  base  price 
for  bars  f-inch  or  over  in  size  and  increase  the  price  for  smaller  sizes 
by  a  fixed  amount,  as  shown  in  table  below.  Thus  if  the  base  price 
of  steel,  f.o.b.  Pittsburg,  is  $1.20  per  hundredweight,  the  price  of 
i-inch  bars  will  be  $1.20  +  $0.25  =  $1.45. 


PRICES  TO  ADD  TO  BASE  FOR  STEEL  OF  SMALL  SIZES 

To  the  base  price  per  hundredweight  of  steel,  add  the  amount  opposite  the 
given  size  of  bar. 


Size  of  Bar,  Inches 

Extra  Cost  per  Cwt. 
over  Base  Price 

Size  of  Bar,  Inches 

Extra  Cost  per  Cwt. 
over  Base  Pbice 

1  to3A 

tto  a 

i  to    A 
A 

Base 
$0.05 
0.10 
0.20 
0.25 
0.30 

A 

I 

$0.40 
0.50 
0.75 
1  00 
1.25 

TABLE  77.     WEIGHTS   OF  STEEL   PER  CUBIC  FOOT  AND 

PER  CUBIC  YARD  OF  CONCRETE  FOR  GIVEN  RATIOS 

OF  REINFORCEMENT    (See  p.  534) 

This  table  may  be  used  where  the  volume  of  concrete  has  been  figured  and  the 
approximate  percent  of  reinforcement  is  known. 


Weight  op  Steel  in  Pounds 

Weight  op  Steel  in  Pounds 

Ratio  op  Steel 

Ratio  op  Steel 
to  Concrete* 

to  Concrete* 

Per  cubic  foot 

Per  cubic  yard 

Per  cubic  foot 

Per  cubic  yard 

of  concrete 

of  concrete 

of  concrete         of  concrete 

0.0010 

0.5 

13 

0.0100 

4.9 

132 

0.0015 

0.7 

20 

0.0105 

5.1 

139 

0.0020 

1.0 

26 

0.0110 

5.4 

145 

0.0025 

1.2 

33 

0.0115 

5.6 

152 

0.0030 

1.5 

40 

0.0120 

5.9 

159 

0.0035 

1.7 

46 

0.0125 

6.1 

165 

0.0040 

2.0 

53 

0.0130 

6.4 

172 

0.0045 

2.2 

59 

0.0140 

6.9 

185 

0.0050 

2.5 

66 

0.0150 

7.3 

197 

0.0055 

2.7 

73 

0.0160 

7.8 

210 

0.0060 

2.9 

79 

0.0170 

8.3 

224 

0.0065 

3.2 

86 

0.0180 

8.8 

238 

O.0070 

3.4 

92 

0.0190 

9.3                251 

0.0075 

3.7 

99 

0.0200 

9.8        !        264 

0.0080 

3.9 

106 

0.0225 

11.0               297 

0.0085 

4.2 

112 

0.0250 

12.2     . 

329 

0.0090 

4.4 

119 

0.0275 

13.5 

364 

0.0095 

4.7 

126 

0.0300 

14.7 

397 

•Percentages  of  steel  are  values  in  these  columns  multiplied  by  100. 
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table  78.    AREAS,  WEIGHTS,  AND  CIRCUMFERENCES 

OP  SQUARE  AND  ROUND  BARS 
One  cubic  foot  of  steel  weighs  490  lb. 


h 

5 

fflg 

* 
< 

< 
«8 

!» 

§3 

5 

PS 

< 

on 

3 
-• 

PS 

< 

2B 
§3 

Bo 

or  h 

OQ 

23 

§1 

O  9 

S3 

§2 
S3 

go 
B 

la 

si 

2° 

Is 

w  M 

SB 

«* 
°0Q 

8* 

«2 

£  < 
an 

0  0 

S  * 

*>§ 

i « 

s  * 

2° 

2* 

So 

S.2 

si 

2° 

£ 

<5 

< 

Ph 

& 

< 

PS 

<5 

1 

5 

a 

# 

o 

^X 

*? 

a 

0 

O 

& 

& 

O 

2 

4.000 

3.142 

6.283 

13.60 

10.68 

A 

0.004 

0.003 

0.196 

0.013 

0.010 

2ft 

4.254 

3.341 

6.480 

14.46 

11.36 

1 

0.016 

0.012 

0.393 

0.053 

0.042 

1  2i 

4.516 

3.547 

6.676 

15.35 

12.06 

A 

0.035 

0.028 

0.589 

0.119 

0.094 

2ft 

4.785 

3.758 

6.872 

16.27 

12.78 

i 

0.063 

0.049 

0.785 

0.212 

0.167 

2  i 

5.063 

3.976 

7.069 

17.22 

13.52 

ft 

0.098 

0.077 

0.982 

0.333 

0.261 

2ft 

5.348 

4.200 

7.265 

18.19 

14.28 

1 

0.141 

0.110 

1.178 

0.478 

0.375 

2| 

5.641 

4.430 

7.461 

19.18 

15.07 

A 

0.191 

0.150 

1.374 

0.651 

0.511 

2ft 

5.941 

4.666 

7.658 

20.20 

15.86 

i 

0.250 

0.196 

1.571 

0.850 

0.667 

2} 

6.250 

4.909 

7.854 

21.25 

16.69 

1 

0.316 

0.249 

1.767 

1.076 

0.845 

H 

6.566 

5.157 

8.050 

22.33 

17.53 

0.391 

0.307 

1.964 

1.328 

1.043 

6.891 

5.412 

8.247 

23.43 

18.40 

a 

0.473 

0.371 

2.160 

1.608 

1.262 

2H 

7.223 

5.673 

8.443 

24.56 

19.29 

i 

0.563 

0.442 

2.356 

1.913 

1.502 

2  } 

7.563 

5.940 

8.639 

25.00 

20.20 

0.660 

0.519 

2.553 

2.245 

1.763 

2H 

7.910 

6.213 

8.836 

26.90 

21.12 

| 

0.766 

0.601 

2.749 

2.603 

2.044 

2  I 

8.266 

6.492 

9.032 

28.10 

22.07 

if 

0.879 

0.690 

2.945 

2.989 

2.347 

2tf 

8.629 

6.777 

9.228 

29.34 

23.04 

1 

1.000 

0.785 

3.142 

3.400 

2.670 

3 

9.000 

7.069 

9.425 

30.60 

24.03 

1A 

1.129 

0.887 

3.338 

3.838 

3.014 

3A 

9.379 

7.366 

9.621 

31.89 

25.04 

l  i 

1.266 

0.994 

3.534 

4.303 

3.379 

3  i 

9.766 

7.670 

9.818 

33.20 

26.08 

1A 

1.410 

1.108 

3.731 

4.795 

3.766 

3A 

10.160 

7.980 

10.014 

34.55 

27.13 

li 

1.563 

1.227 

3.927 

5.312 

4.173 

3  i 

10.563 

8.296 

10.210 

35.92 

28.20 

*A 

1.723 

1.353 

4.123 

5.857 

4.600 

11 

10.973 

8.618 

10.407 

37.31 

29.30 

li 

1.891 

1.485 

4.320 

6.428 

5.049 

11.391 

8.046 

10.603 

38.73 

30.42 

*A 

2.066 

1.623 

4.516 

7.026 

5.518 

3ft 

11.816 

9.281 

10.799 

40.18 

31.56 

l  i 

2.250 

1.767 

4.712 

7.650 

6.008 

3  J 

12.250 

9.621 

10.996 

41.65 

32.71 

*A 

2.441 

1.918 

4.909 

8.301 

6.520 

3ft 

12.691 

9.968 

11.192 

43.14 

33.90 

l  1 

2.641 

2.074 

5.105 

8.978 

7.051 

31 

13.141 

10.321 

11.388 

44.68 

35.09 

itt 

2.848 

2.237 

5.301 

9.682 

7.604 

3« 

13.598 

10.680 

11.585 

46.24 

36.31 

y 

3.063 

2.405 

5.498 

10.41 

8.178 

3  i 

14.063 

11.045 

11.781 

47.82 

37.56 

3.285 

2.580 

5.694 

11.17 

8.773 

3« 

14.535 

11.416 

11.977 

49.42 

*38.81 

1 1 

3.516 

2.761 

5.891 

11.95 

9.388 
10.020 

31 

15.016 

11.793 

12.174 

51.05 

40.10 

it* 

3.754 

2.948 

6.087 

12.76 

1  3H 

15.504 

12.177 

12.370 

52.71 

41.40 
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TABLE  79]    AREAS  OF  GROUPS  OF  ROUND  BARS      [STEEL 
OF  UNIFORM  DIAMETER 

(See  p.  534) 

See  Table  78  and  Tables  85  to  90,  pp.  554  to  561,  and  Table  123,  p.  600,  for 
weights  of  bars. 
See  Tables  81  and  83,  for  areas  of  combination  of  bars  of  different  sizes. 

AREAS  OF  ROUND  BARS  IN  SQUARE  INCHES 


Numbkr  op  Bars 


10        12        14        16        18 


SO 


0.012'  0.025 
0.028  0.055 

0.049'  0.098 
0.077i  0.153 
0. HO1  0.221 
0.150!  0.301 

0.196' 0.393 
0.248  0.497 
0.3071  0.614 
0.371  0.742 


0.442 
0.518 
0.601 
0.690 

0.785 
0.88? 
0.994 
1.108 

1.227 
1.353 
1.485 
1.623 

1.767 
1.918 
2.074 
2.236 

2.405 
2.580 
2.761 
2.948 

3.142 
3.547 
3.976 
4.430 


0.884 
1.037 
1.203 
1.380 

1.571 
1.773 
1.988 
2.215 

2.455 
2.706 
2.970 
3.246 

3.535 
3.835 
4.148 
4.473 

4.811 
5.161 
5.523 
5.897 


0.037 
0.083 

0.147 
0.230 
0.331 
0.451 

0.589 
0.746 
0.920 
1.114 

1.325 
1.555 
1.804 
2.071 

2.356 
2.660 
2.982 
3.323 


4.059 
4.455 
4.870 

5  302 
5.753 

6  222 
6.709 

7.216 
7.742 
8.284 
8.845 


4.909  9 
5.41210 
5  94011 
6.49212 


81714 
82318. 
87817. 
98019. 

7.06914.13921. 


425 
640 
930 
290 

726 
235 
818 
475 

210 


0.05 
0.11 

0.20 
0.31 
0.44 
0.60 

0.78 
0.99 
1.23 
1.48 

1.77 
2.07 
2.41 
2.76 

3.14 
3.55 
3.98 
4.43 

4.91 
5.41 
5  94 
6.49 

7.07 

7.67 
8.29 
8.95 

9  62 
10.32 
11.05 
11.79 

12.57 
14.18 
15.91 
17.72 

19.63 
21.65 
23.76 
25.96 

28.28 


0.06 
0.14 

0.25 
0.38 
0.55 
0.75 

0.98 
1.24 
1.54 
1.86 

2.21 
2.59 
3.01 
3.45 

3.93 
4  44 
4.97 
5.54 

6.14 
6.77 
7.42 
8.12 

8.84 
9.59 
10.37 
11.18 

12  03 
12  90 
13.80 
14.74 

15.71 
17.73 
19.88 
22.15 

24.54 
27.06 
29.70 


35  35 


0.07 
0.17 

0.29 
0.46 
0.66 
0.90 

1.18 
1.49 
1.84 
2.23 

2.65 
3.11 
3.61 
4.14 

4.71 
5.32 
5. 
6.64 

7.36 
8.12 
8.91 
9.74 

10.60 
11.51 
12.44 
13.42 

1443 

15.48 
18.57 
17.69 

18.85 
21.28 
23.86 
26.58 

29.45 
32.47 
35.63 


32.46  38.95 


42.41 


0.09 
0.19 

0.34 
0.54 
0.77 
1.05 

1.37 
1.74 
2.15 
2.60 

3.09 
3.63 
4.21 
4.83 

5.50 
6.21 
0.96 
7.75 

8.59 
9.47 
10.39 
11.36 

12.37 

13  42 

14  52 
15.66 

16.84 
18.06 
19.33 
20.64 

21.99 
24.83 
27.83 
31.01 

34.36 
37.88 
41.57 
45.44 

49.48 


0.10 
0.22 

0  39 
0.61 
0.88 
1.20 

1.57 
1.99 
2.46 
2.97 

3.53 
4.15 
4.81 
5.52 

6.28 
7.10 
7.95 
8.86 

9.82 
10.82 
11.88 
12.98 

14.14 
15.34 
16.59 
17 

19.24 
20  64 
22  09 
23.59 

25.13 
28.37 
31.81 
35.44 

39.27 
43.29 
47.51 
51.93 

56.55 


0.11 
0.25 

0.44 
0.69 
0.99 
1.35 

1.77 
2.24 
2.76 
3.34 

3.98 
4.67 
5.41 
6.21 

7.07 
7.98 
8.95 
9.97 

11.05 
12.18 
13.36 
14.61 

15.91 
17.26 
18.66 
20.13 

21.65 
23.22 
24.85 
26  54 

28.27 
31.92 
35.79 
39.87 

44.18 
48.70 
53.46 
58.42 

63.62 


0.12 
0.28 

0.49 
0.77 
1.10 
1.50 

1.96 
2.48 
3.07 
3.71 

4.42 
5.18 
6.01 
6.90 

7.85 
8.87 
9.94 
11.07 

12.27 
13.53 
14.85 
16.23 

17.67 
19.18 
20  74 
22.37 

24  05 
25.80 
27.61 
29.48 

31.42 
35.47 
39.76 
44.30 

49.09 
54.12 
59.39 
64.92 


0.15 
0.33 

0.59 
0.92 
1.32 
1.80 

2.36 
2.98 
3.68 
4.45 

5.30 
6.22 
7.22 
8.28 

9.42 
10.64 
11.93 
13.29 

14.73 
16.24 
17.82 
19.48 

21.21 
23  01 

24.89 
26.84 

28.87 
30.96 
33.14 
35.38 

37.70 
42.56 

47.72 
53.17 

58.90 
64.94 
71.27 
77.90 


70.69  84.83 


0.17 
0.39 

0.69 
1.07 
1.55 
2.10 

2.75 
3.48 

4:30 

5.19 

6.19 
7 
8.42 
9.66 

11.00 
12.41 
13.92 
15.50 


0.20 
0.44 

0.79 
1 

1.77 
2.40 

3.14 
3.98 
4.91 
5,94 

7.07 
8.30 
9.62 
11.05 

12.57 
14  19 
15.90 
17.72 


17.18  19.64  22.09 
18.94  21.65  24.36 
20.79  23.76  26.73 
22.72  25.97  29.22 


0.22 
0.50 


0.25 
0.55 


0.88  0  98 

1.38  153 

l.W  221 

2  71,  3.01 

3.53  3.93 

4.47  4.97 

5.52  6.14 

6.68|  7.42 

7.95  8.84 
9.33!  10.37 
10.82  12.03 
12.43J  13.81 

U.  14*  15.71 
15.9ft  17.73 
17.89  19.88 
19.94  22.15 


24.74 
26.85 
29.03 


28.28 
30.68 
33.18 


31.31  35.78 


33.68 
36.12 
38.66 
41.28 

43.98 
49.65 
55.67 
62.03 

68.72 
75.76 
83.14 
90.88 

98.96 


38.49 
41.28 
44.18 
47.18 

50.27 
56.75 
63.62 
70.90 

78.54 
86.59 
95.03 


31.81 
34.52 
37.33 
40.25 

43  30 
46.45 
49.70 
53.07 


24.55 
27.06 
29.70 
32.46 

35.35 
38.35 
41  48 
44.72 

48  11 
51.61 
55.22 
58.97 


56.55  63.84 


63.84 
71.58 
79.75 

88.36 
97.41 


70.94 
79  5$ 
88.61 

98.17 
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table  80]       AREAS  OF  GROUPS  OF  SQUARE  [steel 

BARS  OF  UNIFORM  SIZE 

(See  p.  534) 

See  Table  78  and  Tables  85  to  90,  pp.  554  to  561,  and  Table  124,  p.  602,  for 
weights  of  bars. 

See  Tables  82  and  84,  for  areas  of  combination  of  bars  of  different  sizes. 

AREAS  OF  SQUARE  BARS  IN  SQUARE  INCHES 


2 

o  « 

Number  of 

Bars 

OQ 

12          3          4 

5 

6 

7 

8 

9 

10 

12 

14        16        18        20 

\ 

0.016 
0.035 

.      i 
0.031 
0.070 

1 

0.047,    0.06 
0.106    0.14 

0.081 
0.18 

0.10 
0.21 

0.11 
0.25 

0.13 
0.28 

0.14 
0.32 

0.16 
0.35 

0.19 
0.42 

1 
0.22,    0.23 
0.491    0.56 

0.29,    0.32 
0.63!    0.70 

0.062 
0.098 
0.141 
0.191 

0.125 
0.195 
0.281 
0.383 

0.188 
0.293 
0.422 
0.574 

0.25 
0.39 
0.56 
0.77 

0.31 
0.49 
0.70 
0.96 

0.38 
0.59 
0.85 
1.15 

0.44 
0.68 
0.98 
1.34 

0.50 
0.78 
1.12 
1.53 

0.56 
0.88 
1.27 
1.72 

0.62 
0.98 
1.41 
1.91 

0.75 
1.17 
1.69 
2.30 

0.88 
1.37 
1.97 
2.68 

1.00 
1.56 
2.25 
3.06 

1.121    1.25 
1.761    1.95 
2.53}    2.81 
3.45     3.83 

0.250 
0.316 
0.391 
0.473 

0.500 
0.633 
0.781 
0.945 

0.750 
0.949 
1.172 

1.418 

1.00 
1.27 
1.56 
1.89 

1.25 
1.58 
1.95 
2.36 

1.50 
1.90 
2.34 
2.84 

1.75 
2.22 
2.73 
3.31 

2.00 
2.53 
3.12 

3.78 

2.25 
2.85 
3.52 
4.25 

2.50 
3.16 
3.91 
4.73 

3.00 
3.80 
4.69 
5.67 

3.50 
4.43 
5.47 
6.62 

4.00 
5.06 
6.25 
7.56 

4.50 
5.70 
7.03 
8.51 

5.00 
6.33 

7.81 
9.45 

1 

0.562 
0.660 
0.766 
0.879 

1.125 
1.320 
1.531 
1.758 

1.688 
1.981 
2.297 
2.637 

2.25 
2.64 
3.06 
3.52 

2.81 
3.30 
3.83 
4.40 

3.38 
3.96 
4.59 
5.27 

3.94 
4.62 
5.36 
6.15 

4.50 
5.28 
6.12 
7.03 

6.06 
5.94 
6.89 
7.91 

5.62 
6.60 
7.66 
8.79 

6.75 
7.92 
9.19 
10.55 

7.87 
9.24 
10.72 
12.30 

9.00 
10.56 
12.25 
14.06 

10.12 
11.88 
13.78 
15.82 

11.25 
13.20 
15.31 
17.58 

1 

3 

1.000 
1.129 
1.266 
1.410 

2.000 
2.258 
2.531 
2.821 

3.000 
3.387 
3.797 
4.232 

4.00 
4.52 
5.06 
5.64 

5.00 
5.64 
6.33 
7.05 

6.00 
6.77 
7.59 
8.46 

7.00 
7.90 
8.86 
9.87 

8.00 
9.03 
10.13 
11.28 

9.00 
10.16 
11.39 
12.69 

10.00 
11.29 
12.66 
14.10 

12.00 
13.55 
15.19 
16.92 

14.00 
15.80 
17.72 
19.75 

16.00 
18.06 
20.25 
22.57 

18.00 
20.32 
22.78 
25.39 

20.00 
22.58 
25.31 
28.21 

1.562 
1.723 
1.891 
2.066 

3.125 
3.445 
3.781 
4.133 

4.688 
5.168 
5.672 
6.200 

6.25 
6.89 
7.56 
8.27 

7.81 
8.61 
9.45 
10.33 

9.38 
10.34 
11.34 
12.40 

10.94 
12.06 
13.23 
14.46 

12.50 
13.78 
15.12 
16.53 

14.06 
15.50 
17.02 
18.60 

15.63 

17.23 
18.91 
20.67 

18.75 
20.67 
22.69 
24.80 

21.88 
24.12 
26.47 
28.93 

25.00 
27.56 
30.25 
33.06 

28.13 
31.01 
34.03 
37.20 

31.25 
34.45 
37.81 
41.33 

* 

3 

2.250 
2.441 
2.641 
2.848 

4.500 
4.883 
5.281 
5.695 

6.750 
7.324 
7.922 
8.543 

9.00 
9.77 
10.56 
11.39 

11.25 
12.21 
13.20 
14.24 

13.50 
14.65 
15.84 
17.08 

15.75 
17.09 
18.48 
19.93 

18.00 
19.53 
21.13 
22.78 

20.25 
21.97 
23.77 
25.63 

22.50 
24.42 
26.40 
28.48 

27.00 
29.30 
31.69 
34.17 

31.50 
34.18 
36.97 
39.87 

36.00 
39.06 
42.25 
45.56 

40.50 
43.95 
47.53 
51.26 

45.00 
48.83 
52.81 
56.95 

* 

3 

3.062 
3.285 
3.516 
3.754 

6.125 
6.571 
7.032 
7.508 

9.188 
9.856 
10.548 
11.260 

1225 
13.14 
14.06 
15.01 

15.31 
16.43 
17.58 
18.77 

18.38 
19.71 
21.09 
22.52 

21.44 
23.00 
24.61 
26.28 

24.50 
26.28 
28.12 
30.03 

27.56 
29.57 
31.64 
33.78 

30.63 
32.85 
35.16 
37.54 

36.75 
39.43 
42.19 
45.05 

42.88 
46.00 
49.22 
52.56 

49.00 
52.57 
56.25 
60.06 

55.12 
59.14 
63.28 
67.56 

61.24 
65.71 
70.31 
75.08 

2 

4.000 
4.516 
5.062 
5.641 

8.000 
.9.031 
10.126 
11.280 

12.000 
13.549 
15.190 
16.925 

16.00 
18.06 
20.25 
22.56 

20.00 
22.58 
25.32 
28.21 

24.00 
27.09 
30.38 
33.85 

28.00 
31.61 
35.44 
39.49 

32.00 
36.12 
40.50 
45.13 

36.00 
40.64 
45.57 
50.77 

40.00 
45.16 
50.62 
56.41 

48.00 
54.19 
60.76 
67.69 

56.00 
63.22 
70.88 
78.97 

64.00 
72.25 
81.01 
90.25 

72.00 
81.28 
91.14 

80.00 
90.31 

*  1 

6.25o!l2.50018.750 
6.891|13.78020.670 
7.56215.125  22.690 
8.26^16.53024.800 

25.00 
27.56 
30.25 
33.06 

31.25 
34.46 
37.82 
41.33 

37.50 
41.35 
45.38 
49.59 

43.75 
48.24 
52.94 
57.86 

50.00 
55.12 
60.50 
66.12 

56.25 
62.02 
68.06 
74.39 

62.50 
68.91 
75.63 
82.65 

75.00 
82.70 
90.75 
99.18 

87.50 
96.48 

3 

9.000 

18.000 

27.000 

36.00 

45.00 

54.00 

63.00 

72.00 

81.00 

90.00 

Digitiz 
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TABLE  81]  ALTERNATIVE  SELECTIONS  OF  ROUND 
BARS  FOR  REINFORCED  BEAMS 
AND  COLUMNS    (See  p.  534) 

See  Table  123,  p.  600 


[STEEL 


53s 

Single  Bars 

Two  Bars 

Three  Round  Bars 

Four  Round  Bars 

Diam- 
eter 
Inches 

Actual 
Area 
square 
Inches 

Diam- 
eter 
inches 

Actual 
Abba 
square 
inches 

Diameters 
Inches 

Actual 
Area 
square 
lnohes 

Diameters 
inches 

Actual 
Area 

square 
inches 

(1) 

'     (2) 

(3) 

(4) 

(5) 

(6) 

(7) 

(8) 

(9) 

0.10 
0.15 

one  f 
one  A 

0.11 
0.15 

twoj 
two  A 

0.10 
0.15 

two  J  and  one  i 

three  i 

0.11 
0.15 

four  A 

0.11 

0.20 
0.25 
0.30 
0.35 

one  J 
one  A 
one! 
one  ft 

0.20 
0.25 
0.31 
0.37 

two  f 
two  A 

0.22 
0.30 

three  A 

two  I  and  one  J 

two  f  and  one  A 

three! 

0.23 
0.27 
0.30 
0.33 

four} 
four  A 

0.20 
0.31 

0.40 
0.45 
0.50 
0.55 

one* 
ODe  tl 

0.44 
0.52 

twoi 
two  A 

0.39 
0.50 

two  A  and  one  f 
three  A 
two  J  and  one  f 
two  t  and  one  A 

0.41 
0.45 
0.50 
0.54 

four} 

0.44 

0.60 
0.65 
0.70 
0.75 

one} 
oneH 

0.60 
0.69 

twof 
twoH 

0.61 
0.74 

tWei 

two  A  and  one  A 
two  |  and  one  f 
three  A 

0.59 
0.65 
0.70 
0.75 

four  A 

0.60 

0.80 
0.85 
0.90 
0.05 

one  1 
one  lib 

0.79 
0.89 

two! 

0.88 

two  I  and  one  J 
two  4  and  one  A 
three  | 
two  H  and  one  i 

0.81 
0.86 
0.92 
0.94 

fourf 

0.78 

1.00 
1.05 
1.10 
1.15 

one  1§ 
one  1A 

0.99 
1.11 

twoti 

1.04 

two  tt  and  one  A 
two  1  and  one  f 
three  fi 
two  }  and  one  A 

0.99 
1  06 
1.11 
1.13 

four  A 

two  |  and  two  } 

three  f  and  one  } 

0.99 
1.01 
1.12 

1.20 
1.25 
1.30 
1.35 

onelj 
onelA 

1.23 
1.35 

two  -j 

1.20 

two  I  and  one  f 

two  4  and  one  H 

three} 

two  ri  and  one  f 

1.19 
1.26 
1.32 
1.34 

four  f 

two  1  and  two  \ 

1.23 
1.28 

1.40 
1.45 
1.50 
1.55 

one  If 

1.48 

twoH 
twol 

1.38 
1.57 

two  I  and  one  t 
two  *  and  one  A 
two  1  and  one  f 

three  tt 

1.40 
1.45 
1.51 
1.56 

two  H  and  two  \    \ 

fourH 

two  tf  and  two  A 

1.43 
1.48 
1.53 

1.60 
1.65 
1.70 
1.75 

one  1A 
one  H 

1.62 
1.77 

twoltV 

1.77 

two  }  and  one  H 
two  |  and  one  j 
two  tt  arid  one  f 
two  f  and  one  tt 

1.57 
1.64 
1.69 
1.72 

two  J  and  two  \ 
thiee  i  and  one  f 
two  J  and  two  A 
four  | 

1.60 
1.63 
1.70 
1.77 

1.80 
1.85 
1.90 
1.95 

one  1ft 

1.92 

three} 

two  1  and  one  f 
two  tt  and  one  tt 
two  1  and  one  H 

1.80 
1.88 
1.90 
1.94 

three  }  and  one  tt 
two  tt  and  two  A 
two  44  and  two  | 
two  1  and  two  } 

1.84 

1.88 
1.92 
1.96 

2.00 
2.05 
2.10 
2.15 

one  If 

2.07 

twolj 

1.99 

two  1  and  one  } 
three  H 

two  1  and  one  H 
two  1  and  one  | 

2.01 
2.07 
2.09 
2.17 

two  tt  and  two  | 
four  if 

two  1  and  two  | 
two  tt  and  two  tt 

1.99 
2.07 
2.09 
2.12 

2.20 
2.25 
2.30 
2.35 

onelH 

2.24 

twolA 

2.22 

two  1 A  and  one  f 
two  1  and  one  H 
two  A  and  one  ft 
three  1 

2.22 
2.26 
2.29 
2.36 

two  1  and  two  f 
two  tt  and  two  # 
two  1  and  two  tt 
two  1 A  and  two  f 

2.18 
2.26 
2.31 
2.39 

2.40 
2.45 
2.50 

one  1} 

one  HI 

2.41 
2.58 

two  1} 
twolj 

2.45 
2.45 

two  1 A  and  one  1 
two  1A  and  oneH 
two  1}  and  one  fi 

2.37 
2.46 
2.51 

fourf 

two  1  and  two  } 

three  f  and  one  tt 

£49 
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TABLE  81]        ALTERNATIVE    SELECTIONS    OF  [STEEL 

ROUND  BARS— Continued 

Rule — Having  found  area  of  cross  section  of  steel  in  beam  or  column,  select 
from  table  the  number  and  sizes  of  bars  to  suit  conditions.  If  steel  area  ex- 
ceeds limit  of  column  (1)  divide  area  by  two  and  double  number  of  bars. 


§1 

Five  Round  Bars 

Six  Round  Bars 

Soot 
< 

Diameters 

Actual 
Area 

Diameters 

Actual 
Area 

Inches 

square  Inches 

inches 

square  Inches 

(1) 

(10) 

(11) 

(12) 

(13) 

0.10 
0.15 

five  A 

0.14 

0.20 
0.25 
0.30 
0.35 

five} 

0.25 

six  I 

0.29 

0.40 
0.45 
0.50 
0.55 

five  A 
fivef 

0.38 
0.55 

six  A 

0.46 

0.60 
0.65 
0.70 
0.75 

five  A 

0.75 

six| 

0.66 

0.80 
0.85 
0.90 
0.95 

six  A 

0.90 

1.00 
1.05 
1.10 
1.15 

five* 

0.98 

six* 

1.18 

1.20 
1.25 
1.30 
1.35 

three  £  and  two  f 
five  A 

three  f  and  two  J 
three  A  and  two  f 

1.20 
1.24 
1.31 
1.36 

three  f  and  three  | 
five  J  and  one  f 

1.25 
1.29 

1.40 
1.45 
1.50 
1.55 

four  J  and  one  | 
three  £  and  two  J 
three  ft  and  two  $ 
five  | 

1.39 
1.47 
1.51 
1.53 

four  J  and  two  f 
five  A  and  one  £ 
three  f  and  three  J 
four  J  and  two  ft 

1.40 
1.44 
1.51 
1.53 

1.60 
1.65 
1.70 
1.75 

three  A  and  two  J 
four  |  and  one  } 
three  }  and  two  J 
three  A  and  two  ft 

1.63 
1.67 
1.72 
1.78 

four  A  and  two  f 
four  4  and  two  J 
four  f  and  two  rV 
five  f  and  one  J 

1.61 
1.67 
1.72 
1.73 

1.80 
1.85 
1.90 
1.95 

three  f  and  two  J 
four  |  and  one  } 
four  H  and  one  J 
three  |  and  two  { 

1.80 
1.83 
1.93 
1.94 

five  f  and  one  A 

six*. 

three  1  and  three  J 

five  |  and  one  | 

1.78 
1.84 
1.91 
1.98 

2.00 
2.05 
2.10 
2.15 

four  |  and  one  J 
three  }  and  two  H 
four  }  and  one  f 
three  H  and  two  tf 

1.96 
2.07 
2.07 
2.15 

three  ft  and  three  } 

four  |  and  two  J 
four  I  and  two  § 

2.07 

2.11 
2.16 

2.20 
2.25 
2.30 
2.35 

five  | 

four  |  and  one  H 
three  ft  and  two  } 
four  J  and  one  f 

2.21 
2.29 
2.32 
2.37 

six  ft 

three  f  and  three  } 
five  H  and  one  } 
four  tt  and  two  } 

2.23 
2.25 
2.30 
2.37 

2.50 

i 

three  1  and  two  f 
three  ti  and  two  J 
three  j  and  two  i 

2.42 
2.44 
2.53 

three  {  and  three  \ 

four  f  and  two  f 

five  }  and  one  t)igjtized  by  V^jC 

2.39 
2  43 
2!52 
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TABLE  81]  ALTERNATIVE  SELECTIONS  OF  ROUND 
BARS  FOR  REINFORCED  BEAMS 
AND  COLUMNS— Continued 


[STEEL 


0  H 

Single  Bars 

Two  Bars 

Three  Round  Bars 

Four  Round  Bars 

n  a  a 

Diam- 
eter 
inches 

Actual 
Area 
sq.  In. 

Diam- 
eter 
Inches 

Actual 
Area 
sq.  in. 

Diameters 
inches 

Actual 
Area 
sq.  in. 

Diameters 
inches 

Actual 
Area 
sq.  in. 

(1) 

(2) 

(3) 

(4) 

(5) 

(6) 

(7) 

(8) 

(9) 

2.55 
2.60 
2.65 
2.70 

one  1H 

2.58 

twolA 

2.71 

two  lfV  and  one  1 
two  11  and  one  J 
three  ItV 
two  1 A  and  one  11 

2.56 
2.59 
2.66 
2.73 

two  H  and  two  J 
two  ft  and  two  1 
two  |  and  two  1]V 

2  58 
2.61 
2.66 

2.75 

2.80 
2.85 
2.90 

ODelf 

2.76 

two  \\  and  one  1 
two  lfV  and  one  J 
two  1  j  and  one  1 A 
two  1$  and   one  $ 

2.77 
2.82 
2.88 
2.90 

four  ft 

two  ItV  and  two  ft 
two  If  and  two  | 
three  1  and  one  ft 

2.76 
2  81 
2.87 

2.87 

2.95 
3.00 
3.10 
3.20 

one  1H 
one  2 

2.95 
3.14 

twoli 
twolrV 

2.97 
3.25 

three  1J 

two  1 A  and  one  ltV 
two  if  and  one  11 

2.98 

3.10 
3.22 

three  1  and  one  f 
two  1 1  and  two  f 
four  1 
two  11  and  two  J 

2.96 
3  07 
3.14 
3.19 

3.30 
3.40 
3.50 
3.60 

one2rV 
one  21 

3.34 
3.55 

two  11 

3.53 

two  1}  and  one  1 
two  1J  and  one  11 
two  11  and  one  IrV 
three  11 

3.24 
3.45 
3.56 
3.68 

two  11  and  two  J 
two  lfV  and  two  | 
four  1  rV 
two  11  and  two  f 

3.34 
3  42 
3  55 
3.66 

3.70 
3.80 
3.90 
4.00 

one  2rV 
one  21 

3.76 
3.98 

two  1*V 

3.84 

two  If  and  one  1 
two  If  and  one  IrV 

two  If  and  one  11 

3.76 
3.86 

3.96 

two  11  and  two  ItV 
two  lfV  and  two  1 
four  11 
two  11  and  two  1 

3.76 
3.79 
3.98 
4.02 

4.1 
42 
4.3 
4.4 

one2tV 
one2| 

4.20 
4.43 

two  If 

4.15 

three  ItV 

two  11  and  one  11 
two  if  and  one  IrV 
three  If 

4.06 
4.22 
4.32 
4.46 

three  1  and  one  11 
three  11  and  one  11 
three  11  and  one  1  rV 
four  ItV 

4  12 
4.21 
4  34 
4  43 

4.5 
4.6 

4.7 
4.8 

one2rV 

4.67 

twolH 

two  1} 

4.47 
4.81 

two  lfV  and  one  11 
two  If  and  one  ItV 
two  if  and  one  if 
two  if  and  one  11 

4.48 
4.59 
4.73 
4.76 

two  If  and  two  1 
three  \\  and  one  lrV 
three  11  and  one  11 
three  11  and  one  lrV 

4.54 
4  57 

4.68 
4.78 

4.9 
5.0 
5.1 
5.2 

one  21 
one  2  A 

4.91 
5.16 

twolH 

5.16 

three  lrV 
two  11  and  one  If 
two  If  and  one  11 
two  11  and  one  IrV 

4.88 
5.01 
5.14 
5.16 

four  11 

two  11  and  two  If 
three  11  and  one  If 
three  If  and  one  1 

4.91 
4.96 
5  17 
5.24 

5.3 
5.4 
5.5 
5.6 

one2f 

5.41 

twolf 

5.52 

three  11 

two  1}  and  one  1 
two  l|  and  one  ItV 
two  If  and  one  If 

5.30 
5.41 
5.45 
5.63 

three  ItV  and  one  1 1 
two  If  and  two  11 
three  11  and  one  11 
three  If  and  one  IrV 

5.29 
5  42 
5  45 
5.56 

5.7 
5.8 
5.9 
6.0 

one2H 
one  2} 

5.67 
5.94 

two  Iff 

5.90 

three  IrV 

two  If  and  one  11 
two  lA  and  one  If 
two  if  and  one  11 

5.75 
5.80 
5.91 
6.04 

three  If  and  one  If 
three  IrV  *nd  one  11 
four  If 
three  If  and  IrV 

5.68 
5  83 
5.94 
6.08 

6.2 
6.4 
6.6 
6.8 

one2H 
one2| 

one2rJ 

6.21 
6.49 

6.78 

two  2 
two2rV 

6.28 
6.68 

three  If 

two  If  and  one  1H 

two  lfi  and  one  If 

6.22 
6.38 
6.55 

three  If  and  one  11 
three  IrV  and  one  If 
three  1 A  and  one  l\ 
three  if  and  one  If 

6.22 
6.35 
6.64 
6.79 

7.0 
7.2 
7.4 
7.6 

one  3 

one  3  A 
one  31 

7.07 

7.37 
7.67 

two  21 
two2rV 

7.09 
7.52 

two  1}  and  one  1H 
three  If 

two  1}  and  one  1H 
two  If  and  one  1| 

7.05 
7.21 
7.39 
7.57 

four  11 

three  li  and  one  11 
three  11  and  one  If 
two  If  and  two  11 

7.07 
7.21 
7.37 
7.67 

7.8 
8.0 

one3^ 

7.98 

two  21 

7.95 

three  1H 

two  1}  and  one  2 

7.74 
7.95 

three  IrV  and  one  If 
three  If  and  one  If 

7.82 
7.99 
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table  81]  ALTERNATIVE  SELECTIONS  OF  ROUND      [STEEL 
BARS— Continued 


J 

Five  Round  Bars 

Six  Round  Bars 

Eight  Round  Bars 

yam 

Diameters 
inches 

Actual 
1  Area 
i  sq.  In. 

;    2.53 

!    2.59 

2.69 

Diameters 
Inches 

Actuai 
Area 
sq.  in. 

Diameters 
Inches 

(14) 

Actual 
Area 
sq.  in. 

(l) 

(10) 

three  f  and  two  f 

five  if 

three  J  and  two  f 

(12) 
four  f  and  two  if 

six  } 

three  J  and  three  f 

(13) 

(15) 

2.55 
2.60 
2.65 
2.70 

2.51 

2.65 
2.72 

2.75 
2.80 
2.85 
2.90 

three  H  and  two  J 

four  |  and  one  f 
three  i  and  two  1 

2.76 

2.85 
2.60 

four  f  and  two  1 
five  i  and  one  J 
three  J  and  three  H 

2.80 
2.81 
2.92 

2.95 
3.00 
3.10 
3.20 

three  H  and  two  ft 
five  J 

three  H  and  two  H 
four  }  and  one  1 

2.94 
3.01 
3.11 
3.20 

four  $  and  two  J 
four  |  and  two  f 
sIxH 

2.97 
3.02 
3.11 

3.30 
3.40 
3.50 
3.60 

three  H  and  two  J 
three  {  and  two  1 
three  H  and  two  If 
four  I  and  one  1} 

3.27 
3.38 
3.54 
3.64 

four  f  and  two  } 
five  i  and  one  J 
three  1  and  three  H 
six  f 

3.29 
3.45 
3.47 
3.61 

3.70 
3.80 
3.90 
4.00 

three  H  and  two  1  ft 
three  j  and  two  If 
five  1 
three  If  and  two  H 

3.74 
3.79 
3.93 
4.02 

five  f  and  one  If 
five  |  and  one  1 
three  J  and  three  H 
four  J  and  two  1 

3.70 
3.80 
3.88 
3.98 

4.1 
4.2 
4.3 
4.4 

three  1  and  two  1^ 
three  If  and  two  f 
three  J  and  two  If 
five  1ft 

4.13 
4.18 
4.26 
4.43 

sixH 

five  }  and  one  11 
four  1  and  two  f 
three  H  and  three  1 

4.14 
4.24 
4.34 
4.43 

eight  H 

four  f  and  four  } 
five  I  and  three  } 
five  H  and  three  J 

4. 14 

4.1G 
4.33 
4.39 

4.5 
4.6 
4.7 

4.8 

four  If  and  one  J 
four  1  and  one  1 1 
four  If  and  one  1 
three  |  and  two  If 

4.57 
4.62 
4.76 
4.77 

five  1  and  one  J 
five  1  and  one  If 
six  1 
three  1J  and  three  f 

4.53 
4.62 
4.71 
4.78 

six  J  and  two  f 
ssven  }  and  one  f 
seven  |  and  ono  H 
eight} 

4.49 
4.65 
4.73 
4.83 

t.9 
5.0 
5  1 
5.2 

four  If  and  one  1ft 
five  If 

four  If  and  one  1ft 
four  If  and  one  If 

4.86 
4.97 
5.08 
5.20 

five  1  and  one  1J 
three  1  and  three  1ft 
five  1  and  one  11 
five  1ft  and  one  1 

4.92 
5.01 
5.15 
5.22 

four  1  and  four  f 
seven  J  and  one  1 
six  }  and  two  1 
five  1  and  three  f 

4.90 
4.99 
5.17 
5.25 

>3 

>.4 
i  5 
i.6 

three  1ft  and  two  If 
three  1  \  and  two  1} 
five  1ft 
four  1J  and  one  H 

5.31 
5.44 
5.54 
5.60 

six  1ft 

five  1ft  and  one  1J 
two  1  and  four  If 
four  1  and  two  1 1 

5.32 
5.43 
5.55 
5.60 

seven  f  and  one  1ft 
five  }  and  three  1 
four  1  and  four  } 
six  1  and  two  f 

5.31 
5.36 
5.54 
5.59 

!.'8 
9 
.0 

four  1J  and  one  1 
four  11  and  one  1^ 
four  l\  and  one  If 
three  If  and  two  1 

5.70 
5.79 
5.90 
6.02 

four  If  and  two  1ft 
five  If  and  one  1 

six  11 

5.75 
5.76 

5.96 

five  1  and  three  J 
seven  1  and  one  H 
six  1  and  two  } 
seven  1  and  one  J 

5.73 
5.87 
5.91 
6.09 

2 
.4 
6 

.8 

four  11  and  one  1ft 
three  If  and  two  If 
three  11  and  two  If 
five  1ft 

6.26 
6.44 
6.65 
6.77 

four  If  and  two  1ft 
four  If  and  two  11 
six  1ft 
five  1ft  and  one  11 

6.19 
6.43 
6.64 
6.76 

eight  1 

seven  1  and  one  If 
six  1  and  two  1 1 
six  1ft  and  two  1 

6.28 
6.48 
6.70 
6.89 

.0 
.2 
.4 
.6 

three  1ft  and  two  If 
three  11  and  two  If 
five  If 
three  If  and  two  11 

7.03 
7.22 
7.42 

7.76 

three  11  and  three  1ft 
five  11  and  one  1ft 
six  11 
five  11  and  one  if 

7.00 
7.24 
7.36 
7.62 

eight  1ft 

seven  1ft  and  one  1J 
five  1ft  and  three  1J 
five  If  and  three  1  ft 

7.08 
7.20 
7.41 
7.62 

.8 
.0 

threo  1ft  and  two  1? 
three  1|  and  two  \\ 

7.83 

7.98 

four  1ft  and  two  11 
three  11  and  three  1ft 

7.86 
7.93 

seven  11  and  one  1ft 

7.85 

795 
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TABLE  82 J  ALTERNATIVE  SELECTIONS  OF  SQUARE    [STEEL 
BARS   FOR   REINFORCED    BEAMS 
.     AND  COLUMNS    (See  p.  534) 

See  Table  124,  V-  602 


0* 

MS 

»  53  on 

Single  Bars 

Two  Bars 

Three  Square  Bars 

Four  Square:  Babs 

Size 
in. 

Actual 
Area 
sq.  in. 

Size 
in. 

Actual 
Area 
sq.  in. 

Sizes 
inches 

Actual 
Area 
sq.  in. 

Sizes 
inches 

Actual 
Area 
sq.  in. 

(1) 

(2) 

(3) 

(4) 

(5) 

(6) 

(7) 

(8) 

(9) 

0.10 
0.15 

one  A 
onef 

0.10 
0.14 

two  J 

0.13 

three  A 

two  i  and  one  tV 

0.11 
0.16 

four  A 

0.14 

0.20 
0.25 
0.30 
0.35 

one  A 
one* 
one  A 

0.19 
0.25 
0.32 

two  A 
two  f 

0.20 
0.28 

three  i 

two  A  and  one  J 

three  A 

two  |  and  one  J 

0.19 
0.26 
0.29 
0.34 

four  \ 

0.25 

0.40 
0.45 
0.50 
0.55 

one  f 

one  ft 

one  } 

0.39 
0.47 

0.56 

two  A 
two  J 

0.38 
0.50 

three  f 

two  A  and  one  i 
two  A  and  one  f 
three  A 

0.42 
0.44 
0.52 
0.57 

four  A 
four  t 

0.39 
0.56 

0.60 
0.65 
0.70 
0.75 

one  ft 
one  } 

0.66 
0.77 

two  A 

0.63 

two  4  and  one  A 
two  #  and  one  f 
two  i  and  one  A 
three  i 

0.60 
0.64 
0.69 
0.75 

four  A 

0.77 

0.80 
0.85 
0.90 
0.95 

one  ft 

0.88 

twof 
twoH 

0.78 
0.95 

two  J  and  one  A 
two  tV  and  one  \ 
two  |  and  one  | 
three  A 

0.82 
0.88 
0.92 
0.95 

1.00 
1.05 
1.10 
1.15 

one  1 
one  1 A 

1.00 
1.13 

two| 

1.13 

two  #  and  one  4 
two  4  and  one  \ 
two  I  and  one  & 
threef 

1.03 
1.03 
1.10 
1.17 

four  J 

1.00 

1.20 
1.25 
1.30 
1.35 

one  1J 

1.27 

two  ft 

1.32 

two  ft  and  one  J 
two  ft  and  one  A 
two  ft  and  one  1 
two  |  and  one  \ 

1.20 
1.26 
1.34 
1.38 

four  tV 

two  f  and  two  \ 

two  H  and  two  A 

1.27 
1.28 
1.33 

1.40 
1.45 
1.50 
1.55 

one  1A 
one  1J 

1.41 
1.56 

twoi 

1.53 

three  ft 

two  |  and  one  A 
two  1  and  one  f 
two  ft  and  one  \ 

1.42 
1.44 
1.52 
1.57 

three  f  and  one  \ 
two  H  and  two  \ 
two  f  and  two  A 
four  f  , 

1.42 
1.44 
1.51 
1.56 

1.60 
1.65 
1.70 
1.75 

one  1A 

1.72 

two  ft 

1.76 

two  f  and  one  ft 

two  ft  and  two  A 

threef 

two  f  and  one  J 

1.60 
1.64 
1.69 
1.78 

two  f  and  two  \ 
three  \  and  one  H 
two  H  and  two  A 
two  f  and  two  A 

1.82 
1.64 
1.70 
1.76 

1.80 
1.85 
1.90 
1.95 

one  1} 

1.89 

two  i  and  one  J 
two  1  and  one  A 
two  I  and  one  f 

three  H 

1.78 
1.85 
1.92 
1.98 

three  H  and  one  f 

two  tf  and  two  \ 

fourH 

two  H  and  two  ^ 

1.81 
1.82 
1.89 
1.95 

2.00 
2.05 
2.10 
2.15 

onelA 

2.07 

twol 

2.00 

three  if 

two  H  and  one  A 
two  |  and  One  f 
two  rl  and  one  f 

1.98 
2.07 
2.09 
2.15 

two  i  and  two  \ 
three  \  and  one  f 
two  H  and  two  I 
three  \  and  one  ft 

203 
208 
2.10 
2  16 

2.20 
2.25 
2.30 
2.35 

one  1J 

2.25 

twolA 

2.26 

two  {and  one  tl 
two  H  and  one  H 
three  \ 
two  H  and  one  \ 

2.19 
2.23 
2.30 
2.31 

three  ft  and  one  \ 
four  | 

two  \  and  two  | 
three  \  and  one  ft 

2.18 
2.25 
2.31 

2.35 

2.40 
2.45 
2.50 

one  IrV 

2.44 

• 

two  1  and  one  \ 
two  1  and  one  H 
two  H  and  one  } 

2.39 
2.47 
2.52 

two  A  and  two  ft 
three  }  and  one  \ 
two  ft  and  two  J 

2.39 
2.45 
2.48 
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TABLE  82]       ALTERNATIVE   SELECTIONS   OF  [STEEL 

SQUARE  BARS— Continued 

Rule — Having  found  area  of  cross  section  of  steel  in  beam  or  column,  select 
from  table  the  number  and  sizes  of  bars  to  suit  conditions.  If  steel  area  ex- 
ceeds limit  of  column  (1)  divide  area  by  two  and  double  number  of  bars. 


Five  Squabb  Bars 


Sizbs 
inches 


(10) 


Actual 
Abba 

square  Inches 


(H) 


Six  Square  Bars 


Sizes 
Inches 


(12) 


Actual 
Arba 

square  inches 


(13) 


five  A 


five  J 


five  A 


fivef 


five  A 


three  I  and  two  | 

five* 

three  A  add  two  A 

three  §  and  two  A 

four  \  and  one  f 
three  f  and  two  | 
four  A  and  one  $ 
three  \  and  two  f 

five* 

three  f  and  two  \ 
four  f  and  one  f 
three  A  and  two  f 

four  |  and  one  J 
three  J  and  two  f 
three  H  and  two  \ 
five  f 

three  f  and  two  f 
three  fi  and  two  A 
four  |  and  one  f 
three  }  and  two  \ 

three  H  and  two  f 
three  J  and  two  I 
three  J  and  two  f 
four  I  and  one  { 


three  f  and  two  { 
four  J  and  one  J 


0.18 


0.31 


0.40 


0.70 


0.96 


1.20 
1.25 
1.33 
1.38 

1.39 
1  45 
1.52 
1.53 

1.58 
1.67 
1.70 
1.73 

1.81 
1.88 
1.92 
1.95 

1.97 
2.05 
2.12 
2.19 

2.20 
2.28 
2.30 
2.33 


2.47 
2.50 


oixA 
six} 

six  A 

Blxf 

six  A 


four  iV  and  two  J 
four  J  and  two  f 
four  j  and  two  | 

five  i  and  one  I 

five  J  and  one  A 

six* 

four  A  and  two  f 

three  f  and  three  f 
five  J  and  one  g 
four  t^  and  two  tt 
four  J  and  two  t 

five  J  and  one  | 

six  A 

three  f  and  three  J 

five  J  and  one  J 
four  |  and  two  J 
three  A  and  three  f 
four  J  and  two  f 

five  I  and  one  J 
five  I  and  one  A 

sixf 

five  f  and  one  H 
three  $  and  three  I 
five  |  and  one  f 


0.21 
0.38 


0.59 


0.84 


1.15 


1.27 
1.28 
1.34 

1.39 
1.44 
1.50 
1.55 

1.59 
1.64 
1.71 
1.78 

1.81 


90 


2.02 
2.06 
2.12 
2.13 

2.20 
2.27 

2.34 
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TABLE  82]  ALTERNATIVE  SELECTIONS  OF  SQUARE 
BARS  FOR  REINFORCED  BEAMS 
AND  COLUMNS— Continued 


[STEEL 


0  w 

Single  Bars 

Two  Bars 

Three  Square  Bars 

Four  Square  B 

AR3 

K  **  a 
cr  -«j  6- 

H  H  «» 

Size 
Inches 

Actual 
Area 

square 
inches 

Size 
Inches 

Actual 
Area 

square 
Inches 

Sizes 
Inches 

Actual 
Area 

square 
inches 

Sizes 
inches 

Actual 
Area 

square 
Inches 

(1) 

(2) 

(3) 

(4)     i      (5) 

(6) 

(7) 

(8) 

(9) 

2.55 
2.60 
2.65 
2.70 

one  If 

2.64 

twoli 

2.53 

two  1  and  one  | 
three  H 

two  1  and  one  ft 

2.56 
2.64 

2.66 

two  ft  and  two  f 
two  1  and  two  A 
four  ft 
two  ft  and  two  ft 

2.54 
2.63 
2.64 
2.70 

2.75 
2.80 
2.85 
2.90 

one  1ft 

2.85 

twolA 

2.82 

two  1  and  one  \ 
two  ltV»  and  one  } 
two  1  and  one  ft 
two  1A  and  one  ft 

2.77 
2.82 
2.88 
2.92 

two  1  and  two  | 

two  I  and  two  ft 
two  ft  and  two  \ 

2.78 

2.85 
3»88 

2.95 
3.00 
3.10 
3.20 

one  If 

3.06 

twolj 

2.13 

two  1J  and  one  f 
three  1 

two  i  and  one  11 
two  1J  and  one  ft 

2.92 
3.00 
3.09 
3.19 

two  1  and  two  ft 
four  I 

two  1  and  two  } 
two  ft  and  two  J 

2.94 
3.06 
3  12 
3.29 

3.30 
3.40 
3.50 
3.60 

one  1ft 
one  1J 

3.29 
3.52 

twol& 

3.45 

two  11  and  one  f 
two  l|  and  one  ft 
two  11  and  one  1 
two  If  and  one  1 A 

3.30 
3.41 
3.53 
3.66 

two  1J  and  two  f 

two  1  and  two  J 
two  1J  rvnd  two  f 

3  31 

3  53 
3.66 

3.70 
3.80 
3.90 
4.00 

one  1ft 
one  2 

3.75 
4.00 

two   If 

3.78 

three  1$ 

two  1 A  and  one  1 
two  11  and  one  J 
two  1J  and  one  ft 

3.80 
3.82 
3.90 
4.01 

three  1  and  one  I 
two  1 tV  and  two  J 
two  1}  and  two  f 
four  1 

3.77 
3.79 
3.91 
4.00 

4.1 
4.2 
4.3 
4.4 

one  2  ^ 

4.25 

twol^ 

4.13 

two  lj  and  one  1J 
three  1& 

two  lj  and  one  H 

4.09 
4.23 

4.40 

three  1  and  one  1]V/ 
three  1^»  and  one  1 
three  1  and  one  11 
three  1  and  one  1A 

4.13 
4  16 
4.27 
4.41 

4.5 
4.6 
4.7 
4.8 

one  2\ 
one  2^ 

4.52 
4.79 

two   \\ 

4.50 

two  U  and  one  1A 

three  1J 

two  11  and  one  1 A 

4.54 

4.69 
4.85 

four  1A 

three  if  and  one  } 
two  11  and  two  { 
three  11  and  one  1 

4.52 
4.56 
4  66 
4.80 

4.9 
5.0 
5.1 
5.2 

one  2\ 

5.06 

twolA 

4.88 

two  1J  and  one  If 
three  1& 

5.02 
5.17 

three  1J  and  one  1& 

four  U 

three  1J  and  one  1 A 

4  93 

5.06 
5.21 

5.3 
5.4 
5.5 
5.6 

one2& 
one  2f 

5.35 
5.64 

two  If 

5.28 

two  If  and  one  1J 
two  1|  and  one  1A 

5.34 
5.50 

three  11  and  one  lj 
three  It  and  one  1  & 
four  1& 

5.36 
5.52 
5.64 

5.7 
5.8 
5.9 
6.0 

one  2^ 

5.94 

two  1ft 

5.70 

three  1| 

two  If  and  one  11 

5.67 
6.03 

three  11  and  one  1 
three  11  and  one  lfo 
three  It  and  one  11 
two  11  and  two  i 

5.69 
5.82 
5.95 
6.03 

6.2 
6.4 
6.6 
6.8 

one  2\ 

one  2^ 
one2f 

6.25 

6.57 
6.89 

two  If 
twolH 

6.13 
6.57 

three  1& 

two  1J  amd  one  1| 

three  11 

6.20 
6.39 

6.75 

four  H 

three  11  and  one  1A 
three  1$  and  one  1} 
four  l£ 

6.25 
0.41 
6.58 
6.89 

7.0 
7.2 
7.4 
7.6 

one  2\\ 
one  2} 

7.22 
7.56 

twolj,    7.03 
two  111     7.51 

two  11  and  one  If 

three  1A 

two  If  and  one  1J 

7.14 
7.32 
7.53 

three  11  and  one  11 
three  if  and  one  1$ 
three  If  and  one  1A 
fourli 

6.93 
7.23 
7.39 
7.56 

7.8 
8.0 

ono2H 

7.91 

1 
two  2        8.00 

three  If 

7.92 

three  11  and  one  1 
three  if  amd  one  11 

7.75 
7.92 
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table  82]  ALTERNATIVE  SELECTIONS  OF  SQUARE    [STEEL 

BARS— Continued 


g  w 

Five  Square  Bars 

Six  Square  Bars 

Eight  Square  Barb 

5cq5 

W    W    OQ 

PS* 

Sizes 
Inches 

Actual 
Area 
sq.  In. 

Sizes 
inches 

Actual 
Area 
sq.  in. 

Sizes 
Inches 

Actual 
Area 
sq.ln. 

(1) 

(10) 

(ID 

(12) 

(13) 

(14) 

(15) 

2.55 
2.60 
2.65 
2.70 

three  f  and  two  f 

four  f  and  one  f 
three  f  and  two  f 

2.58 

2.64 
2.70 

four  f  and  two  J 
three  ft  and  three  f 

four  £  and  two  } 

2.53 
2.59 

2.69 

2.75 
2  80 

three  ft  and  two  ft 
five  | 

four  |  and  one  ft 

2.74 
2.81 

2.91 

four  f  and  two  f 

2.75 

2.85 
2.90 

three  f  and  three  f 
four  f  and  two  ft 

2.86 
2.88 

2.95 
3.00 
3.10 
3.20 

three  ft  and  two  ft 
four  f  and  one  } 
three  J  and  two  f 
two  f  and  three  | 

2.93 
3.02 
3.08 
3.22 

five  f  and  one  f 
four  f  and  two  J 
five  f  and  one  f 

3.06 
3.09 
3.20 

3.30 
3.40 
3.50 
3.60 

four  f  and  one  1 
three  f  and  two  | 

four  i  and  one  f 

3.25 
3.42 

3.62 

three  ft  and  three  f 

six} 

three  J  and  three  f 

three  f  and  three  ft 

4.32 
3.38 
3.47 
3.67 

3.70 
3.80 
3.90 
4.00 

three  f  and  two  1 

five  J 

three  Hand  two  If 

3.68 
3.82 
3.95 

four  }  and  two  f 
five  f  and  one  1 
six  ft 
three  f  and  three  f 

3.78 
3.81 
3.96 
3.99 

4.1 
4.2 
4.3 
4.4 

three  1  and  two  } 
four  J  and  one  1ft 
four  1  and  one  If 
five  ft 

4.13 
4.19 
4.32 
4.39 

four  f  and  two  f 
five  f  and  one  1 
five  j  and  one  ft 
five  f  and  one  f 

4.18 
4.22 
4.30 
4.39 

six  f  and  two  f 
five  f  and  three  ff 
seven  f  and  one  | 
seven  f  and  one  ff 

4.15 
4.23 
4.32 
4.41 

4.5 
4  6 

4.7 
4.8 

three  1  and  two  J 
four  f  and  one  ll 
four  1  and  one  ft 
four  1  and  one  1 

4.53 
4.62 
4.66 
4.77 

five  I  and  one  ff 

six} 

five  f  and  one  ft 

four  i  and  two  H 

4.49 
4.60 
4.70 
4.82 

eight  f 

seven  f  and  one  ff 
seven  J  and  one  t 
seven  f  and  one  ff 

4  50 
4.60 
4.70 

4.81 

4.9 
5.0 
5.1 
5.2 

four  1  and  one  ft 

five  1 

four  1  and  one  1ft 

4.88 
5.00 
5.12 

three  f  and  three  ff 
four  f  and  two  1 
four  1  and  two  f 
five  ff  and  one  f 

4.93 
5.06 
5.13 
5.16 

six  t  and  two  J 
seven  f  and  one  l^r 
five  f  and  three  f 
seven  }  and  one  1  f 

4.90 
5  06 
5.11 
5.20 

5.3 
5.4 

5.5 
5.6 

four  1  and  one  1 J 

three  1  and  two  If 
five  1ft 

5.27 

5.53 
5.64 

six  ft 

five  ft  and  one  1 
four  1  and  two  f 
five  1  and  one  f 

5.27 
5.39 
5.53 
5.57 

four  f  and  four  } 
six  f  and  two  1 
five  f  and  three  J 
four  f  and  four  1 

5.31 
5.37 
5.51 
5.56 

5.7 

5.8 
5.9 
6.0 

three  If  and  two  1 
four  If  and  one  1 

5,80 
6.06 

five  1  and  one  ff 
five  1  and  one  | 
five  1  and  one  ft     " 
six  1 

5.66 
5.77 
5.88 
6.00 

six  f  and  two  f 
five  t  and  three  1 
six  f  and  two  1J 
seven  f  and  one  f 

5.71 
5.81 
5.90 
5.93 

6.2 
6.4 
6.6 
6.8 

five  If 

four  If  and  one  If 

6.33 
6.62 

four  If  and  two  f 
three  1  and  three  l^r 
four  1  and  two  If 
six  1& 

6.19 
6.38 
6.53 
6.78 

eight  f 

seven  f  and  one  1 
six  i  and  two  1 
five  f  and  three  1 

6.13 
6.36 
6.59 
6.83 

7.0 
7.2 
7.4 
7.6 

five  1ft 

four  If  and  one  1 

four  If  and  one  1§ 

7.05 
7.25 

7.52 

four  If  and  two  1 
three  If  and  three  1& 
five  If  and  one  1 
six  If 

7.06 
7.18 
7.33 
7.60 

eight  if 

four  1  and  four  £ 
five  ft  and  three  1 
seven  1  and  one  f 

7.02 
7.06 
7.39 
7.56 

7.8 
8.0 

five  If 

7.82 

five  If  and  one  1} 
throo  1}  and  three  1A 

7.88 
8.03 

seven  1  and  one  J 
eight  1 

j    7.77 
8.00 
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TABLE  83]  ALTERNATIVE  SELECTIONS  OF  ROUND 
BARS  FOR  REINFORCED  SLABS 

(See  p.  535) 

See  Table  90,  p.  561 


[STEEL 


_   fa  B 

o  fc3 
5Bd3 

I 

h 
O 

w 

£ 

H 

Q 

i 

inches 

g  Depth  to  Center  of 

gf     Steel 

6  « 

CQ  o 

j» 

sq.  in. 

Spacing  of  Round  Steel  Bars  in  Inches 

Diameter  of  Round  Bars  in  Inches 

i 

A 

I 

A 

t 

A 

* 

A 

i 

tt 

! 

.» 

7 

« 

1 

f    2* 
3 

3* 

If 
2J 
2} 

0.042 
0.054 
0.066 

3.5 
2.7 
2.2 

7.9 
6.1 
5.0 

14.0 
10.9 
8.9 

17.0 
13.9 

- 

4 
5 

4 

0.078 
0.084 
0.096 

4.2 
3.9 
3.4 

7.6 
7.0 
6.1 

11.8 
10.9 
9.6 

17.0 
15.8 
13.8 

18.8 

0.002 

5* 

6 

6* 

4* 

5 

5* 

0.108 
0.120 
0.132 

3.1 
2.8 
2.5 

5.5 
4.9 
4.5 

8.5 
7.7 
7.0 

12.2 
11.0 
10.0 

16.7 
15.0 
13.6 

21.9 
19.6 
17.9 

22.6 

7 

? 

6 
6* 

7 

0.144 
0.156 
0.168 

2.3 
2.1 

4.1 
3.8 
3.5 

6.4 
5.9 
6.5 

9.2 
8.5 
7.9 

12.5 
11.5 
10.7 

16.4 
15.1 
14.0 

20.7 
19.1 
17.7 

23.6 
21.9 

9 

8 
9 

0.192 
0.216 

3.1 
2.7 

4.8 
4.3 

6.9 
6.1 

9.4 
8.3 

12.3 
10.9 

15.5 
13.8 

19.2 
17.0 

23.2 
20.6 

27.6 
24.5 

32.4 
28.8 

r  2i 

3 
3J 

3 

0.084 
0.108 
0.132 

1.8 
1.4 

3.9 
3.1 
2.5 

7.0 
5.5 
4.5 

10.9 
8.5 
7.0 

12.3 
10.0 

16.7 
13.7 

17.8 

4 
4* 
5 

3 

4 

0.156 
0.168 
0.192 

2.1 

3.8 
3.5 
3.1 

5.9 
5.5 
4.8 

8.5 
7.9 
6.9 

11.6 
10.7 
9.4 

15.0 
14.0 
12.3 

17.7 
15.5 

19.2 

0.004 

H 

6 
6* 

7 
7* 

8 

4* 

5 

5* 

6 
6| 

7 

0.216 
0.240 
0.264 

0.288 
0.312 
0.336 

4.3 
3.8 
3.5 

3.2 
2.9 

6.1 
5.5 
5.0 

4.6 
4.2 
3.9 

8.3 
7.5 
6.8 

6.3 
5.8 
5.4 

10.9 
9.8 
8.9 

8.2 
7.6 
7.0 

13.8 
12.4 
11.3 

10.3 
9.6 
8.9 

17.0 
15.3 
13.9 

20.624.5 
18.5122.1 
16.920  1 

21  « 

| 
12. 8115. 0/18.4 

11.814.317  019  9 

10.913.3 

15.8 

18.521.5 

9 

.  io 

8 
9 

0.384 
0.432 

2.4 
2.1 

3.4 

3.1 

4.7 
4.2 

6.1 
5.5 

7.8 
6.9 

9.611.6 
8.5,10.3 

13.8 
12.3 

16.2 
14.4 

i 

f    2* 
3 
3* 

2} 

0.105 
0.135 
0.165 

1.4 
1.1 

3.2 
2.4 

2.0 

5.6 
4.4 
3.6 

8.8 
6.8 
5.6 

12.6 
9.8 
8.0 

17.1 
13.3 
10.9 

22.5 
17.5 
14.3 

18.1 

i 

1 

4 
5 

3 

4 

0.195 
0.210 
0.240 

1.7 
1.6 

3.0 

2.8 

4.7 
4.4 
3.8 

6.8 
6.3 
5.5 

9.2 
8.6 
7.5 

12.1 
11.2 
9.8 

15.3 
14.2 
12.4 

18.9 
17.5 
15.3 

21.2 
18  ft 

22.1 

i 

0.005 

1     ff* 

6 
•     6* 

5* 

0.270 
0.300 
0.330 

3.4 
3.1 

2.8 

4.9 
4.4 
4.0 

6.7 
6.0 
5.4 

8.7 
7.9 
7.2 

11.0 
9.9 
9.0 

13.616.5 
12.314.8 

19.623.0 

1 

17  720  7  24  1 

i 

11.213.516.1^8.8,21.^25.1. 

7 

7* 
.    8 

6 
6* 
7 

0.360 
0.390 
0.420 

2.6 
2.4 
2.2 

3.7 
3.4 
3.1 

5.0 
4  6 

6.6 
6  0 

8.3 
7  6 

10.212.4 
9.411  4 

14  717.320  1,23.026  2 

13  61A  A  I*  S  «1  224.2 

, 

i 

4.3 

5.6 

7.1 

8.8 

10.6 

12.6 

H.8 

17.2 

19.7 

J22.4 
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TABLE  83]  ALTERNATIVE  SELECTIONS  OF  ROUND 
BARS  FOR  REINFORCED 
SLABS— Continued 


[STEEL 


Rule — Knowing  either  ratio  of  steel  or  area,  select  from  table  the  diameter 
and  spacing  of  bars  for  slab  of  given  thickness. 


IB* 


o 

05 

<  H 


O^J 


H 

Q 

! 

H 
Inches 


H 
O 

o 
n  « 

Q 

inches 


DQ  O 

ago 

£ 

sq.  in. 


Spacing  of  Round  Stbel  Bars  in  Inches 


Diameter  of  Round  Babs  in  Inchb 


i  A  J  A  I  A  *  A  I 


H 


i  «  i  H  1 


0.005 


0.006 


0.007 


0  008 


9 
10 

21 

3 

3* 

4 

5 

5* 
6 
61 

7 

? 

9 

10 

2* 

3 

3} 

4 

I1 

5* 
6 

6* 

7 
7* 


9 
10 

3* 

4 

? 

? 

6| 


If 

2t 
2| 

11 

4 

41 
5 
5* 

6 

!* 

8 
9 

1} 
2* 
21 

? 

5 

51 

6 

9 


l\ 

4 

41 
5 

H 


0.480 
0.540 

0.126 
0.162 
0.198 

0.234 
0.252 
0.288 

0.324 
0.360 
0.396 

0.432 
0.468 
0.504 

0.576 
0.648 

0.147 
0.189 
0.231 

0.273 
0.294 
0.336 

0  378 
0.420 
0.462 

0.504 
0.546 
0.588 

0.672 
0.756 

0.168 
0.216 
0.264 

0.312 
0.336 
0.384 

0.432 
0.480 
0.528 


1.2 


2.6  4.7 
2.0  3.6 

...I  3.0 

...I  2.5 


7.310.514.3 
5.7  8.211.1 
4.6  6.7  9.1 


8  4.1 
3.7 
3.3 

3.1 
2.8 


14.5 
11.9 

10.0 
9.3 
8.2 

7.3 
6.5 
6.0 

5.5 

5.0 

4.7 

4 
3.6 


15.1 


11.0 
9.8 


13.015.017.2 
11.513.415.3 


12.715.7 

11.814.617.7 

10.312.815.5 


18.4 


9.2111.4113.716.419.222.3 
8. 3J10.2 12.4 14. 7,17.320.0 
7.5  9.311.213.415.7,18.2 


5.2  6.4 

4.6  5.7 


9.012.2 
7.0:  9.512.5 
5.7  7.810.2 


4.8  6.6 
4  5  6.1 
3.9,  5.4 

3.5  4.8 
3.1  4.3 

2.9  3.9 


15.8 
12.915.9 


8.610.913 
8.010.112.5 
7.0  8.911. 


13.6  4.7 
3.3'  4.3 

3.1  4.0 

2.7  3.5 
2.4  3.1 


2.0  3.5  5.5  7.910.71 
...  2.7  4.3;  6.11  8.410.9 
...2.2  3.5  5.0  6.8]  8.9 


2.9)4.2  5.81  7.6 
....!  3.9  5.4  7.0 
....   3.4  4.7;  6.1 


3.1'  4.21  5.5 
2.8  3.8,4 


7.9 
7.1 
6.4 

5.9  7. 
5.5  6. 

S.li6.3 


19.6 
17.4 


10.312.3 14. 4 16. 719. 2  21. 8 
9. 5;ll. 3|13.315.417.720.1 
8.810.512.3,14.316.418.7 


7.7  9.2 
6.9  8.2 


19.3 


516 


10.812.514.4 
9.611.112.8 


319.422.8 
15.118.021.2 
.215.818.521.5 


013 


16.4 
14.5 


9.711.814.016.519.121.9 
8.810.612.614.817.219.722.4 
8.0  9.6,11.513.515.617.9,20.4 


8.810.512.314.316.418.7 
8.2  9.711.413.215.217.3 
7.6  9.010.612.314.116.0 


J. 


4.4' 5.5  6.6  7.9  9.310.712.314.0 
3.9  4.9i  5.9  7.0  8.2 *  "'"  " 

!  I 


13.8        I 

11.313.916.9        1 
i  I        I 

9.611.814.317.0 
8.910.913.215.818.5 
7.8,  9.611.613.816.218.8 


9.611.012.5 


n<  o   k'ii 


6  9  8.510.312.314.416.719.221.8 

6  2  7.7|  9.311  013.015.017.319.6 

J  2.5,  3.4|  4.5!  5.6  7.0  8.410.011.813.715.717.8 
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TABLE  83]  ALTERNATIVE  SELECTIONS  OF  ROUND 
BARS  FOR  REINFORCED 
SLABS— Continued 


[STEEL 


See  p.  535 


6  ° 

m 


3 

i 


0,008 


0.001) 


0010 


7 
7* 


0 
10 

2* 

3 

3* 

■I 

fi 

54 
6 
0* 

7 
7* 
8 

0 
10 

31 

4 
*i 

5 

:• 

i 


!'L--in  ■ 


(i 

K\ 

7 

s 

B 

I! 

31 
Mi 
4 

4J 

5J 

6i 


u 


41 

5 
II 

fi 

0 


sq.  In. 


0  578 
0.624 
0,1172 

ii  ?«8 

0.S64 

O.ISO 
0.243 
0.2U7 

0.351 
ii  ::;s 
0.432 

o  m 

0  540 
0.594 

0.G4* 
0.702 
m  -:„, 

0,  B44 

0.972 

0  210 

0  330 

,i  390 
0  420 
0  4H0 

0  540 
0  600 

I.I    linl) 

0.720 
0  7S0 

0  840 

O.ftGC 

1  0SO 


BfAGlVtO  a*  Hocnd  Stkel  Has*  ijf  Inches 


DlAHETBH   OF   RotfND   H\%&  tX  ItfCHEa 


l,Aii 


1.5 

14 

11 

0.9 
00 


' 


4.9 
3  5 
3  I 

3.  HI 
2.4 
2,1 


A     I      h 


4.4  d 

;    i     : 


7  0 

5  4| 

4  4 

3.8 

■;  .' 
3,1 

a. 7 

2,4 
2  3 


2.8 


4  ■  > 


3.1   4 

2  9  S 

3 

3 

.  .      2. 

0  £ia 

7  4   0 

0 1  a 

I 

A.J   6 

4.8  6 
4  2  5 

3  7  4 

3.3   4 
3.0  4 

3 
3 
3 

2 

2 


.J«. 

814. 
5  4. 

1I3. 

7  3 

■•IS 
7  12 
010. 

7!  8  510.5  12 

2  7 
.-,   f, 


8 
315.1 

012.4 


H|  i  'tf     i 


u    1 


7;  9,210  812  514  410  4 

i  s  5io  in i  fli3  :n;.  i 

6  7.9.  0  310.712  314 .0 

I        I        I         I 
GO  8  I   0  410  812  3 
6.1   7  2  34   ti.610.ft 


1-5 


9  7  11 
8.510. 

I 

1  7.D  ft. 

5 ,6,5,8. 
0  0.217, 

ft'  5.7  6 

2  H  2   6 
"4^0 


I 
7   3 
4' 3 


4!  4  3 
113,8 


0178 

715  1 177 
814  0165 
312.314.416  7 

I  I  I 
210  »!2. 814. 917  019  4 

2  0.811  513  415.317  4 
5  8.910.512.213,915  0 

J        '        I         ' 
ft.  8 .2  9  0M   112,814.5 

3  7  6  8. 0I0.3U.813. 4 
0  70  8  2,  Oflll  QI2.5 


7.3  8  4  0.0  JO  0 


11,4  7.4 


8  5  ft.  7 


8  611  2 

6  7  8,711  013  6 

5  5  7  1,  0  011  113  515.1 

I 

4  6  fto|  7  61  0  411413.615  9 

4  3*  5  6,  7  1  8,510.612  514  817.2 

3.8,4.9  6.2  7  7,  ft  3  11 ,013  0  15.0  17.3 

4.4  5  5  fl.ai  S.21  9  8U  513.415  317  4 
3  9  5  0  (!l  7.4  8  810,412.013  81S.7 
3  6  4  5  5 .ft;  6  7,  8.0  ft.4l0.9U  514  3 


33 
3  0 


i 


I        | 
8  610  Oil  513  1 


4  1   5.1   6,2  7.4 

3.8  4  7|  5.71  A.A  8.6  9.310  612  1 

3  5  4.4  5  3  6.3  7.4  gTf|  9,ati.2 


2  5  3.1   3  8  4  0  5  5  6  5 

22  2  5  3  4  4  i|4  9,  5  A 


75'  8  6  9.S 
«  7  7  7  8.7 
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TABLE  84]  ALTERNATIVE  SELECTIONS  OF  SQUARE  [STEEL 
BARS    FOR   REINFORCED   SLABS 

(See  p.  535) 


- 

See  Table  90,  p.  561 

kti  i  <■ 

0 

6  « 

«5 

03  O 

<m 
w  6.  2 

3  S  O 
H  E  £ 

sq.  In. 

Ratio  op  Cross  8 
tion   of  Steel 
Slab  above  Stb 

02 

h 
O 

n 

H 

a, 
H 

Q 

H 
Inches 

g   Depth  to  Center 

g*      Steel 

CO 

Spacing  of  Square  Steel  Bars  in  Inches 

Size  of  Square  Bars  in  Inches 

i     A 

i 

A)   1 

A  |  *  |  A 

f 

tt  |  *  '  «  !  i  1  tt  '  i 

f     2* 
3 

31 

a- 

2i 

0.042 
0.054 
0.066 

«.. 

3.5 
2.8 

10.1 

7.8 
6.4 

13.9 
11.4 

17.8 

!    :    [    !    1 

! 

4 

4* 

5 

9 

4 

0.078 
0.084 
0.096 

2  4 

2.2 
1.9 

5.4 
5.0 
4.4 

9  6 

89 

7.8 

15.01 
13  920.1 
12.2117.6 

i  i 

;       i 

0.002 

5* 

6 

6} 

4| 

5 

51 

0.108 
0.120 
0.132 

3.9 
3  5 
3.2 

6.9 
6.3 
5.7 

10.815.621.3 
9.814.119.1 
8.912.8(17.4 

22.7 

j 

| 

7 
71 
8 

6 
61 

7 

0.144 
0.156 
0.168 

2.9 
2.7 
2.5 

5.2 
4.8, 
4.5 

8.1 
7.5 
7.0 

11.715.920.8! 

10.814.7;i9.224.4 

10.013.7,17.8,22.5 

9 
10 

8 
9 

0.192 
0.216 

2.2 
2.0 

3.9 
3.5 

6.1 
5.4 

8.812.0 
7.810.6 

15.6 
13.9 

19.8 
17.6 

24.4 
21.7 

29.5 
26.231.2 

f     2* 
3 

3| 

1} 
2* 
2} 

0.084 
0.108 
0.132 

2.2 
1.7 

5.0 
3.9 
3.2 

8.9 
6  9 
5.7 

13.9 
10.8 
8.9 

15. 6; 
12.817.4 

1 

i 

4 
5 

9 

4 

0.156 
0.168 
0.192 

2.7 
2  5 
2.2 

4.8 
4.5 
3.9 

7.5 

7.0 
6.1 

10.814.7 
10.013.7 
8.812.0 

19.2 

17. 8i 
15.619.7 

0.004    , 

J     5* 
6 
61 

4* 

5 

5} 

0.216 
0.240 
0.264 

2.0 

3.5 
3.1 
2  8 

5.4 
4.9 
4  4 

7.810.613.9,17.6,21.7 
7.0  9.612.515.819.5 

26.3 
23.6 

6.4,  8.711.414.417.821.525.6 

! 

7 

? 

6 
61 

7 

0.288 
0.312 
0.336 

2.6 

4  1 

5.9  8.0 
5.4  7.4 
5  0  6  8 

1        I        1        I 
10  413.216  3(19.723.4 

! 

2.4  3.8 
...     3  5 

9. 612. 215. 018. 221.fr 
8.911.313  916  920  123  6 

9 

I  io 

8 
9 

0.384 
0.432 

3.0 

2  7 

4.4  6.0 
3.9,  5.3 

1       1        i       I        1               i 
7  8  9.912  214  817.620  623  927  531  2 

6.9  8.810.913.115.618.321.3 

r  2* 

3 
31 

11 
2i 
2} 

0.105 
0.135 
0.165 

1.8'  4.0 
1.4  3.1 
—  |  2.6 

7.111.1 
5.6  8.7 

4.51  7.1 

16.1 

12.517.0 

10.213.9 

18.2 

0.005 

4 

? 

3i 
31 
4 

41 

5 

5* 

0.195 
0.210 
0.240 

0.270 
0.300 
0.330 

....   2.2 
...   2.0 

....    18 

1 

3.8 
3.6 
3.1 

6.0  8.711.8 
5.6!  8.011.0 

4.9|  7.0  9.6 

4.3'  6.3  8.5 

15.419.5 
14.318.1 
12.515.8 

1 
11   1 14  1 

24  0 

22.327.0 

19.523.6 

1 
17  421  0 

28.1 
95  0 

n  3 

34.039.1 

...  y ...... . 

3.9  5.6  7  710  012  715.618.922.526.430.6 
3.6i  5.1,  7.0.  9.111.514.217.220.524.027.9 

7 

71 
.    8 

6 
61 

7 

0.360 
0.390 
0.420 

1 

1 
3.3|  4.71  6.4  8.310.5 

3.0  4.3  5.91  7.7  9.7 

1         I         1                 1 
13. 015. 818. 822. 0'25. 529  2 
12  014  517  320.323.627.1 

30  8 

i 

2.8,4.0  5.517.1  9.111213.516.118.921925.1128.6 

' 

•°!*-u|          | 

^IU 
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TABLE  84]  ALTERNATIVE  SELECTIONS  OF  SQUARE  [STEEL 
BARS  FOR  REINFORCED  SLABS— 


Continued    (See  p.  535) 
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TABLE  84]  ALTERNATIVE  SELECTIONS  OF  SQUARE  [STEEL 

BARS  FOR  REINFORCED  SLABS— 

Continued     (See  p.  535) 

Rule — Knowing  either  ratio  of  steel  or  area,  select  from  table  the  diameter 
and  spacing  of  bars  for  slab  of  given  thickness. 


s 


o 
H 

inches 


n  « 

Q 
inches 


69 
s  o  § 


sq.  in. 


Spacing  of  Square  Steel  Bars  in  Inches 


Size  of  Square  Bars  in  Inches 


1     A 


#  I  A  I  i 


tt     !  IH j  i     H1  l 


7 

7* 

8 

9 
10 

21 

3 
3* 

4 

4* 
5 

5* 
6 
6* 

7 
7* 


10 

21 

3 

3* 

4 

41 

5 

5* 
6 
6* 

7 

7* 

8 

9 
10 


9 


SI 


4* 

5 
5* 


6* 

7 


H 
2* 
2i 


4J 

5 
5* 

6 
61 

7 

8 
9 


0.576 
0.624 
0.672 

0.768 
0.864 

0.189 
0.243 
0.297 

0.351 
0.378 
0.432 

0.486 
0.540 
0.594 

0.648 
0.702 
0.756 

0.864 
0.972 

0.210 
0.270 
0.330 

0.390 
0.420 
0.480 

0.540 
0.600 
0.660 

0.720 
0.780 
0.840 

0.9601 
1.080 


4.0  6.2 
4.8 
3.9 


2.0 


2.9  4.0 


2.7 


8.9 
7.0 
5.7 

4.8 
4.5 
3.9 

3.5 
3.1 

2.8 


3.7 
3.4 

3.0 
2.7 

12.2 
9.5 

7.7 


5.2 

4.81  6. 


5.6 


12.315.6 
10.112.8 


6.1 
5.3 

4.7 
4.3 
3.9 

3.6 
3.3 
3.0 

2.7 
2.4 

10.9 
8.5 
7.0 

5.9 
5.5 
4.8 

4.3 
3.8 
3.5 

3.2 
3.0 


7.9 


10.8 
10.1 


14.3 
11.114 
9.111.5 


8.1 
7.5 

7.0 

6.1 
5.4 


7.4 


11. 7|13. 815.918.320. 8 
10.812.714.716.919.2 


13.4 
12.4 
10 


14.2 


16.2 
15.0 
13.1 

11 

10.5 
9.5 

8.8 

8 

7.5 

6.6 

5.8 


7.7  9.712.014.5 

7.1  9.011.213.5 

6.2  7.9  9.811.8 


4.2  5.3 
3.8  4.9 
3.6  4.5 

3.114  0 
2.8!  3.5 


10.5 
9.5 
8.6 

7.9 
7.3 
6.7 

5.9 
5.2 


10.011.813.715.7 

8.810.312.013 
7.8  9.210.612.2 


15.6 

13.9 
12.5 
11.4 


17.921.0 


18.3,21.3 


16.318.921.7 
14.717.019.5 
13.3115.517.8 


10.412.214.2 

9.611.3;13.1 

10.5,12.2 


7.8 


17.3 
16.1 
14.1 


9.210.6 
8.2  9.5 


16.318.5 
15.0,17.1 
14.015.9 

12.2'l3.9 
10.912.3 


16.519.1 


17.9 


15.6 
13.0 


19.5 


22.2 


12.514.717.01 

11.213.215.317.620.0 

10.212.013.916.018.2 

1  I 

9.411.012.7114.616.7 

8.710.211.813.515.4 


8.0 


9.410.912.514.3 


J„  J, . 


9.611.012.5 
8.5  9.811.1 
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TABLE  85]  WEIGHTS  OF  COLUMN  REINFORCEMENT  [STEEL 

ROUND  BARS 

For  Times  and  Costs  see  pp.  570  and  571       For  use  of  table  see  p.  535 

10%  allowance  has  been  made  for  lapping  or  pipe  sleeves.     Hoops  are  spaced 
12  inches  apart. 


Size  of 
Steel  in  ; 
Hoops     j 
in  Inches , 

Weights  of 

Round  Bars  in  Pounds  per  Column 

Size  of  Bars 
in  Column 

Heights  of  Columns  in  Feet 

1 

6 

8  1  9 

10 

11 

12 

13 

14 

15 

16 

18 

20 

4-ir  Bars 

A 

1 

4 

3.8 
4.5 

23 
27 

32 
36 

34 
41 

38 
45 

42 
50 

45 
54 

49 
59 

53 
63 

57 

68 

61 

72 

68J  76 
81  90 

4-}'  Bars 

A 
i 
A 

7.4 
8.2 
9.0 

45 
49 
54 

60 
65 
72 

67 
74 
81 

74 
82 
90 

82 
90 
99 

89 

98 

108 

97 
106 
117 

104 
114 

126 

112 
123 
135 

119 
131 
144 

1341  149 
147!  16* 
162  180 

4-J'  Bars 

i 

A 
1 

10.5 
11.4 
12.4 

63 
68 
75 

84 
91 
99 

95 
103 
112 

105 
114 
124 

116 
125 
137 

126 
137 
149 

137 
148 
162 

147 
160 
174 

158 
171 

187 

168 
182 
199 

189'  210 
205(  22* 
224|  248 

4-1'  Bars 

i 

A 
i 

13.3 
14.1 
15.2 

80 
85 
91 

107 
113 
122 

120 
127 
137 

133 
141 
152 

147 
155 
167 

160 
169 
183 

173 
183 
198 

187 
198 
213 

200 
212 

228 

213 
226 
244 

240i  266 
254  282 
274i  304 

4-li'  Bars 

A 
i 
h 

17.4 
18.6 
21.2 

105 
111 
127 

139 
149 
169 

157 
167 
191 

174 
186 
212 

192 
204 
233 

209 
223 
254 

227 
241 
275 

244 
260 
296 

262 

278 
318 

279 
297 
339 

314 
334 
381 

348 
372 
422 

4-11'  Bars 

A 
f 
i 

20.7 
21.8 
24.5 

124 
131 
147 

166 
175 
1?6 

187 
197 
221 

207 
218 
245 

228 
240 
270 

249 
262 
294 

269 
284 
319 

290 
306 
343 

311 
328 
368 

332 
349 
392 

373 

393 
441 

414 
437 

490 

4-11'  Bars 

A 
§ 

* 

28.8 
29.9 
32.6 

173 
180 
195 

231 
239 
260 

260 
269 
293 

288 
299 
326 

317 
329 
358 

346 
359 
391 

375 
389 
423 

404 
419 
456 

433 
449 

488 

461 
479 
521 

5191  577 
539  599 
586  657 

8-i'  Bars 

A 

1 

4 

6.7 

7.4 

40 
45 

54 
60 

61 
67 

67 

74 

74 
82 

81 
89 

87 
97 

94 
104 

101 
112 

108 
119 

121i  134 
134!  149 

8-1'  Bars 

A 

1 

4 

A 

14.1 
14.8 
15.6 

85 
89 
93 

113 
118 
125 

127 
133 
140 

141 
148 
156 

155 
163 
171 

169 
177 
187 

183 
192 
202 

197 
207 
218 

211 
222 
233 

225 
236 
250 

253 
2661 
280 

281 
296 
311 

8-}'  Bars 

1 

4 

A 
1 

19.5 
20.3 
21.2 

117 
122 
127 

156 
163 
169 

175 
183 
191 

195 
203 
212 

214 
224 
233 

233 
244 
254 

253 
264 
275 

272 
285 
296 

292 
305 
318 

311 
325 
339 

350 
366 
381 

389 
407 
423 

8-1'  Bars 

1 

25.1 
25.8 
26.9 

150 
155 
162 

201 
207 
216 

226 
233 
243 

251 
258 
269 

276 

284 
296 

301 
310 
323 

326 
336 
350 

351 
362 
377 

376 
388 
404 

401 
413 
431 

451!  501 
465.  517 

485.  539 

8-li'  Bars 

A 
f 
* 

32.5 
33.6 
36.2 

195 
201 
217 

260 
269 
290 

293 
302 
326 

325 
336 
362 

358 
369 
398 

390 
403 
435 

423 
436 
471 

455 
470 
507 

488 
503 
543 

520 
537 

580 

585."  650 
604  672 
652!  724 

8-li'  Bars 

A 
I 
J 

39.1 
40.2 
42.8 

234 
241 
257 

313 
321 
343 

352 
362 
386 

391 
402 

428 

430 
442 
471 

469 
482 
514 

508 
522 
557 

547 
562 
600 

586 
602 
643 

625 
643 
685 

703!  782 
723,  804 

771 1  857 
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TABLE  86]  WEIGHTS  OF  COLUMN  REINFORCEMENT  [STEEL 

SQUARE  BARS 

For  Times  and  Costs  see  ppi  570  and  571        For  use  of  table  see  p.  585 

10%  allowance  has  been  made  for  lapping  or  pipe  sleeves.    Hoops  are  spaced 
12  inches  apart. 


Number  and 

Size  of 

Steel  in 

Hoops 

in  Inches 

Weights  of  Square  Bars  in  Pounds  per  Column 

Size  of  Bars 

Heights  of  Columns  in  Feet 

1 

6 

8 

9 

10 

11 

12 

13 

14 

15 

16 

18 

20 

4-i'Bars 

A 
i 

4.8 
5.7 

29 
34 

39 
45 

44 
51 

48 
57 

53 
62 

58 
68 

63 
74 

68 
79 

72 
85 

77 
91 

87 
102 

97 
112 

4-J"  Bars 

A 

i 

9.5 
10.3 
11.5 

57 
62 
69 

76 
83 
92 

86 

93 

103 

95 
103 
115 

105 
114 
126 

114 
124 
138 

124 
134 
149 

133 
145 
160 

143 
155 
172 

152 
165 
183 

171 

186 
206 

190 
207 
229 

4-J"  Bars 

13.4 
14.5 
15.8 

80 
87 
95 

107 
116 
127 

121 
131 
142 

134 
145 
158 

147 

160 
174 

161 
174 
190 

174 

190 
206 

187 
203 
222 

201 
218 
237 

214 
232 
253 

241 
261 

285 

268 
290 
317 

4-1"  Bars 

1 

4 

A 
i 

16.9 
17.9 
19.4 

101 
108 
116 

135 
144 
155 

152 
161 
175 

169 
179 
194 

186 
197 
213 

203 
215 
233 

220 
233 
252 

236 
251 
271 

253 
269 
291 

270 

287 
310 

304 
323 
349 

338 
359 

388 

4-1 J"  Bars 

t 

i 

22.2 
23.6 
27.0 

133 
141 
162 

177 
188 
216 

200 
212 
243 

222 
236 
270 

244 
259 
297 

266 
283 
323 

288 
306 
350 

310 
330 
377 

333 
353 
404 

355 
377 
431 

399 
424 
485 

444 
471 
539 

4-11"  Bars 

A 
i 
i 

26.4 

27.7 
31.1 

158 
166 

187 

211 
222 
249 

238 
250 
280 

264 

277 
311 

290 
305 
342 

317 
333 
373 

343 

360 
404 

369 

388 
436 

396 

416 
467 

422 
444 
498 

475 
499 
560 

528 
554 
622 

4-1  J"  Bars 

A 
1 
i 

36.7 
38.1 
41.4 

220 
228 
249 

293 
305 
332 

330 
343 
373 

367 
381 
414 

403 
419 
456 

440 
457 

497 

477 
495 
539 

513 
533 
580 

550 
570 
622 

587 
608 
663 

660 
685 
746 

733 
761 

828 

8-1"  Bars 

A 

i 

8.6 
9.4 

51 
56 

69 
75 

77 
85 

86 
94 

94 
103 

103 
113 

111 
122 

120 
132 

128 
141 

137 
150 

154 
169 

171 

188 

8-3"  Bars 

A 

17.9 

18.7 
19.8 

107 
112 
119 

143 
150 
159 

161 
169 

179 

179 
187 
198 

197 
206 
218 

215 
225 
238 

233 
243 

258 

251 
262 

278 

268 
281 
298 

286 
300 
317 

322 
337 
357 

358 
374 
396 

8-J"  Bars 

1 

A 
1 

24.8 
25.9 
27.2 

149 
155 
163 

199 
207 
218 

224 
233 
245 

248 
259 
272 

273 
285 
299 

298 
311 
327 

323 
337 
354 

348 
363 
381 

373 

388 
408 

397 
414 
436 

447 
466 
490 

497 
518 
544 

8-1"  Bars 

1 

A 
1 

31.8 
32.9 
34.3 

191 
198 
206 

255 
264 
275 

287 
297 
309 

318 
329 
343 

350 
362 
378 

382 
395 
412 

414 
428 
446 

446 
461 
481 

478 
494 
515 

509 
527 
549 

573 
593 
618 

637 
659 
687 

8-1J"  Bars 

A 

I 

41.3 
42.7 
46.1 

248 
256 
277 

331 
342 
369 

372 
384 
415 

413 

427 
461 

455 
470 
507 

496 
513 
553 

537 
555 
599 

579 
598 
646 

620 
641 
692 

661 

684 

738 

744 
769 
830 

827 
854 
922 

8-1J"  Bars 

A 
i 
* 

49.7 
51.1 
55.0 

298 
307 
327 

398 
409 
436 

448 
460 
491 

497 
511 
545 

547 
562 
600 

597 
614 
654 

646 
665 
709 

696 
716 
763 

746 
767 

818 

796 
818 
872 

895 
920 
981 

994 
1022 
1090 
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table  87]   WEIGHTS  OF  BEAM  REINFORCEMENT     [steel 

ROUND  BARS 

For  Times  and  Costs  see  Chapter  XIX.  For  use  of  table  see  p.  585, 

Weights  include:  extra  steel  required  for  bends  in  half  the  bars;  allowance 
of  20%  for  lapping  over  supports ;  and  weight  of  stirrups. 


H 

«  *  a 
p  ^  « 

3  h  « 


Weight  of  Steel  per  Beam  in  Pounds 


Length  of  Beam  in  Feet 
10        12         14  16         18        20         22         24         26        30 


«3 
in. 


i-Inch  Round  Steel  Bars — i-Inch  Stirrups 

1* 

13 

15 

17 

20 

21 

7 

15 

4 

2t 

18 

21 

25 

28 

31 

35 

38 

42 

46 

49 

57 

9 

20 

6 

3 

22 

27 

32 

36 

41 

45 

50 

55 

60 

65 

75 

11 

24 

6 

4 

28 

35 

42 

48 

55 

61 

68 

74 

81 

87 

100 

12 

28 

6 

5 

37 

45 

53 

61 

69 

77 

85 

93 

101 

109 

125 

14 

30 

8 

6 

43 

53 

63 

73 

82 

92 

102 

112 

121 

131 

150 

15 

34  ,  8 

7 

53 

64 

75 

87 

98 

110 

121 

132 

143 

155 

177 

17 

38  '  12 

8 

62 

75 

88 

101 

113 

126 

139 

152 

165 

171 

203 

18 

40  16 

9 

72 

86 

99 

114 

128 

143 

157 

172 

187 

193 

229 

19 

47  16 

10 

81 

97 

111 

127 

144 

159 

175 

192 

208 

215 

255 

20 

49  ,  20 

i-Inch  Round  Steel  Bars — i-Inch  Stirrups 

1* 

28 

33 

38 

43 

48 

53 

58   63 

68 

73 

83 

10 

23 

8 

2t 

40 

48 

56 

64 

71 

79 

87  !  95 

103 

111 

127 

14 

30 

8 

3 

51 

62 

73 

84 

94 

105 

116 

127 

138 

148 

170 

16 

35 

14 

4 

68 

83 

98 

112 

127 

141 

156 

170 

185 

199 

228 

18 

40 

14 

5 

88 

106 

125 

142 

161 

178 

196 

214 

233 

251 

287 

20 

45 

20 

6 

108 

129 

151 

172 

194 

215 

237 

259 

281 

302 

346 

22 

50 

20, 

7 

130 

155 

180 

205 

231 

256 

281 

306 

332 

357 

408 

24 

55 

4 

8 

150 

179 

208 

237 

265 

294 

323 

352 

381 

409 

467 

25 

57 

3| 

9 

170 

203 

235 

268 

299 

333 

364 

396 

427 

461 

526 

27 

69 

3| 

10 

190 

227 

262 

300 

333 

372 

405 

440 

473 

513 

586 

29 

72 

40 

i-Inch  Round  Steel  Bars — i-Inch  Stirrups 

1* 

31 

39 

46 

52 

59 

65 

72 

80 

87 

93 

107 

11 

24 

4 

2t 

50 

63 

74 

84 

95 

105 

116 

128 

139 

149 

170 

15 

34 

4 

3 

71 

86 

101 

116 

130 

145 

160 

175 

189 

204 

233 

18 

42 

8 

4 

96 

116 

136 

155 

175 

194 

214 

234 

254 

273 

313 

21 

48 

8 

5 

125 

150 

175 

199 

224 

248 

273 

297 

322 

346 

395 

24 

54  12 

6 

153 

182 

211 

240 

270 

299 

328 

357 

387 

416 

475 

26 

60  :  12 

7 

183 

217 

251 

285 

320 

354 

388 

422 

457 

491 

560 

28 

65  16 

8 

212 

251 

290 

329 

369 

407 

447 

486 

525 

565 

643 

29 

67  1  16 

9 

240 

284 

327 

372 

417 

462 

504 

548 

592 

637 

720 

31 

78  |  20 

10 

267 

317 

364 

415 

465 

510 

561 

610 

659 

709 

796 

34 

82  ;  24 

*A1 

lows 

'or  an 

addi 

tiona 

bar 

avers 

uppo 

rts,  le 

ngth 

Jofs 

pan. 

fAllows  for  two  additional  bars  over  support,  length  §  of  span. 
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table  87]    WEIGHTS  OF  BEAM  REINFORCEMENT    [STEEL 

—Continued 

ROUND  BARS 

Weights  include :  extra  steel  required  for  bends  in  half  the  bars ;  allowance 
of  20%  for  lapping  over  supports ;  and  weight  of  stirrups. 


«  *  a 

D  3  H 


Weight  of  Stbbl  peb  Beam  in  Pounds 


Length  of  Bbam  in  Feet 


8  10         12         14         16         18         20         22         24         26 


35 
la* 


'-  - 
H  ^ 

In. 


1-Inch  Round  Steel  Bars 

— f-Inch  Stirrups 

1* 

42 

50 

59 

68 

77 

87 

95 

105 

113 

123 

141 

13 

28 

6 

2t 

71 

84 

98 

112 

127 

141 

155 

169 

183 

198 

226 

17 

39 

6 

3 

99 

118 

137 

156 

176 

195 

214 

233 

252 

272 

310 

21 

48 

12 

4 

132 

158 

184 

210 

235 

261 

287 

313 

338 

364 

415 

24 

56 

12 

5 

169 

201 

233 

265 

297 

329 

361 

394 

425 

458 

522 

27 

62 

16 

6 

205 

243 

281 

320 

358 

397 

435 

474 

512 

551 

628 

29 

68 

16 

7 

247 

292 

337 

382 

426 

471 

516 

561 

606 

651 

741 

31 

72 

22 

8 

295 

346 

397 

448 

500 

551 

602 

653 

704 

756 

858 

33 

80 

22 

9 

342 

392 

449 

505 

565 

622 

679 

737 

794 

853 

968 

36 

89 

28 

10 

s 

387 

438 

501 

562 

630 

693 

756 

821 

884 

950 

1078 

38 

94 

32 

1 J -Inch  Round  Steel  Bars — 1-Inch  Stirrups 

1* 

50 

61 

72 

83 

94 

106 

117 

129 

140 

152 

174 

14 

31 

4 

2t 

89 

107 

124 

142 

161 

178 

195 

213 

231 

249 

285 

19 

44 

4 

3 

128 

152 

176 

200 

225 

249 

273 

297 

322 

346 

395 

24 

54 

8 

4 

170 

203 

236 

268 

301 

333 

366 

398 

431 

463 

528 

27 

63 

8 

5 

225 

265 

305 

346 

386 

427 

467 

508 

548 

589 

670 

30 

70 

12 

6 

270 

319 

368 

416 

465 

514 

562 

611 

659 

708 

805 

33 

76 

12 

7 

327 

384 

441 

498 

554 

611 

668 

725 

782 

838 

952 

35 

83 

16 

8 

385 

450 

515 

580 

644 

709 

774 

839 

904 

970 

1100 

37 

88 

20 

9 

436 

510 

583 

656 

728 

810 

874 

947 

1020 

1094 

1241 

40 

99' 

20 

10 

'487 

570 

651 

732 

812 

907 

974 

1055 

1136 

1218 

1382 

42 

109 

24 

lj-lnch  Round 

Steel  Bars — i-Inch  Stirrups 

1* 

61 

76 

90 

104 

118 

132 

146 

160 

181 

188 

216 

16 

35 

6 

2t 

112 

134 

156 

178 

200 

222 

244 

266 

292 

310 

354 

22 

50 

6 

3 

162 

192 

222 

252 

282 

312 

342 

372 

402 

432 

492 

26 

60 

10 

4 

215 

255 

295 

335 

376 

416 

456 

496 

536 

576 

656 

29 

68 

10 

5 

281 

331 

381 

431 

481 

531 

581 

631 

681 

731 

831 

33 

77 

14 

6 

350 

400 

470 

530 

590 

650 

701 

770 

830 

890 

1010 

36 

85 

14 

7 

419 

489 

559 

629 

700 

770 

840 

910 

980 

1050 

1190 

39 

92 

20 

8 

489 

569 

649 

729 

809 

889 

969 

1049 

1129 

1210 

1370 

40 

98 

24 

9 

554 

640 

734 

824 

914 

1004 

1094 

1184 

1274 

1366 

1546 

45 

110 

24 

10 

619 

711 

819 

919 

1019 

1119 

1219 

i 

1319 

1419 

1522 

1722 

47 

116 

30 

*A1 

lows 

for  ar 

l  addi 

tiona 

bar  ( 

aver  a 

uppoi 

rts,  le 

ngth 

f  of  s 

pan. 

.r\r\ 

n\r> 

t  Allows  for  two  additional  bars  orer  supports,  length  $  of  span. 
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table  88]  WEIGHTS  OF  BEAM  REINFORCEMENT       [steel 

SQUARE  BARS 

For  Times  and  Costs  see  Chapter  XIX  For  use  of  table  see  p.  535 

Weights  include :  extra  steel  required  for  bends  in  half  the  bars ;  allowance 

of  20%  for  lapping  over  supports ;  and  weight  of  stirrups. 


Weight  of  Steel  per  Beam  in  Pounds 


Length  op  Beam  in  Feet 
8  10         12  14         16  18         20  22         24         26         30 


8« 

go 
8* 


*Q,3 


GG 


K  a, 
a  & 


2p 


f->° 


i-Inch  Square  Steel  Bars 

— J-Inch  Stirrups 

1* 

16 

19 

22 

25 

27 

30 

33 

36 

39 

42 

48 

7 

15 

4 

2t 

22 

27 

31 

36 

40 

44 

49 

53 

58 

63 

72 

9 

20 

4 

3 

28 

34 

40 

46 

52 

58 

64 

70 

76 

83 

95 

11 

24 

6 

4 

37 

45 

53 

61 

70 

78 

86 

94 

102 

111 

127 

12 

28 

6 

5 

47 

57 

67 

77 

88 

98 

108 

118 

128 

139 

159 

14 

30 

8 

6 

56 

68 

80 

93 

105 

118 

130 

142 

154 

167 

191 

15 

34   8 

7 

68 

82 

96 

111 

125 

140 

154 

168 

182 

197 

225 

17 

38  12 

8 

80 

96 

112 

128 

145 

161 

177 

193 

210 

226 

259 

18 

40 

16 

9 

92 

110 

127 

146 

164 

183 

201 

220 

240 

247 

293 

19 

47 

16 

10 

104 

124 

142 

163 

184 

204 

224 

246 

266 

275 

327 

20 

49 

20 

J-In 

chSq 

uare  Steel  Bars — 1-Inch  Stirrups 

1* 

36 

42 

48 

55 

61 

68 

74 

80 

87 

93 

106 

10 

23 

8 

2t 

51 

61 

71 

81 

91 

101 

111 

121 

132 

141 

162 

14 

30 

8 

3 

65 

79 

93 

107 

120 

134 

148 

162 

176 

189 

217 

16 

35 

14 

4 

88 

106 

124 

143 

161 

180 

198 

216 

235 

253 

290 

18 

40 

14 

5 

112 

136 

160 

182 

206 

228 

251 

274 

298 

321 

367 

20 

45  20 

6 

136 

164 

192 

219 

247 

274 

302 

330 

357 

385 

440 

22 

50  20 

7 

165 

197 

229 

261 

294 

326 

358 

390 

422 

455 

519 

24 

55  '  28 

8 

191 

228 

265 

301 

338 

374 

411 

448 

485 

521 

595 

25 

57  34 

9 

•218 

260 

301 

343 

383 

426 

466 

507 

547 

590 

675 

27 

69  ,  34 

10 

243 

291 

335 

384 

426 

476 

518 

563 

605 

656 

750 

29  72  1  40 

1-Inch  Square  Steel  Bars — j-Inch  Stirrups 


40 
66 
91 

123 
160 
194 

232 
280 
307 
342 


49 

80 

110 

148 
191 
231 

276 
320 
364 
408 


58 

94 

129 

173 
222 

268 

320 
370 
419 
466 


66 
107 
148 

198 
253 
306 

363 
420 
476 
531 


75 
121 
166 

223 

285 
343 

407 
469 
534 
595 


83 
134 
185 

248 
316 
381 

450 
519 
591 
652 


92 
148 
204 

273 
347 
418 

494 
569 
644 
719 


101 
162 
223 

298 
378 
455 

538 
619 
702 
780 


110 
176 
241 

323 
409 
493 

582 
669 
758 
844 


118 
189 
260 

348 
441 
530 

625 
719 

815 


136 
217 
297 

398 
503 
605 

713 

819 

921 

1020 


24 

4 

34 

4 

42 

8 

48 

8 

54 

12 

60 

12 

65 

16 

67 

16 

78 

20 

82 

24 

+  aiiOWS  *or  an  additional  bar  over  supports,  length  £  of  span. 
TAllows  for  two  additional  bars  over  supports,  length  $  of  span. 
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TABLE  88]    WEIGHTS  OF  BEAM  REINFORCEMENT    [STEEL 

— Continued 

SQUARE  BARS 

Weights  include:  extra  steel  required  for  bends  in  half  the  bars;  allowance 
of  20%  for  lapping  over  supports ;  and  weight  of  stirrups. 


Weight  of  Steel  peb  B^am  in  Pounds 


Length  of  Beam  in  Feet 


10 


14 


16 


20 


24 


26 


id 


U    52  » 

in.   in. 


1-Inch  Square  Steel  Bars — f-Inch  Stirrups 

1*  53 

64 

75 

87 

98 

110 

121 

133 

144 

156 

179 

13 

28 

6 

2t 

89 

107 

125 

143 

161 

180 

197 

215 

233 

201 

287 

17 

39 

6 

3 

125 

150 

175 

199 

224 

249 

273 

297 

322 

346 

395 

21 

48 

12 

4 

168 

201 

234 

267 

299 

332 

365 

398 

430 

463 

528 

24 

56 

12 

5 

216 

256 

298 

339 

380 

421 

462 

504 

544 

586 

665 

27 

62 

16 

6 

260 

309 

358 

407 

456 

505 

554 

603 

652 

701 

799 

29 

68 

16 

7 

315 

372 

429 

486 

543 

600 

657 

714 

771 

829 

943 

31 

72 

22 

8 

375 

440 

505 

571 

636 

702 

767  832 

897 

963 

1093 

33 

80 

22 

9 

438 

502 

574 

646 

723 

799 

870  ;  943 

1016 

1093 

1240 

36 

89 

28 

10 

496 

560 

642 

719 

806 

887 

968  |1051 

1132 

1215 

1380 

38 

94 

32 

1 ! -Inch  Square  Steel  Bars — i-Inch  Stirrups 


63 
113 
162 

218 
285 
344 

417 
490 
558 
623 


77 
135 
193 

259 
337 
406 

489 
573 
653 
730 


91 
158 
224 

300 

389 
468 

561 
656 
746 
833 


106 
181 
255 

342 
440 
530 

633 
738 
840 
937 


120 
203 
286 

383 

492 
592 

706 

821 

932 

1040 


135 
226 
317 

425 
543 
654 

779 

903 

1038 

1161 


149 
249 
348 

466 
595 
716 


164 
272 
379 

507 
647 

778 


178 
294 
410 

548 
698 
840 


193 
317 
441 

590 
750 
901 


850  922  995  1067 

986  1069  1152  1234 

1118  11213  1305  |1400 

1246  1350  1455  1559 


222 
363 
503 

672 

853 

1025 

1212 
1400 
1588 
1770 


31  !  4 
44  4 
54   8 

63 
70 
76 

83 

88 

99 

109 


li-Inch  Square  Steel  Bars — J-Inch  Stirrups 


78 
142 
206 

274 
357 
432 

534 
622 
709 
792 


96 
170 
244 

325 
421 
509 


114 

198 

282 


132 
226 
320 


376  427 

485  |  549 
586  662 


623  712 

724  (  826 
819  940 
910  1049 


801 

928 

1054 

1176 


150 
255 
359 

478 
612 
739 

891 
1030 
1170 


168 
283 
397 

529 
676 
815 

980 
1132 

1285 


1305  1432 


186 
311 
435 

580 
740 
892 


204 
339 
473 

631 

804 
968 


230 
371 
511 

682 

867 

1045 


239 
395 
550 

733 

931 
1121 


1069  1158  1247  1337 
1234  1336  1438  1540 
1400  1515  |1630  1749 
1560  1687  1815  ,1948 


275 
451 
626 

835 
1058 
1274 

1515 
1744 
1980 
2205 


29  68  ,  10 
33  77  14 

30  85  14 


92 

98 

110 

116 


♦Allows  for  an  additional  bar  over  supports,  length  §  of  span. 
fAllows  for  two  additional  bars  over  supports,  length  £  of  span. 
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table  89]  WEIGHTS  OF  WALL  REINFORCEMENT       [steel 

For  Times  and  Costs  see  Chapter  XIX  For  use  of  table  see  p.  561 

10%  Allowance  has  been  made  for  lapping. 
HORIZONTAL  AND  VERTICAL  BARS  SPACED  EQUALLY 


J-Inch  Bars 

|-Inch  Babs 

4-Inch  Babs 

1-Inch  Babs 

|-Inch  Babs 

22 

5* 

.85  fc 

2  % 

§5 

81 

H 

O  M 

cr 

H 

O  M 

81 

H 

•O  m 

cr 

H 

o  « 

Si 

cr 

H 

cr 

< 

5 

0Q>. 

0Q 

§ 

«  B 

Tot 

CQ 

8 

«  B 

« 
* 

1 

h6 

QQ 

B  t3 

s 

2^* 

fc  s  £ 

QQ 
§ 
«  B 

£ 

§ 

|o2 

QQ 
| 

PS  ■ 

< 

B 1> 

h  «  2 

si 

< 

&, b  5 

B  & 

fc  B  « 

■  2 

§ 

0 

SlQ 

o 

n£Q 

© 

Si° 

o 

2 

«** 

§ 

5  S/S? 

►  B 

PS  P 

I 

2 

,2  So 

OQQ 

|3 

2 

0Q 

OGQ 

GO 

,5  So 

OQQ 

QQ 

ODQ 
1° 

3 

QQ 

pSSo 

OGQ 

In. 

In. 

p* 

lb. 

In. 

p* 

lb. 

in. 

p* 

lb. 

in. 

P* 

lb. 

In. 

p* 

lb. 

Square  Bai 

rs. 

12 

0.0013 

47 

24 

0.0015 

52 

24 

0.0026 

93 

36 

0.0027 

97 

4 

8 

0.0020 

70 

12 

0.0029 

105 

12 

0.0052 

186 

24 

0.0041 

146 

6 

0.0026 

93 

8 

0.0044 

157 

8 

0.0078 

280 

12 

0.0081 

292 

4 

0.0039 

140 

6 

0.0058 

209 

6 

0.0104 

373 

8 

0.0122 

438 

12 

0.0009 

47 

24 

0.0010 

52' 

24 

0.0017 

93 

36 

0.0018 

97 

0 

8 

0.0013 

70 

12 

0.0020 

105 

12 

0.0035 

186 

24 

0.0027 

146 

6 

0.0017 

93 

8 

0.0029 

157 

8 

0.0052 

280 

12 

0.0054 

292 

4 

0.0026 

140 

6 

0.0039 

209 

6 

0.0069 

373 

8 

0.0081 

438 

• 

12 

0.0007 

47 

24 

0.0007 

52 

24 

0.0013 

93 

24 

0.0020 

146 

36 

0.0020 

140 

8 

8 

0.0010 

70 

12 

0.0015 

105 

12 

0.0026 

186 

12 

0.0041 

292 

24 

0.0029 

210 

6 

0.0013 

93 

8 

0.0022 

157 

8 

0.0039 

280 

8 

0.0061 

438 

12 

0.0059 

420 

4 

0.0020 

140 

6 

0.0029 

209 

6 

0.0052 

373 

6 

0.0081 

584 

8 

0.0088 

630 

24 

0.0006 

52 

24 

0.0010 

93 

24 

0.0016 

146 

36 

0.0016 

140 

10 

12 

0.0012 

105 

12 

0.0021 

186 

12 

0.0033 

292 

24 

0.0023 

210 

8 

0.0017 

157 

8 

0.0031 

280 

8 

0.0049 

438 

12 

0.0047 

420 

6 

0.0023 

209 

6 

0.0042 

373 

6 

0.0065 

584 

8 

0.0070 

630 

24 

0.0005 

52 

24 

0.0009 

93 

24 

0.0014 

146 

36 

0.0013 

140 

12 

12 

0.0010 

105 

12 

0.0017 

186 

12 

0.0027 

292 

24 

0.0020 

210 

8 

0.0015 

157 

8 

0.0026 

280 

8 

0.0041 

438 

12 

0.0039 

420 

6 

0.0019 

209 

6 

0.0035 

373 

6 

0.0054 

584 

8 

0.0059 

630 

Round  Bars. 


12 

0.0010 

37 

24 

0.0012 

41 

24 

0.0020 

74 

36 

0.0021 

76 

4 

8 

0.0015 

56 

12 

0.0023 

81 

12 

0.0041 

147 

24 

0.0032 

114 

6 

0.0020 

75 

8 

0.0034 

122 

8 

0.0061 

221 

12 

0  0064 

229 

4 

0.0031 

112 

6 

0.0046 

163 

6 

0.0082 

295 

8 

0.0096 

343 

12 

0.0007 

37 

24 

0.0008 

41 

24 

0.0014 

74 

36 

0.0014 

76 

6 

8 

0.0010 

56 

12 

0.0015 

81 

12 

0.0027 

147 

24 

0.0021 

114 

6 

0.0014 

75 

8 

0.0023 

122 

8 

0.0040 

221 

12 

0.0042 

229 

4 

0.0020 

112 

6 

0.0031 

163 

6 

0.0054 

295 

8 

0.0064 

343 

12 

0.0005 

37 

24 

0.0006 

41 

24 

0.0010 

74 

24 

0.0016 

114 

36 

0.0015 

110 

8 

8 

0.0008 

56 

12 

0.0011 

81 

12 

0.0020 

147 

12 

0.0032 

229 

24 

0.0023 

165 

6 

0.0010 

75 

8 

0.0017 

122 

8 

0.0031 

221 

8 

0.0048 

343 

12 

0.0C46 

330 

4 

0.0015 

112 

6 

0.0023 

163 

6 

0.0041 

295 

6 

0.0064 

458 

8 

0.0069 

495 

24 

0.0005 

41  * 

24 

0.0008 

74 

24 

0.0013 

114 

36 

0.0012 

110 

10 

12 

0.0009 

81 

12 

0.0016 

147 

12 

0.0026 

229 

24 

0.0018 

165 

8 

C.0014 

122 

8 

0.0024 

221 

8 

0.0038 

343 

12 

0.0037 

330 

6 

0.0018 

163 

6 

0.0033 

295 

6 

0.0051 

458 

8 

0.0055 

495 

24 

0.0004 

41 

24 

0.0007 

74 

24 

0.0011 

114 

36 

0.0010 

110 

12 

12 

0.0008 

81 

12 

0.0014 

147 

12 

0.0021 

229 

24 

0.0015 

165 

8 

0.0011 

122 

8 

0.0020 

221 

8 

0.0032 

343 

12 

0.0031 

330 

6 

0.0015 

163 

6 

0.0027 

295 

6 

0.0042 

458 

)<J*V 

0.0C46 

495 

'Percentages  of  steel  are  values  in  this  column  multiplied  by  100. 
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TABLE  90]  WEIGHTS  OF  SLAB  REINFORCEMENT      [STEEL 

For  Times  and  Costs  see  Chapter  XIX.         For  use  of  table  see  p.  561. 


10%  Allowance  has  been  made  for  lapping. 

|-inch  bars,  24  Inches  apart  Included  in  weights  for  transverse  steeL 

oo 

j 
14 

f  < 

P-tflQ 

5* 

Size  of  Bars  in  Inches 

55 

V 

!' 

A' 

*' 

A' 

r 

!' 

i'    r   A' 

r 

A' 

f' 

r 

Weight  of  Square  Bars 

;  in  Pounds 

per  100  Square  Feet  of  Slab   ♦ 

Bars  4"  C.  to  C.  One  Wat 

Bars  «"  C.  to  C.  One  Wat 

1 

101 

198 

259 

328 

410 

496 

698 

78 

143 

182 

229 

288 

345  488 

2 

105 

206 

268 

341 

425 

518 

731 

81 

150 

190 

239 

296 

361 

507 

3 

108 

211 

278 

354 

444 

540 

764 

83 

154 

199 

251 

311 

376 

529 

Bars  8"  C.  to  C.  One  Wat 

Bars  12"  C.  to  C.  One  Wat 

1 

66 

115 

148 

184 

226 

272 

377 

54 

88 

110 

135 

164 

196 

270 

2 

67 

118 

152 

189 

232 

280 

392 

55 

91 

114 

140 

170 

203 

280 

3 

69 

123 

157 

196 

241 

291 

407 

56 

94 

118 

145 

176 

212 

293 

Weight  of  Round  Bars  in  Pounds  per  100  Square  Feet  of  Slab 


Bars  4*  C.  to  C.  One  Wat 

Bars  6r  C.  to  C.  One  Wat 

1 

88 

160 

210 

266 

327 

396 

561 

68 

117 

151 

189 

232 

275 

390 

2 

91 

165 

217 

275 

341 

412 

582 

71 

121 

156 

196 

241 

288 

404 

3 

93 

171 

225 

286 

355 

428 

605 

73 

125 

163 

204 

251 

300 

420 

Bars  8*  C.  to  C.  One  Wat 

Bars  12'  C.  to  C.  One  Wat 

1 

58 

95 

121 

150 

181 

218 

296 

50 

75 

92 

112 

135 

160 

218 

2 

60 

98 

125 

155 

189 

225 

312 

51 

77 

96 

117 

141 

165 

227 

3 

61 

100 

129 

160 

195 

233 

324 

52 

79 

99 

121 

146 

171 

235 

Note — Weights  increase  with  number  of  panels  per  bay  because  of  extra 
bends. 

Weights  of  Wall  Reinforcement.  Table  89.  This  table  gives  weights 
of  steel  for  different  thicknesses  of  walls  and  the  spacing  of  bars  of 
different  sizes  for  various  ratios,  or  percentages,  of  reinforcement. 
For  example,  an  8-inch  wall,  having  |-inch  square  bars  spaced  12 
inches  apart  each  way  will  require  106  pounds  of  steel  per  square  foot 
of  wall  surface.     The  ratio  of  steel  in  this  case  will  be  0.0015  (0.15%). 

Weights  of  Slab  Reinforcement.  Table  90.  Weights  per  100  square 
feet  of  floor  surface  are  given  for  different  spacings  and  diameters  of 
bars.  The  quantity  of  steel  increases  slightly  with  the  number  of  bends. 
To  prevent  shrinkage  cracks,  transverse  reinforcement  is  usually  pro- 
vided and,  to  approximate  average  conditions,  allowance  is  made  there- 
fore for  f-inch  bars  spaced  24  inches  apart. 


CHAPTER  XIX 

TABLES  OF  TIMES  AND  COSTS  BENDING  AND   PLACING 

STEEL 

The  labor  of  bending  and  placing  reinforcement  is  considered  most 
often  in  terms  of  the  cost  per  pound  or  per  ton  of  steel.  Although, 
as  indicated  below,  a  lump  price  per  pound  is  sometimes  best  to  use, 
it  is  ordinarily  inaccurate  because  the  labor  varies  so  greatly  with 
the  sise  of  the  bar,  the  amount  of  bending  required,  the  number  of 
stirrups  or  hoops,  and  other  conditions  governed  by  the  design. 

The  tables  presented  in  this  chapter  give  the  times  and  costs  of 
bending  and  placing  steel  of  various  sizes  under  the  different  condi- 
tions occurring  in  ordinary  practice.  The  values  given  for  average 
men  are  based  upon  average  conditions  and  those  given  for  quick 
men  are  based  on  very  good  men  working  hard  under  exceptionally 
competent  supervision,  but  not  by  the  piece  or  task. 

METHODS  AND  TOOLS  USED  IN  BENDING  AND  PLACING 
STEEL  REINFORCEMENT 

The  methods  employed  in  bending  reinforcing  bars  and  the  types  of 
machines  used  vary  according  to  the  diameter  and  length  of  the  bars. 
Personal  preference  of  the  steel  foreman  seems  to  play  a  more  im- 
portant part  in  this  department  of  construction  work  than  in  any  of 
the  others  for  this  is  generally  left  entirely  to  his  discretion.  A  type 
of  machine  used  for  bending  heavy  bars  and  for  j&kort  bends  is  shown 
in  Fig.  74,  page  563. 

Some  foremen  prefer  to  bend  all  reinforcing  bars  by  using  a  heavy 
pipe  slipped  on  over  the  bar  and  making  the  bends  either  around 
heavy  bars  placed  in  the  table,  as  shown  on  the  left  end  of  table  in 
Fig.  75,  page  564,  or  by  using  angles  as  shown  in  the  right  end  of  the 
same  table. 

A  tool  for  bending  slab  reinforcing  bars  in  place  on  the  floor  is 
shown  in  Fig.  46,  page  484. 

Reinforcing  bars  can  generally  be  bought  to  exact  length  but  on 
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every  job  more  or  less  cutting  must  be  done  by  hand.     A  useful 
machine  for  cutting  bars  by  hand  is  illustrated  in  Fig.  76,  page  565. 

ESTIMATING  APPROXIMATE  COST  OF  LABOR  PER  POUND 

OF  STEEL 

Frequently  when  an  estimate  is  wanted  at  once,  time  is  too  limited 
to  make  detail  computations  of  labor  costs. 


Fig.  74.    Machine  for  Bending  Reinforcing  Bars  (See  p.  562) 


In  such  cases,  an  approximate  price  per  pound  or  per  ton  must  be 
choseri  and  reference  may  be  made  to  Table  6  in  Chapter  I.  Though 
this  table  gives  a  range  in  prices,  it  covers  only  a  portion  of  the  field 
of  reinforced  concrete  design  so  that,  to  make  even  a  fair  guess,  rec- 
ords of  costs  are  necessary  on  other  structures  of  substantially  the 
same  design.  Careful  allowances  must  then  be  made  by  judgment 
for  differences  in  conditions  and  also  in  rates  of  wages. 
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BENDING  AND  PLACING  STEEL  565 

WAGES  OF  STEEL  WORKERS 

The  wages  of  workmen  bending  and  placing  reinforcement  vary 
more  than  on  almost  any  other  kind  of  construction  work.  The  rate 
that  must  be  paid  per  day  on  any  given  job  should  therefore  be  found 
out  in  advance.  Sometimes  structural  steel  men  are  employed  and 
sometimes  laborers  although  the  so-called  skilled  workman  may  not 
accomplish  any  more  work  in  a  day  than  the  lower  priced  man  after 
he  is  well  broken  in.  Carpenters  also  make  good  men  for  bending 
and  placing  reinforcement.  Under  the  ordinary  type  of  manage- 
ment, the  ability  of  the  foreman  plays  a  large  part  in  the  cost.  On 
most  jobs,  there  is  room  for  a  tremendous  advance  toward  more 
systematic  arrangement  in  the  handling  and  placing  of  the  steel. 

Notice  that  the  tables  of  costs  are  made  up  on  a  basis  of  30  and  10 
cents  per  hour  for  labor  and  the  values  must  be  corrected  for  other 
rates  of  wages. 


Fig.  76.    Machine  for  Cutting  Reinforcing  Bars  (See  p.  563) 

TASK-WORK.     TIMES  AND  COSTS 

To  fix  piece-rates  or  set  tasks  for  steel  workers,  the  methods  of  hand- 
ling material  must  be  taken  into  account  and  time  studies  made. 
Also,  a  definite  system  for  the  layout  of  the  work,  the  routing  of  the 
materials,  and  the  instruction  of  the  men  must  be  introduced.  Meth- 
ods adapted  to  scientific  management  are  discussed  in  Chapters 
IV  and  V.  The  values  given  in  the  tables  in  the  present  chapter  are 
valuable  when  fixing  tasks,  for  comparing  different  kinds  of  work, 
and  checking  the  ratios  of  one  kind  of  work  to  another. 

HOW  TO  USE  TABLES  OF  BENDING  AND  PLACING  STEEL 

To  use  the  tables  of  labor  of  reinforcement,  the  quantities  of  steel 
in  the  structure  should  be  taken  off  in  a  manner  similar  to  that  shown 
in  the  estimate  sheet  on  folding  page  693.  Having  made  out  the 
schedule,  the  times  or  the  costs,  whichever  are  required,  are  taken 
for  each  member  directly  from  the  tables  in  the  present  chapter- 
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"  Times  of  Labor"  are  given  usually  on  left  hand  pages  and 
"  Costs  of  Labor"  on  right  hand  pages.  For  ordinary  estimates,  where 
the  conditions  correspond  substantially  to  those  outlined  on  page  562, 
the  values  in  the  cost  tables  are  recommended.  Even  if  the  percent- 
ages for  overhead  charges,  etc.,  are  different  from  those  assumed,  the 
cost  tables  can  be  used  by  multiplying  the  values  by  a  definite  ratio 
to  fit  the  case  under  consideration.  Where  special  conditions  must  be 
taken  into  account,  the  tables  of  times  should  be  used  and  the  results 
reduced  to  costs,  introducing  the  proper  allowances  as  indicated  below. 

TABLES    OF    LABOR    ON  REINFORCEMENT 

Times  and  costs  per  member  for  bending  and  placing  steel  under 
average  conditions  met  with  in  ordinary  practice  are  given  in  Tables  91 
to  122.  The  times  and  the  costs  have  been  figured  for  square  bars 
but  will  apply  with  sufficient  accuracy  to  round  bars  of  the  given  diameter. 

The  values  include  all  of  the  labor  required  on  ordinary  jobs, 
such  as  carrying  bars  to  piles,  bending,  placing,  and  the  incidental 
work  of  handling. 

The  steel  foreman  and  other  labor  ordinarily  entered  in  the  job 
time  book  are  included  in  both  times  and  costs.  The  times  and 
costs  also  include  due  allowance  for  the  rests  and  unavoidable  delays 
occurring  throughout  the  day. 

The  costs  (but  not  the  times)  include  an  allowance  of  15%  for 
superintendence,  overhead  charges,  etc.,  made  up  as  follows: 

Superintendence  and  job  office  expenses 9% 

Contingencies  chargeable  to  labor 3% 

Liability  insurance  on  employees  and  public, 3% 

Total 15% 

The  costs  (but  not  the  times)  also  include  an  additional  15%  that 
has  been  added  to  allow  for  the  excessive  delays  that  usually  occur  in 
placing  reinforcement  through  lack  of  proper  supervision  and  organi- 
zation. If  the  jobs  are  well  managed,  this  may  be  deducted  from 
the  cost,  or  else  the  time  values  may  be  used  without  this  extra 
allowance.  The  times  therefore  apply  to  fairly  well  organized  but 
not  scientifically  managed  work. 

If  the  builders  are  inexperienced  add  50%  to  allow  for  delays  and 
inefficient  work. 
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TO  USE  TABLES  REFER  TO  FOLDING  PAGE  AS  INDICATED 

Column  Reinforcement,  Tables  91  to  94.  The  times  and  costs 
are  given  per  member,  so  that,  knowing  the  number  of  columns,  their 
length,  and  the  reinforcing  bars  in  each,  the  labor  can  be  figured  at 
once. 

Tables  are  given  for  two  conditions,  (l)  where  the  steel  is  made  up  on 
horses  and  then  placed  as  a  unit  and  (2)  where  the  bars  are  assembled 
in  place,  that  is,  set  up  individually  and  wired  together  there. 

Beam  and  Girder  Reinforcement,  Tables  95  to  118.  Pages  572  to 
595.  As  in  columns,  there  are  two  methods  of  assembling  and  plac- 
ing beam  and  girder  reinforcement.  The  first  method,  in  which  the 
steel  is  assembled  on  horses,  wired,  and  then  placed  as  a  single  unit, 
is  preferred  by  many  people  to  the  second  method,  that  of  assem- 
bling the  steel  in  place.  The  times  and  costs  are  given  in  the 
tables  for  both  of  these  methods.  The  times  or  costs  of  labor 
for  assembling  and  placing  the  reinforcement  for  a  beam  or  girder 
of  given  length  and  specified  number  and  size  of  tension  bars  can  be 
taken  directly  from  the  tables.  It  will  be  noticed  that  for  each  lay- 
out of  tension  bars,  a  definite  depth  of  beam  is  given  and  the  corre- 
sponding necessary  length  and  number  of  stirrups.  The  approximate 
depths  of  T-beams  have  been  figured  for  an  area  of  steel  half  way  be- 
tween the  areas  of  round  bars  and  square  bars  of  the  given  size  and 
number.  The  methods  of  computing  the  depths  of  beams  and  the 
stirrups  are  referred  to  on  page  535. 

Slab  Reinforcement,  Tables  119  to  121.  The  labor  on  slab  rein- 
forcement varies  so  much  with  the  number  of  bends  in  the  bars 
that  several  groups  are  given,  each  applying  to  a  special  condition. 
The  column  spacing  provides  for  panels  from  10  feet  square  to  30 
feet  square.  One  panel  per  bay  means  that  there  is  a  single  square 
or  oblong  panel,  corresponding  to  the  column  spacing,  and  surrounded 
by  beams  and  girders.  In  this  type,  the  slab  bars  have  two  double 
bends,  i.e.,  four  single  bends.  With  two  panels  per  bay,  the  bars  have 
eight  single  bends  and  with  three  panels  per  bay  they  have  twelve 
single  bends. 

Wall  Reinforcement,  Table  122.  Page  599.  The  use  of  this  table 
is  evident  from  inspection. 

Carrying  Steel,  Tables  123  and  124.  A  great  deal  of  time  is  wasted 
by  workmen  in  carrying  small  loads  of  steel  bars.  To  indicate  how 
Large  a  load  can  be  readily  carried  by  an  average  man  working  by  the 
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day,  the  number  of  bars  per  load,  their  weight,  and  the  number  of 
men  to  carry  each  load  are  given.  This  is  based  on  a  load  of  not  more 
than  60  pounds  per  man.  First-class  men  working  by  the  piece  or 
task  can  exceed  this,  running  up  to  say,  80  pounds  per  man. 

These  tables  are  convenient  also  for  showing  the  weights  of  bars  of 
different  sizes  and  lengths. 

Basis  of  Tables.     The  steel  tables  are  figured  upon  the  following 
basis,  which  is  in  accordance  with  the  practice  of  the  best  contractors. 
For  some  of  the  conditions,  see  also  folding  page  605. 
Column  Reinforcement: 

Hoop  spacing,  12-inch  centers. 

Ten  per  cent  extra  allowed  for  lapping  of  bars  or,  in  case  sleeves  are 
used,  to  cover  the-  cost  of  the  sleeves. 
Beam  Reinforcement: 

Twenty  per  cent  extra  allowed  for  lapping  of  bars.  This  provides 
for  lapping  one-half  of  the  bent  bars  one-fifth  of  the  span  at  each  end 
so  as  to  give  as  much  steel  over  the  supports  as  in  the  middle,  which 
is  good  design. 

For  length  of  stirrups,  the  ratio  of  depth  of  beam  plus  slab  is  taken 
as  2 J  times  the  width  of  the  beam. 
Slab  Reinforcement: 

Ten  per  cent  extra  allowed  for  lapping  of  bars. 

Transverse  steel,  f-inch  bars  2  feet  apart,  or  $-inch  bars  3  feet  apart 

Wire  every  third  bar  to  transverse  steel,  if  the  spacing  is  2  feet  or 
wire  every  other  bar  if  the  spacing  is  3  feet. 
Wall  Reinforcement: 

Ten  per  cent  extra  allowed  for  lapping  of  bars  or  waste  due  to  cut- 
ting. 

Wire  every  connection  between  horizontal  and  vertical  bars. 

EXAMPLES   OF  USE   OF  TABLES   BENDING  AND   PLACING 

STEEL 

The  use  of  the  tables  is  shown  in  the  form  of  estimate,  folding  page 
693,  and  is  illustrated  by  the  following  examples. 

Column  Steel.  Example  1:  What  is  the  average  cost  with 
labor  at  25  cents  per  hour,  of  bending  and  placing,  in  a  24-inch 
column,  12  feet  long,  four  1-inch  bars  having  jfe-inch  hoops, 
12  inches  center  to  center,  the  bars  being  assembled  on  horses 
then  placed?  DigitizedbyGoogIe 
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Solution:  From  Table  92,  page  570,  the  cost  of  bending  and 
placing  the  reinforcement  at  10  cents  per  hour  is  $0,261  and  at 
25  cents  per  hour  is  therefore  2.5  X  $0,261  =  $0,653. 

Example  2:  What  would  be  the  average  cost  of  labor  in  Ex- 
ample 1  in  a  well  organized,  but  not  scientifically  managed,  job 
where  the  allowance  for  superintendence,  overhead  charges,  etc. 
is  taken  as  10%,  this  value  having  been  found  on  a  previous  job 
under  similar  conditions,  instead  of  15%  as  used  in  Table  92? 

Solution:  At  25  cents  per  hour,  the  rate  of  labor  per  minute  is 
$0.00417.  Add  10%  for  superintendence,  overhead  charges,  etc., 
and  we  have  $0.00459  per  minute.  Find  total  time  from  Table  91 
as  118  minutes  and  obtain  total  cost  per  column  of  $0,542. 

This  could  have  been  found  directly  from  the -cost  in  Example  1 
by  first  taking  away  15%  from  the  cost  there  given,  to  allow  for  the 
well  managed  work  (see  p.  566),  and  then  taking  a  ratio  of  1.10  to 
1 .  15  to  change  from  the  15%  to  the  10%  overhead  charges.     We  would 

then  have  $0,653  4-  1.15  X  t^t  =  $0,543,  which  checks  with,  the 

1.15 

result  obtained  from  Time  Table  91. 

Beam  Steel.  Example  j:  For  twelve  beams,  20  feet  long 
between  centers  of  columns,  what  is  the  cost,  for  average  men  with 
wages  at  30  cents  per  hour,  of  bending  and  placing  reinforcement 
consisting  of  two  f-inch  straight  bars,  and  two  f-inch  bars  bent 
and  lapped  over  girder  or  column  at  each  end,  where  the  rein- 
forcement including  stirrups  is  assembled  on  horses,  then  placed? 

Solution:  From  Table  100,  page  577,  the  cost  of  labor  for  one 
beam  with  above  reinforcement  is  $0,744  and  for  twelve  beams  is 
$0,744  X  12  =  $8,928. 

Example  4:  For  ordinary  design  based  on  the  Joint  Committee 
recommendations,  how  many  f-inch  stirrups  will  be  required  in 
each  beam  in  Example  3? 

Solution:  From  Table  100,  page  577,  the  number  of  f-inch 
stirrups  is  given  as  8. 

Example  5:  If  x^-inch  stirrups  are  used  in  Example  3,  how 
many  will  be  required  and  how  spaced? 

Solution:     The  number  of  stirrups  is  inversely  proportional  to 

0.14X8 
their  cross  sections,  hence  the  number  required  will  be    n  1Q     = 

6  or  3  at  each  end.     The  spacing  is  determined  from  Table  9b  in 

Taylor  and  Thompson's  "  Concrete  Plain  and  Reinforced,"  second 

(Continued  on  page  604) 
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BEFORE  USING  THES-  TABLES,  OPEN  FOLDING  PAGE  606 
TABLE  91]     LABOR  0  fl  COLUMN  REINFORCEMENT     [TIMES 
ASSFM*  ,ED  ON  HORSES,  THEN  PLACED 

For  Costs  see  table  below  See  p.  566 


Size  of 
Hoops* 

TIME  IN  MINUTES  PER  COLUMN 

OF 

12 

Average  Men 

Quick  Men 

Dabs 

Inches 

-  - 

c.  toc. 

4  Babs 

8  Babs 

4  Bars 

8  Bars 

in. 

In. 

9  ft. 

12  ft. 

18  ft. 

6  ft. 

12  ft. 

18  ft. 

6  ft. 

12  ft. 

18  ft. 

6  ft. 

12  ft. 

18  ft. 

mln. 

mln. 

mln. 

mln. 

mln. 

mln. 

mln. 

min. 

mln. 

mln. 

mln. 

min. 

* 

A 

45 

79 

120 

71 

125 

186 

30 

53 

80 

47 

83 

124 

i 

A 

49 

95 

140 

79 

149 

220 

33 

63 

93 

53 

99 

147 

i 

59 

109 

160 

91 

173 

249 

39 

73 

107 

61 

115 

166 

l 

A 

62 

118 

180 

100 

188 

276 

41 

79 

120 

67 

125 

184 

i* 

i 

68 

129 

194 

110 

208 

306 

45 

86 

129 

73 

139 

204 

U 

i 

73 

139 

208 

120 

228 

336 

49 

93 

139 

80 

152 

224 

l* 

i 

79 

151 

224 

132 

251 

369 

53 

101 

149 

88 

167 

246 

i* 

* 

84 

163 

240 

144 

273 

401 

56 

109 

160 

96 

182 

267 

TABLE  92]  LABOR  ON  COLUMN  REINFORCEMENT 
ASSEMBLED  ON  HORSES,  THEN  PLACED 


[COSTS 


Size 

of 

Bars 

Size  of 

COST  IN  DOLLARS  PER  COLUMN 

Hoops* 

12 
Inches 

C.  TOC. 

Average  Men 

Quick  Men 

4  Bars 

8  Bars 

4  Bars 

8  Bars 

In. 

in. 

6  ft. 
I 

12  ft. 

I 

18  ft. 

I 

6  ft. 
$ 

12  ft. 
$ 

18  ft. 

$ 

6  ft. 

$ 

12  ft. 
$ 

18  ft. 

I 

6  ft. 
1 

12  ft. 
$ 

18  ft. 

$ 

li 
H 
U 
li 


li 
U 
if 


1 

a 

A 


LABOR  AT  301  PER  HOUR 


A 

1 


|0.297|0. 525^). 795|0.4680. 8281. 2330. 
.5250.9841.4580. 


0.3270. 6270 
0.3900.723 1 
0.4H0.783 


0.4500. 
0.486!0. 
0.525J1. 
0.5581 


855 
921 
002 


.9270 
.0520 
.1940 

.284  0 


.7261 

7951 

8731 

080|1. 590|0.9541 


3800 
4820 


1.603 
1.663 


1.146 
1.245 


6500 
8270 


3802.0280. 
5092.2260. 
662*2.4450. 
8092.6550. 


.3510 
.4170 
.4860 
.5250 


2970.5700 
3270.6150 
351|0. 

723 


.3150 
.3510 
.4050 
.4440 


.5281 


.495 
.636 


>. 549|0.822 
>.  6570.975 
1.7621.101 
.8281.221 


4860.9511.353 
1.005!  1.482 
1.134UL.629 
1.2061.770 


I 


LABOR  AT  101  PER  HOUR 


0,0991 
0.1090 
0.1300 
0.1370 

0.1500 
0.1620 
0.1750 
0.1860 


.  175,0.265b.  156J0 
.209,0.3090.1750 
.2410.3540.20110 
261J0.3980.221JO 

2850.4280.2420. 
3070. 4600. 2650 
3340. 494  0.291(0. 
3600.5300.3180 

i     T     i 


2760.41 
3280.481 
3820. 550J0 
4150. 609& 

4600. 676*0 
5030.742*0 
5540.815'0 
60310.8850 


.0660.117 
0730.139 
086'0.162 
.0900.175 

0990.1900 
.1090.2050 
1170.2210 
1230.2410 


1830 
2190 
2540 
2760 

3170 
335^ 
3780 
4020 


.274 
.328 
1.367 
.407 

.451 
1.494 
1.543 
L590 


•If  hoops  are  &"  smaller,  deduct  5%  from  times  and  costs;  If  rV*  larger,  add  5%. 
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table  93]     LABOR  ON  COLUMN  REINFORCEMENT    [TIMES 
ASSEMBLED  IN  PLACE 

For  Costs  see  table  below  See  p.  666 


Size  op 
Hoops* 

12 
Inches 
c.  TO  c 

TIME  IN  MINUTES  PER  COLUMN 

OF 

Avbraqb  Men 

Quick 

Men 

4  Bars 

8  Bars 

4  Bars 

8  Bars 

In. 

in. 

6  ft. 
min. 

12ft. 
min. 

18  ft. 
min. 

6  ft. 
min. 

12  ft. 
min. 

18  ft. 
min. 

6  ft. 
min. 

12  ft. 
min. 

18  ft. 
min. 

6  ft. 
min. 

12  ft. 
min. 

18  ft. 
min. 

i 
f 
1 
1 

li 
U 
if 
li 

A 

1 

4 

1 

t 
I 

i 

55 
62 
70 
72 

78 
84 
88 
92 

103 
117 
132 

138 

150 
161 
170 
179 

154 
173 
196 
206 

223 
240 
254 
267 

82 

94 

103 

110 

119 
127 
138 
149 

150 
175 
196 
208 

227 
245 
263 
280 

220 
257 
289 
307 

336 
365 
393 
420 

37 

41 
47 

48 

52 
56 
59 
61 

69 
78 
88 
92 

100 
107 
113 
119 

103 
115 
131 
137 

149 
160 
169 

178 

55 
63 
69 
73 

79 
85 
92 
99 

100 
117 
131 
139 

151 
163 
175 

187 

147 
171 
193 
205 

224 
243 
262 
280 

TABLE  94]  LABOR  ON  COLUMN  REINFORCEMENT    [COSTS 
ASSEMBLED  IN  PLACE 


Size 

op 

Bars 

Size  of 
Hoops* 

12 
Inches 
c.toc. 

COST  IN  DOLLARS  PER  COLUMN 

Average  Men 

Quick  Men 

4  Bars 

8  Bars 

4  Bars 

8  Bars 

in. 

*. 

6  ft. 
$ 

12  ft. 
I 

18  ft. 
I 

6  ft. 

I 

12  ft. 

I 

18  ft. 

I 

6  ft. 
I 

12  ft. 
$ 

18  ft. 
1 

6  ft. 

$ 

12  ft. 
I 

18  ft. 
S 

LABOR  AT  301  PER  HOUR 


u 
li 
If 
li 


A 

i 


0.3660.684 
0 


.4110 
4650 
4770 


.777 
.876 
.915 


0.5160.993 


0.558 
0.585 
0.609 


1.068 
1.128 
1.188 


1.0200.5430.996 


1550 
2990 
3650 

4760 
5900 
6530 
7700 


1.624 
1.684 
.729 

1.789 
1.843 
1.915 
.987 


704fo.  273k).  5160. 762 
914|0. 312  0.585b.  870 


1.458|0. 2460.4591 
l! 


1.151 
1.299 
1 .  3802 .  03410 .  31810 .  6120 .  918b .  483  0 .  921 1 .  359 


5062.126 
6262.41V— - 
7432. 604J0. 3900 
8542 

! 


.7810 


366b.  6630. 975 
4170.777,1.134 
4590.8671.281 


.3450.6620. 

0.372p.71l|l. 

7501. 

40510.7891. 


.525 
).564 
119'o!609 
179».657 


1.0021.485 
1.0801.611 
1.1611.737 
1.2361.857 


H 
If 


LABOR  AT  lOgf  PER  HOUR 


i 

I 
1 

I 
f 


1220 
1370 
1550 
1590 


.2280.34(A).  1810. 
.2590.3856. 2080 
.2920.433K).228j0. 
>.  305  0.455X).  2430. 


3320.486 
3870.568 
4330.638 
4600.678 


.0820 


).091 
.1040 
.1060 


1530. 

p.1720. 

1950. 

2040. 


0.1720.3310.492 
0. 1860.3560.530 


).  263  0.502  0.74 
).  281 0. 5420.  £ 
0 .  195  0 .  376|0 .  55110 .  3050 .  581,0 .  86 
0 .  203  0 .  396|0 .  590X) .  329  0 .  6180 .  92 


2280 
254  0 
2900 
3060 


0.32 


M22b.2210.325 

1390.2590.378 

1.153:0.289:0.427 

M61 0.307  0.453 

).  1750. 3340. 495 
). 1880. 3600. 537 


). 1150.221 
.1240. 2370. 3i 

) .  1300 .  250  0 .  373[0 .  203!0 .  3870 .  579 
1350. 2630. 3930. 219|0. 4120. 619 


•If  hoops  are  &"  smaller,  deduct  5%  from  times  and  costs;  if  &    larger,  add  5%. 
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TABLE  96]      LABOR  ON  BEAM  REINFORCEMENT       [TIMES 

ASSEMBLED  ON  HORSES,  THEN  PLACED 
For  Costs  see  opposite  page  '  See  p.  566 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE   605 

Times  based  on  average  workmen  and  well  organized  work.  They  include 
delays  occurring  throughout  the  day  (see  p.  566). 

For  ordinary  work  add  15%  to  times;  with  inexperienced  builders  add  50%. 

Column  spacings  of  10  ft.,  20  ft.  and  30  ft.  are  from  center  to  center  of  columns. 

Times  include  allowance  for  foremen,  sub-foremen,  etc.  (see  p.  566)  but 
do  not  include  superintendence,  contingencies,  liability  insurance,  profit,  or 
home-office  expense. 

Costs  on  opposite  page  include  all  allowances  except  profit  and  home-office 
expense. 

^-Inch  Steel  Bars — |-Inch  Stirrups 


TIME  IN  MINUTES  PER  BEAM 

a 

b 

Dumber 

op  Bars 



< 
a 

h 

« 

I 

Ss 

per 

Seam 

At 

ERA OR   1 

He* 

Quick  Mhn 

CD  fa 

H 

-3D 

Cn  l,U  S*'*r  ^T>  ■  f,r  ,f''n  **  ** 

Column  Spatinc;  cjc. 

g£ 

H  « 

28 

<  < 

S  »  9 

<  H  fc 

10frt 

4P 

Jf 

H 

Total 
No. 

20  ft. 

I   30  ft. 

1(1  ft. 

20  ft.    |   30  ft. 

Bars 

02 

*H 

it]  In. 

37 

mln. 

i    mln. 

60 

mln. 

mln. 

til  La. 

In. 

In. 

3 

2 

1 

54 

25 

36 

40 

11 

24 

6 

3 

1 

2 

35 

46 

54 

23 

31 

36 

11 

24 

4 

3 

1 

1 

i 

35 

41 

42 

23 

27 

28 

11 

24 

4 

4 

2 

2 

47 

61 

70 

31 

41 

47 

12 

28 

6 

4 

2 

1 

i 

47 

60 

6S 

31 

40 

45 

12 

28 

6 

5 

3 

2 

60 

77 

86' 

40 

52 

57 

14 

30 

8 

5 

2 

3 

55 

74 

85 

37 

49 

57 

14 

30 

6 

5 

2 

2 

l 

55 

73 

84 

37 

49 

56 

14 

30 

6 

6 

3 

3 

6S 

90 

102 

45 

60 

68 

15 

34 

8 

6 

3 

2 

l 

67 

80 

101 

45 

50 

67 

15 

34 

8 

6 

2 

3 

i 

63 

85 

97 

42 

57 

65 

15 

34 

6 

7 

4 

3 

86 

101 

125 

57 

67 

S3 

17 

38 

12 

7 

4 

2 

i 

S6 

100 

124 

57 

73 

83 

17 

38 

12 

7 

2 

3 

2 

72 

98 

112 

48 

65 

75 

17 

38 

G 

8 

5 

3 

105 

132 

149 

70 

88 

99 

18 

40 

1G 

8 

4 

4 

95 

121 

140 

63 

81 

93 

18 

40 

12 

8 

4 

2 

2 

94 

113 

137 

63 

75 

91 

18 

40 

12 

9 

5 

4 

116 

144 

160 

77 

96 

107 

19 

47 

16 

9 

5 

2 

2 

ill 

142 

157 

76 

95 

105 

19 

47 

16 

9 

4 

4 

1 

105 

133 

151 

70 

89 

101 

19 

47 

12 

10 

6 

2 

2 

132 

161 

ISO 

88 

107 

120 

20 

49 

20 

10    I 

5 

3 

2 

120 

150 

167 

80 

100       111 

20 

49 

16 

10    i 

4 

5 

i 

116 

144 

166 

77        96       111 

--       Digitized  by-VJ 

20     49 

12 
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TABLE  96]     LABOR  ON  BEAM  REINFORCEMENT      [COSTS 

ASSEMBLED  ON  HORSES,  THEN  PLACED 

Far  Times  see  opposite  page  See  pp.  566  and  672 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  606 

i-Inch  Steel  Bars — J-Inch  Stirrups. 


Number  of  Bars 
per  Beam 


11 


«  B  55 


COST  IN  DOLIARS  PER  BEAM 


Average  Men 


Column  Spacing  c.c. 


10  ft, 

$ 


20  ft. 
I 


30  ft. 
$ 


Quick  Men 


Column  Spacing  c.c. 


10  ft. 

S 


20  ft. 

I 


30  ft. 
I 


H  fa 
«<  O 

si 

In. 


WW 


in. 


LABOR  AT  301  PER  HOUR 


0.246 
0.201 
0.309 

0.441 
0.450 
0.570 

0.678 
0.621 
0.759 

0.870 
0.792 


0.357 
0.303 


0.396 
0.357 


0.396'  0.456 


0.510 
0.594 
0.669 

0.870 
0.774 
0.945 

1.062 
0.990 


0.567 
0.672 
0.828 

0.984 
0.912 
1.044 

1.188 
1.104 


0.165 
0.135 
0.207 

0.294 
0.300 
0.381 

0.453 
0.414 
0.504 

0.579 
0.528 


0.237 
0.201 
0.264 

0.339 
0.396 
0.447 

0.579 
0.516 
0.630 

0.718 
0.660 


0.264 
0.237 
0.303 

0.378 
0.447 
0.552 

0.654 
0.609 
0.6 

0.792 
0.735 


LABOR  AT  10£  PER  HOUR 

3 

2 

1 

0.082 

0.119 

0.132 

0.055 

0.079 

0.088 

11 

24 

6 

3 

1 

2 

0.067 

0.101 

0.119 

0.045 

0.067 

0.079 

11 

24 

4 

3 

1 

1 

1 

0.067 

0.091 

0.092 

0.045 

0.061 

0.061 

11 

24 

4 

4 

2 

2 

0.103 

0.132 

0.152 

0.069 

0.088 

0.101 

12 

28 

6 

5 

3 

2 

0.147 

0.170 

0.189 

0.098 

0.113 

0.126 

14 

30 

8 

5 

2 

3 

0.121 

0.163 

0.186 

0.081 

0.109 

0.124 

14 

30 

6 

6 

3 

3 

0.150 

0.198 

0.224 

0.100 

0.132 

0.149 

15 

34 

8 

6 

2 

3 

1 

0.138 

0.187 

0.214 

0.092 

0.125 

0.142 

15 

34 

6 

7 

4 

3 

0.190 

0.223 

0.276 

0.127 

0.149 

0.184 

17 

38 

12 

7 

2 

3 

2 

0.159 

0.216 

0.247 

0.106 

0.144 

0.165 

17 

38      6 

8 

5 

3 

0.226 

0.290 

0.328 

0.151 

0.193 

0.218 

18 

40     16 

8 

4 

4 

0.207 

0.258 

0.304 

0.138 

0.172 

0.203 

18 

40     12 

9 

5 

4 

0.253 

0.315 

0.348 

0.168 

0.210 

0.232 

19 

47  1  16 

9 

4 

4 

1 

0.231 

0.293 

0.332 

0.154 

0.195 

0.221 

19 

47     12 

i 

10 

6 

2 

2 

0.290 

0.354 

0.396 

0.193 

0.236 

0.264 

20 

49 

20 

10 

5 

3    !      2 

0.264 

0.330 

0.368 

0.176 

0.220 

0.245 

20 

49 

16 

10 

4 

5    ;      1 

0.255 

0.317 

0.365 

0.170 

0.211 

0.243 

20 

49     12 
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table  97]    LABOR  ON  BEAM  REINFORCEMENT         [times 

ASSEMBLED  ON  HORSES,  THEN  PLACED 

For  Costs  see  opposite  page  See  p.  566 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  606 

Times  based  on  average  workmen  and  well  organized  work.  They  include 
delays  occurring  throughout  the  day  (see  p.  566). 

For  ordinary  work  add  15%  to  times,  with  inexperienced  builders  add  50%. 

Column  spacings  of  10  ft.,  20  ft.  and  30  ft.  are  from  center  to  center  of  columns. 

Times  include  allowance  for  foremen,  sub-foremen,  etc.  (see  p.  566)  but 
do  not  include  superintendence,  contingencies,  liability  insurance,  profit,  or 
home-office  expense. 

Costs  on  opposite  page  include  all  allowances  except  profit  and  home-office 
expense. 


3 
4 

-Inch  Steel  Bars 

— i-Inch  Stirrups 

TIME  IN  MINUTES  PER  BEAM 

a 
< 

L 

0 

In 

[umber  of  j5ars 
per  Beam 

Average  Men 

Quick  Men 

<  ft 

o  s 
«  « 

3° 

in. 

O  h 

wg 

HGG 

in. 

3£ 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

w 

3  § 

U 

no"*  oq 
WE5 

^00 

Total 

No. 

Babs 

10  ft. 
min. 

20  ft. 
min. 

30ft. 
min. 

10  ft. 
min. 

20  ft. 
min. 

30  ft. 
min. 

3 
3 
3 

2 

1 
1 

1 

2 

1 

1 

75 
62 
59 

97 

78 
77 

107 
94 
94 

50 
41 
39 

65 
52 
51 

71 
63 
63 

16 

16 
16 

35 
35 
35 

14 

8 
8 

4 

4 

2 

2 

2 
1 

1 

90 

88 

112 
110 

132 
131 

60 
59 

75 

73 

88 
87 

18 
18 

40 
40 

14 
14 

5 
5 
5 

3 
2 
2 

2 
3 
2 

1 

116 
103 
102 

145 
131 
130 

170 
157 
155 

77 
69 
68 

97 

87 
87 

113 
105 
103 

20 
20 
20 

45 
45 
45 

20 
14 
14 

6 
6 
6 

3 
3 
2 

3 
2 
3 

1 

1 

131 
130 
119 

166 
163 
149 

198 
196 
182 

87 
87 
79 

111 

108 

99 

132 
131 
121 

22 
22 
22 

50 
50 
50 

20 
20 
14 

7 
7 

7 

4 
4 
2 

3 
2 
3 

1 
2 

166 
165 
127 

205 
203 
168 

242 
240 
207 

111 

110 

85 

137 
137 
112 

161 
160 
138 

24 
24 
24 

55 
55 
55 

28 
28 
14 

8 
8 
8 

5 
4 
4 

3 
4 
2 

2 

195 
180 

178 

239 
225 
221 

280 
268 
253 

130 
120 
119 

159 
150 
147 

187 
179 
169 

25 
25 
25 

57 
57 
57 

34 

28 
28 

9 
9 
9 

5 
5 
4 

4 
2 
4 

2 
1 

204 
202 
188 

253 
250 
239 

299 
295 

287 

136 
135 
125 

169 
167 
159 

199 
197 
191 

27 
27 
27 

69 
69 
69 

34 
34 

.  28 

10 
10 
10 

6 
5 

4 

2 
3 
5 

2 
2 

1 

230 
215 
202 

284 
268 
260 

333 
320 
312 

153 
143 
135 

189 
179 
173 

222 
214 

208 

29 
29 
29 

72 
72 
72 

40 
34 

28 
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table  98]    LABOR  ON  BEAM  REINFORCEMENT       [COSTS 

ASSEMBLED  ON  HORSES,  THEN  PLACED 

For  Times  see  opposite  page  See  pp.  556  and  574 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  606 

f-Inch  Steel  Bars — J-Inch  Stirrups 


Number  of  Bars 
per  Beam 


2§ 

<  < 


COST  IN  DOLLARS  PER  BEAM 


Average  Men 


Column  Spacing  c.c. 


10  ft. 
I 


20  ft. 

S 


30  ft. 

I 


Quick  Men 


Column  Spacing  c.c. 


10  ft. 
$ 


20  ft. 
I 


30  ft. 

I 


<  ft 
«  8 

< 


<  « 

O  0, 

t-3 


LABOR  AT  30j*  PER  HOUR 

3 
3 

2 
1 

1 
2 

0.495 
0.408 

0.642 
0.516 

0.705 
0.621 

0.330 
0.273 

0.429 
0.445 

0.468 
0.414 

16 
16 

35 
35 

14 

8 

4 
5 

2 
3 

2 
2 

0.594 
0.765 

0.738 
0.960 

0.870 
1.125 

0.396 
0.510 

0.492 
0.639 

0.579 
0.750 

18 
20 

40 
45 

14 
20 

6 

7 

3 
4 

3 
3 

0.864 
1.098 

1.095 
1.356 

1.311 
1.599 

0.576 
0.732 

0.729 
0.906 

0.876 
1.062 

22 
24 

50 
55 

20 

28 

8 
8 
9 

5 
4 
5 

3 
4 
4 

1.290 

1.188 
1.350 

1.581 
1.485 
1,671 

1.851 
1.770 
1.974 

0.858 
0.792 
0.900 

1.056 
0.990 
1.116 

1.236 
1.182 
1.341 

25 

25- 

27 

57 
57 
69 

34 

28 
34 

10 
10 

6 
5 

2 
3 

2 
2 

1.521 
1.422 

1.875 
1.770 

2.199 
2.115 

1.014 
0.948 

1.251 
1.179 

1.464 
1.410 

29 
29 

72 

72 

40 
34 

3 

2 

i  ! 

3 

1 

2 

3 

1 

1 

4 

2 

2 

5 

3 

2 

5 

2 

3 

6 

3 

3 

6 

2 

3    1 

7 

4 

3    I 

7 

2 

3  : 

8 

5 

3 

8 

4 

4 

9 

5 

4 

9 

4 

4 

LO 

0 

2 

[0 

5 

3 

LO 

4 

5     ' 

LABOR  AT  10*5  PER  HOUR 

1 

0.165 
0.136 
0.130 

0.214 
0.172 
0.169 

0.235 
0.207 
0.207 

0.110 
0.091 
0.087 

0.143 
0.115 
0.113 

0.156 
0.138 
0.138 

16 
16 
16 

35 
35 
35 

14 

8 
8 

0.198 
0.255 
0.226 

0.246 
0.320 
0.288 

0.290 
0.375 
0.345 

0.132 
0.170 
0.151 

0.164 
0.213 
0.192 

0.193 
0.250 
0.230 

18 
20 
20 

40 
45 
45 

14 

20 
14 

1 
2 

0.288 
0.262 
0.366 
0.280 

0.365 
0.328 
0.452 
0.370 

0.437 
0.400 
0.533 
0.456 

0.192 
0.175 
0.244 

0.187 

0.243 
0.218 
0.302 
0.247 

0.292 
0.266 
0.354 
0.304 

22 
22 
24 
24 

50 
50 
55 
55 

20 
14 
28 
14 

1 

0.430 
0.396 
0.450 
0.414 

0.527 
0.495 
0.557 
0.527 

0.617 
0.590 
0.658 
0.632 

0.286 
0.264 
0.300 
0.276 

0.352 
0.330 
0.372 
0.352 

0.412 
0.394 
0.437 
0.422 

2;5 

25 
27 

27 

57 
57 
69 
69 

34 

28 
34 

28 

2 
2 

1 

0.507 
0.474 
0.445 

0.625 
0.590 
0.573 

0.733 
0.705 
0.687 

0.338 
0.316 
0.297 

0.417 
0.393 
0.382 

0.488 
0.470 
0.457 

29 
29 

29 

72 
72 
72 

40 
34 

28 
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TABLE  99]    LABOR   ON  BEAM   REINFORCEMENT       [TIMES 


ASSEMBLED  ON  HORSES,  THEN  PLACED 


For  Costs  see  opposite  page 


See  p.  566 


BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE   605 

Times  based  on  average  workmen  and  well  organized  work.  They  include 
delays  occurring  throughout  the  day  (see  p.  566). 

For  ordinary  work  add  15%  to  times,  with  inexperienced  builders  add  50%. 

Column  spacings  of  10  ft.,  20  ft.  and  30  ft.  are  from  center  to  center  of  columns. 

Times  include  allowance  for  foremen,  sub-foremen,  etc.  (see  p.  566)  but 
do  not  include  superintendence,  contingencies,  liability  insurance,  profit,  or 
home-office  expense. 

Costs  on  opposite  page  include  all  allowances  except  profit  and  home-office 
expense. 

f-Inch  Steel  Bars — f-Inch  Stirrups 


umber  of  Bars 
psr  Beam 

TIME  IN  MINUTES  PER  BEAM 

a 
< 

a© 

*B 
oS 

In. 

o  * 
w  g 
S3 

■9" 

In. 

PS 

N 

Average  Men 

Quick  Men 

as 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

£2 

a 

28 

<  < 

GO 

2 
1 

1 

ooN5 

Total 
No. 
Bars 

10  ft. 
mln. 

20  ft. 
mln. 

30  ft. 
min. 

10  ft. 
mln. 

20  ft. 
mln. 

30  ft. 
mln. 

3 
3 
3 

i 

2 
1 

1 

65 
56 
54 

89 
80 

78 

109 

103 
100 

43 
37 
36 

59 
53 
52 

73 
69 
67 

18 
18 
18 

42 
42 
42 

8 
4 
4 

4 
4 

2 

2 

2 

1 

1 

81 
79 

113 
110 

142 
135 

54 
53 

75 
73 

95 

90 

21 
21 

48 
48 

8 
8 

5 
5 
5 

3 
2 
2 

2 
3 
2 

1 

105 
97 
96 

145 
138 
137 

181 
175 
172 

70 
65 
64 

97 
92 
91 

121 
117 
115 

24 
24 
24 

54 
54 
54 

12 

8 
8 

6 
6 
6 

3 
3 

2 

3 
2 
3 

1 
1 

122 
121 
102 

170 
168 
161 

215 
212 
206 

81 
80 
68 

113 
112 
107 

143 
141 
137 

26 
26 
26 

60 
60 
60 

12 
12 

8 

7 
7 
7 

4 
4 
2 

3 
2 
3 

1 
2 

149 
146 
127 

203 
200 
183 

254 
252 
236 

99 
97 

85 

135 
133 
122 

170 
168 
157 

28 
28 
28 

65 
65 
65 

16 
16 

8 

8 
8 
8 

5 
4 
4 

3 
4 
2 

2 

173 
170 
165 

235 

228 
224 

294 

288 
284 

115 
113 
110 

156 
152 
149 

196 
192 
190 

29 
29 
29 

67 
67 
67 

20 
16 
16 

9 
9 
9 

5 
5 
4 

4 
2 
4 

2 
1 

183 
181 
173 

252 

248 
243 

316 
312 
309 

122 
121 
115 

168 
165 
162 

211 
208 
206 

31 
31 
31 

78 
78 
78 

20 
20 
16 

10 
10 
10 

6 
5 
4 

2 
3 
5 

2 
2 
1 

204 
197 

188 

280 
274 
259 

351 
346 
341 

136 
131 
125 

188 
183 
173 

234 
231 
227 

34 
34 
34 

82 
82 
82 

24 
20 
16 
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TABLE  too]  LABOR  ON  BEAM  REINFORCEMENT         [COSTS 
ASSEMBLED  ON  HORSES,  THEN  PLACED 

For  Times  see  opposite  page  See  pp.  566  and  576 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

J-Inch  Steel  Bars — f-Inch  Stirrups 


COST  IN  DOLLARS  PER  BEA 

M 

sn 

4 
H 

II 

in. 

8 

"J 

fc  H 
BCQ 

in. 

* 

[umber  of  Bars 
per  Beam 

Average  Men 

Quick  Mi 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

H 

Sgg 

Total 
No. 
Bars 

28 

tfCQ 

<  t  w 

10  ft. 
$ 

20  ft. 
I 

30  ft. 
I 

10  ft. 
I 

20  ft. 

I 

30  ft. 
I 

LABOR  AT  30£  PER  HOUR 

3 
3 

4 

2 

i 

2 

1 
2 

2 

0.429 
0.369 
0.534 

0.588 
0.528 
0.744 

0.720 

0.678 
0.939 

0.285 
0.246 
0.357 

0.393 
0.351 
0.495 

0.480 
0.453 
0.627 

18 
18 
21 

42 
42 

48 

8 
4 
8 

5 

6 

7 

3 

3 
4 

2 
3 

0.693 
0.804 
0.984 

0.960 
1.110 
1.341 

1.194 
1.401 
1.680 

0.462 
0.537 
0.657 

0.639 
0.738 
0.894 

0.798 
0.936 
1.119 

24 
26 

28 

54 
60 
65 

12 
12 
16 

8 
8 
9 

5 
4 
5 

3 

4- 

4 

1.140 
1.122 
1.209 

1.551 
1.509 
1.665 

1.941 
1.902 
2.085 

0.762 
0.737 
0.804 

1.035 
1.014 
1.110 

1.296 
1.266 
1.389 

29 
29 
31 

67 
67 

78 

20 

16 
20 

10 
10 

6 
5 

2 
3 

2 
2 

1.347 
1.305 

1.848 
1.812 

2.316 

2.286 

0.897 
0.870 

1.236 
1.206 

1.545 
1.521 

34 
34 

82 

82 

24 
20 

LABOR 

AT  10^  PER  HOUR 

3 
3 
3 

2 

1 
1 

1 
2 
1 

1 

0.143 
0.123 
0.119 

0.196 
0.176 
0.172 

0.240 
0.226 
0.220 

0.095 
0.082 
0.079 

0.131 
0.117 
0.115 

0.160 
0.151 
0.147 

18 
18 
18 

42 
42 

42 

8 
4 
4 

4 
5 
5 

2 
3 
2 

2 
2 

3 

0.178 
0.231 
0.213 

0.248 
0.320 
0.304 

0.313 
0.398 
0.385 

0.119 
0.154 
0.142 

0.165 
0.213 
0.203 

0.209 
0.266 
0.256 

21 
24 
24 

48 
54 
54 

8 
12 

8 

6 
6 

7 
7 

3 
2 
4 
2 

3 
3 
3 
3 

1 
2 

0.268 
0.225 
0.328 
0.280 

0.370 
0.354 
0.447 
0.402 

0.467 
0.453 
0.560 
0.520 

0.179 
0.150 
0.219 
0.187 

0.246 
0.236 
0.298 

0.268 

0.312 
0.304 
0.373 
0.346 

26 
26 

28 
28 

60 
60 
65 
65 

12 

8 

16 

8 

8 
8 
9 
9 

5 
4 
5 

4 

3 
4 
4 
4 

1 

0.380 
0.374 
0.403 
0.380 

0.517 
0.503 
0.555 
0.535 

0.647 
0.634 
0.695 
0.680 

0.254 
0.249 
0.268 
0.253 

0.345 
0.338 
0.370 
0.356 

0.432 
0.422 
0.463 
0.453 

29 
29 
31 
31 

67 
67 

78 
78 

20 
16 
20 
16 

10 
10 
10 

6 
5 
4 

2 
3 
5 

2 
2 

1 

0.449 
0.435 
0.414 

0.616 
0.604 
0.575 

0.772 
0.762 
0.750 

0.299 
0.290 
0.276 

0.412 
0.402 
0.382 

0.515 
0.507 
0.500 

34 
34 
34 

82 
82 
82 

24 
20 
16 

578 


CONCRETE  COSTS 


TABLE  101]    LABOR  ON  BEAM  REINFORCEMENT  [TIMES 

ASSEMBLED  ON  HORSES,  THEN  PLACED 
For  Costs  see  opposite  page  See  p.  566 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

Times  based  on  average  workmen  and  well  organized  work.  They  include 
delays  occurring  throughout  the  day  (see  p.  566). 

For  ordinary  work  add  15%  to  times,  with  inexperienced  builders  add  50^. 

Column  spacings  of  10  ft.,  20  ft.  and  30  ft.  are  from  center  to  center  of  columns. 

Times  include  allowance  for  foremen,  sub-foremen,  etc.  (see  p.  566),  but  do 
not  include  superintendence,  contingencies,  liability  insurance,  profit,  or  home- 
office  expense. 

Costs  on  opposite  page  include  all  allowances  except  profit  and  home-office 
expense. 

1-Inch  Steel  Bars — f-Inch  Stirrups 


TIME  IN  MINUTES  PER  BEAM 

8 

h. 
0 

Nttmwrr 

of  Bam 

rl* 

fctt 
O  cu 

PER 

Beam 

Average  Mbn 

Quick  Men 

3  ° 

2  M 

IS 

PC 

It 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

h 

< 

"a 

5 

§3 

<   H  g 

9eS 

Si 

Total 
No. 

10  ft. 

20  ft. 

3(Wt. 

40  ft. 

10  ft. 

20  ft. 

30  ft. 

40  ft. 

Bars 

1- 

«*« 

«?« 

mln. 

mln. 

mln. 

mln. 

mln. 

mln. 

mln. 

mln. 

In. 

In. 

3 

2 

1 

89 

118 

148 

59 

79 

99 

21 

48 

12 

3 

1 

2 

74 

108 

138 

49 

72 

92 

21 

48 

6 

3 

1 

1 

i 

72 

103 

133 

48 

69 

89 

- 

21 

48 

6 

4 

2 

2 

109 

151 

191 

73 

101 

127 

24 

56 

12 

4 

2 

1 

i 

108 

147. 

186 

72 

88 

124 

24 

56 

12 

5 

3 

2 

138 

188 

238 

92 

125 

159 

27 

62 

16 

5 

2 

3 

134 

169 

235 

89 

113 

157 

27 

62 

12 

5 

2 

2 

i 

128 

163 

230 

85 

109 

153 

27 

62 

12 

6 

3 

3 

160 

222 

281 

117 

148 

187 

29 

68 

16 

6 

3 

2 

i 

156 

218 

276 

104 

145 

184 

29 

68 

16 

6 

2 

3 

i 

151 

212 

274 

101 

141 

183 

29 

68 

12 

7 

4 

3 

195 

267 

335 

130 

178 

223 

31 

72 

22 

7 

4 

2 

i 

192 

262 

330 

128 

175 

220 

31 

72 

22 

7 

2 

3 

2 

168 

240 

310 

112 

160 

207 

31 

72 

12 

8 

5 

3 

232 

312 

390 

420 

155 

208 

260 

280 

33 

80 

28 

8 

4 

4 

217 

300 

380 

412 

145 

200 

253 

275 

33 

80 

22 

8 

4 

2 

2 

211 

290 

368 

405 

141 

193 

245 

270 

33 

80 

22 

9 

5 

4 

234 

324 

410 

490 

156 

216 

274 

327 

36 

89 

28 

9 

5 

2 

2 

230 

316 

402 

484 

153 

211 

268 

323 

36 

89 

28 

9 

4 

4 

1 

220 

311 

398 

478 

147 

207 

266 

318 

36 

89 

22 

10 

6 

2 

2 

268 

360 

454 

545 

179 

240 

303 

363 

38 

94 

32 

10 

5 

3 

2 

253 

341  445 

536 

169 

227 

297 

358 

38 

94 

2S 

10 

4 

5 

1 

241 

343  442  532 

160  228 

295  355 

38 

94 

22 
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TABLE  102]  LABOR  ON  BEAM  REINFORCEMENT         [COSTS 
ASSEMBLED  ON  HORSES,  THEN  PLACED 

For  Times  see  opposite  page  See  pp.  566  and  578 

BEFORE  USING  THIS  TABLE,  OPEN   FOLDING  PAGE  605 

1-Inch  Steel  Bars — f-Inch  Stirrups 


COST  IN  DOLLARS  PER  BEAM 

< 
»o 

§£ 

in. 

O  0. 

ng 
ll 

in. 

* 

s 

Number  of  Bars 
per  Beam 

Average  Men 

Quick  Men 

W  a 

a  a. 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

h 

Sag 

<  i 

Totai 

No. 

Bars 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 

$ 

40  ft. 
* 

10  ft. 
1 

20  ft. 
* 

30  ft. 
* 

40  ft. 
* 

LABOR  AT  301  PER  HOUR 


3 
3 
4 

5 
6 

7 

8 
8 
9 

10 
10 


0.5880.7800.978 
0.4890.714'0.912 
0.7200.9961.260 

0.9121.2391.572 
1.0561.4701.854 
1.2901.7612.208 


1.5302 

1.431 

1. 


5452 


7702 


1 
1.671 


.0582. 

1.9802. 

1362. 


3763. 
2.3162. 


5802 
4902 
7123 

0003 
9403 


.775 
1.730 
.240 

.600 
.540 


0.3930.5220.654 
0.3270.4770.609 
0.4800.666J0.840 


6090 


0. 
0 
0.861 


7050 


.8251.047 
9811.236 
1.1761.476 


1. 0201. 371J1. 7191. 851 
0.954,1.320^.6651.821 
1.0321.4251.8092.160 


1.179 
1.116 


1.5842.001 
1.5451. 


9622 


2.400 
355 


21 

48 

21 

48 

24 

56 

27 

62 

29 

68 

31 

72 

33 

80 

33 

80 

36 

89 

38 

94 

38 

94 

LABOR  AT  lty  PER  HOUR 


3 
3 
3 

4 
5 
5 

6 
6 

7 
7 

8 
8 
9 
9 

10 
10 
10 


2 

1 

1 

2 

1 

1 

1 

2 

2 

3 

2 

2 

3 

3 

3 

2 

3 

1 

4 

3 

2 

3 

5 

3 

4 

4 

5 

4 

4 

4 

1 

6 

2 

2 

5 

3 

2 

4 

5 

1 

0.1960.2600.326 
0.1630.2380.304 
0.1580.2260.292 


2400 
3040 
2940 


0.3520 
0 
0 
0. 


.3320 
.4300 
.3700 


0.5150. 
0.4850. 


1.3320.420 
1.4130.524 
.3720.517 

4900.618 
.4660.603 
.5870.736 
.527P.682 

.8600 


0.5100.6860 
0.4770.6600.8300 


7120 
6850 


0.5900.7921.000 
0.5570.7720.980 
0.530  0.7550. 975 


.904 

.875 


925 
910 
1.080 
1.050 


2000 


1 

1.180 

1.170 


0.13l!o.  17410.218 
0.1090.1590.203 
0.1050.151 


0.1600 
0.2030. 
0.1960. 

0.2350. 
0.2220. 
0.2870. 
0.2480. 

0.3400. 
0.3180. 
0.3440. 
0.3240. 


2220 
2750 

2480 

3270. 
3120 
3920 
3520 

4570 
4400 
4750 
4570 


0.195 


.280 
.349 
.345 

.412 
.403 
.492 
.455 

.5730.617 
.5550.607 
.6030.720 
.5850.700 


.3930.5280.6670.800 
0.3720.5150.6540.785 
0. 3540. 503|0. 650  0.780 


21 

48 

21 

48 

21 

48 

24 

56 

27 

62 

27 

62 

29 

68 

29 

68 

31 

72 

31 

72 

33 

80 

33 

80 

36 

89 

36 

89 

38 

94 

38 

94 

38 

94 

580 


CONCRETE  COSTS 


TABLE  103]    LABOR  ON  BEAM  REINFORCEMENT  [TIMES 

ASSEMBLED  ON  HORSES,  THEN  PLACED 

Far  Costs  see  opposite  page  See  p.  566 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

Times  based  on  average  workmen  and  well  organized  work.  They  include 
delays  occurring  throughout  the  day  (see  p.  566). 

For  ordinary  work  add  15%  to  times,  with  inexperienced  builders  add   50%. 

Column  spacings  of  10  ft. ,  20  ft.  and  30  ft.  are  from  center  to  center  of  columns. 

Times  include  allowance  for  foremen,  sub-foremen,  etc.  (see  p.  566)  but 
do  not  include  superintendence,  contingencies,  liability  insurance,  profit,  or 
home-office  expense. 

Costs  on  opposite  page  include  all  allowances  except  profit  and  home-office 
expense. 


M- 

Inch  Steel  Bars — £-Inch  Stirrups 

umber  of  Bars 
per  Beam 

TIME  IN  MINUTES  PER  BEAM 

,1 

<  1  *  - 

c 

N 

Average  Men 

Quick  Men 

c.c. 

« 

«  « 

in. 

<  < 

K  (6 
in. 

PCS 

Column  Spacing  c.c. 

Column  Spacing 

£5 
2r 

w 

a« 

CO 

<  t 

Total 
No. 
Bars 

10  ft. 
min. 

20  ft. 
min. 

30  ft. 
min. 

40  ft. 
min. 

10  ft. 
min. 

20  ft. 
min. 

30  ft. 
min. 

109 
107 
103 

40  ft. 
min. 

0^ 

3 
3 
3 

2 
1 

1 

1 

2 

1 

1 

89 
84 
81 

126 
121 
116 

163 
161 
154 

59 
56 
54 

84 
81 

77 

24 
24 
24 

54 
54 
54 

8 
4 
4 

4 
4 

2 
2 

2 

1 

1 

116 
113 

166 
161 

216 
210 

77 
75 

111 
107 

144 
140 

27 
27 

63 
63 

8 
8 

5 
5 
5 

3 
2 
2 

2 
3 

2 

1 

150 
144 
141 

211 
206 
202 

274 
270 
264 

100 
96 
94 

141 
137 
135 

183 
180 
176 

30 
30 
30 

70 
70 
70 

12 

8 
8 

6 
6 
6 

3 
3 
2 

3 
2 
3 

1 
1 

178 
174 
167 

252 
248 
244 

328 
322 
318 

119 
116 
111 

168 
165 
163 

219 
215 
212 

33 
33 
33 

76 
76 
76 

12 
12 

8 

7 
7 
7 

4 
4 
2 

3 
2 
3 

1 
2 

213 
209 
192 

297 
293 

278 

385 
380 
366 

142 

139 
128 

198 
195 
185 

257 
254 
244 

35 
35 
35 

83 

83 
83 

16 
16 

8 

8 
8 
8 

5 
4 
4 

3 
4 
2 

2 

246 
241 
232 

344 
338 
329 

442 
440 

428 

470 
468 
456 

164 
161 
155 

230 
226 
219 

295 
293 
286 

314 
313 
305 

37 
37 
37 

88 
88 
88 

20 
16 
16 

9 
9 
9 

5 
5 
4 

4 
2 
4 

2 
1 

262 
256 
253 

368 
361 
361 

470 
462 
460 

580 
569 
565 

175 
171 
169 

246 
241 
241 

314 
308 
307 

387 
379 
377 

40 
40 
40 

99 
99 
99 

20 
20 
16 

10 
10 
10 

6 
5 
4 

2 
3 
5 

2 
2 

1 

290 

282 
278 

405 
398 
396 

520 
518 
517 

636 
635 
634 

194 

188 
185 

270 
266 
264 

346 
346 
345 

424 
423 
422 

42 
42 
42 

104 
104 
104 

24 
20 
16 
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TABLE  104]    LABOR  ON  BEAM  REINFORCEMENT         [COSTS 
ASSEMBLED  ON  HORSES,  THEN  PLACED 

For  Times  see  opposite  page  See  pp.  566  and  580 

BEFORE  USING  THIS  TABLE,  OPEN   FOLDING  PAGE  605 


H- 

Inch  Steel  Bars — \ 

-Inch  Stirrups 

COST  IN  DOLLARS  PER  BEAM 

3 
w 

82 

o  £ 

«  H 

^« 
in. 

a 
3* 

n  « 

ss 

in. 

0 

Number  of  Bars 
per  Beam 

Average  Men 

Quick  Men 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

a 

2S 

<<  < 

Sag 

<  S  a 

«&8 

s«P 

Total 
No. 
Bars 

10  ft. 
% 

20  ft. 
% 

30  ft. 
% 

40  ft. 

10  ft. 
6 

20  ft. 
% 

30  ft. 
% 

40  ft. 

LABOR  AT  30^  PER  HOUR 


5S80 


0 

0.555 

0.765 

0.990 
1.176 
1.410 


831 
0.798 
1.098 


6262 
5902 

7282 


1.074 
1.062 
1.425 


1.3951.806 
1.6652.166 
1.9562.550 


.2682.9253 

.2352 

.4303.096 


1.9202.6703.435 
1.8602.6253. 


4204 


3930 

3690 

0.5100 


096 

090 

3.825 


4.200 

.185 


6600 


0. 

0.786 

0.942 

1 

1.062 

1.152 

1.281 
1.242 


.5550.717 
.5310.708 
.7320.951 


.9301.206 
1.1101.449 
1.3201.701 


1.5151. 
1.4911. 
1.6202, 


9502 
9382 
0702 


1.7822.2892.802 
1.749,2.2802.796 


:.070 
1.064 
.550 


104 
104 


LABOR  AT  10j£  PER  HOUR 


0.1960.277 

0.1850.2660 

0.1780 


2550 


3300 


.2550 


0.358 
354 
338 


3660.475 
.4650.602 
0.3170.4530.595 


0.3920.5550.722 
0.3670.5370.700 
0.4700.6520.850 
0.4230.6120.805 


.5760 
.5570 

6400 
6200 
6120 


0.5420.7560.975 

0.5300.7450.9701 

0. 

0. 


(.810 
,795 


1.032 
1.010 


1.8901.145 
.875|1.140 
.870|1.138 


0.131 

0.1230.177 

0.119 


0.2120.3020.397 


1.032 

030 

1.275 

1.241 


1.400 
1.395 
1.390 


0.1850.239 

0.236 

0.1700.225 


1700 
2200 


.3140 
.2820 


4270 
4140 
4080 


L2440.317 
.3100.402 


0.2620.3700.483 

0.2450.358 

0 

0 


0.467 
.4400.567 
(.4080.537 


0.3620.5050 
0.3540.4970 
0.3840.5400.690,0.850 
0.3720.5300.6720.830 


.650  0.G90 
1.6460.688 
0,0 


.5940.7630.934 
.5830.7600.932 
.580'0.756i0.930 


99 
99 

104 
104 
104 
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CONCRETE  COSTS 


table  105]    LABOR  ON  BEAM  REINFORCEMENT         [times 
ASSEMBLED  ON  HORSES,  THEN  PLACED 

For  Costs  see  opposite  page  See  p.  566 

BEFORE  USING  THIS  TABLE,    OPEN  FOLDING  PAGE  605 

Times  based  on  average  workmen  and  well  organized  work.  They  include 
delays  occurring  throughout  the  day  (see  p.  566). 

For  ordinary  work  add  15%  to  times,  with  inexperienced  builders  add  50%. 

Column  spacings  of  10  ft.,  20  ft.  and  30  ft.  are  from  center  to  center  of  columns. 

Times  include  allowance  for  foremen,  sub-foremen,  etc.,  (see  p.  566),  but 
do  not  include  superintendence,  contingencies,  liability  insurance,  profit,  or 
home-office  expense. 

Costs  on  opposite  page  include  all  allowances  except  profit  and  home-office 
expense. 

lj-lnch  Steel  Bars — |-Inch  Stirrups 


UMBER 
PER 

of  Bars 
Beam 

TIME  IN  MINUTES  PER  BEAM 

s 

• 

N 

Average  Men 

Quick  Men 

H 
o  £ 
in. 

35 

in. 

»  a. 

2D 

Column  Spacing  c.c. 

fc5 

a 

IBS 

ik 

Total 
No. 
Bars 

10  ft. 
min. 

20  ft. 
min. 

30  ft. 
min. 

40  ft. 
min. 

10  ft. 
min. 

20  ft. 
min. 

30  ft. 
min. 

40  ft. 
min. 

8^ 

3 
3 
3 

2 
1 

1 

1 

2 

1 

1 

109 
104 
100 

154 
151 
147 

197 
197 
192 

73 
69 
67 

103 
101 

98 

131 

131 

128 

26 
26 
26 

60 
60 

60 

10 
6 
6 

4 

4 

2 
2 

2 

1 

1 

140 
136 

202 
197 

262 
260 

93 
91 

135 
131 

175 
173 

29 
29 

68 
68 

10 
10 

5 
5 
5 

3 
2 
2 

2 
3 
2 

1 

178 
173 
169 

254 
252 
246 

328 
327 
321 

119 
115 
113 

169 
168 
164 

219 
218 
214 

33 
33 
33 

77 
77 
77 

14 

10 
10 

6 
6 
6 

3 
3 
2 

3 
2 
3 

1 

1 

211 
206 
202 

304 

298 
297 

393 

387 
387 

141 
137 
135 

203 
199 
198 

262 

258 
258 

36 
36 
36 

85 
85 
85 

14 
14 
10 

7 
7 
7 

4 
4 
2 

3 
2 
3 

1 

2 

258 
253 
233 

365 
359 
341 

468 
462 
445 

172 
169 
155 

243 
239 
227 

312 

308 
297 

39 
39 
39 

92 
92 
92 

20 
20 
10 

8 
8 
8 

5 
4 
4 

3 
4 
2 

2 

297 

284 
280 

417 
413 
403 

535 
535 
522 

569 
567 
552 

198 
190 

187 

278 
275 
268 

356 
356 
348 

379 
378 
368 

40 
40 
40 

98 
98 
98 

24 
20 
20 

9 
9 
9 

5 
5 
4 

4 
2 
4 

2 

1 

313 
306 
304 

445 
437 
437 

575 
570 
565 

707 
706 
693 

209 
204 
203 

297 
292 
292. 

384 
380 
377 

472 
471 
465 

45 
45 
45 

110 
110 
110 

24 
24 
20 

10 
10 
10 

6 
5 
4 

2 
3 
5 

2 
2 
1 

350 
338 
334 

497 

487 
485 

640 
632 
626 

785  233 
778  !  225 
772  j  223 

332 
324 
323 

427 
422 
408 

523 
517 
515 

47 

47 

47 

116 
116 
116 

30 
24 
20 

BENDING  AND  PLACING  STEEL 
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table  106]    LABOR  ON  BEAM  REINFORCEMENT         [COSTS 
ASSEMBLED  ON  HORSES,  THEN  PLACED 

For  Times  see  opposite  page  See  pp.  566  and  582 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

1 1  -Inch  Steel  Bars — |-Inch  Stirrups 


COST  IN  DOLLARS  PER  BEAM 

, 

» 

fa 
o 

Number  of  Bars 
per  Beam 

Average  Men 

Quick  Men 

s 
3  fa 

s£ 

o  £ 
«  H 

in. 

o  eu  '  p  « 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

g  « 

C3  S 

gee 
in. 

£5 

02 

Total 

No. 

Bars 

10  ft.  1  20  ft. 
1          $ 

30  ft. 
* 

40  ft. 
% 

10  ft. 
$ 

20  ft. 
1 

30  ft. 
% 

40  ft. 
1 

LABOR  AT  30^  PER  HOUR 


0.720 

0.6 

0.924 


1.176 
1.395 
1.701 


3103 
2353 


1.020 

996 

1.335 


1.302 
1.302 
1.728 


6802 
9652 
4003 


.166 
.595 
.090 


1.9562.7603.5403.750 
1.8752.7303.5403.735 
2.0702.9403.7954.665 


.2704.2305.190 
.2104.1705.130 


4800 
4590 


0.6180.788 


0.786 
0.930 
1.134 

1.305 
1.236 
1.380 


.6780.867 
». 6660. 867 


1.119 
1.311 

1 


5992 


1.152 


1.446 
1.710 
061 


1.8362.361 
1.8082.361 


2.505 
2.490 
1.9622.5263.105 


1.5392.1782.8203.465 
1.4852.1452.7753.420 


60 
60 

68 

77 
85 
92 

98 

98 

110 

116 
116 


LABOR  AT  lOjzf  PER  HOUR 


2400.3400.434 


2300.332 


2200.3230.422 


0.3080.445 

0 

0. 


.3920 


.3800 

4650 
4450 
5670 
5120 


0  434 


0.576 
5600.722 
5550.720 


6550.865 

(.6540.854 

8001.030 

7500.980 


0.6520.920 
0.6250.910 
0.6900.980 
0.6700.960 


.0901 


0.7701. 

0.7451.070 

0.7351.068 


1.1801.250 
1.1801.245 
1.2651.555 
1.2401.520 


41011.730 
1.3901.710 
1.3801.700 


.1600 


0 

0.153 

0.1470.2150.282 


2260.289 
0.2220.289 


0.2060.2960.384 
0.2620.373|0.482 
0.253 


0.3700.480 


3100.437 


0.570 


2960.4360.568 


3780.533 


0.687 


3420.5000.655 


0.4350.6120.787 
0.4120.6060.7870 
0.4600.6540.842 
0.4460.6400.826 


0.5130. 
0.4950. 
0.4900. 


7260 
7150 
7120 


940 
1.925 
(.920 


0.835 

830 

1.035 

1.015 


1.155 
1.140 
1.135 


110 
110 

116 
116 
116 


584  CONCRETE  COSTS 

table  107]    LABOR  ON  BEAM  REINFORCEMENT  [TIMES 

ASSEMBLED  IN  PLACE 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE   60S 

For  Costs  see  opposite  page  See  p.  566 

^-Inch  Steel  Bars — |-Inch  Stirrups 


UMBER 

of  Bars 

TIME  IN  MINUTES  PER  BEAM 

s 

< 

M 

o 

N 

<5[  S 

PER 

Beam 

Average  Men 

Quick  Men 

a 

©  ft  ■  £  3 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

m  as 
o  £ 

«  H 

■  S.fcg 

H 

S5'^ 

Total 
No. 

od"*4  S 

3eg 

aeg 

10  ft. 

20  ft. 

30  ft. 

10  ft. 

20  ft. 

30  ft.: 

< 

Bars 

«pfl 

«&8 

mln. 

mln. 

mln. 

mln. 

mln. 

mln. 

In. 

In. 

4 

1 

1* 

19 

22 

24 

13 

15 

16 

7 

15 

2 

2t 

31 

37 

38 

21 

25 

25 

9 

20 

6 

2 

1 

i 

26 

31 

36 

17 

21 

24 

9 

20 

4 

3 

2 

i 

36 

52 

58 

24 

35 

39 

11 

24 

6 

3 

1 

2 

33 

45 

52 

22 

30 

35 

11 

24 

4 

3 

1 

1 

i 

33 

39 

41 

22 

26 

27 

11 

24 

4 

4 

2 

2 

46 

56 

67 

31 

37 

45 

12 

28 

6 

4 

2 

1 

l 

46 

55 

65 

31 

37 

43 

12 

28 

6 

5 

3 

2 

58 

70 

83 

39 

47 

55 

14 

30 

8 

5 

2 

3 

53 

67 

82 

35 

45 

55 

14 

30 

6 

5 

2 

2 

i 

53 

66 

81 

35 

44 

54 

14 

30 

6 

6 

3 

8 

66 

82 

98 

44 

55 

65 

15 

34 

8 

6 

3 

2 

l 

65 

81 

97 

43 

54 

65 

15 

34 

8 

6 

2 

3 

i 

61 

78 

93 

41 

52 

62 

15 

34 

6 

7 

4 

3 

83 

92 

120 

55 

61 

80 

17 

38 

12 

7 

4 

2 

l 

83 

91 

119 

55 

60 

79 

17 

38 

12 

7 

2 

3 

2 

70 

89 

107 

47 

59 

71 

17 

38 

6 

8 

5 

3 

102 

120 

143 

68 

80 

95 

18 

40 

16 

8 

4 

4 

92 

110 

134 

61 

73 

89 

18 

40 

12 

8 

4 

2 

2 

91 

103 

131 

61 

69 

87 

18 

40 

12 

9 

5 

4 

113 

131 

153 

75 

87 

102 

19 

47 

16 

9 

5 

2 

2 

110 

129 

151 

73 

86 

101 

19 

47 

16 

9 

4 

4 

1 

102 

121 

145 

68 

81 

97 

19 

47 

12 

10 

6 

2 

2 

128 

146 

173 

85 

97 

115 

20 

49 

20 

10 

5 

3 

2 

116 

136 

160 

77 

91 

107 

20 

49 

16 

10 

4 

5 

1 

113 

131 

159 

75        87 

106 

20 

49 

12 

*  1  additional  bar  over  support,  length  $  of  span, 
t  2  additional  bars  over  support,  length  f  of  spa%tiZe 
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table  108]    LABOR  ON  BEAM  REINFORCEMENT     [COSTS 
ASSEMBLED  IN  PLACE 

For  Times  see  opposite  page  See  pp.  566  and  584 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

£-Inch  Steel  Bars — J-Inch  Stirrups. 


Number  of  Bars 
per  Beam 


S3 

<  < 


Swg 


'  *rt 


COST  IN  DOLLARS  PER  BEAM 


Average  Men 


Column  Spacing  c.c. 


10  fv 

% 


20  ft. 
$ 


30  ft. 
$ 


Quick  Men 


Column  Spacing  c.c. 


10  ft. 

% 


20  ft. 
% 


30  ft. 
I 


82 

u 


*5 

w  5 


LABOR  AT  30^  PER  HOUR 


1 

1* 

0.126 

0.144 

0.159 

0.084 

0.096 

0.105 

7 

15 

4 

2 

2t 

0.204 

0.243 

0.252 

0.135 

0.162 

0.168 

9 

20 

6 

3 

2 

1 

0.237 

0.342 

0.384 

0.159 

0.228 

0.255 

11 

24 

6 

4 

2 

2 

0.303 

0.369 

0.441 

0.201 

0.246 

0.294 

12 

28 

6 

5 

3 

2 

0.384 

0.462 

0.546 

0.255 

0.309 

0.363 

14 

30 

8 

6 

3 

3 

0.435 

0.540 

0.648 

0.288 

0.360 

0.432 

15 

34 

8 

7 

4 

3 

0.549 

0.606 

0.792 

0.366 

0.405 

0.528 

17 

38 

12 

8 

5 

3 

0.672 

0.792 

0.945 

0.447 

0.528 

0.630 

18 

40 

16 

9 

5 

4 

0.750 

0.864 

1.011 

0.501 

0.576 

0.675 

19 

47 

16 

10 

6 

o 

2 

0.846 

0.966 

1.143 

0.5G4 

0.642 

0.762 

20 

49 

20 

LABOR  AT  10f*  PER  HOUR 

1 

2     . 
2 

1* 

2t 
1 

1 

0.042 
0.068 
0.057 

0.048 
0.081 
0.068 

0.053 
0.084 
0.079 

0.028 
0.045 
0.038 

0.032 
0.054 
0.045 

0.035 
0.056 
0.053 

7 
9 
9 

15 
20 
20 

4 
6 
4 

3 
3 
3 

2 
•1 

1 

1 
2 
1 

1 

0.079 
0.073 
0.073 

0.114 
0.099 
0.086 

0.128 
0.114 
0.090 

0.053 
0.049 
0.049 

0.076 
0.066 
0.057 

0.085 
0.076 
0.060 

11 
11 
11 

24 
24 
24 

6 
4 
4 

4 
5 
5 

2 
3 
2 

2 
2 
3 

0.101 
0.128 
0.117 

0.123 
0.154 

0.148 

0.147 
0.182 
0.180 

0.067 
0.085 
0.078 

0.082 
0.103 
0.099 

0.098 
0.121 
0.120 

12 
14 
14 

28 
30 
30 

6 
8 
6 

6 

6 

7 
7 

3 
2 
4 
2 

3 
3 
3 
3 

1 

2 

0.145 
0.134 
0.183 
0.154 

0.180 
0.172 
0.202 
0.196 

0.216 
0.205 
0.264 
0.236 

0.096 
0.089 
0.122 
0.103 

0.120 
0.115 
0.135 
0.131 

0.144 
0.137 
0.176 
0.157 

15 
15 
17 
17 

34 
34 

38 
38 

8 

6 

12 

6 

8 
8 
9 
9 

5 
4 

5 
4 

3 
4 
4 
4 

1 

0.224 
0.203 
0.250 
0.225 

0.264 
0.242 
0.288 
0.266 

0.315 
0.295 
0.337 
0.320 

0.149 
0.135 
0.167 
0.150 

0.176 
0.161 
0.192 
0.177 

0.210 
0.196 
0.225 
0.214 

18 
18 
19 
19 

40 
40 
47 

47 

16 
12 
16 
12 

10 
10 
10 

6 
5 

4 

2 
3 
5 

2 
2 

1 

0.282 
0.256 

0.248 

0.322 
0.300 
0.288 

0.381 
0.352 
0.350 

0.188 
0.171 
0.165 

0.214 
0.200 
0.192 

0.254 
0.234 
0.233 

20 
20 
20 

49 
49 
49 

20 
16 
12 

*  1  additional  bar  over  support,  length  f  of  span. 
f2  additional  bars  over  support,  length  §  of  span. 
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table  109]    LABOR  ON  BEAM  REINFORCEMENT  [TIMES 

ASSEMBLED  IN  PLACE 

For  Costs  see  opposite  page  See  p.  566 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

f-Inch  Steel  Bars — |-Inch  Stirrups 


umber  of  Barb 
per  Beam 

TIME  IN  MINUTES  PER  BEAM 

s 
< 

H 

s« 

a  ° 
CS 

n 

tr- 

<< 

5  « 

Si 

Hi 

in. 

23 

o 

N 

Average  Men 

Quick  Men 

« 

I* 

S  D 

PCS 

3j 

Column  Spacing  c.c 

Column  Spacing  c.c. 

2S 

* 

JeS 

Sag 

Total 

No.1 
Babs 

10  ft. 
mln. 

20  ft. 
mln. 

30  ft. 
min. 

10  ft. 
min. 

20  ft. 
mln. 

30  ft. 
mln. 

8& 

1 

1* 

28 

33 

38 

19 

22 

25 

lO 

8 

2 

2t 

50 

48 

70 

33 

32 

47 

14 

30 

14 

2 

1 

l 

39 

45 

53 

26 

30 

35 

14 

30 

8 

3* 

2 

l 

71 

92 

102 

47 

61 

68 

16 

35 

14 

3 

1 

2 

59 

74 

89 

39 

49 

59 

16 

35 

8 

3 

1 

1 

1 

56 

73 

89 

37 

49 

59 

16 

35 

8 

4 

2 

2 

85 

105 

125 

57 

70 

83 

18 

40 

14 

4 

2 

1 

1 

83 

103 

124 

55 

69 

83 

18 

40 

14 

5 

3 

2 

108 

136 

1«1 

72 

91 

107 

20 

45 

20 

5 

2 

3 

96 

123 

149 

64 

82 

99 

20 

45 

14 

5 

2 

2 

l 

95 

122 

147 

63 

81 

98 

20 

45 

14 

6 

3 

3 

122 

156 

188 

81 

104 

125 

22 

50 

20 

6 

3 

2 

1 

121 

153 

186 

81 

102 

124 

22' 

50  20 

6 

2 

3 

1 

110 

140 

173 

73 

93 

115 

22 

50  14 

7 

4 

3 

154 

192 

230 

103 

128 

153 

24 

55 

28 

7 

4 

2 

1 

154 

191 

228 

103 

127 

152 

24 

55 

28 

7 

2 

3 

2 

118 

158 

197 

79 

105 

131 

24 

55 

14 

8 

5 

3 

181 

224 

268 

121 

149 

179 

25 

57 

34 

8 

4 

4 

167 

211 

254 

111 

141 

170 

25 

57 

28 

8 

4 

2 

2 

165 

207 

240 

110 

138 

160 

25 

57 

28 

9 

5 

4 

190 

238 

284 

127 

159 

189 

27 

69 

34 

9 

5 

2 

2 

188 

235 

280 

125 

157 

187 

27 

69 

34 

9 

4 

4 

1 

175 

225 

272 

117 

150 

181 

27 

69 

28 

10 

6 

2 

2 

214 

267 

316 

143 

178 

210 

29 

72 

40 

10 

5 

3 

2 

200 

252 

304 

133 

168 

202 

29 

72 

34 

10 

4 

5 

-  1 

188 

244 

296 

125 

163 

197 

29 

72 

28 

*  1  additional  bar  over  support,  length  J  of  span. 
t  2  additional  bars  over  support,  length  $  of  span. 
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TABLE  no]    LABOR-ON  BEAM  REINFORCEMENT         [COSTS 
ASSEMBLED  IK  PLACE 

For  Times  see  opposite  page  See  pp.  566  and  586 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

f-Inch  Steel  Bars — j-Inch  Stirrups 


Number  of  Bars 
pbr  Bbam 


in 


Rfi 


COST  IN  DOLLARS  PER  BEAM 


Average  Men 


Column  Spacing  c.c. 


10  ft. 

$ 


20  ft. 
% 


30  ft. 
$ 


Quick  Men 


Column  Spacing  c.c. 


10  ft. 

$ 


20  ft. 
% 


30  ft. 

$ 


I 

R8 

si 


in. 


•40 

il 


In. 


li 


LABOR  AT  30j*  PER  HOUR 

1 

1* 

0.186 

0.219 

0.252 

0.123 

0.147 

0.168 

10 

23 

8 

2 

2t 

0.330 

0.315 

0.462 

0.219 

0.210 

0.309 

14 

30 

14 

3 

2 

1 

0.468 

0.606 

0.672 

0.312 

0.405 

0.447 

16 

35 

14 

4 

2 

2 

0.561 

0.693 

0.828 

0.375 

0.462 

0.542 

18 

40 

14 

5 

3 

2 

0.714 

0.900 

1.062 

0.477 

0.600 

0.708 

20 

45 

20 

6 

3 

3 

0.804 

1.032 

1.242 

0.537 

0.690 

0.828 

22 

50 

20 

7 

4 

3 

1.020 

1.266 

1.518 

0.681 

0.846 

1.014 

24 

55 

28 

8 

5 

3 

1.194 

1.482 

1.770 

0.798 

0.990 

1.179 

25 

57 

34 

9 

5 

4 

1.260 

1.566 

1.875 

0.840 

1.044 

1.251 

27 

69 

34 

10 

6 

2 

2 

1.410 

1.761 

2.0*5 

0.942 

1.176 

1.395 

29 

72 

40 

LABOR  AT  10f*  PER  HOUR 

1 
2 
2 

1* 

2t 

1 

1 

0.062 
0.110 
0.086 

0.073 
0.105 
0.099 

0.084 
0.154 
0.117 

0.041 
0.073 
0.057 

0.049 
0.070 
0.066 

0.056 
0.103 
0.078 

10 
14 
14 

23 
30 
30 

8 
14 

8 

3 
3 
3 

2 

1 
1 

1 
2 
1 

1 

0.156 
0.130 
0.123 

0.202 
0.163 
0.160 

0.224 
0.196 
0.196 

0.104 
0.087 
0.082 

0.135 
0.109 
0.107 

0.149 
0.131 
0.131 

16 
16 
16 

35 
35 
35 

14 
8 
8 

4 
5 
5 

2 
3 
2 

2 
2 
3 

0.187 
0.238 
0.211 

0.231 
0.300 
0.270 

0.276 
0.354 
0.328 

0.125 
0.159 
0.140 

0.154 
0.200 
0.180 

0.184 
0.236 
0.219 

18 
20 
20 

40 
45 
45 

14 
20 
14 

6 
6 

7 
7 

3 
2 
4 
2 

3 
3 
3 
3 

1 
2 

0.268 
0.242 
0.340 
0.260 

0.344 
0.308 
0.422 
0.348 

0.414 
0.381 
0.506 
0.434 

0.179 
0.161 
0.227 
0.173 

0.230 
0.206 
0.282 
0.232 

0.276 
0.254 
0.338 
0.290 

22 
22 
24 

24 

50 
50 
55 
55 

20 
14 
28 
14 

8 
8 
9 
9 

5 
4 
5 
4 

3 
4 
4 
4 

1 

0.398 
0.368 
0.420 
0.385 

0.494 
0.465 
0.522 
0.495 

0.590 
0.560 
0.625 
0.600 

0.266 
0.245 
0.280 
0.257 

0.330 
0.310 
0.348 
0.330 

0.393 
0.374 
0.417 
0.400 

25 
25 

27 
27 

57 
57 
69 
69 

34 

28 
34 
28 

10 
10 
10 

6 
5 
4 

2 
3 
5 

2 
2 

1 

0.470 
0.440 
0.414 

0.587 
0.555 
0.537 

0.695 
0.665 
0.652 

0.314 
0.293 
0.276 

0.392 
0.370 
0.358 

0.465 
0.443 
0.435 

29 
29 
29 

72 
72 
72 

40 
34 

28 

*1  additional  bar  over  support,  length  f-  of  span. 
|2  additional  bars  over  support,  length  $  of  span. 


588  CONCRETE  COSTS 

table  ill]    LABOR    ON   BEAM    REINFORCEMENT     [times 

ASSEMBLED  IN  PLACE 
For  Costs  see  opposite  page  See  p.  566 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

J-Inch  Steel  Bars — f-Inch  Stirrups 


umbbb  of  Babs 
pub  Beam 

TIME  IN  MINUTES  PER  BEAM 

s 

< 

X   H 

O  fc 
«  w 

In. 

<  < 

&•  a. 
°P 

B  OS 
In. 

J* 

0 

N 

AvUBAGD  MBN 

Quick  Mbn 

Is 

ii 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

£* 

s 
S3 

3U 

8«S 

Total 
No. 
Babs 

10  ft. 
mln. 

20  ft. 
mln. 

30  ft. 
mln. 

10  ft. 
mln. 

20  ft. 
mln. 

30  ft. 
mln. 

ld5 

1 
2 
2 

1* 

2t 

1 

l 

20 
40 
32 

26 
53 
43 

34 
69 
55 

13 
27 
21 

17 
35 

29 

23 
46 
37 

11 
15 

15 

24 
34 
34 

4 
8 
4 

3 
3 
3 

2 

1 
1 

l 

2 

1 

1 

61 
53 
51 

83 
75 
73 

102 
97 
94 

41 
35 
34 

57 
50 
49 

68 
65 
63 

18 
18 
18 

42 
42 
42 

8 
4 
4 

4 
4 

2 
2 

2 
1 

1 

74 
72 

104 
101 

132 
125 

49 
48 

69 
68 

88 
83 

21 
21 

48 
48 

8 
8 

5 
5 
5 

3 
2 
2 

2 
3 
2 

1 

95 

88 
87 

134 
127 
126 

168 
163 
160 

63 
59 

58 

89 
85 
84 

112 
109 
107 

24 
24 
24 

54 

54 
54 

12 

8 
8 

6 
6 
6 

3 
3 
2 

3 
2 
3 

1 
1 

111 

110 

93 

156 
155 

148 

200 
197 
191 

74 
73 
62 

104 

103 

99 

133 
131 
127 

26 
26 
26 

60 
60 
60 

12 

12 

8 

7 
7 
7 

4 
4 
2 

3 
2 
3 

1 
2 

138 
135 
117 

189 
186 
171 

238 
236 
221 

92 
90 

78 

126 
124 
114 

159 
157 
147 

28 
28 
28 

65 
65 
65 

16 
16 

8 

8 
8 
8 

5 
4 
4 

3 
4 
2 

2 

163 
160 
155 

221 
216 
210 

276 
270 
266 

109 
107 
103 

147 
144 
140 

184 
180 
177 

29 
29 
29 

67 
67 
67 

20 
16 
16 

9 
9 
9 

5 

5 
4 

4 
2 
4 

2 
1 

172 
170 
162 

237 
233 

228 

297 
294 
290 

115 
113 
108 

158 
155 
152 

198 
196 
193 

31 
31 
31 

78 
78 
78 

20 
20 
16 

10 
10 
10 

6 
5 
4 

2 
3 
5 

2 
2 

1 

192 
185 
177 

263 
257 
243 

330 
325 
320 

128 
123 

118 

175 
171 
162 

220 
216 
213 

34 
34 
34 

82 
82 
82 

24 
20 
16 

= — ■ 

*  1  additional  bar  over  support,  length  f  of  span, 
t  2  additional  bars  over  support,  length  £  of  span. 


589 

table  112]     LABOR  ON  BEAM  REINFORCEMENT     [costs 
ASSEMBLED  IN  PLACE 

For  Times  see  opposite  page  See  pp.  566  and  588 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

f-Inch  Steel  Bars — f-Inch  Stirrups 


• 

COST  IN  DOLLARS  PER  BEAM 

< 

2 

n 

< 
In. 

n 

<$ 
w« 

s  * 

5  2 

a" 

in. 

O 

Number  op  Bars 
per  Beam 

Average  Men 

Quick  Men 

H  on 

p  (4 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

*2 

i 

Straight 
1      Bars 

Bars 
with  4 
Bends 

■-S 

<  *  a 

Total 
No. 
Bars 

10  ft. 
% 

20  ft. 
% 

30  ft. 
% 

10  ft. 
% 

20  ft. 
% 

30  ft. 
% 

LABOR  AT  30j*  PER  HOUR 

1* 

2t 
2 

1 

0.132 
0.264 
0.402 

0.171 
0.351 
0.549 

0.225 
0.456 
0.672 

0.087 
0.177 
0.267 

0.114 
0.231 
0.366 

0.150 
0.306 
0.447 

11 
15 

18 

24 
34 
42 

4 

8 
8 

2 
3 
3 

2 
2 
3 

0.489 
0.627 
0.732 

0.690 

0.888 
1.029 

0.870 
1.110 
1.320 

0.324 
0.420 
0.489 

0.459 
0.591 
0.687 

0.579 
0.738 

0.882 

21 
24 
26 

48 
54 
60 

8 
12 
12 

1 

4 
5 
5 

6 

3 
3 
4 
2 

2 

0.912 
1.077 
1.137 
1.269 

1.248 
1.461 
1.566 
1.740 

1.572 
1.821 
1.959 
2.178 

0.609 
0.717 
0.759 
0.846 

0.834 
0.978 
1.044 
1.161 

1.050 
1.218 
1.305 
1.455 

28 
29 
31 
34 

65 
67 

78 
82 

16 
20 
20 
24 

LABOR  AT  10f*  PER  HOUR 


1 

2 

2 

1* 

2t 
1 

1 

0.044 
0.088 
0.070 

0.057 
0.117 
0.095 

0.075 
0.152 
0.121 

0.029 
0.059 
0.047 

0.038 
0.077 
0.063 

0.050 
0.102 
0.080 

11 
15 
15 

24 
34 
34 

4 

8 
4 

3 
3 
3 

2 
1 

1 

1 
2 

1 

1 

0.134 
0.117 
0.112 

0.183 
0.165 
0.161 

0.224 
0.214 
0.206 

0.089 
0.078 
0.075 

0.122 
0.110 
0.107 

0.149 
0.143 
0.138 

18 
18 
18 

42 
42 
42 

8 
4 
4 

4 
5 
5 

2 
3 
2 

2 
2 
3 

0.163 
0.209 
0.194 

0.230 
0.296 
0.280 

0.290 
0.370 
0.359 

0.108 
0.140 
0.129 

0.153 
0.197 
0.187 

0.193 
0.246 
0.239 

21 
24 
24 

48 
54 
54 

8 

12 

8 

6 
6 

7 

7 

3 
2 
4 
2 

3 
3 
3 
3 

1 
2 

0.244 
0.204 
0.304 
0.258 

0.343 
0.326 
0.416 
0.376 

0.440 
0.420 
0.524 
0.487 

0.163 
0.136 
0.203 
0.172 

0.229 
0.218 
0.278 
0.251 

0.294 
0.280 
0.350 
0.325 

26 
26 

28 
28 

60 
60 

65 
65 

12 

8 

16 

8 

8 
8 
9 
9 

5 
4 
5 
4 

3 
4 
4 

4 

1 

0.359 
0.352 
0.379 
0.357 

0.487 
0.476 
0.522 
0.503 

0.607 
0.595 
0.653 
0.640 

0.239 
0.235 
0.253 
0.238 

0.326 
0.318 
0.348 
0.335 

0.406 
0.397 
0.435 
0.427 

29 
29 
31 
31 

67 

67 
78 
78 

20 

16 
20 
16 

10 
10 
10 

6 
5 
4 

2 
3 

5 

2 
2 
1 

0.423 
0.407 
0.390 

0.580 
0.566 
0.535 

0.726 
0.715 
0.705 

0.282 
0.272 
0.260 

0.387 
0.378 
0.357 

0.485 
0.477 
0.470 

34 
34 
34 

82 
82 
82 

24 
20 
16 

*  1  additional  bar  over  support,  length  \  of  span. 
f2  additional  bars  over  support,  length  f  of  span. 
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CONCRETE  COSTS 


table  113]    LABOR  ON  BEAM  REINFORCEMENT  [Ti  MES 

ASSEMBLED  IN  PLACE 

For  Costs  see  opposite  page  See  p.  566 

BEFORE    USING  THIS  TABLE,  OPEN    FOLDING   PAGE  605 

1-Inch  Steel  Bars — |-Inch  Stirrups 


jmber  of  babs 
Per  Beam 

TIME  IN  MINUTES  PER  BEAM 

< 

H 
gtt 

8* 

O  03 

<  < 

O 

Ni 

Average  Men 

Quick  Men 

■  X 

eg 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

(4  H 

In. 

wS 

•-4 
in. 

91 

s 

28 
3" 

OQ 

3iB 

Sag 

TOTAL 

No. 
Bars 

10  ft. 
min. 

20  ft. 
rain. 

30  ft 
mln. 

40  ft. 
mln. 

10  ft. 
mln. 

20  ft. 
mln. 

30  ft. 
mln. 

40  ft. 
mln. 

Si 

1 
2 
2 

1* 

2t 

1 

1 

28 
55 
40 

35 
71 
56 

45 
90 
69 

19 
37 
27 

23 

47 
37 

30 
60 
46 

13 

17 
17 

28 
39 
39 

6 

12 

6 

3 
3 
3 

2 
1 
1 

1 

2 

1 

1 

83 
69 
67 

109 

100 

95 

136 
126 
122 

55 
46 
45 

73 
67 
63 

91 

85 
81 

21 
21 
21 

48 
48 
48 

12 
6 
6 

4 
4 

2 
2 

2 
1 

1 

99 

98 

137 
133 

172 
167 

66 
65 

91 
89 

115 
111 

24 
24 

56 
56 

12 
12 

5 
5 
5 

3 

2 
2 

2 
3 
2 

1 

125 
122 
116 

170 
153 
147 

214 
210 
207 

83 
81 

77 

103 
102 

98 

143 
140 
138 

27 
27 
27 

62 
62 
62 

16 
12 
12 

6 
6 
6 

3 
3 
2 

3 
2 
3 

1 
1 

145 
142 
137 

201 
197 
192 

253 

248 
246 

97 
95 
91 

134 
131 
128 

169 
165 
164 

29 
29 
29 

68 
68 
68 

16 
16 
12 

7 
7 

7 

4 
4 
2 

3 
2 
3 

1 
2 

179 
177 
155 

244 
240 
220 

305 
300 

282 

119 
118 
103 

163 
160 
147 

203 
200 

188 

31 
31 
31 

72 
72 
72 

22 
22 
12 

8 
8 
8 

5 
4 
4 

3 
4 

2 

2 

216 
201 
196 

288 
277 
268 

358 
350 
338 

384 
377 
370 

144 
134 
131 

193 
185 
179 

239 
234 
226 

256 
251 
247 

33 
33 
33 

80 
80 
80 

28 
22 
22 

9 
9 
9 

5 
5 
4 

4 
2 
4 

2 
1 

217 
214 
204 

299 
292 

288 

378 
370 
366 

448 
442 
437 

145 
143 
136 

199 
195 
192 

252 
246 
237 

299 
295 
292 

36 
36 
36 

89 
89 
89 

28 
28 
22 

10 
10 
10 

6 
5 
4 

2 
3 
5 

2 
2 
1 

249 
235 
224 

340 
333 
317 

417 
410 
407 

498 
490 
486 

166 
157 
150 

226 
222 
211 

275 
274 

272 

332 
327 
324 

38 
38 
38 

94 
94 
94 

32 

28 
22 

*  1  additional  bar  over  support,  length  f  of  span. 
t  2  additional  bars  over  support,  length  f  of  span. 
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TABLE  114]     LABOR  ON  BEAM  REINFORCEMENT 


591 
[COSTS 


ASSEMBLED  IN  PLACE 

For  Times  see  opposite  page  See  pp.  566  and  590 

BEFORE  USING  THIS  TABLE,  OPEN    FOLDING  PAGE  605 

1-Inch  Steel  Bars — f-Inch  Stirrups 


COST  IN  DOLLARS  PER  BEAM 

3 

>l 

o  & 
«  « 

in. 

§3 
°£ 

S5  H 

in. 

O 
tf 

Number  of  Bars 
per  Beam 

Average  Men 

Quick  Men 

Ss 
•2§ 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

*E 

HL3 

11 

* 

Sag 

3-8 

TOTAL 

No. 
Bars 

10ft. 
% 

20  ft. 
% 

30  ft. 
% 

40  ft. 

$ 

10  ft. 
% 

20  ft. 
% 

30  ft. 
% 

40ft. 
% 

LABOR  AT  30^  PER  HOUR 


1* 

2t 
2 

2 
3 
3 

4 
5 
5 

6 


0.18610 
0.363.0. 
0.5460. 


0 

0.825 

0 


9601 


2310 
4680 
7200 


6540.90611.134 
1.410 
1.671 


1.122 
.326 


1.611 

1 
071 


1.182 

1.425 

1 

1.64412.2502.7603 


9022 


.297 
.594 
.900 


2.016 
.361 
2.4902.955k) 


2.535 
955 
285 


0.1260 
0.2430 
0.3630. 

0.4350 
0.5490 
0.6420 


0.789 
0.951 
.942 
1.098 


1530 
3120 
4800 

6030 
7470 
8851 


.0741 


1.266 
1.350 
1.500 


U98 
396 
.600 

.756 
.942 
.116 


344 
1.575 
1.659 

1 


.8392 


1.689 

1.971 

190 


LABOR  AT  10ft  PER  HOUR 


1* 
2t 

1 

2 
1 

1 

2 
3 
2 

3 
2 
4 
2 

5 
4 
5 
4 

6 
5 
4 


0620.0770 
1210.1560 
0.0880.1230 


0.21810.30210 
0.2750.374k) 


1820.2400.300 

1520.2200.278 

0.1470.2090.268 


.378 

.470 

0.2690. 33610. 462 


.49310 


0.320k).  44210 
0.3040.4230 
0.3940.5370 
0.3400.4850 


0.5480.7500. 920|l 

0.51710. 

0. 


.732 
.697 


.099 
.198 
.152 


.557 
540 
.672 
620 


4750.6340.7870.845 


9021 


0. 
0.895 


0.0420.051 


0.081 


095  0. 
080  0. 


0.1040.132 


4420.6100.7700.830  0.2950.4070.5130.553 
4770.6570.8300.985  0.3140.4500.5530.657 


0. 

0.45010. 63410. 8050. 960k). 30010. 4220.5370.640 


3660 
3450 


1.070  0.328K) 


0.066 


0.0590.0820.102 

0.1210.1600.200 
0.1020.1470.185 
0.098|0.1390.179 

0.14510.2010.252 
0.1830.2490.314 
0.1790.2240.308 

0.2140.2950.372 
0.2030.2820.360 
0.2630.3580.448 
0.2270.3230.413 

0.3170.4220.525 


.5000.613 
.4880.602 
.4650 


5970 


0.563 


0.730 
0.720 
714 


*  1  additional  bar  over  support,  length  £  of  span. 
f2  additional  bars  over  support,  length  i  of  span. 
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CONCRETE  COSTS 


TABLE  115]    LABOR  ON  BEAM  REINFORCEMENT         [TIMES 

ASSEMBLED  IK  PLACE 
For  Costs  see  opposite  page  See  p.  566 

BEFORE  USING  THIS  TABLE,  OPEN   FOLDING  PAGE  605 

l|-Inch  Steel  Bars — |-Inch  Stirrups 


rMBBR  of  Bars 
pur  Beam 

TIME  IN  MINUTES  PER  BEAM 

a 

< 

3s 

RS 

o  E 
«  a 

< 

i 

U 

u  « 
o  S 

SB  ** 

5 

b. 
O 

Nt 

Average  Men 

Quick  Mscn 

Ee 

S3 

Column  Spacing  c.c 

Column  Spacing  c.c. 

Z* 

-  H 

ss 

3" 

3  £  fc 

Sag 

<* 

Total 
No. 

10  ft. 

20  ft. 

30  ft. 

40  ft. 

10  ft. 

20  ft. 

30  ft. 

40  ft. 

Bars 

* 

m£« 

«fS 

mln. 

mln. 

mln. 

mln. 

mln. 

min. 

mln. 

mln. 

In. 

In. 

1 

1 

1* 

25 

32 

43 

17 

21 

39 

14 

31 

4 

2 

2t 

51 

70 

91 

34 

47 

61 

19 

44 

8 

2 

1 

1 

43 

61 

78 

29 

41 

52 

19 

44 

4 

3 

2 

1 

82 

115 

147 

55 

77 

98 

24 

54 

8 

3 

1 

2 

77 

110 

145 

51 

73 

97 

24 

54 

4 

3 

1 

1 

1 

74 

105 

138 

49 

70 

92 

24 

54 

4 

4 

2 

2 

104 

148 

190 

69 

99 

127 

27 

63 

8 

4 

2 

1 

1 

102 

143 

185 

68 

95 

123 

27 

63 

8 

5 

3 

2 

135 

188 

242 

90 

125 

161 

30 

70 

12 

5 

2 

3 

130 

183 

238 

87 

122 

159 

30 

70 

8 

5 

2 

2 

1 

127 

180 

232 

85 

120 

155 

30 

70 

8 

6 

3 

3 

160 

224 

288 

107 

149 

192 

33 

76 

12 

6 

3 

2 

1 

157 

221 

284 

105 

147 

189 

33 

76 

12 

6 

2 

3 

1 

150 

217 

280 

100 

145 

187 

33 

76 

8 

7 

4 

3 

194 

269 

345 

129 

179 

230 

35 

83 

16 

7 

4 

2 

1 

190 

265 

340 

127 

177 

227 

35 

83 

16 

7 

2 

3 

2 

174 

252 

328 

116 

168 

218 

35 

83 

s 

8 

5 

3 

227 

316 

403 

423 

151 

211 

268 

282 

37 

88 

20 

8 

4 

4 

222 

311 

400 

421 

148 

208 

266 

281 

37 

88 

16 

8 

4 

2 

2 

214 

303 

390 

412 

143 

202 

260 

275 

37 

88 

16 

9 

5 

4 

242 

338 

427 

522 

161 

226 

285 

348 

40 

99 

20 

9 

5 

2 

2 

236 

332 

420 

517 

157 

221 

280 

342 

40 

99 

20 

9 

4 

4 

1 

234 

332 

418 

510 

156 

221 

278 

340 

40 

99 

16 

10 

6 

2 

2 

268 

372 

474 

573 

179 

248 

316 

383 

42 

101 

[   24 

10 

5 

3 

2 

261 

366 

472 

572 

174 

244 

314 

381 

42 

104 

I  20 

10 

4 

5 

1 

257 

360 

470 

570 

171 

240 

314 

380 

42 

10- 

[   10 

*  1  additional  bar  over  support,  length  |  of  span^zed 
1 2  additional  bars  over  support,  length  f  of  span. 
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TAB LE  1 16]    LABOR  ON  BEAM  REINFORCEMENT         [COSTS 

ASSEMBLED  IK  PLACE 

Far  Times  see  opposite  page  See  pp.  566  and  592 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

lj-lnch  Steel  Bars — ^-Inch  Stirrups 


COST  IN  DOLLARS  PER  BEAM 

< 

58 

RS 

Si 

in. 

H 

In. 

t 

Number  of  Bars 
per  Beam 

Average  Men 

Quick  Men  . 

a 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

r 

Total 

No. 

Bars 

10  ft. 

$ 

20  ft. 

% 



30  ft. 
$ 

40  ft. 
$ 

10  ft. 

$ 

20  ft. 
% 

30  ft. 
% 

40  ft. 

$ 

LABOR  AT  30^  PER  HOUR 


1* 

2t 
2 

2 
3 
3 

4 
5 
5 
6 


0.5400.7590.972 


1650 
3360 


6870 


0 

0.791 

1.056 


1.281 
1.5002 
1.5962 
1.7702. 


1.2100.285 
.4620.600 


978 
1.239 
1.479 


0852 
2322 
4603 


1.254 
1.596 
1.902 


1.7762.280 
6702 
8203 
1233 


0.141 


0.111 

0.2250.3090 

0.3600 


.7900 
.4501 
.7801 


4590 
5940 


.999 
.065 
.182 


0.189 

399 

5040^645 


1.651 

1.828 


0.7050.9841.269 


0.8581.182 
1.386 
1.485 
1.641 


0.834 
1.065 


1.521 
1. 
1. 
2 


7791 
8902 
0852 


.860 
1.295 
1.520 


31 
44 
54 

63 
70 
76 

83 

88 

99 

104 


LABOR  AT  m  PER  HOUR 


1* 

2t 
1 

2 

1 
1 

2 
3 
2 

3 
2 
4 
2 

5 
4 
5 
4 

6 
5 
4 


0.055!o.070!0.095 
0.1120.1540.200 
0.0950.1050.172 


0.1800 
0.170|0 
0.1630.231 


0.22910 
0.2970 
0.2860 


2530 


2420 


.324 
320 
0.304 


3260 
4130 
4000 


0.3520.4930.634 
0.3300.4770.615 
0.4270.5920.760 
0.3830.5550.722 


1.418 
.532 
.524 


.5900 


10.5650.791 


5000. 6950.890k) 
4900.6850.8800 
5320.7440.940 
5150.7300.920 


0. 
0.5750.8051 


820|1.041 

040 

1.035 


930  0 
928  0 

1.1500. 

1.120  0. 


360  0 
258  0 


0.0370. 
0.0750. 
0.0630. 

0.1200 
0.1130 
0.1090. 

0.1530. 
0.1980. 
0.1910 

0.2350. 
0.2200 
0.2860 
0.2550. 


.3330. 
3260. 
3550 
3430. 

.3940. 
.3830 


1.25310. 37710. 5280 


0470 
1030 
0700 

1680 
1610 
1540 

2170 
2760 
2660 

3280 
3180 
3940 
3700 

4620 
4570 
4950 
4870 

5470 
5370 


.063 
.133 
1.115 

1.215 
1.214 
.203 

1.278 
355 
.348 

.423 
.410 
.507 
.482 

.5930.620 
.5860.618 
.6300.765 
.6140.745 

.6950.840 
.6940.839 
.6900.833 


88 
99 
99 

104 
104 
104 


*  1  additional  bar  over  support,  length  f  of  span. 
1 2  additional  bars  over  support,  length  £  of  span. 
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CONCRETE  COSTS 


TABLE  117]    LABOR  ON  BEAM  REINFORCEMENT 

ASSEMBLED  IN  PLACE 


[TIMES 


For  Costs  see  opposite  page  See  p.  666 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 


lj-lnch  Steel  Bars — J-Inch  Stirrups 

\ 

Ne 

MBBR  of  Babs 
P«B  BBAM 

TIME  IN  MINUTES  PER  BEAM 

ii 

< 
In. 

Eg 
U 

in. 

35 
50 
50 

s 

AVEBAOB  MKW 

Quick  Mbn 

nS 
.°8 

6 

Column  Spacing  c.c. 

Column  Spacing  c.c. 

4| 

Total 
No. 
Barb 

10  ft. 
mln. 

20  ft. 
mln. 

30  ft. 
mln. 

40  ft. 
mln. 

10  ft. 
min. 

20  ft. 
min. 

30  ft. 
min. 

40  ft. 
mm. 

1 
2 
2 

1* 

2t 
1 

i 

34 
61 
55 

46 
87 
76 

59 
112 

98 

23 
41 
37 

31 
58 
51 

39 
75 
65 

16 
22 
22 

6 

10 

6 

3 
3 
3 

2 
1 

1 

l 

2 
1 

1 

99 
95 
90 

138 
136 
132 

175 

175 
171 

66 
63 
60 

92 
91 

88 

117 
117 
114 

26 
26 
26 

60 
60 
60 

10 
6 
6 

4 
4 

2 
2 

2 
1 

1 

126 
122 

178 
173 

225 
223 

84 
81 

119 
115 

150 
149 

29 
29 

68 
68 

10 
10 

5 
5 
5 

3 
2 
2 

2 
3 
2 

1 

160 
155 
152 

224 
222 
216 

282 
281 
276 

107 
103 
101 

149 
148 
144 

188 
187 
184 

33 
33 
33 

77 
77 
77 

14 
10 
10 

6 
6 
6 

3 
3 
2 

3 
2 
3 

1 
1 

190 
185 
182 

267 
262 
261 

338 
327 
326 

126 
123 
121 

178 
175 
174 

226 
218 
216 

36 
36 
36 

85 
85 
85 

14 
14 
10 

7 
7 
7 

4 
4 
2 

3 
2 

1 

2 

235 
230 
212 

328 
323 
307 

412 
408 
894 

156 
153 
141 

219 
215 

205 

275 
272 
262 

39 
39 
39 

92 
92 
92 

20 
20 
10 

8 
8 
8 

5 
4 
4 

3 
4 
2 

2 

273 
261 
258 

382 
378 
368 

487 
487 
475 

515 
513 
500 

182 
174 
172 

255 
252 
246 

326 
326 
317 

344 
342 
333 

40 
40 
40 

98 
98 
98 

24 

20 
20 

9 
9 
9 

5 
5 

4 

4 
2 
4 

2 
1 

288 
281 
280 

407 
400 
400 

524 
519 
515 

640 
639 
626 

192 

187 
187 

272 
267 
267 

349 
346 
344 

428 
427 
417 

45 
45 
45 

110 
110 
110 

24 
24 
20 

10 

ro 

10 

6 
5 
4 

2 
3 
5 

2 
2 

1 

322 
310 
306 

455 
446 
443 

582 
575 
570 

710 
705 
700 

214 
207 
204 

304 
298 
295 

388 
384 
380 

470 
473 
467 

47 
47 

47 

116 
116 
116 

30 
24 
20 

*  1  additional  bar  over  support,  length  \  of  span. 

t  2  additional  bars  over  support,  length  \  of  spaS9itiZf 
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TABLE  118]   LABOR  ON  BEAM  REINFORCEMENT         [COSTS 
ASSEMBLED  IN  PLACE 

For  Times  see  opposite  page  ^       See  pp.  566  and  594 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

lj-Inch  Steel  Bars — $-Inch  Stirrups 


COST  IN  DOLLARS  PER  BEAM 

3 

H 

ss 

In. 

§5 

in. 

s 

Ss 

p« 

NUMBBR  OF  BaBS 
PBR  BSAM 

Avsrags  Men 

Quick  Msn 

Colmmn  Spacing  c.c. 

Column  Spacing  c.c. 

55 1 

si 

^£3 

|a 

«flQ 

* 

■  «S 

•  ^  O 

K  B  2 

TOTAl 

No. 
Bars 

10  ft.   20  ft.   30  ft. 

Ill 

40  ft. 

1 

10  ft. 

1 

20  ft. 

1 

30  ft. 

1 

40  ft. 

1 

LABOR  AT  30g  PER  HOUR 


1* 

2t 
2 

2 
3 
3 

4 
5 
5 
6 


0.2250 

0.4020.5760 

0.6540.912 


8341 


0. 

1.056 

1.254 


.3030 


.176 
1.479 
1.761 


.6853 
.0003 


390 

.738 

1.155 


1.485 
1.860 
2.235 


0.1500.201 

0.21 

0 


1.55112.1662.730  1.0351.4461.821 

1. 8002. 5203. 210|3. 393|1. 200|1. 6802. 1452 
1.9022. 
2.1303. 


.4504.23011.266 
.8404.6801.41912 


.2670 


.4350 
.5560 


0.261 
3840.492 
6090.768 


0. 

0.7020.9841 

0.834 


1.176 


1.791 
001 


7860.990 

239 

1.471 


2952 


5623 


.265 
.820 
.120 


77 
85 

92 

98 

110 

116 


LABOR  AT  10ff  PER  HOUR 


1* 

2t 

1 

2 
1 
1 

2 
3 
2 

3 
2 
4 
2 

5 
4 
5 
4 

6 
5 

4 


0.07510.101 

0. 

0.121 


0.130 

1340. 1920.246 

0.1670.216 


.2180 


0. 
0 
0.1980.2910.377 


.2090 


.2780 


0 

0.3520.493|0 

0.341 


39210.495 

620 

10. 48910.619 


.6740 


.3040.385 
.3000.385 


0.71011.0001 

0.681 

0 


0.985 
975 


.280 
1.265 
1.250 


0. 
0. 
0.0810.101 


.2780 


0. 
0 
0. 
0.3120.4500.578 


.2660 
.3450 


0.4180.5870.745 
0.4000.5750.725 
0.5170.7220.910 
0.4670.6750.867 

0.60010.8401.0701.131 0.4000. 560|0. 7150 
0.5750.8321.0701.125  0.3840.5550.7150 
0.6340.8951.1501.410  0.4220.5970.7650 
0.6160.8801.1301.380  0.4120.5870.7530 


.0500 


.0890 


1450 
1390 
1320 

.1860 


0 

0.! 

0.2270. 


.2340 


1.56010.4730 

1.550 

1.540 


4550 


0670.0S7 

1280.164 

0.144 


.2030.256 
.2000.256 
M940.251 

2620.330 
3280.413 
3260.412 


6670 
6570. 


4480.6500.835 


.3920.497 
.3840.483 
.4820.607 


8541 
8431 


16 
22 
22 

26 
26 
26 

29 
33 
33 

36 
36 
39 
39 

.7561  40 

1.750  40 
1.940  45 
1.920  45 

47 
47 
47 


.040 

.035 

1.030 


35 
50 
50 

60 
60 
60 

68 
77 

77 

85 
85 
92 
92 

98 

98 

110 

110 

116 
116 
116 


*  1  additional  bar  over  support,  length  $  of  span. 
f2  additional  bars  over  support,  length  i  of  span. 


Digitized 


byGoogk 
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CONCRETE  COSTS 


TABLE  119]    LABOR  ON  SLAB  REINFORCEMENT  [TIMES 

For  Costs  see  opposite  pdge  See  page  567 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

Tables  based  on  average  men — for  quick  men  take  f  of  values  given  below. 
Column  spacing  is  to  be  taken  in  the  direction  in  which  the  slab  reinforce- 
ment runs. 

1  Panel  per  Bay  means  that  slab  is  the  full  span  given  under  Column 
Spacing. 

2  Panels  per  Bay  means  that  there  is  one  intermediate  beam,  so  that  the 
span  of  slab  is  one-half  the  Column  Spacing. 

3  Panels  per  Bay  means  that  there  are  two  intermediate  beams,  so  that  the 
span  of  slab  is  one-third  the  Column  Spacing. 


o 

7, 

TIME  IN  MINUTES  PER  100  SQUARE  FEET 

1  Panel  per  Bat 

2  Panels  per  Bat 

3  Panels  per  Bat 

2 

p 

* 

Bars  4*  c.c— 4  Bends 
per  Bat 

Bars  4*  c.c— 8  Bends 
per  Bat 

Bars  4'  c.c— 12  Bends 
per  Bat 

o 
ft. 

iln. 
min. 

fin. 
min. 

itn. 
min. 

fin. 
min. 

I  In. 
min. 

iln. 
min. 

fin. 
min. 

iln. 
min. 

fin. 
min. 

tin. 
min. 

iln. 
min. 

tin. 
min. 

tin. 
min. 

t  in. '  f  in. 

min.  i  min. 

I 

10 
15 

20 
30 

114 

98 

87 
78 

136 
119 

107 
97 

158 
141 

129 
119 

197 
178 

165 
153 

246 
223 

207 

192 

164 
133 

113 
94 

197 
160 

135 
116 

217 
182 

158 
128 

260 
222 

197 
175 

326 
279 

247 
221 

215 
169 

138 
121 

242 
193 

160 
133 

269 
220 

187 
159 

327i  406 
268  330 

229  287 
198;  248 

Bars  6*  c.c. — 4  Bends 
per  Bat 

Bars  6'  c.c— 8  Bends 
per  Bat 

Bars  6*  c.c— 12  Bends 
per  Bat 

10 
15 

20 
30 

75 

65 

58 
53 

94 
83 

76 
66 

109 

98 

90 
81 

132 
119 

110 
103 

167 
151 

140 
131 

108 

86 

72 
64 

129 
109 

95 
79 

148 
125 

110 
93 

176 
150 

133 

118 

220 

188 

167 
149 

142 
112 

92 
75 

167 
135 

113 

90 

186!  216 
152|  180 

130i  156 
107|  133 

275 

228 

196 
169 

Bars  8*  c.c— 4  Bends 
per  Bat 

Bars  8'  c.c— 8  Bends 
per  Bat 

Bars  8'  c.c— 12  Bends 
per  Bat 

10 
15 

20 
30 

59 
51 

45 
41 

70 
62 

56 
51 

80 
72 

66 
61 

101 
91 

84 
79 

126 
114 

105 

98 

102 

82 

68 
56 

116 
93 

78 
65 

132 
107 

92 

78 

154 
128 

111 
97 

194 
162 

140 

122 

110 

87 

72 
59 

122 
97 

81 
66 

140 
114 

96 

84 

167 
137 

117 
101 

206 
171 

147 
127 

Bars  12*  c.c. — 4  Bends 
per  Bat 

Bars  12*  c.c— 8  Bends 
per  Bat 

Bars  12'  c.c— 12  Bends 
per  Bat 

10 
15 

20 
30 

40 
35 

32 

28 

47 
42 

38 
35 

56 
49 

45 
42 

68 
63 

59 

|  54 

86 
79 

74 

68 

56 
46 

39 
33 

66 
55 

47 
41 

74 
63 

55 
49 

90 

77 

68 
61 

114 
98 

87 
77 

74 
59 

49 

1  40 

84 
67 

56 
47 

93 

76 

65 
55 

110 
92 

80 
1  69 

140 
117 

101 

87 

BENDING  AND  PLACING  STEEL 
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table  120]  LABOR  ON  SLAB  REINFORCEMENT 


[COSTS 


LABOR  AT  30c  PER  HOUR 

For  Times,  see  page  596  Far  10b  rate  see  page  598 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  606 

Column  spacing  is  to  be  taken  in  the  direction  in  which  the  slab  reinforce- 
ment runs. 

1  Panel  per  Bay  means  that  slab  is  the  full  span  given  under  Column 
Spacing. 

2  Panels  per  Bay  means  that  there  is  one  intermediate  beam,  so  that  the 
span  of  slab  is  one-half  the  Column  Spacing. 

3  Panels  per  Bay  means  that  there  are  two  intermediate  beams,  so  that  the 
span  of  slab  is  one-third  the  Column  Spacing. 


COST  IN  DOLLARS  PER  100  SQUARE  FEET 


1  Panel  per  Bat 


Bars  4"  c.c. — I  Bends 
per  Bay 


i  in., }  In.  I  \  In. 

•         *     1    « 


fin. 

$ 


Jin. 

$ 


2  Panels  per  Bay 


Bars  4'  c.c— 8  Bends 
per  Bay 


tin. 

$ 


|in. 
I 


Jin. 
I 


,*. 


*.*• 


3  Panels  per  Bay 


Bars  4'  c.c— 12  Bends 
per  Bay 


tin. 

$ 


fin.  *  In. 
$         $ 


fin.  '  fin. 


10 
15 

20 
30 


0.750.90,1.05 
0.650.790.94 

0.570.710.86 
0.52J0.64J0.79 


1.30 
1.18 

1.09 
1.02 


621 

480 


1.301.43 
1.05,1.21 


370.750.89,1.05 
270.620.77,0.85 


1.72 
1.47 

1.30 
1.16 


161 
851 


1.60il.78 
1.2711.45 


2.16,  2.68 
1.791  2.23 


640.921.061.24 


460 


.800.88jl.05 


1.52| 

1.311 


1.90 
1.64 


Bars  6'  c.c. — 4  Bends 
per  Bay 


Bars  6'  c.c— 8  Bends 
per  Bay 


Bars  6'  c.c— 12  Bends 
per  Bay 


10 
15 

20 
30 


0.490. 620. 72k).  87 
0.440.550.65,0.79 


0.390. 
0.350. 


500.600.73 
440.530.68 


93  0 

860 


1.110.720.850.98 
1.010.570.720.83 


.480.630.73 
.420.520.62 


1.16 
1.00 

0.88 
0.78 


450.941 
250.750 


100 
990 


Ml  .22 
W.01 


.610.7S0.86 
.490.590.70 


1.42 
1.19 

1.03 

0.88 


1.81 
1.50 

1.29 
1.12 


Bars  8'  c.c. — 4  Bends 
per  Bay 


Bars  8*  c.c— 8  Bends 
per  Bay 


Bars  8"  c.c— 12  Bends 
per  Bay 


10 
15 

20 
30 


0.390. 
0.340.41 


460 


53|0.67 
0.4810.61 


0.30'0.370.440.56 
0. 27,0. 33j0. 40  0.52 


820 
750 


.67,0. 
.540 


760 
620 


.87 
.71 


700.450.520.60 
65|0.37|0.43|0.51 


1.02 
0.86 

0.74 
0.64 


1.28 
1. 


08  0 


0.730 
560. 


0 
0.81 


930 


480 
0.390 


800 
650 

540 
440 


.92 
.76 

.64 
.56 


1.10 
0.92 

0.77 
0.67 


1.36 
1.13 

0.97 
0.84 


Bars  12'  c.c— 4  Bends 
per  Bay 


Bars  12*  c.c— 8  Bends 
per  Bay 


Bars  12"  c.c— 12  Bends 
per  Bay 


10 
15 

20 
30 


0.21 
0 


180 


0.260.310.370.45 
0.230.280.330.42 


0.250.300.39 
230.280.36 


560 
530 


.370.430.49 
.310.360.42 


500.260.310.37 
45I0.22J0.270.32 


0.59 
0.51 

0.45 
0.40 


750 
650 

570 
510 


.490.550.61 
.400.45,0.51 

.320.370.43 
.260.310.36 


0.73 
0.61 


0.93 
0.77 


0.53  0.66 
0.45J  0.57 
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CONCRETE  COSTS 


table  121]    LABOR  ON  SLAB  REINFORCEMENT         [costs 
LABOR  AT  10*5  PER  HOUR 

For  Times  see  page  596  For  80£  rate  see  page  597 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 

Column  spacing  is  to  be  taken  in  the  direction  in  which  the  slab  reinforce- 
ment runs. 

1  Panel  per  Bay  means  that  slab  is  the  full  span  given  under  Column 
Spacing. 

2  Panels  per  Bay  means  that  there  is  one  intermediate  beam,  so  that  the 
span  of  slab  is  one-half  the  Column  Spacing. 

3  Panels  per  Bay  means  that  there  are  two  intermediate  beams,  so  that  the 
span  of  slab  is  one-third  the  Column  Spacing. 


QQ 


O 


ft. 


COST  IN  DOLLARS  PER  100  SQUARE  FEET 


1  Panel  pub  Bat 


Bars  V  c.c— 4  Bends 
per  Bay 


u- 


fin. 
I 


Hn. 


,,». 


•  *. 


2  Panels  per  Bat 


Bars  4*  c.c— 8  Bends 
per  Bat 


*?• 


fin. 
$ 


*in. 
I 


fin. 
I 


•r 


3  Panels  per  Bat 


Bars  4*  c.c— 12  Bends 
per  Bat 


*r 


|  in. 
I 


iln. 

I 


t  In. 


*ln. 

$ 


10 
15 

20 
30 


0.250.300.350.43 
0.220.26^.310.39 


0.1910. 24^ 
0.170.210 


290 
260 


.36 
f.34 


0.54 
0.49 

0.46 
0.42 


0.36|0.430. 
0.300.350 


0.250.290.350 
0.210.260.280 


480 
400 


.58 
1.49 

.43 
.39 


0.72 
0.62 

0.55 
0.50 


0.470.540.590.720 
0.370 


310.35 


.420. 480. 60,0.74 
K).41< 


2710.29^.35,0 


0.510.63 


.440 


.55 


Bars  6'  c.c— 4  Bends 
per  Bat 


Bars  6*  c.c— 8  Bends 
per  Bat 


Bars  6'  c.c— 12  Bends 
per  Bat 


0.3l|o.36lo.4l!o.47'o.60 
0.250. 300. 34p. 40,0. 50 

0.200. 2510. 29  0.340.43 
0.160.20,0. 230. 29;0. 37 


10 
15 

20 
30 


170.200.240.29 
150.180.220.26 


0.130.170.200.24 
0.120.150.180.23 


0.37 
0.34 

0.31 
0.29 


0.24|0.28|o 
0.19K). 240. 


0.140.170.21 


330 
280 


2l|0.250.29 
0.26 


.39 
).33 


0.48 
0.42 

0.37 
0.33 


Bars  8"  c.c— 4  Bends 
per  Bat 


Bars  8'  c.c— 8  Bends 
per  Bat 


Bars  8*  c.c— 12  Bends 
per  Bat 


10 
15 

20 
30 


0.130.150 


0.11 


0.140 


.170.22 
.160.20 


0. UK). 120. 150. 19 

0.090.110.130.17 

1        i        i 


0.27 
0.25 

0.23 
0.22 


0.220 
0.180 


120 


250.290.34 
210.240.29 


150.170.200.25 
.21 


1.140. 


170 


0.43 
0.36 

0.31 
0.27 


0.24|0.27|0.31 
0.190. 


0.160. 
0.130. 


0.370.46 
22)0.2510.310.38 


180.2r0.260. 32 
15^.19:0.220.28 


Bars  12'  c.c— 4  Bends 
per  Bat 


Bars  12*  cc— 8  Bends 
per  Bat 


Bars  12'  c.c— 12  Bends 
per  Bat 


10 
15 

20 
30 


0.090.100 
0.08,0.090.11 


120 


0.070.080.100.13 
0.060.080.090.12 


15 

0.14 


0.19 
0.18 

0.16 
0.15 


0.120 
0.100 


140.160.20  0.25 
120.140.17  0.22 


0.090.100.120.15 
0.07|0.090.110.13 


160 
130 


0.19 
0.17 


1.180 
L150 


0.110.12;0 
0.090.100 


.2olo.24lo.31 
.17b.2d0.26 

.140.180 


12|0.15|0. 
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table  1 22]    LABOR  ON  WALL  REINFORCEMENT 

See  p.  567 
BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  605 


< 

Time  in  Minutes  per  100 

Cost  in  Dollars  per  100  Square  Feet  Surface  Area 

Square  Feet  Surface 

e 

< 

Area 

101  per  Hour 

30^  per  Hour 

© 

ga 

8§ 

s§ 

s* 

M 

PS 

83 

8? 

pS 

s3 

8? 

8? 

8? 

85 

Ml 

S  3 

s« 

»3h 

^« 

►irt 

•Sm 

£« 

&& 

£« 

£« 

■  »s« 

&& 

Am 

£« 

►H« 

as 

4* 

4. 

hU 

4. 

MN 

4* 

4. 

4. 

4. 

4. 

4. 

•*• 

4. 

4. 

4. 

In. 

mln. 

mln. 

mln. 

mln. 

mln. 

$ 

$ 

$ 

$ 

$ 

$ 

$ 

$ 

$ 

$ 

36 

_ 

_ 

30 

36 

_ 

_ 

— __ 

0.07 

0.08 

_ 

0.200.24 

24 

— 

36 

42 

48 

54 

— 

0.08 

0.09 

0.11 

0.12 

0.240.270.320.36 

12 

84 

96 

102 

114 

132 

0.18 

0.22 

0.23 

0.25 

0.29 

0.550.640.670.750.87 

8 

168 

180 

198 

216 

240 

0.37 

0.40 

0.43 

0.47 

0.53 

1.11 

1.191.301.421.58 

6 

276 

294 

318 

336 

— 

0.61 

0.65 

0.70 

0.74 

— 

1.82 

1.942.102.22 

4 

576 

— 

— 

—~* 

— 

1.26 

— ~* 

~~ * 

•—" 

3.79 

— 

— 

— 

~~~ 

For  weights  and  percentages  of  steel  in  wall  reinforcement,  see  Table 


IF  STEEL  IS  CUT  AT  PLACE  OF  ERECTION 


Cost  to  be  Added  per  Cut 

101  per  Hour 

3ty  per  Hour 

Size  of  Steel 

Size  of  Steel 

Size  op  Steel 

i  Inch 

}  Inch 

i  Inch 

J  Inch 

I  Inch 

i  Inch 

J  Inch 

1  Inch 

J  Inch 

mln. 

mln. 

mln. 

1 

1 

I 

I 

1 

I 

0.48 

1.02 

1.62 

0.0010 

0.0022 

0.0035 

0.0032 

0.0067 

0.0107 

TIME  AND  COST  OF  WIRING  ALL  CONNECTIONS  INCLUDED  IN 

ABOVE  TABLE 


Time  in  Minutes  per 

Cost  in  Dollars  per  100  Square  Feet  of  Surface  Area 

100  Square  Feet  of 
Surface  Area 

101  per  Hour 

30^  per  Hour 

Spacing  Each  Way 

Spacing  Each  Wat 

Spacing  Each  Way 

1 

CO 

s 

1 

B 

CO 

1 

1 

1 

eo 

1 

e« 

1 

uO 

1 

M 
| 

I 

CO 

co 

I 

8 
a 

5 

55 

00 

I 

«o 

■«»< 

a 

a 

a 

a 
8 

(3 

a 

d 

a 

d 

a 

I 

I 

$ 

$ 

$ 

$ 

$ 

$ 

t      :      » 

1 

$ 

$ 

6.0  13.252.8120.212. 

t        I        1        I 

474. 

0.013 

0.029 

0.116 

0.264 

0.466 

1.042 

0.039 

0.087 

0.348  0.792 

1.398 

3.126 

If  all  connections  are  not  wired,  deduct  the  proper  percentage  of  these 
values  from  totals  given  in  table. 

Example:  What  is  the  time  per  100  square  feet  of  surface  area  for  i*  bars 
spaced  8*  each  way,  only  one  half  of  the  bars  being  wired. 

Solution:  Since  only  one  half  of  the  bars  are  wired,  we  have  from  above 
times  of  wiring  one  half  of  120  or  60  minutes.  Time  per  100  square  feet,  there- 
fore, is  168  —  60  -  108  minutes  or  1.8  hours. 


600  CONCRETE  COSTS 

TABLE  123]  WEIGHTS  OF  ROUND 

BARS  AND  NUMBER  CARRIED 
PER  LOAD  (See  p.  567) 


[CARRYING 
STEEL 


An  average  man  carries  not  over  60  pounds.    For  first-class  men  working 
under  task  and  bonus,  increase  weights  by  about  \. 


Length  of  Bars  in  Feet 
8       10     12     14    16     18    20     22     24     26    28     30     32     34    36    40 


0.250. 340. 420. 500.590. 670. 760.840. 92 1.00 1.09 1.17 1.26 


0.261.572.092.61 
38 


W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 


1.04 


1.26 


W-. 
Bars 
Men 


"t.  per  Bar. 

—  per  load 

per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 


200|  i75 

.11 


ioq  180 

2 

1.50 
SO 
2 


160|  140 
2      2 


165  150 


1.691. 882.062.262.442. 632. 823. 003. 20!3.383. 76 


1.672.002.342.673.003.343.67 


0.674.005.346.678.009.34 


0.845.07 
12 


6.768.45 


7.57 
9 
1 


1.509.00 

7 


1.76 


10.6 
6 

1 


f't.  per  Bar. 
per  load 
per  load 


W'v. 

Bars 
Men 


3.133.654.184.705.225.746.266.787.31 


6.268.3410.4 


10.1 


10.1 
6 

1 

12.5 
5 

1 


12.6 
6  |    5 

1  I    1 

12.015.0 


90 


80 


4.004.344.675.01 


25 


33 


W't.  per  Bar.  |0.04 
Bars  per  load 
Men  per  load 

W't.  per  Bar.  10.09 0.560. 75 0.94 1.13 1.32 
Bars  per  load  ION  80    60    50 

Men  per  load  1  |    1      1      1 

W't.  per  Bar.  10.17 1.001. 34 
Bars  per  load  50    40 

Men  per  load  1      1 

W't.  per  Bar. 
Bars  per  load 
Men  per  load  1 

W't.  per  Bar.  0.372.2513. OO^. 754. 50J5.256.006. 757.5018.259.009.7510.5 
Bars  per  load  25    20    16     13     11     20     18  1  16    14     -■—■-- 

Men  per  load  1      1      1      1      1      2      2  |    2 

W't.  per  Bar.  10.513.074.095.116.137.158.189.2010.2 
Bars  per  load  19     15     12    11      8     15     13  l  12 

Men  per  load  1      1       1      1      1      2      2  |    2 


5 
1 

14.1 
4 

1 


7 

1 

11.8 
5 

1 


17. 


15.1 
4      3 

1       1 


17.621.1 
4 
1       1 


15 
2 

10.  t 
12 
2 

13.5 
9 
2 


14.615.7 


20.1 
6 
2 


2.0412.316.420.424.528.6 


25  I  23 
2      2 


12.0 
10 
2 

15.2 
8 
2 


13.3 
9 
2 

16.9 
7 
2 


18.820.922.9 


24.728.231.735.3 


11.2 
11 
2 

14.6 
9 
2 


19 


13  I  12  |  11 
2      2 

12.313.314.3 

10  I    9  i    8 

2      2      2 


16.01 


5 

2  I    2 


25.027.1 


1.341.431.511  .68 
130!  125  120  115 
3       3 


15 


3 


5.345.68,6.01 


26 


25 


45 
3 

6.67 
22 
3 


{.358.879.401i 


20  I  19 
3       3      3 


11.212.012  713.515.0 


11 
2 

15.3 
8 
2 


14  i  13  !  12 

3      3      3 


16.317.418.420.4 


10  I  10  ,    9 

3       3      3 


22.724.026.6 

8       8  17 
2  |    3  |    3  I    3  !    3 

I 


18.720.021.3 

7 
2 


18.620.322.023.725.327.028.730  433  8 


7  I    6  ;    6 
3  I    3       3      3 


31.3 
4  I    5 
2       3 


22.725.227.830.332.835.3 


38.842.3 


3  |    3  '     3      3 

■      !      I      I 

18.021. 024.027.030.033. 036.039.042.045.048.051. 054. 0'60  0 


33.435.537.541  6 
5  i    4      4 

3       3      3 


37.840.442.945.450  4 

5  |     4  |    4      4 


45.849.4 


2 


W't.  per  Bar. 

yf       Bars  per  load 

j  Men  per  load 


2.3514.118.823.5 


.736.840.845.049.053.157.2 


52.956.459.963.570  4 


28.132.937.542.246.951.656.361.065.7 

'I      


41    3  1    21    21    21    3  1    31    3  1    2  |    2  I    2  j    2 
1  I    1  I    1  '     1  |    1  1    2  j    2|    2|    2  I    2  |    2|    2 


3 


61.365.4 
2  I  3 
2       3 

70.475.1 
2  !    2 

2  ,    3 


3  I    3 
3      3 


3       3,3 

3  j    3      3. 

69.5  73.681.6 
2 
3  I 

79.884.5194.0 

2  12      2 

3  3      3 
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TABLE  i?3]  WEIGHTS  OF  ROUND 

BARS  AND  NUMBER  CARRIED 
PER  LOAD— Continued 

(See  p.  567) 


[CARRYING 
STEEL 


An  average  man  carries  not  over  60  pounds.    For  first-class  men  working 
under  task  and  bonus,  increase  weights  by  about  \. 


Length  of  Bars  in  Feet 
1      6      8      10     12     14    16     18     20    22     24     26     28    30    32     34     36    40 


W't.  per  Bar. 
Bars  per  1  oad 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

Wt.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 

W't.  per  Bar. 
Bare  per  load 
Men  per  load 

W't.  per  Bar. 
Bars  per  load 
Men  per  load 


2.67 


16.021.426.732.037.442.7148. 
4      3      2      2       12 
111112 


3.3820.327.033.840.547.3 


4. 17125.0133. 4|41. 7*50. 0^8.466.^75 
1      1 
1      1 


5.05^0.340.4 
2       1 
1       1 


6.00 


36.048.060.072.1 


7.05^42.356.4 

1 

1 


8.1849.065.481.898.2 


9.3956.3 

1 
1 


10.7'64.285.6 


12.072.096.0 
1 
2 


13.581.1 
1 
2 


15.090.4 

1 


16.7 


50.560.6^0. 780.8^0.9 
2 
3 


70.584.698.7 


75.193.9 


84.1 

1 
2 


107  128 


120  144 


54.060.867.674.381.187.894.6 
2      2      2       1111 
2      2      2      2      2      2      2 


150  171 


168  192 


210  240 
1       1 
3      4 


f  I 

053. 4158. 7  64. 069. 4 
2  2  2  |  2 
2      2      2      2 


83.591.8 


101 


216|  240|  264 
1 
4 


300  333 
1  1 
5 


2 
3 

111 

1 
2 

132 

1 
2 

155 

1 
3 

180 
1 
3 

207 

1 
3 

235| 
1 
4 


270]  297|  324 
1 


I        I        I 
74.780.185.490. 
2 


3671  400|  433 

1 


3001  330  360  390  420  450  480 
1111111 
5      6      6      7      7      7      8 


108 


211'  226 
1       1 
4      4 


282  301 
1  1 
5      5 


360^  384 
1 
6 


896. 


106 
2 
3 

135 
2 
4 

167 
1 
3 


172  182  202 
1       1       1 
3      3 


240 

1 
4 


327 

1 


376 
1 


385  428 

Si} 


480 
1 


540 
1 


600 

1 
10 

667 

1 

11 


Digitized 
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table  124]  WEIGHTS  OF  SQUARE 

BARS  AND  NUMBER  CARRIED 

PER  LOAD  (See  p.  567) 


[CARRYING 
STEEL 


An  average  man  carries  not  over  60  pounds.    For  first-class  men  working 
under  task  and  bonus,  increase  weights  by  about  J. 


0.21 


0.832. 002. 663.384.004.  W5.385.096 
30    22  I  18    15     13    22    20 
111112      2 


0.482.873.824.785.746.607.658.609 
20    16    13    11      0    16    14 
111112      2 


fy.653.91 
15 

1 


Length  of  Bars  in  Fbbt 


1      6      8    10     12     14     16    18    20 


24     26    28    30     32     34     36    40 


I 

.050.31 

200 

1 


1.27 
60 

1 


0.855.106.808.5010.211.9 


1.07 


1.33 


1.61 


1.91 


2.24 


2.99 


530 


0.420. 
142  112 
1       1 


1.702 

45    30 

1      1 


122 


5.21 
11 
1 


6.51 
9 
1 


W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar  b.  12 0.7l|0. 95 1.191 
Bars  per  load  85    62    50 

Men  per  load  111 

Wt.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

Wt.  per  Bar 
Bars  per  load 
Men  per  load 


9 

1 

7.97 

7 

1 


11.5 
5 

1 

13.5 
5 

1 


6.468.61 


10.613.3 


6 

1 

12.8 
5 

1 

15.3 
4 

1 


16.1 


19.1 
3 
1 


.640.740.850.95 
95 
1 


1 

1.67 

35 

1 


1.902.142. 382. 622. 863.09|3.33|3. 573.81 

55    50    72    66    60    54    50    46 

22338333 


542.973.393.82K 
25    20 
1      1 


7.81 
8 

1 


9.11 
6 
1 


10.712.915.0 


I 


10.4 
11 
2 


13.<H15.3 
9 


17.2 
7 
2 


19.322.5 
3  I    3 

1      1 


2.6015  620.826.031.236.4 


4 

1 

17.9 
3 
1 


23.929.935.9 


41.tf46.852.057.3j62.567. 7172.9178.083. 3|88.5|93.; 


11.7 
10 
2 


I       I       '       I 
1.061.171.271.381.481.1 


115,  155 
2      3 


112  130 
3      3 


244.665.095.51 

28    25 
2      2 


667.33 
18|16 
2      2 

5610.5 
13  12 
2      2 

13.014.3 


7.998.659.329.9910.6 


19.321.523.625.827.930.132.334.436.638.742 


17.018.720.422.1 


5.948.366.78  7.21 
25 
3 


11.512.4 


15.6,16.9 


18.219.520.822.1 


15.918.621.323.926.629.231.934.637.239.842.545.1 


22.926.830.634.438.342.045.949.753.657.4 


120  1141  106 
3      3  |    3 


13 
2 

13.4 
9 
2 


H.691.80 

ii  106  im 

8       3  I 
r3.81  4.05< 


14.3 
8 
2 


1.912.00 
15  190 
3     3 


054.284.80 


11.3 
16 
3 


15.316.2 
12     11 
3       3 


23.825.527.2*28.930.634.0 


12.0131 
15  |  14 

.,. 

17.219.2 

10  I   9 
3  I   S 

i 

23.426  0 

8  I   7 
3      S 


25.728.932.235.438.641.845.048.251.454.757.964.4 


61.265.068.978  4 


17. 922. 426.931. 435. 940.444.949.453. 958. 462.967.371. 876. 380. M 


41.847.853.859.8 


2 
2 

65.8 
2 
2 


71.777.783.789.795.6  101 


Digitized 


by  Goo; 


7.638.40 
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table  124]  WEIGHTS  OF  SQUARE 

BARS  AND  NUMBER  CARRIED 
PER  LOAD— Continued 

(See  p.  567) 


[CARRYING 
STEEL 


An  average  man  carries  not  over  60  pounds.    For  first-class  men  working 
under  task  and  bonus,  increase  weights  by  about  J. 


Lsnoth  of  Bars  in  Fbst 
1      6      8    10     12     14    16     18    20    22    24    26 


32    34    36     40 


W't.  per  Bar    (3.4020. 427. 234. 040. 8|47. 664. 4 
Bars  per  load  3      2      2      112 

Men  per  load  11111 


W't.  per  Bar 
Bars  per  load 
Men  per  load 


.3025.8,34. 
2 
1      1 


W't.  per  Bar    |5.3l|31. 942. 553. 163.7 
Bars  per  load 
Men  per  load 


W't.  per  Bar 
Bars  per  load 
Men  per  load 


6.4338.651.4 


3:9853.971.889.8  107 

1 


10.462.483.2 


W't.  per  Bar    |7. 6545. 9 61. 2 
Bars  per  load  1      1 

Men  per  load  1      1 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 

W't.  per  Bar 
Bars  per  load 
Men  per  load 


11.971.7 

1 
2 

13.681.6 
1 
2 

15.392.1 

1 
2 


17.2 


19.2 


21.2 


443 


051. 
1  1 
1       1 


64.3 
1 

1 


76.591.8 

1 
2 


1 
2 

95.  ( 

1 
2 

108 

1 
2 

123 
1 
2 


77.1 
1 
2 
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74.485.095.<H  106 

1  1 

2  2 


90.0 

1 


61.268.0 
2      2 
2      2 


268.877.486.094 
1      2 
1 


107  122 


125  143 


255  297 
1       1 
4      5 


115 
1 
2 

137 
1 
2 

161 
1 
3 

187 

1 
3 

215 

1 
4 

244 
1 
4 

276 

1 
5 

310 

1 
5 

345 

1 
6 


I 

74.881.688.495.2 
112  2  2 
2      3      3      3 


7  103 

1  1 

2  2 


116  127 

1  I    * 

2  2 

141  154 
1  !    1 

3  3 


111 
1 
2 

138 

1 
3 

167 
1 
3 

199 
1 
4 

233 
1 
4 

270 

1 
5 

310 

1 
5 

353 

1 


120 
1 
2 

148 
1 
3 

180 
1 
3 

214 
1 
4 

251 

1 

4 

291 
1 
5 

331 

1 
6 

380 
1 
6 

430 

1 
7 

482 

1 
8 

537 
1 
9 

596 

1 
10 


102 
2 
3 

129 
1 
2 

159 

1 
3 

192 

1 
3 

229 

1 
4 

269 

1 
5 

312 
1 
5 

358 

1 
6 

408| 
1 
7 

460 
1 

7 

517 

1 
8 

575 
1 
9 

638 

1 

10 


122 

1 
3 

155 
1 
3 

191 
1 
3 

231 

1 
4 

275 
1 
4 

323 

1 
5 

374 

1 
6 

430 

1 
7 

489| 

1 
8 

553 

1 


136 

1 
3 

172 
1 
8 

212 
1 
3 

257 
1 
4 

306 

1 
5 

359 
1 
6 

416 
1 

7 

476 

1 
8 

544 

1 
9 

612 

1 
10 

688 

1 
11 

768 

1 
12 

848 

1 

14 
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(Continued  from  page  569) 

edition,  page  518b.  From  the  formula  and  table  there  given,  we 
find  the  distance  of  3  stirrups  from  the  supports  at  each  end  to  be  0.5 
feet,  1.5  feet,  and  3.1  feet,  respectively. 

Example  6:  What  is  the  difference  in  cost  with  labor  at  30  cents 
per  hour  between  assembling  the  reinforcement  for  the  beams  in 
Example  3  in  place  and  assembling  on  horses  and  then  placing? 

Solution:  From  Table  112,  page  589?  the  cost  of  assembling 
the  reinforcement  in  place  per  beam  is  $0,690  and  for  twelve 
beams  is  12  X  $0,690  =  $8,280  or  $0.65  cheaper  than  assembling 
on  horses  and  then  placing  as  given  in  Example  3. 

Slab  Steel.  Example  7:  What  would  be  the  cost  under  average 
conditions  of  bending  and  placing  f-inch  round  slab  steel,  spaced  8 
inches  apart  with  occasional  cross  reinforcement,  and  properly  bent 
up  over  supports,  in  a  floor  60  feet  wide  by  100  feet  long,  divided 
into  bays  20  feet  square,  each  bay  having  two  intersecting  beams? 

Solution:  Referring  to  Table  120,  we  find  directly  $0.54  per  100 
square  feet  of  slab. 
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CHAPTER  XX 

TABLES  FOR  DESIGNING  FORMS 

Many  details  of  form  design  can  be  planned  only  by  judgment 
and  experience  but  the  dimensions  and  spacing  of  supports  for  beams, 
slabs,  and  walls  should  be  computed  in  order  that  the  smallest  nec- 
essary amount  of  lumber  may  be  used. 

The  tables  on  the  following  pages  have  been  carefully  computed, 
not  merely  from  a  theoretical  standpoint,  but  as  a  result  of  experience 
and  the  best  practice  in  form  design  and  construction.  They  are 
arranged  so  that  a  designer  can  get  at  once  the  exact  dimensions  and 
spacing  of  all  his  centering  without  doing  any  figuring.  On  the  other 
hand,  if  the  forms  have  not  been  detailed  in  the  drafting  room,  the 
foreman  or  the  superintendent  can  find  from  the  tables  how  to  place 
his  centering  with  the  minimum  amount  of  lumber.  Most  foremei 
and  superintendents,  unless  they  have  had  long  experience  in  con- 
crete construction  work,  are  not  capable  of  deciding  how  much 
centering  is  necessary  for  different  column  spacings,  floor  loads,  etc., 
and  in  order  to  be  on  the  safe  side  they  are  apt  to  use  about  twice 
as  much  lumber  as  is  necessary.  Besides  this,  the  extra  cost  of  labor 
of  placing  this  centering  is  a  large  item. 

General  principles  of  design  are  discussed  in  Chapter  XVI  and 
illustrations  of  different  kinds  and  types  of  forms  are  shown  there  in 
drawings  prepared  by  the  authors. 

Basis  of  Tables  of  Strength  of  Lumber.    The  values  in  Tables  125, 

126,  and  128,  pages  609  to  611,  are  limited  either  by  a  stress  of  1200 

pounds  per  square  inch  or  by  a  deflection  of  |  inch,  the  smaller  of  the 

two  values  being  always  selected.     Tables  125  and  128  are  figured  for 

Wl  3     Wlz 

M  =  t-t  for  the  moments  and  d  =  ——  —-  for  the  deflection.     The 
10  384  EI 

constant  in  the  latter  formula  is  taken  as  an  average  between  the 
values  for  the  deflection  of  a  beam  with  ends  simply  supported  and  a 
continuous  beam.  Table  126  has  been  figured  for  the  sheathing  con- 
tinuous, partly  continuous,  and  simply  supported. 

In  Table  129,  Spacing  of  Posts,  the  loads  per  linear  foot  of  beam 
were  figured  using  a  depth  of  beam  below  slab  of  twice  the  width; 
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350  pounds  per  square  inch  was  taken  as  the  allowable  fibre  stress 
for  3  X  4-inch  posts  and  450  pounds  for  4  X  4-inch  posts. 

The  spacing  of  clamps  in  Figs.  77,  78,  and  79  was  determined  by 
considering  the  pressure  of  concrete  as  given  in  Table  127  and  figur- 
ing the  clamps,  using  a  maximum  fibre  stress  of  1800  pounds  per 
square  inch  and  a  maximum  deflection  of  \  inch. 

Pressure  of  Concrete.  The  pressure  of  concrete  against  forms  is 
the  pressure  of  a  liquid  weighing  150  pounds  per  cubic  foot  until  the 
mass  begins  to  stiffen.  This  stiffening  varies  with  the  consistency, 
the  rate  of  setting  of  the  cement,  and  the  character  of  the  sand.  The 
setting,  which  is  governed  by  the  rate  of  filling,  and  the  temperature 
largely  affect  the  depth  to  which  the  concrete  remains  soft.  Tests 
have  been  made  by  Major  F.  R.  Shunk*  to  determine  the  pressure 
for  concrete  of  wet  consistency  using  these  variables. 

The  pressures  as  found  by  Major  Shunk  are  given  in  Table  127 
and  are  somewhat  larger  than  results  found  by  other  investigators, 
but  it  is  best  to  be  on  the  safe  side  and  avoid  danger  of  breakage  or 
the  necessity  for  extra  bracing. 

Example  1:  What  is  the  correct  spacing  of  2  X  6-inch  joists  with 
a  length  of  6  feet  to  support  forms  for  a  9-inch  slab? 

Solution:  From  Table  125,  we  find  the  spacing  for  joists  in  the 
above  example  to  be  22  inches. 

Example  2:  What  spacing  of  studs  is  necessary  for  a  wall  form 
with  1^-inch  sheathing  simply  supported  where  the  rate  of  filling  the 
form  is  4  vertical  feet  per  hour? 

Solution:  Assuming  the  temperature  of  the  concrete  to  be  60°, 
from  Table  127  we  find  the  pressure  to  be  980  pounds  per  square  foot. 
From  Table  126,  we  find  the  required  spacing  of  studs  to  be  23  inches. 

Example  S:  What  is  the  required  spacing  of  stringers  supporting 
forms  for  a  3-inch  flat  slab  floor  with  a  construction  live  load  of  100 
pounds  per  square  foot? 

Solution:  From  Table  126,  we  find  the  maximum  spacing  of  joists, 
assuming  the  1  J-inch  sheathing  to  be  continuous,  is  40  inches.  The 
load  per  linear  foot  of  joists  is  a  dead  load  of  37  pounds  plus  a  live 
load  of  100  pounds  per  square  foot  or  137  pounds  times  3$  or  457 
pounds.  From  Table  128  by  interpolation  we  find  the  necesssary 
spacing  of  stringers  for  2  X  6-inch  joists  to  be  62  inches. 

*See  Engineering  News,  September  9,  1909,  page  288;  also  from  Professional 
Memoirs,  Engineer  Bureau,  U.  S.  Armys  July-September,  1909,  Vol.  1,  No.  3. 
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Example  4'  What  spacing  of  4  X  4-inch  posts  is  necessary  to  sup- 
port the  forms  for  12  X  25-inch  beams  8  feet  c.  c.  with  a  6-inch  slab? 

Solution:    In  Table  129,  the  spacing  for  the  posts  is  given  as  4f  feet. 

Example  5:  How  many  2  X  4-inch  clamps  placed  flat  are  neces- 
sary for  a  30-inch  square  column,  12  feet  high,  with  l|-inch  sheathing? 

Solution:  Fig.  77,  page  613,  Column  (f)  shows  7  clamps  as  neces- 
sary. 

Example  6:  If  in  Example  5  the  clamps  were  placed  on  edge, 
how  many  would  be  necessary? 

Solution:  Fig.  78,  page  614,  Column  (d),  gives  6  as  the  proper 
number  of  clamps. 

Example  7:  If  in  Example  5  the  column  was  octagonal,  how  many 
4  X  4-inch  clamps  would  be  necessary? 

Solution:  The  necessary  number  of  clamps  is  given  as  6  in  Fig. 
79,  page  615,  Column  (j). 


TABLE  125]    SPACING  OF  JOISTS  IN  SLAB  FORMS      [JOISTS 
FOR  DIFFERENT  SPANS 
(See  p.  607) 

Spacing  based  on  maximum  fibre  stress  in  joists  of  1200  pounds  per  square 
inch,  with  deflection  limited  to  i  inch. 

wl2 
Weight  of  concrete  150  lb.  per  cu.  ft.     Based  on  M  =  — 

Design  joists  to  support  concrete  slab  plus  construction  load  of  75  pounds. 
Spacing  of  joists  must  never  exceed,  for  2"  plank,  50";  1§"  plank,  40"; 
1*  board,  30/ 


DISTANCE  APART  ON  CENTERS  OF 

JOISTS  IN  INCHES 

Dimensions 
of  Joists 

Net,  Length  of 
Joists  4  Feet 

Net  Length  of 
Joists  6  Feet 

Net  Length  of 
Joists  8  Feet 

Net  Length  of 
Joists  10  Feet 

Thickness  of  Slab 

Thickness  of  Slab 

Thickness  of  Slab 

Thickness  of  Slab 

Inches 

3  in. 

6  in. 

9  In. 

12  in. 

3  in. 

6  in. 

9  in. 

12  in. 

3  in. 

6  in. 

9  in. 

12in. 

3  in. 

6  in. 

9  In. 

12  in. 

2X  4 
2X  6 

36 

26 

22 
48 

18 
40 

10 
35 

26 

48 

22 
37 

18 
31 

25 

20 
38 

16 
31 

13 
25 

44 

19 
38 

21 
37 

16 
32 

16 
28 

12 
24 
42 

16 
31 

1 

13 
22 

19 
33 

13 
25 
44 

2X  8 
2X10 
2X12 

3X  6 
3X  8 
3X10 
3X12 

4X  6 
4X  8 
4X10 

18 

40 

32 

22 

47 

16 
39 

12 
29 

10 
23 
44 

16 

27 

42 

35 

22 

16 
39 

13 
31 

26 

22 
42 

21 

4X12 

36 

)' 

'•.■■|'""" 

\           1   Di 
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TABLE  126]  SPACING  OF  STUDS     [STUDS  OR  JOISTS 

OR  JOISTS  FOR  DIFFERENT  PRESSURES 

(Seep.  607) 

Spacing  based  on  maximum  fibre  stress  in  sheathing  of  1200  pounds  per 
square  inch,  with  deflection  limited  to  i  inch. 

DISTANCE  APART  ON  CENTERS  OF  STUDS  OR  JOISTS  IN  INCHES 


— —  * — t 

Continuous 

Partly  Continuous 

Simply  Supported 

w       Wl 

w       Wl 

w        Wl 

PRESSURE  IN  POUNDS 

M  =  W 

M  =  W 

Jf.-g- 

peb  Square  Foot 

Thickness  of  Sheathing 

Thickness  of  Sheathing 

Thickness  of  Sheathing 

lin. 

Uln. 

2  In. 

lin. 

ljln. 

2  in. 

lin. 

ljm. 

2  In. 

100 

30 

40 

50 

30 

40 

50 

SO 

40 

50 

200 

30 

40 

50 

30 

40 

50 

28 

39 

48 

300 

30 

40 

50 

30 

40 

50 

26 

35 

43 

400 

29 

40 

50 

27 

38 

47 

24 

32 

40 

500 

27 

40 

50 

24 

36 

45 

22 

31 

39 

600 

25 

38 

50 

22 

33 

44 

20 

29 

36 

700 

22 

33 

44 

20 

30 

41 

18 

27 

35 

800 

21 

32 

42 

19 

28 

38 

17 

26 

34 

900 

20 

29 

39 

18 

27 

36 

16 

24 

32 

1000 

19 

28 

37 

17 

26 

34 

15 

23 

30 

1100 

18 

27 

36 

16 

25 

33 

14 

22 

29 

1200 

17 

26 

34 

15 

23 

31 

14 

21 

28 

1300 

16 

25 

33 

15 

22 

29 

13 

20 

26 

1400 

15 

23 

31 

14 

21 

28 

13 

19 

25 

1500 

15 

23 

30 

14 

21 

28 

12 

18 

25 

1600 

15 

22 

29 

13 

20 

27 

12 

18 

24 

1700 

14 

21 

28 

13 

20 

26 

11 

17 

23 

1800 

14 

21 

28 

13 

19 

25 

11 

17 

22 

1900 

13 

20 

27 

12 

18 

25 

11 

16 

22 

2000 

13 

20 

26 

12 

18 

24 

11 

16 

21 

TABLE  127] 


PRESSURE  OF  CONCRETE 
ON  FORMS* 

From  Tests  by  Maj.  Francis  R.  Shunk,  U.  S.  A. 
PRESSURE  IN  POUNDS  PER  SQUARE  FOOT 


[PRESSURE  ON 
FORMS 


Rate  op  Filipino 

Temperature 

Vertical  Feet  per 
Hour 

80° 

70° 

Q0° 

50° 

40° 

2 

530 

560 

600 

680 

790 

3 

690 

720 

8io 

920 

1080 

4 

820 

870 

980 

1130 

1340 

5 

930 

990 

1120 

1310 

1570 

6 

1020 

1090 

1250 

1480 

1780 

7 

1090 

1170 

1350 

1620 

1970 

8 

1130 

1240 

1440 

1740 

*See  Engineering  Record,  Jan  15,  1910,  p.  71 
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[STRINGERS 


TABLE  128]        SPACING  OF  STRINGERS  SUP- 
PORTING STUDS  OR  JOISTS 
FOR  DIFFERENT  LOADS 
OR  PRESSURES 
(Seep.  607) 

Span  based  on  maximum  fibre  stress  in  studs  or  joists  of  1200  pounds  per 
square  incb,  with  deflection  limited  to  J  inch. 

BasedonM=-andd  =  i^— 

Load  per  linear  foot  equals  pressure  per  square  foot  times  distance  apart  of 
studs  or  joists. 


SPAN  OF  STUDS  OR  JOISTS  IN  INCHES 

Load  in  Pounds  per  Linear  Foot  of  Stud  or  Joist 

.  Dimensions  op 

Stud  ob  Joist 

* 

200 

400 

600 

800 

1000 

1200 

1400 

1600 

1800 

2000 

2500 

3000 

350O 

4000 

Inches 

in. 

In. 

in. 

in. 

in. 

in. 

in. 

in. 

in. 

in. 

in. 

In. 

In. 

in. 

2X  4  (Flat) 

42 

31 

25 

22 

20 

18 

16 

15 

15 

14 

12 

11 

10 

10 

2X4  (Edge) 

60 

44 

35 

31 

28 

25 

23 

22 

21 

20 

18 

16 

15 

14 

2X  6 

76 

66 

53 

46 

41 

37 

35 

33 

31 

30 

26 

24 

22 

21 

2X  8 

100 

85 

71 

62 

55 

50 

46 

44 

41 

39 

35 

32 

30 

28 

2X10 

120 

100 

89 

78 

69 

62 

58 

55 

52 

49 

44 

40 

37 

35 

3X  4 

66 

56 

44 

38 

34 

31 

28 

27 

25 

24 

21 

20 

18 

17 

3X  6 

90 

76 

66 

57 

51 

47 

43 

40 

38 

36 

32 

29 

28- 

26 

3X  8 

112 

94 

85 

76 

68 

62 

57 

54 

51 

48 

43 

39 

37 

34 

3X10 

132 

110 

100 

93 

85- 

78 

71 

66 

63 

60 

54 

49 

46 

42 

4X  4 

71 

60 

50 

44 

39 

36 

33 

31 

29 

28 

25 

23 

21 

20 

4X  6 

97 

81 

74 

66 

59 

54 

50 

46 

44 

42 

37 

34 

31 

29 

4X  8 

120 

100 

91 

85 

78 

72 

66 

62 

58 

55 

50 

45 

42 

39 

4X10 

142 

120 

108 

100 

95 

89 

83 

78 

73 

68 

62 

57 

52 

49 

6X  6 

108 

76 

62 

54 

48 

44 

40 

38 

36 

34 

30 

28 

26 

24 

6X  8 

130 

112 

100 

94 

89 

85 

80 

76 

72 

68 

61 

55 

51 

48 

6X10 

158* 

130 

120 

110 

105 

100 

96 

93 

90 

85 

76 

69 

64 

60 

8X  8 

142 

120 

108 

100 

95 

91 

88 

85 

82 

78 

70 

64 

59 

55 

8X10 

170 

142 

128 

120 

112 

108 

104 

100 

98 

95 

88 

80 

74 

69 
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table  129]   SPACING  OF  POSTS  FOR  CONCRETE    [POSTS 
FLOOR  CENTERING  (See  p.  608) 

Weight  of  concrete  ISO  lb.  per  cubic  foot. 

Live  load  during  construction  assumed  at  75  lb.  per  square  foot. 
-A  If  extra  line  of  posts  is  placed  under  slabs  between  beams,  take  spacing  of 
posts  as  if  an  extra  beam  were  placed  between  the  actual  beams. 


88* 


M 

DO  «W 

ill 


00  «. 


i 


sq.  in. 


Thick-. 
bbss  OP 

Slab 


Load  per  Linear 
Foot  of  Concbbtb 
Bbam  (Weight  op 
Concbbtb  plus 
CoNsratrcnoN  Livb 
Load) 


Beams 


4  ft 
apart 


8  ft. 
apart 


12  ft. 
apart 


16  ft. 
apart 


Spaqinq  of  Pobtb  undeb  Beams  or  Girdebs 


3x4  inch  posts 


Beams 


4  ft. 
apart 


8  ft 
apart 


12  ft. 
apart 


16  ft. 
apart 


4x4  inch  posts 


Beams 


4  ft. 
apart 


8  ft 
apart 


12  ft. 
apart 


16  ft. 
apart 


100 


160 


200 


800 


400 


600 


1000 


0« 

3 

6 

0* 

3 

6 

0* 
3 
6 
0 

0* 
3 
6 
0 
12 

0* 
3 
6 
9 
12 

0* 
3 
6 
0 
12 

0* 
3 
6 
0 
12 


Ib.pr. 
ft. 

160 
460 
700 

210 
600 
760 

270 
660 
810 
960 

300 
760 
910 
1060 
1210 

600 
870 
1010 
1160 
1320 


970 
1120 
1270 
1420 

1180 
1490 
1640 
1790 
1940 


lb.pr. 
ft. 

160 
1000 
1300 

210 
1050 
1360 

270 
1100 
1410 
17<X> 

390 
1210 
1510 
1810 
2110 

500 
1320 
1620 
1910 


1420 
1720 
2020 


1180 
1940 
2240 
2540 
2840 


ib.pr, 
ft. 

150 
1450 
1900 

210 
1500 
1950 

270 
1560 
2010 
2450 

390 
1660 
2110 
2550 
3010 

500 
1770 
2220 
2660 
3120 


1870 
2320 
2760 
3220 

1180 
2390 
2840 
3280 
3720 


lb.pr. 
ft. 

150 
1850 
2500 

210 
1960 
2550 


270 
2010 
2610 
3200 

390 
2120 
2710 
3300 
3910 

500 
2220 
2820 
3400 
4010 

620 
2320 
2920 
3510 
4120 

1180 
2840 
3440 
4030 
4640 


10* 


ft. 


i\ 


ft. 


51 

if 

10} 
2* 
2 


ft. 


a 


it 


it 


ft. 


n 

8 

•I 

6 

14* 

8; 
7; 
6; 
5f 

11* 

6* 
5* 
5 


ft. 


l\ 


6 

4| 
4 
3* 

14* 
5- 
4i 
3 
3 

11* 
5 

i\ 


ft. 


II 

31 
2i 

4* 
3* 
3 

31 
2! 
2i 

4*  31 
3*1  2| 
2f        21 


2 
2* 

14* 
4 

3* 
2} 
2i 

11* 

4 
3 

2* 
2i 

6 
3 

n 

2 


31 
21 
2 
« 


3J- 
21 
2 
1! 


"Loads  figured  for  a  section  of  beam  whose  depth  below  slab  is  twice  the  width. 
Spacings  of  posts  under  beams  or  girders  should  not  be  greater  than  5  feet  except 
when  stringers  are  used. 


Digitized 


byGoogk 


613 

fig.  77]     SPACING  OF 2X4-INCH  CLAMPS  (FLAT)  [clamps 
FOR  SQUARE  COLUMN  FORMS 

For  spacing  of  2  X  4-inch  clamps  (on  edge)  see  page  614. 

For  rectangular  columns  use  spacings  corresponding  to  large  side  of  rec- 
tangle. 

Figures  in  parentheses  (  )  give  the  number  of  clamps  for  any  height  of  column 
up  to  18  feet,  for  different  sizes  of  columns,  and  different  thicknesses  of  lumber. 


(a)     (b)      (c)  (d)     (e)     (7)      (ff)  (h)      (i)     {J)      (*) 

i  in  timber  f  ■=  1800  pounds  per  square  inch. 

,,____„  of  clamps  is  too  small,  use  4  X  4-inch  clamps  as 

(a),  (d),  and  (h)  for  1-inch,  li-inch,  and  2-inch  lumber  respectively. 


Maximum  stress  in  timber  f  ■=  1800  pounds  per  square  inch.  i 

Where  spacing  of  clamps  is  too  small,  use  4  X  4-inch  clamps  as  in  columns 
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FIG.  78]    SPACING  OF  2X4-INCH  CLAMPS  (EDGE)   [CLAMPS 
FOR  SQUARE  COLUMN  FORMS 

For  spacing  of  2  X  4-inch  clamps  (flat)  see  page  613. 

For  rectangular  columns  use  spacings  corresponding  to  large  side  of  rec- 
tangle. 

Figures  in  parentheses  (  )  give  the  number  of  clamps  for  any  height  of  column 
up  to  18  feet,  for  different  sizes  of  columns,  and  different  thicknesses  of  lumber. 
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Maximum  stress  in  timber  f  =  1800  pounds  per  square  inch, 
wt^™*  c.i~ino;n~  *t  „i„™~„  ;„  +«^  CT™«n   „CT~  >i  ^  4-inch  clamp 

i  lumber  respectively. 


Maximum  stress  in  timber  f  =  1800  pounds  per  &^^~  „  ____. 
Where  spacing  of  clamps  is  too  small,  use  4  X  4-inch  clamps  as  in  columns 
'a),  (d),  and  (h)  for  1-inch,  lj-inch,  and  2-inch  lui 
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fig.  79]  SPACING  OF  CLAMPS  FOR  [clamps 

OCTAGONAL  COLUMN  FORMS 

For  spacings  of  clamps  for  square  columns  see  pages  613  and  614. 
Figures  in  parentheses  (  )  give  the  number  of  clamps  for  any  height  of  column 
up  to  18  feet,  for  different  sizes  of  columns,  and  different  thicknesses  of  lumber. 


U$tfWAWYTMI«BS0ftBiigtltQ¥lPOSfACIt6SD0W0TD(CKDC0ll)IPtSa  6tr< 
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(«)  (6)  (o)  id)  (e)  (/)  (fir)         (h)  {I)  (J)   (*>        (O  (»> 

Maximum  stress  in  timber  f  =  1800  pounds  per  square  inch. 
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CHAPTER  XXI 

TABLES  OF  QUANTITIES  OF  LUMBER  FOR  FORMS 

Without  large  experience  in  form  construction,  an  estimator  is 
almost  sure  to  figure  too  small  a  quantity  of  lumber  for  forms.  The 
sheathing  is  easily  figured,  of  course,  although  care  must  be  used  to 
see  that  allowance  enough  is  made  for  waste  and  for  dressing  the 
edges.  Joists  and  studding  also  can  be  scheduled  readily,  but  sup- 
ports and  braces  are  harder  to  estimate.  For  example,  with  1-inch 
tongue-and-grooved  sheathing  for  slab  forms  in  building  construc- 
tion, the  actual  sheathing  lumber  may  be  taken,  allowing  25  per 
cent  for  waste  and  tonguing-and-grooving,  as  1.25  feet  B.  M.  per 
square  foot  of  slab.  If  the  joists  and  supporting  posts  for  average 
conditions  are  included,  this  is  increased  to  3.5  feet  per  B.  M.  per 
square  foot. 

The  tables  in  this  chapter  are  for  advance  estimates  only,  but  are 
accurate  enough  for  practical  purposes.  They  are  useful  also  for 
checking  up  the  totals  of  the  lumber  schedule  when  the  time  comes  to 
order  the  material.  Before  placing  the  order  for  lumber,  it  should 
be  scheduled  in  definite  lengths  and  dimensions  to  best  fit  the  con- 
struction. As  has  been  recommended  in  Chapter  X VT,  it  is  advisable 
to  make  sketches  of  the  forms  before  ordering. 

BASIS  OF  TABLES 

Quantity  of  Lumber  for  Beam  Forms.  The  quantity  of  lumber 
in  Tables  130  and  131  includes  the  sheathing,  2  X  4-inch  cleats  24 
inches  on  centers,  plus  25%  for  waste  and  breakage,  and  also  posts 
and  braces.  The  posts  and  braces  are  figured  for  a  story  height  of 
12  feet. 

Example  1:  Using  1-inch  sheathing,  how  much  lumber  is  required 
in  the  forms  for  a  20-inch  beam,  14  feet  long? 

Solution:  From  Table  130,  page  618,  when  posts  are  3  feet  c.  c. 
we  find  that  the  amount  of  lumber  required  is  193  feet  B.  M.,  or, 
from  Table  131,  page  619,  when  the  posts  are  4  feet  c.  c,  the  amount 
of  lumber  required  is  170  feet  B.  M. 
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Quantity  of  Lumber  for  Square  Column  Forms.  The  quantity  of 
lumber  given  in  Table  132,  page  620,  includes  the  sheathing  and  the 
clamps  spaced  as  shown  in  Fig.  77,  page  613,  plus  25%  for  waste, 
breakage,  etc.,  and  also  includes  a  certain  amount  for  cross  bracing 
varying  from  15  to  60  feet  B.  M.  per  column  according  to  the  height 
and  spacing  of  the  columns.  The  clamps  are  taken  as  shown  in  Fig. 
49,  page  493. 

Example  2:  How  many  feet  B.  M.  are  required  per  16  X  16-inch 
column  12  feet  high,  using  1^-inch  sheathing? 

Solution:  The  amount  of  lumber  required  in  the  above  example 
is  taken  as  239  feet  B.  M.  directly  from  Table  132,  page  620. 

Quantity  of  Lumber  for  Octagonal  Column  Forms.  The  quantity 
of  lumber  in  Table  133  includes  the  sheathing  and  the  clamps  spaced 
as  shown  in  Fig.  79,  page  615,  plus  25%  for  waste,  breakage,  etc.,  and 
also  includes  cross  bracing.  The  column  was  designed  as  shown  in 
Fig.  50,  page  495. 

Example  8:  How  much  lumber  is  required  to  build  forms  for  a  20- 
inch  octagonal  column  16  feet  long,  using  2-inch  sheathing? 

Solution:  The  amount  of  lumber  for  the  above  example  is  given 
in  Table  133,  page  620,  as  493  feet  B.  M. 

QUANTITY  OF  LUMBER  IN  SLAB  FORMS 

Use  for  slabs  where  the  column  spacing  In  one  direction  is  not  greater  than 
1£  times  the  spacing  in  the  other  direction.  In  other  cases  the  amount  of 
lumber  should  be  figured. 

If  the  bay  (i.e.,  area  enclosed  by  four  columns)  is  not  subdivided  by  beams, 
the  quantity  of  lumber  per  square  foot  chargeable  to  the  slab  forms  is 
greater  than  when  the  same  bay  is  divided  by  intersecting  beams  into  2  or 
more  panels.  In  the  former  case,  all  the  supports  are  charged  directly  to 
the  slab  forms  and  in  the  latter,  the  posts  and  braces  for  the  beam  and 
girder  sides  and  bottoms  are  charged  to  the  beam  and  girder  forms. 

QUANTITY  OF  LUMBER  IN  FEET  B.  M.  PER  SQUARE 
FOOT  OF  SLAB  SURFACE 


Number  op  Panels  per  Bay 

1-inch  Sheathing 

li-iNCH  Sheathing 

1 
2 
3 

3.50 
3.00 
2.50 

3.85 
3.30 
2.75 

For  flat  slabs  with  1-inch  sheathing,  use  4.1*  to  4.4  feet  B.  M.  per  square 
foot  of  slab  surface.     (See  p.  645) 
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table  130]         QUANTITY  OF  LUMBER  FOR  [lumber 

BEAM  FORMS 

(Including  posts  and  braces) 

Cleats,  2X4  inch  on  24-inch  centers.  25%  added  to  lumber  for  waste. 

Calculations  are  based  on  a  12  ft.  For  intermediate  lengths  take 

story  height.  quantities  midway. 

If  lengths  are  in  feet  and  inches,  take  nearest  foot  length. 
POSTS  4X4  INCH,  3  FEET  C.  TO  C. 


Depth 

of  Beam 

Below 

Slab 

in. 


QUANTITY  OF  LUMBER  IN  FT.  B.  M.  PER  BEAM  FORM 


10*     12*     14*     16* 


18* 


20* 


22* 


24* 


26*     28*     30*  |  32* 


1-inch  Sheathing 


6 

73 

91 

108 

126 

144 

163 

181 

199 

217 

235 

252 

271 

290 

8 

79 

98 

117 

136 

155 

176 

196 

215 

234 

253 

271 

292 

313 

10 

83 

104 

lfc4 

146 

167 

188 

209 

230 

250 

271 

291 

312 

333 

12 

89 

111 

133 

155 

177 

200 

223 

245 

266 

288 

310 

333 

356 

14 

95 

119 

142 

165 

187 

212 

236 

260 

283 

306 

329 

354 

378 

16 

100 

125 

149 

174 

199 

224 

249 

274 

299 

324 

349 

374 

399 

18 

106 

132 

157 

184 

210 

237 

264 

290 

315 

341 

367 

394 

421 

20 

111 

139 

166 

193 

220 

249 

277 

305 

332 

359 

386 

415 

443 

24 

122 

152 

182 

212 

242 

273 

304 

334 

364 

394 

424 

455 

486 

28 

133 

166 

199 

232 

265 

298 

331 

364 

397 

430 

463 

497 

530 

30 

138 

172 

206 

241 

275 

310 

345 

379 

413 

446 

477 

515 

552 

li-inch  Sheathing 

6 

77 

96 

114 

133 

152 

172 

191 

210 

229 

248 

266 

286 

306 

8 

84 

105 

125 

146 

166 

188 

209 

230 

250 

270 

290 

312 

334 

10 

90 

Il2 

134 

157 

180 

203 

226 

248 

270 

292 

314 

337 

360 

12 

97 

121 

145 

169 

193 

218 

243 

268 

293 

316 

338 

363 

388 

14 

105 

131 

156 

181 

206 

233 

259 

286 

311 

337 

362 

389 

415 

16 

111 

138 

165 

193 

220 

248 

276 

304 

331 

359 

386 

414 

442 

18 

118 

147 

175 

205 

234 

264 

294 

323 

351 

380 

409 

439 

469 

20 

125 

156 

186 

217 

247 

279 

311 

342 

372 

403 

433 

465 

497 

24 

138 

172 

206 

240 

274 

309 

344 

378 

412 

446 

480 

515 

550 

28 

151 

189 

226 

264 

302 

340 

378 

416 

453 

491 

528 

566 

604 

30 

158 

197 

236 

276 

315 

355 

395 

434 

473 

510 

547 

590 

632 

2-inch  Sheathing 


6 

81 

101 

120 

140 

160 

181 

201 

221 

241 

261 

280 

301 

322 

8 

89 

111 

133 

155 

176 

199 

222 

244 

265 

287 

309 

332 

355 

10 

97 

121 

144 

169 

193 

218 

243 

267 

290 

314 

337 

362 

387 

12 

105 

131 

157 

183 

209 

236 

263 

289 

314 

340 

366 

393 

420 

14 

114 

142 

170 

198 

225 

254 

283 

311 

339 

367 

395 

424 

453 

16 

122 

152 

181 

211 

241 

272 

303 

333 

363 

393 

423 

454 

485 

18 

130 

162 

193 

226 

258 

291 

324 

356 

387 

419 

451 

484 

517 

20 

138 

172 

206 

240 

274 

309 

344 

378 

412 

446 

480 

515 

550 

24 

154 

192 

230 

268 

306 

345 

384 

422 

460 

498 

536 

575 

614 

28 

170 

212 

254 

297 

339 

382 

424 

467 

509 

552 

594 

637 

679 

30 

178 

222 

266 

311 

355 

400 

445 

489 

533 

575 

617 

665 

712 

*  Length  of  beam  in  feet  center  to  center  of  columns. 
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table  131]  QUANTITY  OF  LUMBER  FOR  [LUMBER 

BEAM  FORMS 

(Including  posts  and  braces) 

Cleats,  2  X  4-inch  on  24-inch  centers.  25%  added  to  lumber  for  waste. 

Calculations  are  based  on  a  12  ft.  For  intermediate  lengths  take 

story  height.  quantities  midway. 

If  lengths  are  in  feet  and  inches,  take  nearest  foot  length. 

POSTS  4X4  INCH,  4  FEET  C.  TO  C. 


QUANTITY  OF  LUMBER  IN  FT.  B.  M.  PER  BEAM  FORM 


10* 


12* 


14* 


16* 


18* 


20*  I  22* 


24*  |  26*  j  28* 


30* 


1-inch  Sheathing 


6 

59 

74 

88 

103 

118 

133 

147 

162 

177 

192 

206 

221 

236 

8 

65 

81 

97 

113 

129 

146 

162 

178 

194 

210 

225 

242 

259 

10 

69 

87 

104 

123 

141 

158 

175 

193 

210 

228 

245 

262 

279 

12 

75 

94 

113 

132 

151 

170 

189 

208 

226 

245 

264 

283 

302 

14 

81 

102 

122 

142 

161 

182 

202 

223 

243 

263 

283 

304 

324 

16 

86 

108 

129 

151 

173 

194 

215 

237 

259 

281 

303 

324 

345 

18 

92 

115 

137 

161 

184 

206 

230 

253 

275 

298 

321 

344 

367 

20 

97 

122 

146 

170 

194 

219 

243 

268 

292 

316 

340 

370 

399 

24 

108 

135 

162 

189 

216 

243 

270 

297 

324 

351 

378 

405 

432 

28 

119 

149 

179 

209 

239 

261 

293 

322 

357 

382 

407 

442 

476 

30 

124 

155 

186 

218 

249 

280 

311 

342 

373 

402 

431 

465 

498 

U-inch  Sheathing 


6 

63 

79 

94 

110 

126 

142 

157 

173 

189 

205 

220 

236 

252 

8 

70 

88 

105 

123 

140 

158 

175 

196 

?16 

230 

244 

262 

280 

10 

76 

95 

114 

134 

154 

173 

192 

211 

230 

249 

268 

287 

306 

12 

83 

104 

125 

146 

167 

188 

209 

230 

250 

271 

292 

313 

334 

14 

91 

114 

136 

158 

180 

203 

225 

248 

271 

294 

316 

339 

361 

16 

97 

121 

145 

170 

194 

218 

242 

267 

291 

316 

340 

364 

388 

18 

104 

130 

155 

182 

208 

234 

260 

286 

311 

337 

363 

389 

415 

20 

111 

139 

166 

194 

221 

249 

277 

305 

332 

360 

387 

415 

443 

24 

124 

155 

186 

217 

248 

279 

310 

341 

372 

401 

430 

463 

496 

28 

137 

172 

206 

241 

276 

310 

344 

379 

413 

448 

482 

516 

550 

30 

144 

180 

216 

253 

289 

325 

361 

397 

433 

467 

501 

540 

578 

2-inch  Sheathing 

6 

67 

84 

100 

117 

134 

151 

167 

184 

201 

218 

234 

251 

268 

8 

75 

94 

113 

132 

150 

169 

188 

207 

225 

244 

263 

282 

301 

10 

83 

104 

124 

146 

167 

188 

209 

230 

250 

271 

291 

312 

333 

12 

91 

114 

137 

160 

183 

206 

229 

252 

274 

297 

320 

343 

366 

14 

100 

125 

150 

175 

199 

224 

249 

274 

299 

324 

349 

374 

399 

16 

108 

135 

161 

188 

215 

242 

269 

296 

323 

350 

377 

404 

431 

18 

116 

145 

173 

203 

232 

261 

290 

319 

347 

376 

405 

434 

463 

20 

124 

155 

186 

217 

248 

279 

310 

341 

372 

403 

434 

465 

496 

24 

140 

175 

210 

245 

280 

315 

350 

385 

420 

455 

490 

525 

560 

28 

156 

195 

234 

274 

313 

352 

390 

430 

469 

509 

548 

587 

625 

30 

164 

205 

246 

288 

329 

370 

411 

452 

493 

532 

571 

615 

658 

*  Length  of  beam  in  feet  center  to  center  of  columns. 
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TABLE  132]  QUANTITY  OF  LUMBER  FOR  [LUMBER 

SQUARE  COLUMN  FORMS  (Fig.  49.,  p.  493) 

Column  clamps  included,  spacing  of  clamps  shown  in  Fig.  77,  p.  613. 

Cross  bracing  between  posts  included. 

25%  has  been  added  for  waste,  breakage,  etc. 

In  figuring  "Quantity  of  Lumber,"  sheathing  is  taken  as  thickness  before 
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ISM  213 
204  232 

213  260 

234  289 
24S  288 

254,  307 


235  278  325 
247,  SH.  344 

238  2771  258.  308  352 


J. 


310J  269,  324  393  33?  400  472 
2S01  338;  4t7|  347!  418  495 


12  Ft.' 


rt  in  2-t 


1521  157  185 
105  185  207 
m.  203  230 

192'  22V  252 
205,  230|  2^5 

219  257  397 

233  275 

2W   2M 
260  311 


273  320 
287  347 

S00,  305 


320 
if,: 


14  Ft.' 


1-t  ll't  >'t 


400   4713 

420  502 

I 

._.43fflBH 

4091  480  572 

1292,  3M'  437  35U,  *3f|  SlSl  426,  503  509  525|  61 5  j  729 


802 


190  213 
210  239 
232  205 

252!  291 
274  318 


2\*l 


:■  14 


353.  423 


3871  326  378,  449 
410 

432 


16  Ft.* 


i-t  irt  a-f 


24l|  213 
259!  267 

279  291 

2H7  315 
316  SI 
334  363 

354  587 
372  411 
392  435 


271' 
300 
331 

3  riH 
3',H 
42(1 

■m 

4MI 


410  459  541 
429  480  572 

453  5071  601 


484  565  663 

503  590,  897 


18  Ft,* 


rMi'f  2*t 


270 
291 

314 

334 

3.^ 
377 

399 
«Q 
443 

463 

485 
505 

545 
567 


277|  359 
304,  343 
332|  378 

359  <12 

387  447 
481 


414  ' 
442|  J 


515 

469   550 
497  5£S 


534 

579 


6l'L 

6*4 

B8S 


807  7-: 


7y: 
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TABLE  133]  QUANTITY  OF  LUMBER  FOR  [LUMBER 

OCTAGONAL  COLUMN  FORMS  (Fig.  SO,  p.  495) 

4  X  4-inch  column  clamps  J  included,  spacing  of  clamps  shown  in  Fig.  79, 
p.  615. 

Cross  bracing  between  posts  included. 

25%  has  been  added  for  waste,  breakage,  etc. 

In  figuring  "Quantity  of  Lumber,"  sheathing  is  taken  as  thickness  before 
planing. 


Size 

QfTATTTTTT  OF  LuMHKFt  Iff  FT-   R-  M-  PER  Ct>l.mN   FftRJl  f 

In.  Jul* 

6  Fr. 

* 

S  Ft/ 

10  FL. 

2' 

12  Fi ..• 

14  Fl.* 

16  Ft.* 

IB  Ft.* 

i  * 

if 

2' 

1*  jlf 

2' 

1    j 

r  |ir 

151 
310 

Hr 

2' 

V 

E77 

HZ 
149 

14' 

199 
242 
294 

234 

289 
34fl 

r 

li' 

2* 

V 

W 

3' 

8-3| 
15-61 

71 
85 
OS 

87 
107 
125 

107 
132 

i  .'.:■■ 

80 

107 

111 
137 
162 

127 

159 
1B1J 

133 

159 
183 

1511  I7G 
185  214 

2  m 

175  204 

21  !    252 
IT.!-,;,    3rtj 

239 

283 
325 

257 
310 
362 

300 
304 

42S 

430 

525 

624 

19-71 
22-9 I    ' 

106 
114 

122 

137 
156 

11*7 

\<\ 
193 

137 

us 
m 

178 

188 
203 

20a 

221 
23fl 

19rt 
208 
221 

234  274 
250  294 
£67|  315 

228 
241 

256 

273 
292 
311 

325 
348 
379 

267 

2S71 
3i>4 

312 
335 
353 

374 
401 

431 

346 

.';iLT 
338 

383 
413 

442 

461 
403 
528 

509 
540 
5  ti6 

56(1 
594 
621 

m 

707 
744 

24-10 
26-10* 
28-111 

128 
135 
J41 

18.5 
176 
183 

204 
218 
— .i 

tss 

17.' 
is:-; 

215 
*28 

2K 

253 

2i;<.< 

L'S4 

2.1-I    2*2 
2471  29ft 
260  314 

333 

;ly,>, 
389 

371 

>: 
300 

331 
370 

39n 

434 

4fl0 

S21 
141 
SMI 

380 
418 

440 

458 
517 
545 

408 
431 
451 

465 
523 
546 

557 

[IHij 
661 

593 

ill'y 
647 

658 
6SS 

721 

m 

m 

30-12J 
34-14 

165 
173 
1S1 

1D4 
339 

242 
267 

323 

234 

255  m\ 
267  333 

280.  349 

298  331 
312  3611 

327|  381 

410 
489 

409 

4'JA 
448 

439 
4*J0 
482 

509 

560 

494 

:,17 

Ml 

.504 
556 

590 

621 
652 

m 

C07 
632 

637 
«68 

73fl 

77L 
807 

742 
774 
80S 

735 
79t» 
SB 

DOT 
NO 
W4 

36-15 

38-1*1 
40-Kii 

188 

iy<i 

-■I 

224 
134 
343 

27* 
292 

3u;: 
1 

2131  Sid  365 

■j,vi  30.-]  rwi 

203  3171  397 

34o!  397 
: .:.:    II  . 
369[  432 

499 

512 
533 

4  riH 
!>7 
5% 

503 

.126 
546 

534 
611 
637 

4ih 

579 
P31 

631 
7!3 
740 

651 
7M 

695 

723 
7.V1 

541 
S77 
914 

834 
BM 

S51 
381 
914 

10« 
lOffi 

nor 

♦Height  of  column  from  top  of  floor  to  underside  of  slab, 
t  Thickness  of  sheathing  after  planing  runs  from  Jr  to  I'  less  than  value  here 
given. 
JOn  columns  over  10  ft.  in  length  and  30r  diam.,  4"X6*  clamps  are  used. 


CHAPTER  XXII 

TABLES  ON  TIMES  AND  COSTS  OF  LABOR  ON  FORMS 

The  tables  in  this  chapter  have  been  prepared  by  the  authors  for 
computing  the  times  and  costs  of  labor  on  forms  for  reinforced  con- 
crete construction.  The  cost  of  materials  is  not  included.  Contrary 
to  the  usual  way  of  stating  costs,  allowance  has  been  made  not  only 
for  the  delays  that  are  apt  to  occur  during  construction,  but  also  for 
all  the  various  overhead  charges  that  are  incident  to  such  work, 
except  central  or  home  office  expense.     Profit  is  not  included. 

To  reduce  the  labor  of  computation  as  much  as  possible,  the  times 
and  costs  are  given  in  terms  of  pier  member,  that  is,  per  column  form, 
per  beam  form,  and  so  on.  The  estimator  thus  has  only  to  schedule 
his  members  and  take  the  costs  direct  from  the  table. 

The  ordinary  methods  of  estimating  forms  make  no  distinction 
between  the  unit  costs  of  forms  for  members  of  different  sizes,  nor 
do  they  allow  for  the  effect  upon  the  cost  of  the  number  of  times  the 
forms  are  used.  The  usual  plan  is  to  figure  the  cost  of  the  forms  in  a 
structure  in  terms  of  the  total  volume  of  concrete  or  else  in  terms  of 
per  square  foot  of  surface  in  contact.  The  errors  incident  to  both  of 
these  methods  may  be  readily  illustrated.  Suppose,  for  example, 
that  the  forms  are  figured  in  terms  of  the  volume  of  concrete.  A  uni- 
form cost  of  forms  per  cubic  foot  of  concrete  will  give  for  a  24-inch 
column  form  a  cost  four  times  as  large  as  for  a  12-inch  form.  If  the 
forms,  on  the  other  hand,  are  figured  in  terms  of  surface  area,  the  24- 
inch  column  form  will  be  assumed  to  cost  twice  as  much  as  the  12- 
inch  form.  Yet  the  actual  labor  cost  of  making  a  24-inch  column 
form  is  only  about  40%  greater  than  that  of  making  a  12-inch  column 
form  of  the  same  length.     In  erecting,  the  difference  is  even  less. 

The  number  of  times  the  forms  are  used  affects  the  cost  to  a  large 
degree.  If  used  only  once,  the  entire  cost  of  the  materials  and  labor 
must  be  charged  to  that  part  of  the  structure.  If  used  several  times, 
only  a  portion  of  the  cost  of  the  materials  and  of  the  making  should 
be  charged  to  that  part  and  the  remainder  distributed,  according  to 
the  number  of  times  used,  to  the  rest  of  the  structure. 

621 
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Every  contractor  knows  that  re-making  forms  to  reduce  or  increase 
their  size  is  expensive,  but  very  few  have  even  an  approximate  idea 
of  what  the  actual  difference  in  cost  really  is  between  re-using  a  form 
of  the  same  size  and  remaking  to  a  different  size.  A  practical  illus- 
tration of  this  difference  is  given  on  page  477.  Variations  in  costs 
due  to  various  causes  may  be  determined  by  comparison  of  the 
values  in  the  tables  in  this  chapter. 

Only  wooden  forms  are  treated  in  the  tables.  Steel  forms,  which 
are  adapted  to  certain  types  of  construction,  are  discussed  briefly  on 
page  456.  The  tables  apply,  however,  not  simply  to  building  con- 
struction, but  to  other  classes  of  reinforced  construction  as  well. 

BASIS  OF  TABLES 

The  tables  are  the  results  of  studies,  covering  a  period  of  several 
years,  of  the  times  and  costs  of  making  and  erecting  forms  in  actual 
reinforced  concrete  construction.  The  plan  adopted  has  been  similar 
to  that  employed  so  successfully  by  Mr.  Taylor  in  the  fixing  of  tasks 
in  scientific  management  operations  in  industrial  establishments. 
Time-studies  of  all  the  small  units  or  elements  in  each  piece  of  work 
were  made  on  a  large  number  of  jobs,  by  methods  described  in  Chap- 
ter IV.  These  unit  times,  which  are  given  on  pages  662  to  677,  were 
then  recombined,  with  due  allowance  for  the  delays  and  lost  time 
occurring  in  construction  work  under  the  ordinary  types  of  manage- 
ment; and  the  results  were  thoroughly  checked  by  comparison  with 
overall  times.  Several  of  the  best  contractors  in  the  country*  were 
consulted  on  many  of  the  individual  features  and  the  final  results  were 
compared  with  actual  cost  records  from  the  private  cost  sheets  of 
contractors. 

If  the  cost  in  the  tables  differ  from  personal  records  on  previous 
similar  jobs,  the  labor  totals  may  be  multiplied  by  a  ratio  based  on 
this  difference. 

ARRANGEMENT  OF  TABLES  OF  MAKING  AND  ERECTING 

FORMS 

The  tables  are  arranged  in  three  groups: 

(1)  Times  and  costs  for  estimates  (See  pages  630  to  647). 

(2)  Times  of  certain  definite  operations  (See  pages  655  to  661). 

(3)  Unit  times  (See  pages  662  to  677). 

*Sce  Preface. 
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Estimates.  Tables  134  to  154,  pages  630  to  647.  The  tables  for 
estimating  the  cost  of  labor  on  forms  are  arranged  so  that  the  aver- 
age costs  can  be  figured  directly  for  the  different  members,  such  as 
(1)  columns,  (2)  beams,  (3)  girders,  (4)  slabs,  and  (5)  walls. 

Two  sets  of  estimating  tables  are  given;  one  in  times  of  labor  in  hours 
per  member;  and  the  other  in  costs  of  labor  in  dollars  per  member. 
The  cost  tables  should  always  be  used  unless  the  estimator  knows 
from  his  own  data  that  the  percentages  for  overhead  charges  are  dif- 
ferent from  those  given  on  page  653.  In  most  cases  the  times  are 
given  on  the  left-hand  page  and  the  costs  on  the  right.  Neither  the 
times  nor  costs  can  be  used  for  setting  tasks,  since  they  include  not 
only  the  carpenter  labor  but  also  the  sawing  of  lumber  on  the  mill- 
saw,  laborers'  work  carrying  and  handling  material,  and  foremen's 
time.  The  laborers'  and  the  foremen's  time  is  converted  into  car- 
penters' time;  the  value  of  a  laborer,  for  example,  being  considered  as 
half  that  of  a  carpenter.  The  times  and  costs  also  include  an  allow- 
ance for  the  rests  and  delays  occurring  throughout  the  day.  The 
costs,  but  not  the  times,  include  also  allowance  for  overhead  charges 
as  outlined  below,  but  do  not  include  home-office  expense  or  profit. 
In  figuring  the  costs,  10%  has  been  added  to  the  values  in  the  tables 
of  times,  so  as  to  apply  more  nearly  to  ordinary  conditions,  the  times 
being  based  on  work  under  ordinary  management  but  fairly  well 
handled,  whereas  the  costs  are  for  the  general  run  of  such  work.  The 
percentages  allowed  in  both  cases  are  tabulated  on  page  625. 

Average  Men  and  Conditions.  As  has  been  stated  elsewhere,  the 
values  in  the  tables  are  based  on  average  men  working  under  the 
ordinary  type  of  management.  For  exceptionally  quick  men  work- 
ing by  the  day  under  excellent  superintendence,  30%  may  be  deducted 
from  the  costs,  or  20%  from  the  times.  For  task-work  under  scien- 
tific management,  a  still  further  reduction  should  be  made,  as  indi- 
cated on  page  628. 

Wages  per  Hour.  Variation  in  the  wages  of  carpenters  is  so  great 
in  different  localities  that  a  uniform  rate  of  50  cents  per  hour  has 
been  used  in  the  tables  as  a  fair  average.  The  values  are  easily  con- 
verted to  any  other  rate  per  hour.  For  example,  for  a  rate  of  40 
cents,  deduct  one-fifth  from  the  cost;  for  35  cents,  divide  by  10,  by 
pointing  off  one  decimal,  and  multiply  by  7.  A  slide  rule  is  con- 
venient for  converting  to  any  other  rate. 

Column  Headings.  The  column  headings  in  the  tables  of  time 
and  of  cost  are  identical.     The  general  operations  are  similar  for  the 
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different  kinds  of  members,  being  classified  as  follows:  Make  forms 
for  different  story  heights;  Place  and  remove  forms  first  time;  Place 
and  remove  forms  after  first  time  (same  size  column) ;  Remake,  place, 
and  remove  forms. 

Each  of  these  headings  is  subdivided  for  columns  of  6, 12,  and  18- 
foot  story  heights  respectively.  Values  for  intermediate  heights  may 
be  found  by  interpolation. 

The  items  for  making  forms  include  the  unloading  of  the  lumber, 
sawing  on  a  mill-saw,  and  making  up,  besides  the  labor  of  handling 
during  these  operations.  The  times  or  costs  for  making  must  be 
selected  only  for  members  for  which  new  forms  are  to  be  made; 
for  example,  in  a  five-story  building  requiring  one  and  one-half 
sets  of  forms,  the  values  from  this  group  are  used  only  for  one  and  one- 
half  stories. 

The  values  for  placing  and  removing  forms  first  time  apply  only  to 
the  same  section  of  the  building  considered  in  making  forms. 

The  placing  and  removing  of  forms  after  the  first  time,  with  no 
remaking,  apply  to  the  portion  of  the  structure  where  the  forms 
can  be  re-used  without  change. 

The  final  group,  remaking,  placing,  and  removing,  apply  to 
portions  of  the  structure  where  old  forms  are  used  and  must  be  made 
over.  The  time  and  cost  of  remaking  vary  greatly  under  different 
conditions,  but  the  values  are  figured  to  cover  average  conditions. 

The  sizes  of  columns  given  in  the  first  column  of  the  table  range 
from  8  by  8-inch  to  36  by  36-inch.  For  labor  on  ordinary  rectangular 
columns,  select  the  column  corresponding  to  the  largest  dimension  of 
the  rectangle. 

Values  are  given  for  1-inch  and  2-inch  lumber,  nominal  thicknesses; 
for  example,  1-inch  lumber  after  planing  is  J-inch  thick  and  2-inch 
stock  is  lf-inch,  or  sometimes  lf-inch.  The  times  or  costs  of  labor 
on  lj-inch  or  1^-inch  stock  may  be  obtained  by  taking  values  part 
way  between  the  1-inch  and  2-inch. 

Folding  Page.  To  allow  space  for  full  notes  describing  the  way 
to  use  the  tables,  folding  page  653  is  given,  which  should  be  opened 
every  time  any  of  the  tables  are  used. 

Effect  of  Design.  Each  table  refers  to  a  page  where  a  drawing  is 
given  showing  the  design  upon  which  the  times  and  costs  are  based. 

Mill-Saw.  The  values  of  making  forms  assume  that  there  is  a 
mill-saw  on  the  job  so  that  there  will  be  practically  no  hand  sawing. 
In  case  no  mill-saw  is  used,  add  50%  to  the  time  or  cost  of  making  up. 
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Laborers'  Work.  In  making  up  the  tables,  it  is  assumed  that  the 
carrying  of  the  lumber  is  done  chiefly  by  laborers.  Actual  ex- 
perience proves  that  about  5%  of  the  total  labor  cost  is  saved,  in  such 
work  as  the  making  and  erecting  of  forms  in  reinforced  concrete 
building  construction,  by  utilizing  laborers  for  carrying.  By  relieving 
the  carpenters  of  all  handling,  a  still  further  saving  is  effected. 

Allowance  for  Miscellaneous  Items  and  General  Expense.  The 
overhead  charges  in  any  construction  job  cut  a  very  large  figure  in 
"the  total  cost  and  a  neglect  of  these  items,  or  a  too  small  allowance, 
is  one  of  the  most  frequent  causes  of  low  estimates  by  both  the  engi- 
neer and  the  contractor. 

The  tables  of  times  include  allowances  for  foremen's  time  and  other 
items  included  in  the  regular  payroll,  as  shown  in  the  tabulation 
below. 


Items 


Per  cent  to  Add 
to  Unit  Times 


Making 
Forms 


Erecting 
Forms 


Foreman  and  sub-foreman . .' 

Sharpening  tools  and  similar  work 

Saw-mill  man's  time  on  miscellaneous  work 

Making  benches,  templets,  etc 

Odd  staging  and  similar  work 

Contingencies  such  as  delays  due  to  weather  conditions 


% 
7.5 
4.0 
3.0 
10.0 

2.5 


% 

7.5 

4.0 

1.0 

1.0 

1.0 

2.5 


27.0 


17.0 


The  tables  of  costs  include  the  following  allowances  in  addition  to 
those  in  the  time  tables: 

Contingencies  occurring  on  ordinary  form  construction  that  is 

not  handled  by  contractors  with  large  experience 15.0% 

Deduct  for  work  done  by  laborers,  such  as  carrying,  etc 5 . 0% 

Total 10.0% 

And  also  an  extra  allowance  for: 

Superintendence  and  miscellaneous  items 9.0% 

Contingencies  chargeable  to  labor  but  not  estimated  as 

part  of  pay  roll 2 . 5% 

Odd  tools,  etc.,  not  carried  to  next  job 0.5% 

Liability  insurance  on  employees  and  the  public 3.0% 

Total PPJP?  ^.99.8^5.0% 


626  CONCRETE  COSTS 

ESTIMATES  FOR  FORMS  FOR  I-BEAM  CONSTRUCTION 

Tables  on  pages  646  and  647  give  times  and  costs  for  labor  on 
beam  forms  in  steel  frame  buildings,  since  the  cost  of  this  work  is 
quite  different  from  ordinary  reinforced  concrete. 

The  values  are  based  on  the  assumption  that  the  depth  of  the  form 
is  one  inch  greater  than  the  depth  of  the  I-beam.  Slight  variations 
from  this  design  will  not  appreciably  affect  the  times  or  costs. 

CARRYING  LUMBER 

Table  156,  page  655,  is  convenient  for  determining  the  number  of 
pieces  of  lumber  that  one  or  two  men  should  carry  as  a  load  under 
ordinary  conditions  and  also  gives  the  number  of  feet  board  measure 
in  single  pieces  of  lumber  of  different  dimensions  and  length.  A 
laborer  or  carpenter  will  frequently  carry  only  one  stick  of  lumber 
when  he  can  just  as  well  handle  two  or  more. 

The  values,  as  stated,  are  based  on  a  load  per  man  not  exceeding 
70  pounds.  An  exceptionally  good  man  may  carry  larger  loads  than 
are  given,  running  up,  say,"  to  80  pounds,  with  an  occasional  load  as 
high  as  90  pounds;  but  where  these  heavier  loads  are  required,  the 
men  should  be  given  a  special  incentive,  such  as  a  bonus,  for  the  extra 
hard  work. 

From  the  table,  a  foreman  can  tell  at  once  how  many  boards  or 
plank  an  average  man  should  carry,  and  whether  it  is  more  economi- 
cal for  one  man  or  two  men  to  handle  lumber  of  certain  dimensions. 
The  foreman  also  can  estimate  with  this  aid  how  long  it  should  take 
laborers  to  carry  lumber  to  a  definite  distance.  In  making  such  an 
estimate,  it  may  be  assumed  that  a  man  will  walk  one  way  on  an 
average,  with  due  allowance  for  rest,  100  feet  in  0.6  minutes.  On  an 
average,  also,  0.6  minutes  may  be  allowed  for  picking  up  a  load  of 
lumber  and  throwing  it  down  on  a  pile. 

TABLES  OF  TIMES  OF  DIFFERENT  OPERATIONS 

Tables  157  to  160,  pages  658  to  661,  will  enable  a  superintendent 
or  foreman  to  determine  the  approximate  length  of  time  it  should 
take  the  carpenters  to  perform  a  definite  piece  of  work,  such  as  mak- 
ing up  the  side  of  a  form  or  erecting  a  form.  From  these  tables,  also, 
the  foreman  can  estimate  how  much  work  the  men  should  do  in  a 
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The  tables  give  the  times  of  making  and  assembling  forms  for  the 
principal  members  of  a  building,  such  as  the  time  of  making  each  of 
4  types  of  column  forms,  times  of  making  beam  and  girder  forms  and 
of  assembling  and  erecting  column,  beam,  and  girder  forms.  Definite 
times  like  these  cannot  be  given  without  making  accurate  assump- 
tions as  to  the  methods  employed  in  handling  the  materials  and  the 
exact  design  of  the  forms.  The  tables  refer  to  places  where  these 
details  are  described  in  full. 

The  tables,  as  stated  in  a  preceding  paragraph,  are  based  on  work 
that  is  well  managed,  since  under  careless  management  the  sequence 
of  operations  for  the  carpenters  and  the  amount  of  handling  they 
must  do  are  indefinite.  Under  scientific  management  where  the 
lumber  is  brought  to  the  carpenters  and  they  have  nothing  to  do 
but  follow  instructions  given  in  writing  or  by  drawings,  with  no 
unnecessary  loss  of  time  incident  to  looking  up  the  foreman  for  direc- 
tions, still  quicker  times  can  be  made. 

The  times,  then,  apply  to  average  or  quick  men  working  by  the 
day,  and  not  by  piece-work  or  task-work.  They  include  an  allow- 
ance for  delays  occurring  throughout  the  day.  Thus  the  time  for  an 
average  man  to  make  a  single  section  of  form  ought  to  be  smaller 
than  that  given  in  the  table,  but  the  total  number  of  sections  made 
in  one  day,  or  in,  say,  several  hours,  should  correspond  with  the  times 
there  given.  In»  setting  forms,  a  50-foot  carry  is  allowed  by  the 
carpenters.  Under  scientific  management  this  carry  can  be  much 
reduced. 

SAWING  LUMBER 

Table  161,  page  662,  gives  average  and  quick  time  per  cut  for  dif- 
ferent kinds  of  mill  and  hand  sawing.  The  times  include  all  neces- 
sary operations  of  handling  incident  to  both  kinds  of  work.  The 
time  per  cut  is  given  in  every  case,  and  must  be  multiplied  by  the 
number  of  cuts  as  indicated. 

UNIT  TIMES 

The  basis  of  all  of  the  principal  times  and  costs  in  this  book  is 
unit  time  study,  as  is  discussed  in  Chapters  IV  and  V.  To  obtain 
accurate  times,  it  is  necessary  to  find  out,  by  the  aid  of  a  stop- 
watch, how  long  it  takes  to  perform  the  individual  elements  or  unit 
operations  involved  in  the  larger  piece  of  work.  The  unit  times, 
used  in  making  up  the  tables  of  form  construction  in  this  chapter, 
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are  given  in  Tables  162  to  166,  pages  664  to  676.  The  times  in  these 
tables  differ  from  the  times  given  in  the  other  tables  in  this  book  in 
that  they  are  net,  that  is,  they  include  no  allowance  for  rest  or  for 
delays  occurring  throughout  the  day.  A  description  of  each  item  is 
given  in  the  second  column  of  the  tables.  To  indicate  the  kind  of 
work  to  which  the  times  apply,  so  that  the  right  ones  may  be  selected, 
the  kind  of  member  is  designated  by  a  letter;  for  example,  Item  (12) 
may  be  used  (provided  the  boards  are  ripped  by  hand)  either  for 
columns,  C,  beams,  B,  girders,  G,  or  slabs,  S.  Item  (1)  is  apt  to 
occur  in  the  three  types  of  columns  designated,  also  in  beams,  girders, 
slabs,  and  walls.  Item  (3)  applies  to  Type  II  of  beams  and  Type 
II  of  girders,  as  well  as  to  columns  and  slabs.  If  no  letter  is  given, 
the  item  should  not  be  included  when  figuring  the  kinds  of  members 
designated  at  the  top  of  the  column. 

In  the  tables  of  assembling  and  erecting,  the  corresponding  columns 
refer  to  the  drawing  showing  details  of  the  construction  and  also 
give  the  type  to  which  the  units  apply. 

The  column  headed  "Unit"  indicates  the  value  that  must  be  used 
for  mutiplying  the  times.  For  example,  where  the  unit  is  "  Corner," 
the  selected  time  must  be  multiplied  by  the  number  of  corners;  where 
the  unit  is  "Cleat,"  the  time  must  be  multiplied  by  the  number  of 
cleats  in  the  member;  and  so  on. 

Times  are  given  for  1-inch,  lj-inch,  and  2-inch  .lumber,  and  are 
based  both  on  average  men  and  quick  men. 

The  values  given  may  be  applied  to  task-work  by  selecting  the 
proper  items  under  quick  men,  omitting  the  units  that  in  scientifically 
managed  work  are  unnecessary,  and  adding  a  percentage  to  provide 
for  the  necessary  delays  and  lost  time  that  occur  even  in  the  best 
handled  work. 

The  use  of  the  tables  is  best  illustrated  by  the  examples  on  page 
648.  These  show  the  method  of  making  up  total  times  from  the 
unit  times. 

TASK-WORK  IN  FORM  CONSTRUCTION 

To  introduce  task-work  in  the  making  or  erecting  of  forms,  it  is 
necessary  to  provide  some  definite  system  for  handling  materials  and 
for  keeping  track  of  the  work  that  is  being  accomplished.  Methods 
that  have  proved  satisfactory  in  practice  are  described  in  Chapter 
XVI. 
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The  time  of  accomplishing  a  certain  piece  of  work  depends  so 
largely  upon  the  details  of  design  and  the  manner  in  which  the  work- 
man is  supplied  with  materials  that  it  seems  impossible  to  give  values 
of  times  and  costs  that  will  be  exact  enough  to  use  in  paying  the  men, 
even  though  we  can  give  values  that  are  accurate  enough  for  esti- 
mates. To  set  tasks  on  any  class  of  work,  it  is  therefore  advisable 
that  the  methods  described  in  Chapter  V  be  adopted,  and  that  the 
fundamental  characteristics  of  each  piece  of  work  be  studied.  Tn 
connection  with  this  study,  the  tables  of  unit  times  already  referred 
to  will  be  found  extremely  useful  and  will  provide  much  valuable 
data  for  comparison  with  actual  observations,  and  also  for  filling  in 
times  that  cannot  be  taken  conveniently  by  a  stopwatch. 

To  give  an  idea  of  what  has  been  accomplished  in  form  making 
by  adopting  methods  of  systematic  planning,  routing  the  materials 
to  the  carpenters,  and  then  giving  them  a  definite  task  to  perform, 
we  would  say  that  costs  of  making  form  sections  have  been  actually 
reduced  as  much  as  50%.  Comparing  times  for  making  up  sections 
of  forms  by  task-work  under  scientific  management  with  times  of 
average  carpenters  on  the  same  work,  there  should  be  a  reduction  of 
about  65%  in  the  time  for  performing  the  work.  The  reduction  in 
cost  will  not  be  proportional  because  the  overhead  charges  are 
increased  by  the  cost  of  the  labor  of  planning  out  the  work  in  advance, 
the  making  out  of  the  route  sheets,  and  the  recording  of  the  tasks 
accomplished.  Taking  these  into  consideration,  the  reduction  in 
cost  should  be  from  30  to  60%. 
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TABLE  134]        LABOR  ON  COLUMN  FORMS  [TIMES 

TYPE  1— IRON  CLAMPS— Fig.  48,  p.  491 

For  costs  see  opposite  page  See  pp.  614,  623  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


TIME  IN  HOURS  PER  COLUMN 

Size  op 
Column 

Make  Forms* 
for  Different 
Story  Heights 

Place  and 
Remove  Forms 

1ST  TlMEf 

Place  and 
Remove  Forms 
After  1st  Time 
(Same  size  col.) 

Remake,  Place 

and 
Remove  Forms 

6  ft. 
hr. 

12  ft. 
hr. 

18  ft. 
hr. 

6  ft. 
hr. 

12  ft. 
hr. 

18  ft. 
hr. 

6  ft. 
hr. 

12  ft. 
hr. 

18  ft. 
hr. 

6  ft. 
hr. 

12  ft.  !  18  ft. 
hr.     (    hr. 

1-inch  Lumber  (Nominal) 


8"  X    8" 
10"  X  10" 
12"  X  12" 

1.1 
1.2 
1.2 

1.8 
1.9 
2.0 

2.8 
2.9 
3.1 

5.6 
5.7 
5.9 

7.4 
7.7 
8.0 

9.6 

9.9 

10.4 

4.7 
4.8 
5.0 

6.0 
6.1 
6.3 

8.0 

8.2 
8.5 

6.4 
6.5 
6.7 

8.8 
8.9 
9.2 

117 
11.9 
12.2 

14"  X  14" 
16"  X  16" 

18"  X  18" 

1.3 
1.4 
1.5 

2.2 
2.3 
2.4 

3.3 
3.5 
3.8 

6.2 
6.3 
6.6 

8.3 
8.6 
8.9 

10.7 
11.1 
11.6 

5.2 
5.4 
5.7 

6.6 
7.0 

7.2 

8.9 
9.3 
9.7 

6.9 
7.1 
7.3 

9.5 

9.7 

10.0 

12.6 
12.9 
13.3 

20"  X  20" 
22"  X  22" 
24"  X  24" 

1.5 
1.6 
1.7 

2.6 
2.7 
2.9 

4.0 
4.2 
4.4 

6.8 
7.1 
7.4 

9.2 
9.5 
9.8 

11.9 
12.3 
12.8 

5.9 
6.1 
6.4 

7.5 

7.8 
8.1 

10.1 
10.5 
10.9 

7.5 

7.7 
7.9 

10.3 
10.6 
10.8 

13.7 
14.1 
14.5 

26"  X  26" 
28"  X  28" 
30"  X  30" 

1.9 
2.1 
2.2 

3.1 
3.5 
3.7 

4.8 
5.3 
5.6 

7.7 
8.1 
8.4 

10.2 
lt.O 
11.1 

13.4 
14.4 
14.6 

6.6 
7.0 

7.2 

8.5 
8.9 
9.2 

11.3 
11.9 
12.3 

8.3 
8.6 
8.8 

11.3 
11.8 
12.1 

15.0 
15.6 
16.0 

32"  X  32" 
34"  X  34" 
36"  X  36" 

2.3 
2.4 
2.5 

3.8 
4.0 
4.1 

5.8 
6.1 
6.3 

8.6 
8.9 
9.0 

11.6 
11.9 
12.0 

14.9 
15.3 
15.8 

7.4 
7.6 

7.9 

9.5 

9.7 

10.0 

12.7 
13.0 
13.5 

9.0 
9.2 
9.4 

12.3 
12.6 
12.9 

16.4 
16.7 
17.1 

2-inch  Lumber  (Nominal) 


8"X'  8" 
10"  X  10" 
12"  X  12" 

1.4 
1.5 
1.6 

2.4 
2.5 

2.7 

3.7 
3.9 
4.1 

6.3 
6.6 
6.9 

8.6 
8.9 
9.2 

11.1 
11.6 
12.0 

5.7 
6.0 
6.1 

7.3 

7.5 
7.7 

9.8 
10.0 
10.3 

8.3 
8.5 
8.7 

11.3 
11.6 
11.9 

15.1 
15.4 
15.8 

14"  X  14" 
16"  X  16" 

18"  X  18" 

1.7 
1.8 
2.0 

2.9 
3.1 
3.2 

4.4 
4.7 
5.0 

7.1 
7.4 

7.7 

9.6 

9.9 

10.2 

12.5 
12.9 
13.4 

6.4 
6.6 
6.9 

8.1 

8.5 
8.8 

10.8 
11.3 
11.8 

8.9 
9.2 
9.5 

12.3 
12.6 
13.0 

16.3 
168 
17.3 

20"  X  20" 
22"  X  22" 
24"  X  24" 

2.0 
2.2 
2.3 

3.4 
3.6 
3.8 

5.2 
5.5 

5.8 

8.0 
8.3 
8.6 

10.7 
11.0 
11.4 

13.8 
14.3 
14.9 

7.2 
7.5 

7.7 

9.2 
9.5 
9.9 

12.3 
12.8 
13.3 

9.8 
10.0 
10.3 

13.4 
13.8 
14.1 

17.8 
18.3 

18.8 

26"  X  26" 

28"  X  28" 
30"  X  30" 

2.5 

2.7 
2.9 

4.1 
4.6 

4.8 

6.3 
7.0 
7.3 

8.9 
9.5 
9.6 

11.9 

12.6 
12.9 

15.5 
16.4 
16.8 

8.1 

8.5 
8.8 

10.3 
10.8 
11.2 

13.9 
14.5 
15.0 

10.7 
11.2 
11.4 

14.7 
15.3 
15.7 

19.5 
20.3 
20.8 

32"  X  32" 
34"  X  34" 
36"  X  36" 

3.0 
3.1 

3.3 

5.0 
5.2 
5.4 

7.7 
8.0 
8.3 

9.9 
10.2 
10.5 

13.4 
13.7 
14.0 

17.3 
17.9 
18.2 

9.1 
9.3 
9.6 

11.5 
11.8 
12.1 

15.5 
15.9 
16.4 

11.7 
11.9 
12.2 

16.0 
16.4 
16.7 

21.3 
21.8 
22.2 

*If  old  form  lumber  is  used  add  90%  to  "Make  Forms. " 
fValues  increased  50%  as  labor  is  generally  inefficient  on  first 
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TABLE  135]        LABOR  ON   COLUMN   FORMS  [COSTS 

TYPE  1.— IRON  CLAMPS— Fig.  48,  p.  491 

For  times  see  opposite  page  See  pp.  614,  623  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


COST  IN  DOLLARS  PER  COLUMN 

Size:  of 
Column 

Make  Forms 
fob  Different 
Story  Heights* 

Place  and 
Remove  Forms 

1st  TlMEt 

Place  and 
Remove  Forms 
After  1st  Time 
(Same  size  col.) 

Remake,  Place 

and 
Remove  Forms 

6  ft. 
$ 

12  ft. 

$ 

18  ft. 
$ 

6  ft. 
$ 

12  ft. 
$ 

18  ft. 

6  ft.  1 12  ft. 

*  1  * 

18  ft. 

$ 

6  ft. 

$ 

12  ft. 
$ 

18  ft. 
$ 

1-inch  Lumber  (Nominal) 

&"X    8" 
10*  X  10" 
12"  X  12" 

14"  X  14" 
16"  X  16" 

18"  X  18" 

20"  X  20" 
22"  X  22" 
24"  X  24" 

26"  X  26" 
28"  X  28" 
30"  X  30" 

32"  X  32" 
34"  X  34" 
36"  X  36" 

0.70 
0.74 
0.77 

0.81 
0.87 
0.92 

0.97 
1.03 
1.08 

1.19 
1.32 
1.38 

1.44 
1.50 
1.56 

1.16 
1.21 
1.29 

1.37 
1.46 
1.54 

1.64 
1.71 
1.80 

1.98 
2.19 
2.31 

2.39 
2.50 
2.61 

1.76 
1.86 
1.98 

2.11 
2.24 
2.37 

2.50 
2.64 
2.75 

3.02 
3.36 
3.53 

3.66 
3.82 

3:98 

3.50 
3.62 
3.74 

3.89 
4.04 
4.19 

4.31 
4.49 
4.64 

4.83 
5.13 

5.28 

5.42 
5.55 
5.70 

4.68 
4.83 
5.01 

5.19 
5.45 
5.61 

5.79 
6.00 
6.20 

6.50 
6.89 
7.07 

7.28 
7.49 
7.64 

6.09 
6.29 
6.53 

6.77 
7.04 
7.29 

7.53 

7.82 
8.06 

8.45 
9.11 
9.20 

9.44 
9.71 
9.93 

2.96 
3.05 
3.14 

3.29 
3.44 
3.59 

3.74 

3.88 
4.03 

4.20 
4.40 
4.54 

4.69 
4.81 
4.98 

3.77 

3.89 
4.01 

4.20 
4.40 
4.57 

4.75 
4.94 
5.14 

5.36 
5.61 
5.79 

5.98 
6.14 
6.33 

5.06 
5.21 
5.37 

5.63 
5.86 
6.11 

6.38 
6.62 
6.88 

7.18 
7.52 

7.77 

8.03 
8.21 
8.51 

4.05 
4.12 
4.22 

4.37 
4.49 
4.62 

4.77 
4.90 
5.02 

5.22 
5.44 
5.56 

5.70 
5.81 
5.95 

5.53 
5.64 
5.79 

5.98 
6.16 
6.34 

6.51 
6.70 
6.86 

7.16 
7.44 
7.62 

7.81 
7.95 
8.14 

7.37 
7.51 
7.70 

7.95 
8.18 
8.42 

8.66 
8.92 
9.14 

9.51 

9.89 
10.14 

10.36 
10.58 
10.80 

2-inch  Lumber  ^Nominal) 


8" 
10" 
12" 


X  8" 
X  10" 
X  12" 


14"  X  14" 
16"  X  16" 

18"  X  18" 

20"  X  20" 
22"  X  22" 
24"  X  24" 

26"  X  26" 
28"  X  28" 
30"  X  30" 

32"  X  32" 
34"  X  34" 
36"  X  36" 


0.91 
0.96 
1.03 

1.08 
1.16 
1.24 

i.29 
1.36 
1.42 

1.56 
1.72 

1.82 

1.90 
1.98 
2.06 


1.52 
1.60 
1.70 

1.82 
1.93 
2.04 

2.16 
2.27 
2.39 

2.61 
2.90 
3.04 

3.16 
3.30 
3.44 


2.33 
2.45 
2.61 

2.78 
2.95 
3.14 

3.29 
3.46 
3.63 

3.98 
4.41 
4.63 

4.85 
5.04 
5.25 


4.04 
4.17 
4.34 

4.50 
4.67 
4.83 

5.00 
5.19 
5.36 

5.58 
5.93 
6.11 

6.39 
6.44 
6.60 


5.45 
5.61 
5.84 

6.06 
6.27 
6.50 

6.72 
6.96 
7.20 

7.53 
8.00 
8.19 

8.45 
8.66 
8.87 


7.07 
7.28 
7.55 

7.83 
8.18 
8.46 

8.75 
9.03 
9.38 

9.80 
10.32 
10.65 

10.95 
11.25 
11.51 


3.61 
3.79 
3.85 

4.03 
4.20 
4.38 

4.54 
4.74 
4.90 

5.12 
5.37 
5.55 

5.73 

5.87 
6.07 


4.60 
4.74 
4.90 

5.14 
5.36 
5.56 

5.82 
6.02 
6.25 

6.53 
6.84 
7.06 

7.30 
7.49 
7.66 


6.18 
6.33 
6.53 

6.85 
7.15 
7.44 

7.77 
8.09 
8.40 

8.77 
9.14 
9.47 

9.81 
10.03 
10.36 


5.24 
5.36 
5.49 

5.65 
5.83 
6.01 

6.18 
6.34 
6.51 

6.78 
7.06 
7.22 


7.18 
7.34 
7.52 


7710 


7 

7.99 

8.25 

8.47 
8.70 
8.92 


9.56 
9.74 
9.99 


32 
10.63 
10.95 

11.25 
11.54 
11.88 


9.3012.33 
9.6612.84 
9.9213.17 


7.4110.1413.47 
7.5510.36113.76 
7.7310.58(14.06 


*  If  old  form  lumber  is  used  add  90%  to  "Make  Format" 

f  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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TABLE  138]         LABOR  ON  COLUMN  FORMS  [TIMES 

TYPE  3.— BOLTED  CLAMPS— Fig.  49A,  p.  493 

For  costs  see  opposite  page  See  pp.  613,  623  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


Size  of 
Column 


TIME  IN  HOURS  PER  COLUMN 


Make  Forms 
for  Different 
Story  Heights* 


6  ft.     12  ft.    18  ft. 
hr.        hr.        hr. 


Place  and  . 
Remove  Forms 

1ST  TlMEf 


6  ft. 
hr. 


12  ft. 
hr. 


18  ft. 
hr. 


Place  and 
Remove  Forms 
After  1st  Time 
(Same  size  col.) 


6  ft. 
hr. 


12  ft. 
hr. 


18  ft. 
hr. 


Remake,  Place 

AND 

Remove  Forms 


6  ft. 

hr. 


12  ft.     18  ft. 
hr.  hr. 


1-inch  Lumber  (Nomin 

al) 

8"  X    8" 
10"  X  10" 
12"  X  12" 

1.5 
1.6 
1.7 

2.5 
2.6 

2.8 

3.8 
4.0 
4.2 

7.1 
7.2 
7.5 

9.5 

9.6 

10.1 

12.2 
12.6 
13.1 

6.0 
6.1 
6.3 

7.5 

7.8 
8.0 

10.1 
10.4 
10.8 

8.1 
8.3 
8.5 

11.1 
11.3 
11.6 

14.8 
15.1 
15.5 

14"  X  14" 
16"  X  16" 
18"  X  18" 

1.8 
1.9 
2.0 

3.0 
3.2 
3.3 

4.5 

4.6 
5.1 

7.8 
8.1 

10.5 
11.0 
11.3 

13.5 
14.1 
14,7 

6.6 
6.9 

7.2 

8.4 
8.8 
9.2 

11.3 
11.8 
12.3 

8.7 
9.0 
9.3 

12.0 
12.3 
12.7 

15.9 
16.4 
16.9 

20"  X  20" 
22"  X  22" 
24"  X  24" 

2.1 
2.2 
2.3 

3.5 
3.7 
4.0 

5.4 
5.7 
5.9 

8.7 
9.0 
9.3 

11.7 
12.0 
12.5 

15.2 
15.6 
16.2 

7.5 
7.8 
8.1 

9.5 

9.9 

10.3 

12.8 
13.3 
13.8 

9.6 

9.8 

10.1 

13.1 
13.4 
13.8 

17.4 
17.9 
18.3 

26"  X  26" 
28"  X  28" 
30"  X  30" 

2.5 

2.8 
3.0 

4.2 

4.7 
4.9 

6.5 

7.2 
7.6 

9.8 
10.2 
10.5 

13.1 
13.8 
14.3 

17.0 
18.0 
18.5 

8.4 
8.9 
9.1 

10.7 
11.3 
11.6 

14.4 
15.1 
15.6 

10.5 
10.9 
11.2 

14.4 
14.9 
15.3 

19.1 
19.9 
20.5 

32"  X  32" 
34"  X  34" 
36"  X  36" 

3.1 
3.2 
3.4 

5.2 
5.4 
5.6 

7.9 
8.0 
8.3 

11.0 
11.3 
11.6 

14.6 
15.0 
15.5 

19.1 
19.5 
20.1 

9.4 

9.7 

10.1 

12.0 
12.4 

12.7 

16.1 
16.6 
17.2 

11.4 
11.7 
12.0 

15.6 
16.0 
16.4 

20.7 
21.2 
21.8 

2.0 
2.1 
2.2 

2-inch  Lumber  (Nominal) 

8"  X    8" 
10"  X  10" 
12"  X  12" 

3.3 
3.4 
3.7 

5.0 
5.3 
5.5 

8.1 
8.4 
8.7 

11.0 
11.3 
11.7 

14.1 
14.6 
15.2 

7.2 
7.6 
7.8 

9.2 
9.5 
9.8 

12.4 
12.7 
13.1 

10.5 
10.7 
11.2 

14.4 
14.7 
15.1 

19.2 
19.6 
20. 0 

14"  X  14" 
16"  X  16" 

18"  X  18" 

2.3 
2.5 

2.7 

3.9 
4.1 

4.4 

6.0 
6.3 
6.8 

9.0 
9.3 
9.8 

12.2 
12.6 
13.1 

15.8 
16.4 
17.0 

8.1 
8.4 
8.8 

10.3 
10.7 
11.2 

13.8 
14.4 
15.0 

11.3 
11.7 
12.1 

15.6 
16.1 
16.5 

20.7 
21.3 
22.0 

20"  X  20" 
22"  X  22" 
24"  X  24" 

2.8 
2.9 
3.1 

4.6 
4.9 
5.1 

7.1 
7.4 

7.8 

10.1 
10.4 
10.8 

13.5 
14.0 
14.4 

17.6 
18.2 
18.9 

9.1 

9.5 

10.1 

11.7 
12.1 
12.6 

15.6 
16.2 
16.8 

12.4 
12.7 
13.1 

17.0 
17.4 
17.9 

22.6 
23.2 
23.8 

26"  X  26" 
28"  X  28" 
30"  X  30" 

3.4 
3.7 
3.9 

5.6 
6.2 
6.5 

8.5 

9.5 

10.0 

11.3 
12.0 
12:3 

15.6 

.15.9 

16.5 

19.7 
20.7 
21.5 

10.3 
10.8 
11.2 

13.1 
13.7 
14.1 

17.6 
18.4 
19.0 

13.6 
14.2 
14.7 

18.6 
19.4 
19.9 

24.8 
258 
26.4 

32"  X  32" 
34"  X  34" 
36"  X  36" 

4.1 
4.2 

4.4 

6.8 
7.0 
7.3 

10.4 
10.6 
11.1 

12.6 
12.9 
13.4 

17.0 
17.4 
17.9 

21.6 
22.2 
23.0 

11.5 
12.0 
12.3 

14.6 
15.1 
15.6 

19.8 
20.5 
21.2 

14.9 
15.2 
15.5 

20.3  27.1 
20.5!  27.6 
21.3,  28.3 

*  If  old  form  lumber  is  used  add  90  %  to  "Make  Forms." 

t  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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TABLE  139]         LABOR  ON  COLUMN  FORMS  [COSTS 

TYPE  3— BOLTED  CLAMPS— Fig.  49A,p.  493 
For  times  see  opposite  page  See  pp.  613,  623  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


COST  IN  DOLLARS  PER  COLUMN 

SlZH  OP 

Column 

Make  Forms 
for  Different 
Story  Heights* 

Place  and 
Remove  Forms 

1ST  TlMEf 

Place  and 
Remove  Forms 
After  1st  Time 
(Same  size  col.) 

Remake,  Place 

and 
Remove  Forms 

Oft. 
$ 

12  ft. 

% 

18  ft. 
$ 

6  ft. 

$ 

12  ft. 

$ 

18  ft. 
$ 

6  ft. 
$ 

12  ft. 

$ 

18  ft. 
$ 

6  ft. 

$ 

12  ft. 

$ 

18  ft. 
$ 

1-inch  Lumber  (Nominal) 


8' 
10* 
12* 


X8" 
X  10" 
X  12" 


14"  X  14" 
16"  X  16" 

18"  X  18" 

20"  X  20" 
22"  X  22" 
24"  X  24" 

26"  X  26" 
28"  X  28" 
30"  X  30" 

32"  X  32" 
34"  X  34" 
36"  X  36" 


0.96 
0.99 
1.04 

1.11 

1.19 
1.25 

1.33 
1.41 
1.48 

1.60 
1.79 
1. 

1.95 
2.04 
2.13 


1.58 
1.64 
1.75 

1.87 
1.99 
2.09 

2.21 
2.33 
2.53 

2.67 

2. 

3.12 

3.25 
3.40 
3.56 


2.39 
2.53 
2.67 

2.82 
2.91 
3.22 

3.38 
3.58 
3.75 

4.09 
4.56 
4.80 

4.98 
5.04 

5.28 


4.43 
4.55 
4.76 

4.94 
5.13 
5.36 

5.48 
5.69 

5.87 

6.14 
6.50 
6.68 

6.89 

7.08 
7.28 


5.94 
6.11 
6.36 

6.63 
6.95 
7.13 

7.37 

7.62 

7 


7.71 
7.97 
8.27 

8.58 
8.91 
9.24 

9.57 

9 

10.25 


8.2410.71 
8.7211.36 
8.9711.67 

9.2412.02 
9.5012.36 
9.7612.69 


3.77 

3.86 
3.97 

4.18 
4.38 
4.55 

4.75 
4.91 
0.12 

5.33 

5.60 
5.74 

5.97 
6.16 
6.36 


4.77 
4.92 
5.08 

5.33 
5.57 
5.81 

6.03 
6.25 
6.51 

6.79 
7.14 
7.36 


6.42 
6.59 
6.82 

7.13 

7.46 

7.78 

8.08 
8.42 
8.72 

9.10 
9.55 

9.84 


7.6010.19 
7.8410.52 
8.0910.85 


5.13 
5.23 
5.35 

5.53 
5.71 

5.87 

6.09 
6.20 
6.36 

6.64 
6.90 
7.07 

7.23 
7.39 

7  58 


7.00 
7.16 
7.33 

7.57 

7.81 
8.03 


8.27 
8.50 
8.72 


9.35 
9.55 
9.78 

10.09 
10.36 
10.68 


5011 


11.00 
.31 
11.60 


9.0812.07 
9.4212.55 
9.6612.87 

9.88|13.15 
10.1013.43 
10  3613  77 


2-inch  Lumber  (Nominal) 


8*  X    8" 
10"  X  10" 
12"  X  12" 

1  24 
1.30 
1.41 

2.07 
2.17 
2.31 

3.16 
3.32 

3.48 

5.13 
5.30 

5.48 

6.89 
7.13 

7.48 

8.97 
9.21 
9.57 

4.57 
4.81 
4.94 

5.83 
5.99 
6.20 

7.84 
8.03 
8.29 

6.66 
6.79 
7.10 

9.10 
9.31 
9.52 

12.14 
12.40 
12.67 

14"  X  14" 
16"  X  16" 
18"  X  18" 

1.48 
1.58 
1.67 

2.46 
2.61 

2.78 

3.77 
4.00 
4.27 

5.72 
5.91 
6.14 

7.68 
7.97 
8.24 

9.96 
10.35 
10.74 

5.12 
5.33 
5.55 

6.50 
6.79 
7.07 

8.72 
9.08 
9.46 

7.16 
7.41 
7.64 

9.84 
10.15 
10.42 

13.08 
13.48 
13.81 

20"  X  20" 
22"  X  22" 
24"  X  24" 

1.75 
1.83 
1.94 

2.91 
3.08 
3.24 

4.46 
4.68 
4.92 

6.35 
6.59 
6.81 

8.5411.12 
8.8511.48 
9.1411.91 

9.8712.41 
10.10,13.13 
10.4113.52 

5.77 
5.99 
6.36 

7.38 
7.64 
7.94 

9.87 
10.27 
10.64 

7.84 
8.05 
8.27 

10.75 
11.03 
11.35 

14.28 
14.67 
15.08 

26"  X  26" 
28"  X  28" 
30"  X  30" 

2.12 
2.35 
2.46 

3.53 
3.93 
4.12 

5.40 
5.99 
6.30 

7.13 
7.55 
7.76 

6.51 
6.82 
7.05 

8.29 
8.70 
8.90 

11.12 
11.63 
12.02 

8.60 
8.97 
9.32 

11.79 
12.27 
12.56 

15.67 
16.32 
16.69 

32"  X  32" 
34"  X  34" 
36"  X  36" 

2.58 
2.64 
2.77 

4.32 
4.42 
4.62 

6.57 
6.72 

7.03 

7.97 
8.19 

8.43 

10.7113.68 
11.0314.09 
11.3414.48 

7.30 

7.57 
7.81 

9.24 
9.57 
9.86 

12.54 
12.99 
13.40 

9.40 
9.58 
9.83 

12.87 
13.13 
13.50 

17.11 
17.46 
17.90 

*  If  old  form  lumber  is  used  add  90%  to  "Make  Forms." 

f  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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CONCRETE  COSTS 


TABLE  MO]         LABOR  ON  COLUMN  FORMS  [TIMES 

TYPE  4— OCTAGONAL  FORMS— Fig.  SO,  p.  495 
For  costs  see  opposite  page  See  pp.  615,  628  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  663 


z 

0 

g. 

«* 

c£ 

w  a 

O   • 

H  P 

or 

H  J 

55  w 

a  o 

ovu 

<v 

<* 

Q 

<! 

TIME  IN  HOURS  PER  COLUMN 


Make  Forms 
fob  Different 
Story  Heights* 


6  ft. 
hr. 


12  ft. 
hr. 


18  ft. 
hr. 


Place  and 
Remove  Forms 

1st  TlMEf 


6  ft. 
hr. 


12  ft. 
hr. 


18  ft. 
hr. 


Place  and 
Remove  Forms 
After  1st  Time 
(Same  size  col.) 


6  ft. 
hr. 


12  ft. 
hr. 


18  ft. 
hr. 


Remake,  Place 

and 
Remove  Forms 


6  ft. 
hr. 


12  ft.     18  ft. 
hr.         hr. 


1-inch  Lumber  (Nominal) 


8' 
10" 
12" 

53 

83 

119 

14" 
16* 
18" 

162 
212 
269 

20" 
22" 
24" 

332 

401 

478 

26" 
28" 
30" 

560 
650 
746 

32" 
34" 
36" 

849 

958 

1074 

2.0 
2.0 
2.1 

2.1 
2.2 
2.3 

2.4 
2.5 
2.6 

2.7 
2.8 
2.9 

3.0 
3.2 
3.3 


3.5 
3.5 
3.6 

3.7 
3.9 
4.0 

4.2 
4.4 
4.6 

4.8 
5.0 
5.1 

5.3 
5.5 
5.7 


5.2 
5.2 
5.3 

5.5 

5.7 
5.9 

6.2 
6.4 
6.7 

7.0 
7.3 
7.6 

7.9 
8.1 
8.4 


7.7;  10.2 
8.0(  10.5 
8.3  10.8 


8.4 
8.7 
9.0 

9.3 
9.5 

9.8 

10.1 

10. 

10.5 

10.8 
11.1 
11.3 


11.3 
11.6 
11.9 

12.3 
12.6 
12.9 

13.2 
13.7 
14.0 


14.3 

14 

15.01 


13.5 
13.7 
14.4 

14.9 
15.5 
15.9 

16.2 
16.8 
17.3 

17.6 
18.2 
18.5 

18.9 
19.7 
19.8 


6.2 
6.5 
6.8 

7.1 
7.3 
7.5 

7.9 
8.1 
8.4 

8.6 
8.8 
9.2 

9 

9.8 

10.0 


8.1 
8.5 
8.8 

9.2 
9.5 
9.8 

10.2 
10.6 
10.9 

11.2 
11.5 
11.9 


12.3 

12. 

13.01 


10.5 
11.0 
11.5 

11.7 
12.3 
12.8 

13.3 
13.7 
14.2 

14.6 
15.0 
15.5 

16.0 
16.4 
16.9 


7.7  11.0,  14.5 
8.0  11.4  15.0 
8.3  11.8   15.6 


8.6 
8.8 
9.0 

9.4 
9.5 
9.7 

10.1 
10.3 
10.5 

10.8 
11.1 
11 


12.1  16.0 
12.4,  16.5 
12. 81  17.0 


13.3 
13.5 
13.8 

14.3 
14.6 
15.0 

15.4 
15.8 
16.1 


17.7 
17.9 
18.2 

18.8 
19.3 
19.8 

20.4 
20.8 
21.3 


2-inch  Lumber  (Nominal) 


8" 
10" 
12" 

53 

83 

119 

2.5 
2.5 
2.6 

4.3 
4.4 
4.5 

6.4 
6.5 
6.6 

8.7 
9.0 
9.3 

11.6 
11.9 
12.3 

15.3 
15.5 
16.4 

7.3 

7.7 
8.0 

9.5 
10.0 
10.4 

12.4 
13.0 
13.5 

9.3 

9.7 

10.1 

13.3 
13.7 
14.3 

17.5 
18.1 
18.8 

14" 
16" 

18" 

162 
212 
269 

2.6 
2.7 
2.9 

4.6 

4.8 
5.0 

6.8 
7.1 
7.3 

9.6 

9.9 

10.2 

12.8 
13.1 
13.5 

16.8 
17.4 
17.9 

8.4 
8.6 
8.8 

10.8 
11.2 
11.5 

13.8 
14.5 
15.1 

10.4 
10.6 
10.9 

14.7 
15.0 
15.5 

19.4 
20.0 
20.5 

20" 
22" 
24" 

332 
401 

478 

3.0 
3.1 
3.2 

5.2 
5.4 
5.7 

7.7 
7.9 
8.3 

10.5 
10.8 
11.1 

13.8 
14.3 
14.6 

18.3 
18.9 
19.5 

9.3 
9.6 
9.9 

12.1 
12.5 
12.9 

15.7 
16.2 
16.8 

11.3 
11.5 
11.8 

16.1 
16.4 
16.7 

21.4 
21.6 
22.0 

26" 

28" 
30" 

560 
650 
746 

3.4 
3.5 
3.6 

5.9 
6.1 
6.3 

8.7 
9.0 
9.4 

11.3 
11.6 
11.9 

15.0 
15.3 
15.8 

19.8 
20.4 
20.9 

10.1 
10.4 
10.8 

13.2 
13.6 
14.1 

17.2 
17.7 
18.3 

12.2 
12.5 
12.8 

17.3 

17.7 
18.2 

22.8 
23.4 
24.0 

32" 
34" 
36" 

849 

958 

1074 

3.8 
3.9 
4.0 

6.6 
6.9 
7.1 

9.7 
10.1 
10.4 

12.2 
12.5 
12.8 

16.2 
16.4 
17.0 

21.5 
22  2 
22.4 

11.1 
11.6 
11.8 

14.5 
14.9 
15.3 

18.8 
19.3 
19.9 

13.0 
13.5 
13.8 

18.6 
19.1 
19.5 

24.0 
25.2 
25.8 

*  If  old  form  lumber  is  used  add  90%  to  "Make  Forms." 

t  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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table  141]         LABOR  ON   COLUMN  FORMS  [costs 

TYPE  4.— OCTAGONAL  FORMS— Fig.  50,  p.  495 
For  times  see  opposite  page  See  pp.  615,  628  and  648 

BEFORE  USING  THIS  TABLE,  OPEN   FOLDING  PAGE  653 


z 

a 

k 

H 

< 

COST  IN  DOLLARS  PER  COLUMN 

O 

w  a 

%8 

Make  Forms 
for  Different 
Stort  Heights* 

Place  and 

Remove  Forms 

1st  TlMEt 

Place  and 
Remove  Forms 
After  1st  Time 
(Same  size  col.) 

Remake,  Place 

and 
Remove  Forms 

p 

6  ft. 

$ 

12  ft. 

$ 

18  ft. 
$ 

6  ft. 

$ 

12  ft. 

$ 

18  ft. 
$ 

6  ft. 
$ 

12  ft. 
$ 

18  ft. 
$ 

6  ft. 

$ 

12  ft. 
$ 

18  ft. 
$ 

1-inch  Lumber  (Nominal) 


53 

83 

119 

162 
212 
269 

332 
401 

478 

560 
650 
746 
i 
849 
958 
1074, 


1.26 
1.27 
1.30 

1.34 
1.39 
1.45 

1.52 
1.57 
1.64 

1.71 
1.79 
1.85 

1.92 
2.01 
2.05 


2.21 
2.24 
2.29 

2.35 
2.45 
2.54 

2.66 

2.77 
2.89 

3.00 
3.13 
3.24 

3.37 
3.50 
3.61 


3.25 
3.29 
3.37 

3.46 
3.60 
3.72 

3.91 
4.04 
4.25 

4.41 
4.59 

4.82 

4.96 
5.14 
5.31 


4.86 
5.03 
5.18 

5.34 
5.52 
5. 

5.84 
6.00 
6.17 

6.33 
6.51 
6.66 

6.83 
6.98 
7.16 


6.44 
6.66 
6.86 

7.10 
7.32 
7.53 

7.72 
7.97 
8.18 


8.57 
8.64 
9.12 

9.44 
9.75 
9.99 

10.28 
10.58 
10.88 


8.3911.10 
8.6111.43 
8.8211.66 

9.0511.99 
9.2412.44 
9.4712.54 


3.92 
4.11 
4.29 

4.51 
4.59 

4.77 

4.97 
5.14 
5.31 

5.44 
5.59 
5.80 

5.96 
6.20 
6.32 


5.11 
5.35 
5.59 

5.79 
5.98 
6.22 

6.48 
6.70 
6.92 

7.09 
7.27 
7.55 

7.77 
7.99 
8.22 


6.64 
6.96 

7.27 

7.40 

7.77 
8.08 

8.42 
8.70 
8.99 

9.21 
9.46 
9.80 

10.10 
10.37 
10.66 


4.88 
5.06 
5.25 

5.42 
5.55 
5.72 

5.93 
6.03 
6.15 

6.36 
6.52 
6.67 

6.82 
7.03 

7 


6.93 
7.19 
7.45 

7.67 
7.87 
8.12 


9.14 
9.48 
9.81 

10.14 
10.43 
10.73 


8.4111.17 
8.5511.30 
8.7311.51 


9.03 
9.25 
9.49 


2010 


9.75 
9.97 
21 


11.91 
12.21 
12.54 

12.88 
13.17 
13.47 


2-inch  Lumber  (Nc 

>mina 

1) 

8* 
10" 
12' 

53 

83 

119 

1.56 
1.58 
1.62 

2.74 

2.77 
2.84 

4.03 
4.08 
4.18 

5.49 
5.69 
5.85 

7.28 
7.53 

7.76 

9.68 

9.77 

10.22 

4.63 
4.85 
5.06 

6.02 
6.31 
6.59 

7.83 
8.21 
8.57 

5.91 
6.13 
6.36 

8.39 
8.69 
9.01 

11. 06 
11.47 
11.91 

14" 
16" 
18" 

162 
212 
269 

1.67 
1.72 
1.80 

2.92 
3.03 
3.15 

4.30 
4.46 
4.64 

6.05 
6.24 
6.42 

8.01 
8.27 
8.51 

10.67 
11.01 
11.30 

5.33 
5.42 
5.59 

6.84 
7.05 
7.33 

8.73 
9.17 
9.54 

6.56 
6.72 
6.92 

9.29 
9.52 
9.82 

12.26 
12.62 
12.99 

20" 
22" 
24" 

332 
401 

478 

1.88 
1.95 
2.04 

3.30 
3.43 
3.59 

4.85 
5.01 
5.27 

6.60 
6.78 
6.98 

8.75 
8.99 
9.24 

11.61 
11.96 
12.29 

5.88 
6.07 
6.26 

7.64 
7.90 
8.16 

9.94 
10.26 
10.61 

7.17 
7.30 
7.44 

10.18 
10.35 
10.57 

13.52 
13.68 
13.93 

26" 
28" 
30" 

560 
650 
746 

2.12 
2.21 
2.29 

3.71 

3.88 
3.98 

5.47 
5.69 
5.91 

7.16 
7.35 
7.53 

9.47 
9.72 
9.98 

12.54 
12.92 
13.19 

6.42 
6.59 
6.84 

8.36 
8.58 
8.91 

10.87 
11.17 
11.57 

7.70 
7.89 
8.07 

10.92 
11.20 
11.49 

14.41 

14.78 
15.18 

32" 
34" 
36" 

849 

958 

1074 

2.38 
2.49 
2.54 

4.18 
4.34 
4.48 

6.15 
6.37 
6.58 

7.71 

7.88 
8.09 

10.23 
10.35 
10.70 

13.55 
14.06 
14.18 

7.04 
7.32 
7.46 

9.17 
9.44 
9.69 

11.91 
12.23 
12.58 

8.2411.79'l5.20 
8.5112.0715.94 
8.7112.3016.30 

*  If  old  form  lumber  is  used  add  90%  to  "Make  Forms. 

t  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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CONCRETE  COSTS 


table  142]  LABOR  ON  BEAM  FORMS  [times 

BEAM  FORMS— Figs.  53  and  54,  pp.  499  and  501 

For  costs  see  opposite  page.  See  pp.  623  and  648 

BEFORE  USING  THIS  TABLE,  OPEN   FOLDING  PAGE   653 


Size  of  Beam 
Below  Slab 


TIME  IN  HOURS  PER  BEAM 


Make  Forms 
for  Different 
Column  Spacing* 


10  ft. 
hr. 


20  ft. 
hr. 


30  ft. 
hr. 


Place  and 
Remove  Forms 

1st  TlMEt 


10  ft. 
hr. 


20  ft. 
hr. 


30  ft. 
hr. 


Place  and 
Remove  Forms 
After  1st  Time 
(Same  8 He  beam) 


10  ft. 
hr. 


20  ft.    30  ft. 
hr.        hr. 


Remake,  Place 

and 
Remove  Forms 


10  ft.    20  ft.  |  30  ft. 
hr.        hr.        hr. 


1-inch  Lumber  (Nominal' 

3"X    6' 

4"X    8" 

1.0 
1.1 

1.3 
1.5 

2.3 
2.5 

2.3 
2.4 

3.6 
3.9 

5.3 
5.7 

2.0 
2.1 

2.9 
3.1 

4.2 

4.7 

2.8 
3.1 

4.1 
4.4 

5*  X  10" 
6"  X  12" 

7"  X  14" 

1.1 

1.2 
1.2 

1.6 
1.7 
1.9 

2.7 
2.9 
3.0 

2.6. 
2.7 
2.7 

4.1 
4.4 
4.5 

6.2 
6.5 
6.9 

2.2 
2.3 
2.4 

3.4 
3.7 
3.9 

5.1 
5.5 

5.8 

3.4 
3.6 
3.8 

4.8 
5.1 
5.4 

8"  X  16" 

9"  X  18" 

10"  X  20" 

1.3 
1.3 
1.4 

2.0 
2.2 
2.3 

3.2 
3.4 
3.6 

2.9 
3.0 
3.0 

4.8 
5.0 
5.1 

7.2 
7.5 

7.7 

2.5 
2.5 
2.6 

4.1 
4.3 
4.5 

6.2 
6.5 

6.8 

4.0 
4.1 
4.2 

5.8 
6.0 
6.3 

11"  X  22" 
12"  X  24" 
13"  X  26" 

1.5 
1.6 
1.7 

2.7 
2.8 
2.9 

4.2 
4.4 
4.5 

3.0 
3.2 
3.2 

5.3 

5.4 
5.6 

8.0 
8.1 
8.3 

2.7 
2.8 
2.9 

4.7 
4.9 
5.0 

7.1 
7.3 
7.6 

4.4 
4.5 

4.7 

6.6 
6.8 
7.0 

14"  X  28" 
15"  X  30" 
16"  X  32" 

1.7 
1.8 

1.8 

3.0 
3.1 
3.2 

4.7 
4.9 
5.0 

3.2 
3.3 
3.3 

5.6 
5.7 
5.9 

8.6 

8.7 
8.9 

2.9 
3.0 
3.0 

5.2 
5.3 
5.5 

7.9 
8.1 

8.3 

4.8 
4.9 
5.0 

7.3 
7.4 
7.6 

2-inch  Lumber  (Nominal) 


3"X    6" 
4"X    8" 

1.1 
1.2 

1.5 
1.7 

2.7 
2.9 

2.7 
2.9 

4.2 
4.5 

5"  X  10" 
6"  X  12" 
7"  X  14" 

1.3 
1.3 
1.4 

1.8 
2.0 
2.1 

3.1 
3.3 
3.5 

3.0 
3.0 
3.2 

4.8 
5.1 
5.4 

8"  X  16" 

9"  X  18" 

10"  X  20" 

1.4 
1.5 
1.5 

2.3 
2.5 
2.6 

3.7 
3.9 
4.1 

3.3 
3.5 
3.6 

5.6 
5.9 
6.0 

11"  X  22" 
12"  X  24" 
13"  X  26" 

1.8 
1.8 
1.9 

3.1 
3.2 
3.3 

4.9 
5.0 
5.3 

3.6 
3.8 
3.8 

6.2 
6.3 
6.5 

14"  X  28" 
15" X  30" 
16"  X  32" 

1.9 
2.0 
2.1 

3.4 
3.5 
3.6 

5.4 
5.6 
5.7 

3.8 
3.9 
3.9 

6.6 
6.8 
6.9 

6.2 
6.6 

2.4 
2.5 

7.2 
7.7 
8.0 

2.6 

2.7 
2.8 

8.4 
8.7 
9.0 

3.0 
3.1 
3.2 

9.3 
9.6 
9.8 

3.2 
3.4 
3.5 

10.1 
10.4 
10.5 

3.5 
3.6 
3.7 

3.5 
3.7 

5.1 
5.6 

3.5 
3.9 

4.1 
4.4 

4.7 

6.1 
6.6 
7.0 

4.2 
4.5 

4.7 

5.0 
5.2 
5.5 

7.5 

7.9 
8.2 

5.0 
5.1 
5.3 

5.6 
5.9 
6.1 

8.6 
8.9 
9.2 

5.5 
5.6 

5.8 

6.2 
6.4 
6.6 

9.5 
9.7 
10.0 

6.0 
6.1 
6.2 

5.1 
5.fi 

6.0 
6.4 

6.8 

7.2 
7.5 
7.9 

8.2 
8.5 
8.8 

9.1 
9.3 
9.6 


*  If  old  form  lumber  is  used  add  90%  to  "Make  Forms. '/^ 

t  Values  increased  50%  as  labor  is  generally  inefficient  on  first  Ret  up. 
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table  143]  LABOR  ON  BEAM  FORMS  [COSTS 

BEAM  FORMS— Figs.  53  and  54,  pp.  499  and  501 

For  times  see  opposite  page  See  pp.  628  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


COST  IN  DOLLARS  PER  BEAM 

Size  op  Beam 
Below  Slab 

Make  Forms 
for  Different 
Column  Spacing* 

Place  and 

Remove  Forms 

1st  TlMBt 

Place  and 
Remove  Forms 
After  1st  Time 
(Same  size  beam) 

Remake,  Place 

and 
Remove  Forms 

10  ft. 
$ 

20  ft. 
S 

30  ft. 

$ 

10  ft. 
S 

20  ft. 
$ 

30  ft. 

$ 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 
$ 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 
$ 

1-inch  Lumber  (Nominal) 

3*  X6' 

4"  X8" 

0.63 
0.67 

0.85 
0.92 

1.45 
1.58 

1.44 
1.52 

2.28 
2.42 

3.30 
3.59 

1.24 
1.32 

1.81 
1.97 

2.69 
2.95 

1.80 
1.98 

2.57 
2.79 

3.59 
3.94 

5"  X  10" 
6"  X  12" 

r  x  14* 

0.69 
0.73 
0.75 

1.01 
1.09 
1.19 

1.70 
1.82 
1.92 

1.59 
1.67 
1.74 

2.58 
2.75 

2.88 

3.86 
4.08 
4.32 

1.38 
1.43 
1.49 

2.13 
2.31 
2.46 

3.20 
3.46 
3.69 

2.13 
2.27 
2.39 

3.01 
3.23 
3.43 

4.27 
4.55 
4.83 

8"  X  16" 

9"  X  18" 

10"  X  20" 

0.79 
0.81 
0.85 

1.26 
1.36 
1.42 

2.04 
2.15 
2.27 

1.77 
1.86 
1.91 

2.99 
3.14 
3.20 

4.52 
4.70 
4.83 

1.55 
1.61 
1.67 

2.59 
2.72 
2.86 

3.90 
4.09 

4.28 

2.52 

2.61 
2.69 

3.64 
3.81 
3.97 

5.13 
5.39 
5.64 

11"  X  22" 
12"  X  24" 
13"  X  26" 

0.97 
1.02 
1.04 

1.67 
1.75 

1.82 

2.66 

2.77 
2.87 

1.95 
1.97 
2.00 

3.32 
3.41 
3.48 

5.00 
5.15 
5.25 

1.70 
1.76 
1.81 

2.96 
3.09 
3.18 

4.49 
4.65 
4.81 

2.79 
2.85 
2.95 

4.14 
4.29 
4.45 

5.86 
6.09 
6.31 

14"  X  28" 
15"  X  30" 
16"  X  32" 

1.08 
1.11 
1.15 

1.87 
1.94 
1.99 

2.98 
3.08 
3.16 

2.03 
2.07 
2.09 

3.53 
3.63 
3.69 

5.40 
5.^4 
5.63 

1.85 
1.87 
1.91 

3.28 
3.37 
3.46 

4.97 
5.11 
5.23 

3.01 
3.09 
3.15 

4.59 

4.68 
4.83 

6.50 
6.71 
6.90 

2-inch  Lumber  (Nominal) 

3"  X  6" 
4"  X8" 

0.71 
0.77 

0.96 
1.05 

1.67 
1.82 

1.70 
1.77 

2.69 
2.85 

3.89 
4.22 

1.52 
1.58 

2.20 
2.31 

3.23 
3.55 

2.24 
2.46 

3.20 
3.50 

4.47 
4.94 

5"  X  10" 
6"  X  12" 
7"  X  14" 

0.81 
0.85 
0.87 

1.16 
1.26 
1.34 

1.95 
2.08 
2.20 

1.86 
1.95 
2.03 

3.06 
3.24 
3.41 

4.59 
4.80 
5.03 

1.67 
1.72 
1.80 

2.58 
2.79 
2.96 

3.87 
4.20 
4.45 

2.66 
2.83 

2.98 

3.77 
4.05 
4.29 

5.31 
5.68 
6.05 

8"  X  16" 

9"  X  18" 

10"  X  20" 

0.91 
0.93 
0.97 

1.45 
1.56 
1.62 

2.35 
2.46 
2.59 

2.09 
2.19 
2.24 

3.56 
3.66 
3.80 

5.30 
5.52 
5.70 

1.87 
1.94 
2.02 

3.13 
3.31 
3.46 

4.71 
4.97 
5.19 

3.13 
3.26 
3.37 

4.55 

4.77 
4.97 

6.42 
6.72 
7.04 

11"  X  22" 
12"  X  24" 
13"  X  26" 

1.11 
1.16 
1.20 

1.94 
2.00 

2.08 

3.08 
3.18 
3.32 

2.28 
2.33 
2.36 

3.92 
4.04 
4.11 

5.88 
6.08 
6.20 

2.05 
2.13 
2.20 

3.57 
3.71 
3.85 

5.42 
5.63 

5.82 

3.49 
3.55 
3.68 

5.16 
5.35 
5.57 

7.34 
7.61 
7.87 

14"  X  28" 
15"  X  30" 
16"  X  32" 

1.22 
1.28 
1.32 

2.13 
2.23 

2.28 

3.42 
3.53 
3.62 

2.42 
2.45 

2.48 

4.17 
4.28 
4.37 

6.36 
6.51 
6.63 

2.23 
2.28 
2.31 

3.94 
4.07 
4.19 

6.01 
6.16 
6.31 

3.77 
3.85 
3.92 

5.74 
5.90 
6.05 

8.13 

8.38 
8.62 

*  If  old  form  lumber  is  used  add  90%  to  "Make  Forms." 

t  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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CONCRETE  COSTS 


TABLE  144]         LABOR   ON   GIRDER  FORMS  [TIMES 

ONE  INTERSECTING  BEAM— Figs.  53  and  56,  pp.  499  and  503 

For  costs  see  opposite  page.  See  pp.  628  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


Sim  of 

Girder 

Below  Slab 


TIME  IN  HOURS  PER  GIRDER 


Make  Forms 
for  Different 
Column  Spacing* 


10  ft. 
hr. 


•20  ft. 
hr. 


30  ft. 
hr. 


Place  and 

Remove  Forms 

1st  Time! 


10  ft. 
hr. 


20  ft. 
hr. 


30  ft. 
hr. 


Place  and 

Remove  Forms 

After  1st  Time 

(Same  size  girder) 


10  ft. 
hr. 


20  ft.    30  ft. 
hr.        hr. 


Remake,  Place 

and 
Remove  Forms 


10  ft.    20  ft.    30  ft. 
hr.        hr.        hr. 


1-in 

ch  Lt 

imbei 

(Nominal). 

3"X    6" 
4"X    8" 

1.0 
1.1 

1.6 
1.8 

2.7 
2.9 

2.7 
2.9 

4.1 
4.4 

5.9 
6.2 

2.2 
2.4 

3.5 
3.7 

5.0  1  3.9 
5.2  J4.1 

5.4 
5.7 

7.5 

7.8 

5"  X  10" 
6"  X  12" 
7"  X  14" 

1.2 
1.3 
1.3 

1.9 
2.0 
2.1 

3.1 
3.3 
3.5 

3.0 
3.2 
3.3 

4.5 

4.8 
5.0 

6.5 
6.8 
7.1 

2.4 
2.6 

2.7 

3.7 
3.9 
4.1 

5.4 
5.7 
5.9 

4.4 
4.6 
4.8 

6.0 
6.3 
6.6 

8.2 
8.6 
9.0 

8"  X  16r 

9"  X  18" 

10"  X  20" 

1.4 
1.5 
1.5 

2.2 
2.3 
2.4 

3.6 
3.8 
4.0 

3.5 
3.6 
3.8 

5.3, 

5.4 

5.7 

7.4 
7.7 
8.0 

2.8 
2.9 
3.0 

4.4 
4.5 
4.7 

6.3 
6.5 

6.8 

4.9 
5.1 
5.3 

6.8 
7.1 
7.4 

9.4 

9.7 

10.1 

11"  X  22" 
12"  X  24" 
13"  X  26" 

1.8 
1.8 
1.9 

2.8 
2.9 
3.0 

4.6 
4.8 
5.0 

3.9 
4.1 
4.2 

5.9 
6.2 
6.3 

8.3 

8.7 
9.0 

3.2 
3.3 
3.4 

4.9 
5.1 
5.2 

7.0 
7.3 

7.5 

5.5 
5.8 
5.9 

7.6 
7.9 
8.2 

10.5 
10.9 
11.3 

14"  X  28" 
15"  X  30" 
16"  X  32" 

2.0 
2.1 
2.1 

3.1 
3.2 
3.3 

5.2 
5.3 
5.5 

4.4 
4.5 

4.7 

6.5 
6.8 
6.9 

9.3 
9.6 
9.9 

3.5 
3.7 
3.8 

5.4 
5.6 

5.8 

7.8 
8.1 
8.3 

6.2 
6.4 
6.6 

8.5 
8.8 
9.0 

11.7 
12.1 
12.4 

2-inch  Lumber  (Nominal). 


3"X    6" 
4"X    8" 

1.2 
1.3 

1.9 
2.0 

3.1 
3.3 

3.2 
3.3 

4.8 
5.1 

6.9 

7.2 

2.7 

2.8 

4.2 
4.4 

6.0 
6.4 

4.9 
5.2 

6.8 
7.1 

9.3 
9.7 

5"  X  10" 
6"  X  12" 
7"  X  14" 

1.4 
1.4 
1.5 

2.1 
2.3 
2.4 

3.5 
3.7 
4.0 

3.5 
3.8 
3.9 

5.3 
5.6 

5.8 

7.5 

8.0 
8.4 

2.9 
3.1 
3.2 

4.5 
4.8 
5.0 

6.5 

6.8 

7.2 

5.5 
5.7 
5.9 

7.5 

7.8 
8.2 

10.3 
10.8 
11.3 

8"  X  16" 

9"  X  18" 

10"  X  20" 

1.6 
1.7 
1.8 

2.5 
2.6 

2.8 

4.2 
4.4 
4.6 

4.1 
4.2 
4.5 

6.2 
6.5 
6.6 

8.7 
9.2 
9.5 

3.4 
3.5 
3.7 

5.2 
5.5 
5.7 

7.6 
7.9 
8.2 

6.2 
6.4 
6.7 

8.5 
8.9 
9.2 

11.7 
12.2 
12.7 

11"  X  22" 
12"  X  24" 
13"  X  26" 

2.0 
2.1 
2.2 

3.2 
3.3 
3.4 

5.3 
5.5 
5.7 

4.7 
4.8 
5.5 

6.9 

7.2 
7.4 

9.8 
10.2 
10.5 

3.8 
4.0 
4.1 

5.9 
6.1 
6.3 

8.5 
9.8 
9.1 

6.9 
7.2 
7.5 

9.5 

9.9 

10.3 

13.1 
13.7 
14.1 

14"  X  28" 
15"  X  30" 
16"  X  32" 

2.3 
2.4 
2.4 

3.6 
3.7 

3.8 

5.9 
6.1 
6.3 

5.1 
5.3 
5.4 

7.7 
8.0 
8.3 

11.0 
11.3 
11.7 

4.2 
4.4 
4.6 

6.6 
6.8 
7.0 

9.4 

9.8 

10.1 

7.7 
7.9 
8.2 

10.6 
11.0 
11.3 

14.6 
15.1 
15.5 

*  If  old  form  lumber  is  used  add  90%  to  "Make  Forms."  s- 

t  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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TABLE  145]         LABOR   ON   GIRDER  FORMS  [COSTS 

ONE  INTERSECTING  BEAM  —Figs.  53  and  56,  pp.  499  and  503 

For  times  see  opposite  page  See  pp.  623  and  6^3 

BEFORE  USING  THIS  TABLE,  OPEN   FOLDING  PAGE  653 


COST  IN  DOLLARS  PER  GIRDER 

Size  of 

Girder 

Below  Slab 

Make  Forms 

for  Different 

Column  Spacings* 

Place  and 

Remove  Forms, 

1st  Time  f 

Place  and 

Remove  Forms 

After  1st  Time 

(Same  size  girder) 

Remake,  Place 

and 
Remove  Forms 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 

$ 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 

$ 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 
$ 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 

$ 

1-inch  Lumber  (Nominal) 

3"  X6" 
4"  X8" 

5"  X  10* 
6*  X  12" 

r  x  14* 

8"  X  16" 

9"  X  18" 

10*  X  20* 

11"  X  22" 
12"  X  24" 
13"  X  26" 

14"  X  28" 
15"  X  30" 
16"  X  32" 

0.66 
0.71 

0.75 
0.79 
0.85 

0.89 
0.92 
0.97 

1.11 
1.16 
1.20 

1.25 
1.30 
1.34 

1.03 
1.11 

1.17 
1.24 
1.32 

1.38 
1.45 
1.52 

1.74 
1.82 

1.88 

1.96 
2.03 
2.09 

1.71 
1.83 

1.95 
2.05 
2.19 

2.29 
2.39 
2.53 

2.88 
3.02 
3.14 

3.26 
3.37 
3.48 

1.70 
1.82 

1.89 
2.00 
2.09 

2.19 
2.30 
2.37 

2.46 
2.55 
2.64 

2.72 

2.84 
2.93 

2.58 
2.72 

2.85 
3.00 
3.14 

3.27 
3.44 
3.57 

3.69 
3.86 
3.98 

4.11 
4.25 
4.41 

3.66 
3.89 

4.05 
4.25 
4.47 

4.67 
4.89 
5.07 

5.25 

5.48 
5.66 

5.85 
6.08 
6.27 

1.42 
1.49 

1.53 
1.61 
1.69 

1.79 
1.85 
1.92 

2.00 
2.07 
2.15 

2.22 
2.31 
2.38 

2.20 
2.31 

2.37 
2.49 
2.61 

2.75 

2.86 
2.97 

3.09 
3.20 
3.32 

3.43 
3.55 
3.66 

3.16 
3.32 

3.40 
3.57 
3.76 

3.96 
4.12 

4.28 

4.44 
4.60 

4.77 

4.94 
5.12 

5.28 

2.49 
2.61 

2.76 
2.89 
3.01 

3.13 
3.26 
3.38 

3.50 
3.64 
3.70 

3.90 
4.02 
4.14 

3.43 
3.60 

3.80 
3.97 
4.16 

4.31 
4.49 
4.66 

4.82 
5.02 
5.20 

5.38 
5.55 
5.72 

4.71 
4.94 

5.22 
5.45 
5.71 

5.94 
6.16 
6.42 

6.64 
6.90 
7.16 

7.40 
7.64 
7.86 

2-inch  Lumber  (Nominal) 

3"  XC" 
4"  XS" 

0.75 
0.81 

1.19 
1.26 

1.98 
2.11 

2.00 
2.13 

3.03 
3.20 

4.34 
4.59 

1.72 
1.80 

2.65 
2.79 

3.83 
4.02 

3.11 
3.27 

4.29 
4.49 

5.88 
6.16 

5"  X  10" 
6"  X  12" 
7*  X  14" 

0.85 
0.91 
0.97 

1.34 
1.42 
1.52 

2.24 
2.35 
2.51 

2.22 
2.36 
2.46 

3.36 
3.53 
3.69 

4.77 
5.03 
5.30 

1.85 
1.95 
2.05 

2.86 
3.01 
3.16 

4.12 
4.31 
4.55 

3.46 
3.60 
3.75 

4.74 
4.96 
5.19 

6.51 
6.81 
7.14 

8"  X  16" 

9"  X  18" 

10"  X  20" 

1.01 
1.07 
1.12 

1.60 
1.66 
1.75 

2.63 
2.75 
2.90 

2.58 
2.70 
2.79 

3.87 
4.05 
4.22 

5.52 

5.78 
6.00 

2.16 
2.23 
2.33 

3.32 
3.46 
3.59 

4.79 
4.99 
5.17 

3.92 
4.07 
4.22 

5.39 
5.61 

5.82 

7.41 
7.71 
8.01 

11"  X  22" 
12*  X  24* 
13"  X  26" 

1.26 
1.33 
1.38 

2.00 
2.09 
2.16 

3.32 
3.46 
3.61 

2.91 
3.02 
3.14 

4.37 
4.55 
4.70 

6.20 
6.47 
6.68 

2.42 
2.50 
2.59 

3.72 
3.86 
4.01 

5.36 
5.56 

5.77 

4.37 
4.54 
4.71 

6.02 
6.27 
6.50 

8.31 
8.64 
8.94 

14"  X  28" 
15"  X  30" 
16"  X  32* 

1.44 
1.50 
1.54 

2.25 
2.33 
2.41 

3.75 

3.87 
4.01 

3.20 
3.33 
3.44 

4.85 
5.03 
5.19 

6.89 
7.14 
7.41 

2.69 
2.79 
2.89 

4.17 
4.29 
4.43 

5.97 
6.18 
6.38 

4.86 
5.02 
5.18 

6.72 
6.93 
7.16 

9.25 
9.53 
9.83 

*  If  old  form  lumber  is  used  add  90%  to  "Make  Forms  lt"ec 
f  Values  increased  50%  as  labor  is  generally  inefficient  on 


first  set  up. 
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CONCRETE  COSTS 


table  146]         LABOR  ON  GIRDER  FORMS  [times 

2  INTERSECTING  BEAMS— Figs.  53  and  56,  pp.  499  and  503 

For  costs  see  opposite  page.  See  pp.  623  and  648. 

BEFORE  USING  THIS  TABLE,  OPEN   FOLDING  PAGE  653 


Size  of 

Girder 

Below  Slab 


TIME  IN  HOURS  PER  GIRDER 


Make  Forms 
for  Different 
Column  Spacing* 


10  ft.    20  ft.    30  ft. 
hr.       hr.        hr. 


Place  and 
Remove  Forms 

1ST  TlMEf 


10  ft.    20  ft.    30  ft. 
hr.        hr.        hr. 


Place  and 
Remove  Forms 
After  1st  Time 
(Same  size  girder) 


10  ft.    20  ft.    30  ft. 
hr.        hr.        hr. 


Remake,  Place 

and 
Remove  Forms 


10  ft.    20  ft.    30  ft. 
hr.        hr.        hr. 


1-inch  Lumber  (Nominal) 


3"X    6* 

4'X    8" 

5"  X  10" 
6"  X  12" 
7"  X  14" 

8"  X  16" 
9"  X  18" 
10"  X  20" 

11"  X  22" 
12"  X  24" 
13"  X  26" 

14"  X  28" 
15"  X  30" 
16"  X  32" 

1.0 
1.1 

1.2 
1.3 
1.3 

1.4 
1.5 
1.5 

1.7 
1.8 
1.9 

2.0 
2.0 
2.1 

1.6 
1.7 

1.8 
1.9 
2.0 

2.1 
2.2 
2.3 

2.7 
2.8 
2.9 

3.0 
3.1 
3.2 

2.6 

2.8 

3.0 
3.2 
3.3 

3.5 
3.7 
3.9 

4.4 
4.6 

4.8 

5.0 
5.1 
5.3 

3.3 
3.5 

3.6 
3.8 
3.9 

4.2 
4.4 
4.5 

4.7 
4.8 
5.0 

5.3 
5.4 
5.6 

4.8 
5.0 

5.3 

5.6 
5.9 

6.0 
6.3 
6.6 

6.8 
7.1 

7.4 

7.5 

7.8 
8.1 

6.6 
7.1 

7.4 

7.8 
8.1 

8.6 
8.9 
9.3 

9.6 

9.9 

10.4 

10.7 
11.1 
11.4 

2.6 

2.8 

2.8 
3.0 
3.1 

3.3 
3.4 
3.6 

3.7 

3.8 
4.0 

4.1 
4.2 
4.4 

3.9 
4.1 

4.2 
4.4 
-4.6 

4.8 
5.0 
5.2 

5.4 
5.6 

5.8 

6.0 
6.2 
6.4 

5.5 

5.8 

5.9 
6.2 
6.5 

6.9 
7.1 

7.4 

7.7 
8.0 
8.3 

8.5 
8.9 
9.1 

4.3 
4.5 

4.7 
5.0 
5.2 

5.4 
5.6 
5.9 

6.1 
6.3 
6.5 

6.8 
7.0 
7.2 

5.8 
6.1 

6.4 
6.8 
7,0 

7.3 
7.6 
7.9 

8.1 
8.5 
8.8 

9.1 
9.4 
9.7 

7.9 
8.3 

8.7 
9.2 
9.6 

9.9 
10.4 
10.7 

11.1 
11.6 
12.0 

12.4 
12.8 
13.2 

2-inch  Lumber  (Nominal) 


3"X    6" 
4"X    8" 

1.2 
1.3 

1.8 
1.9 

3.0 
3.2 

3.9 
4.1 

5.6 
5.9 

7.8 
8.3 

2.9 
3.4 

4.7 
4.9 

6.6 
7.0 

5.4 
5.7 

7.3 
7.6 

9.9 
10.4 

5"  X  10" 
6"  X  12" 
7"  X  14" 

1.3 
1.4 
1.5 

2.1 
2.2 
2.3 

3.4 
3.6 
3.8 

4.2 
4.5 
4.7 

6.2 

6.5 
6.9 

8.7 
9.2 
9.6 

3.4 
3.6 
3.8 

5.0 
5.3 
5.6 

7.1 
7.5 

7.9 

5.9 
6.2 
6.5 

8.0 

8.4 
8.8 

10.9 
11  4 
12.0 

8"  X  16" 

9"  X  18" 

10"  X  20" 

1.6 
1.7 
1.8 

2.4 
2.5 

2.7 

4.0 
4.3 
4.5 

4.8 
5.1 
5.3 

7.1 

7.5 

7.7 

10.1 
10.5 
11.0 

4.0 
4.2 
4.3 

5.9 
6.1 
6.3 

8.3 

8.6 
9.0 

6.8 
7.0 
7.3 

9.2 
9.5 
9.9 

12.4 
12.9 
13.4 

11"  X  22" 
12"  X  24" 
13"  X  26" 

2.0 
2.1 
2.2 

3.0 
3.2 
3.3 

5.1 
5.3 
5.5 

5.6 
5.7 
5.9 

8.0 
8.4 
8.7 

11.3 
11.7 
12.2 

4.5 
4.6 

4.8 

6.6 
6.8 
7.1 

9.3 

9.6 

10.0 

7.5 

7.8 
8.1 

10.2 
10.6 
11.0 

13.8 
14.4 
15.0 

14"  X  28" 
15"  X  30" 
16"  X  32" 

2.3 
2.3 
2.4 

3.4 
3.5 
3.7 

5.7 

5.9 
6.1 

6.2 
6.3 
6.6 

8.9 
9.3 
9.6 

12.6 
13.1 
13.5 

5.0 
5.1 
5.3 

7.3 

7.5 

7.8 

10.3 
10.7 
11.0 

8.4 
8.7 
9.0 

11.4 
11.8 
12.1 

15.5 
16.0 
16.5 

*  If  old  form  lumber  is  used  add  90%  to  "Make  Forms."  r 

t  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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TABLE  147]  LABOR  ON  GIRDER  FORMS  [COSTS 

2  INTERSECTING  BEAMS— Figs.  53  and  56,  pp.  499  and  503 

For  times  see  opposite  page  See  pp.  623  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


Size  op 

Girder 

Below  Slab 


COST  IN  DOLLARS  PER  GIRDER 


Make  Forms 
for  Different 
Column  Spacing* 


10  ft. 

$ 


20  ft. 

$ 


30  ft. 

$ 


Place  and 

Remove  Forms 

1st  Time  f 


10  ft. 

$ 


20  ft. 

$ 


30  ft. 

$ 


Place  and 

Remove  Forms 

After  1st  Time 

(Same  size  girder) 


10  ft. 

$ 


20  ft. 

$ 


30  ft. 

$ 


Remake,  Place 

and 
Remove  Forms 


10  ft.    20  ft. 


30  ft. 

$ 


1-inch  Lumber  (Nominal) 


3"  X6' 
4'  X8' 

0.65 
0.70 

0.99 
1.07 

1.66 
1.76 

2.06 
2.16 

3.00 
3.17 

4.22 
4.46 

1.66 
1.75 

2.44 
2.57 

3.46 
3.64 

2.72 
2.86 

3.69 
3.86 

5.01 
5.25 

5"  X10* 
6"  X  12' 
7'  X  14' 

0.74 

0.79 
0.83 

1.13 
1.20 
1.26 

1.88 
1.99 
2.11 

2.28 
2.39 
2.49 

3.32 
3.48 
3.66 

4.67 
4.91 
5.16 

1.79 
1.89 
1.98 

2.63 
2.76 
2.91 

3.72 
3.92 
4.13 

3.01 
3.16 
3.29 

4.07 
4.27 
4.45 

5.53 
5.79 
6.05 

8'  X  16' 

9'  X  18' 

10'  X  20" 

0.87 
0.92 
0.96 

1.33 
1.40 
1.48 

2.23 
2.33 
2.45 

2.61 
2.75 

2.84 

3.81 
3.99 
4.14 

5.36 
5.63 
5.85 

2.09 
2.17 

2.26 

3.06 
3.18 
3.31 

4.34 
4.51 
4.68 

3.43 
3.57 
3.70 

4.64 
4.82 
4.99 

6.29 
6.55 
6.79 

11'  X  22' 
12'  X  24' 
13'  X  26' 

1.09 
1.15 
1.19 

1.67 
1.75 
1.82 

2.79 
2.91 
3.03 

2.94 
3.08 
3.17 

4.29 
4.47 
4.64 

6.05 
6.30 
6.51 

2.35 
2.43 
2.52 

3.43 
3.55 
3.69 

4.86 
5.03 
5.23 

3.83 
3.93 
4.12 

5.16 
5.38 
5.61 

7.01 
7.31 

7.58 

14'  X  28' 
15'  X  30' 
16'  X  32' 

1.24 

1.28 
1.32 

1.88 
1.95 
2.01 

3.14 
3.24 
3.37 

3.27 
3.41 
3.50 

4.77 
4.97 
5.10 

6.74 
6.99 
7.20 

2.60 
2.69 

2.77 

3.81 
3.94 
4.07 

5.40 
5.60 

5.77 

4.27 
4.42 
4.55 

5.76 
5.96 
6.14 

7.83 
8.09 
8.35 

2-inch  Lumber  (Nomina 

tl) 

3"  X6' 
4"  X8' 

0.74 
0.81 

1.13 
1.22 

1.91 
2.03 

2.42 
2.55 

3.53 
3.74 

4.98 
5.25 

1.86 
2.12 

2.96 
3.11 

4.20 
4.40 

3.40 
3.57 

4.61 
4.82 

6.25 
6.56 

5"  X  10' 
6"  X  12' 
7"  X  14' 

0.85 
0.91 
0.95 

1.30 
1.38 
1.45 

2.16 
2.29 
2.43 

2.69 
2.81 
2.94 

3.92 
4.11 
4.34 

5.49 

5.78 
6.09 

2.16 
2.28 
2.41 

3.18 
3.34 
3.53 

4.51 
4.74 
4.99 

3.75 
3.94 
4.12 

5.08 
5.33 
5.56 

6.90 
7.23 
7.56 

8'  X  16' 

9"  X  18' 

10'  X  20' 

1.00 
1.05 
1.11 

1.52 
1.60 
1.70 

2.55 
2.69 

2.82 

3.08 
3.23 
3.35 

4.50 
4.70 
4.89 

6.33 
6.63 
6.89 

2.52 
2.63 
2.74 

3.70 
3.85 
4.00 

5.25 
5.46 
5.68 

4.29 
4.45 
4.61 

5.79 
6.02 
6.24 

7.84 
8.18 
8.46 

11'  X  22' 
12"  X  24' 
13'  X  26' 

1.25 
1.32 
1.36 

1.92 
2.01 
2.09 

3.22 
3.34 
3.48 

3.47 
3.63 
3.74 

5.07 
5.30 
5.46 

7.13 
7.44 
7.68 

2.83 
2.94 
3.03 

4.14 
4.29 
4.46 

5.88 
6.09 
6.33 

4.77 
4.96 
5.14 

6.45 
6.72 
6.97 

8.75 
9.12 
9.46 

14'  X  28' 
15"  X  30' 
16"  X  32' 

1.42 
1.46 
1.51 

2.16 
2.24 
2.31 

3.61 
3.73 

3.87 

3.87 
4.04 
4.13 

5.63 

5.85 
6.03 

7.97 
8.25 
8.49 

3.15 
3.26 
3.35 

4.61 
4.77 
4.92 

6.53 
6.77 
6.97 

5.33 
5.51 

5.68 

7.19 
7.44 
7.68 

9.78 
10.12 
10.42 

*  If  old  form  lumber  is  used  add  90%  to  "Make  Forms." 

f  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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CONCRETE  COSTS 


TABLE  148]  LABOR  ON  SLAB  FORMS  [TIMES 

For  costs  see  table  below  See  Fig.  61,  p.  509,  also  p.  623 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 

These  values  include  time  making,  erecting  and  removing  necessary  posts. 

1  Panel  equals  1  bay,  surrounded  by  beams,  supported  by  columns. 

2  Panels  applies  to  a  bay  with  one  intermediate  beam. 

3  Panels  applies  to  a  bay  with  two  intermediate  beams. 


TIME  IN  HOURS  PER  100  SQUARE  FEET  OF  SLAB  SURFACE 

Thickness  of 
Sheathing 

Make  Forms* 

Place  and  Remove 
Forms  1st  Time! 

(Nominal) 

B 

< 

PL, 

hr. 

6 

< 
Ph 
e*i 

hr. 

e 

< 
Ph 

CO 

hr. 

E 

< 

Ph 
hr. 

hr. 

< 
Ph 

CO 

hr. 

•J 

g 

Ph 
hr. 

B 

cm 
hi. 

E 

«< 
Ph 
eo 

hi. 

« 

Ph 

hi. 

g 

hr. 

eo 
hr. 

1-inch  Lumber  (Nominal) 

1-inch 

1.40 

1.28 

1.17 

4.24 

4.00 

3.75 

3.25 

3.00 

2.7513.58  3.25J  2.92 

li-inch  Lumber  (Nominal) 

3.381  3.04 

lj-inch 

l.fid  1-37J  1.20J  4.40 

4.16 

3.90J3.38 

312|  2.86J  3.77 

TABLE  149] 


LABOR  ON  SLAB  FORMS 

For  times  and  for  notes  see  table  above 


[COSTS 


COST  IN  DOLLARS  PER  100  SQUARE  FEET  OF  SLAB  SURFACE 

Thickness  of 

Make  Forms* 

Place  and  Remove 
Forms  1st  Time! 

Place  and  Remove 

Forms  after  1st 

Time  (Same  Size 

Column) 

Place  and  Remove 

Forms  (Size  of 
Column  Reduced) 

Sheathing 

(Nominal) 

j 

J 

J 

j 

J 

j 

j 

J 

J 

j 

J 

J 

w 

5 

H 

5 

W 

< 

6 

< 

H    ' 

< 

w 
< 

W 

w 

Ph 

Ph 

Ph 

Ph 

Ph 

Ph 

Ph 

Ph 

Ph 

Ph 

Ph 

Ph 

^ 

cm 

eo 

~ 

cm 

eo 

•"• 

c* 

eo 

** 

C* 

eo 

$ 

$ 

$ 

$ 

* 

$ 

$ 

$ 

$ 

$ 

t 

$ 

1-inch  Lumber  (Nominal) 


1-inch 


0.88 


0.8l|  0.76|  2.681  2.53 


2.37  2.06 


L.Qol  1.741 


2.27 


2.06  1.85 


l|-inch  Lumber  (Nominal) 


lj-inch        0.95 


0.871  0.7912.79  2.64J  2.471  2.14J  1.971  1.8l|2.39 


2.14  1 


*  If  old  lumber  is  used  add  90%  to  "Make  Forms." 

t  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 
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TABLE  150]  LABOR  ON  WALL  FORMS  [TIMES 

TYPE  I— 3-FOOT  SECTIONAL  FORM— Fig.  70,  p.  520. 

For  costs  see  table  below.  See  p.  623  and  648. 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


TIME  IN  HOURS  PER  100  SQUARE  FEET  OF  WALL  SURFACE 

Thickness  or 
Sheathing 

(Nominal) 

Make  Forms*  For 
Different  Lengths 

Place  and  Remove 
Forms  1st  Time  t 

Place  and  Remove 
Forms  after  1st  Time 

8  ft. 
hr. 

12  ft. 
hr. 

18  ft. 
hr. 

8  ft. 
hr. 

12  ft. 
hr. 

18  ft. 
hr. 

8  ft. 
hr. 

12  ft. 
hr. 

16  ft. 
hr. 

1    inch 

2.8 
3.2 
2.9 

3.4 

2.7 
2.6 

2.7 

2.4 

2.3 

13.3 
15.1 
15.5 

12.0 
12.6 
13.2 

11.9 
12.2 
13.0 

13.9 
14.9 
15.3 

13.0 
13.3 
13.7 

13.0 

1J  inches 

13.1 

2    inches 

13.6 

TABLE  151]  LABOR  ON  WALL  FORMS 

For  times  and  for  notes  see  table  above 


[COSTS 


COST  IN  DOLLARS  PER  100  SQUARE  FEET  OF  WALL  SURFACE 

Thickness  of 
Sheathino 
(Nominal) 

Make  Forms*  For 
Different  Lengths 

'Place  and  Remove 
Forms  1st  Time  t 

Place  and  Remove 
Forms  After  1st  Time 

8  ft. 

$ 

12  ft. 

$ 

18  ft. 
$ 

8  ft. 

$ 

12  ft. 

$ 

18  ft. 

$ 

8  ft. 

$ 

12  ft. 

$ 

16  ft. 

$ 

1    inch 

1.63 
1.84 
1.68 

1.97 
1.55 
1.51 

1.56 
1.41 
1.34 

8.51 
9.52 
9.79 

7.58 
7.96 
8.32 

7.54 
7.79 
8.20 

8.15 
8.79 
8.96 

7.57 
7.78 
8.00 

7.55 

1J  inches 

7.57 

2   inches 

7.92 

*  If  old  lumber  is  used  add  90%  to  "Make  Forms.' 

t  Values  increased  50%  as  labor  is  generally  inefficient  on  first  set  up. 


TABLE  152]       LABOR  ON  FLAT  SLAB  FORMS  [COSTS 

SUPPORTED  BY  COLUMNS  WITHOUT  BEAMS— Fig.  62,  p.  510. 
BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


Column 

Spacing 

Joists 

Stringers 

4  in.  X4in.  Posts 

Ft.  B.  M. 

Lumber 

per 
Sq.Ft. 
Area 

Labor  Cost  per 
100  Sq.  Ft.  of 
Slab  Surface 

C  TO  C. 

Size 

Spacing 

Size 

Spacing 

No.per 
Section 

Spacing 
in. 

1st  Time 

$ 

After  1st 
* 

ft. 

in. 

in. 

in. 

in. 

10X10 
15X15 
18X18 

20X20 
25X25 
30X30 


1-inch  Sheathing 


2X6 

20 

3X8 

60 

4 

60 

4.3 

7.90 

2X6 

20 

3X8 

60 

9 

60 

4.3 

6.40 

2X6 

24 

3X8 

54 

16 

60 

4.4 

6.20 

2X6 

24 

3X8 

60 

16 

60 

4.1 

6.10 

2X6 

20 

3X8 

60 

25 

60 

4.2 

5.90 

2X6 

20 

3X8 

60 

36 

60 

4.3^- 

5.80 

6.80 
5.50 
5.30 

5.20 
5  00 
4.90 
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CONCRETE  COSTS 


table  153]      LABOR  ON  BEAM  FORMS  FOR  [times 

FIREPROOFING  I-BEAM 

CONSTRUCTION 

See  Fig.  59,  p.  507 

For  costs  see  opposite  page  See  pp.  626  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


TIME  IN  HOURS  PER  BEAM 

Size 
of  1-Bkam 

Maki 

D 

COLU 

10  ft. 
hr. 

s  Forms  fob 
efferent 
mn  Spacing  • 

Place  and  Remove  Place  and  Remove 
Forms  First       Fobms  Afteb  Fibbt 
Time!                         Time 

Remake,  Placi, 

AND 

Remove  Fobms 

20  ft. 
hr. 

30  ft. 
hr. 

10  ft. 
hr. 

20  ft. 
hr. 

30  ft. 
hr. 

10  ft. 
hr. 

20  ft. 
hr. 

30  ft. 
hr. 

10  ft. 
hr. 

20  ft. !  30  ft. 
hr.    J    hr. 

1-inch  Lumber  (Nominal) 

6' 

V 

1.4 
1.4 

2.8 
2.9 

4.0 
4.1 

2.5 
2.5 

4.2 
4.3 

5.1 
5.3 

1.8 
1.8 

3.1 
3.2 

4.2 
4.2 

3.2 
3.3 

5.0 
5.1 

6.5 
6.7 

8' 

9' 

10" 

1.5 
1.5 
1.6 

3.0 
3.0 
3.1 

4.2 
4.2 
4.3 

2.6 
2.6 

2.7 

4.4 
4.5 
4.6 

5.5 

5.6 

5.8 

1.9 
1.9 
2.0 

3.3 

3.3 
3.4 

4.3 
4.4 
4.6 

3.4 
3  4 
3.5 

5  3 
5.4 
5.5 

69 
7.0 
7.2 

12' 
15' 
18' 

1.6 
1.7 
1.8 

3.3 
3.4 
3.6 

4.6 
4.7 
4.9 

2.7 
2.8 
2.9 

4.8 
5.0 
5.2 

6.1 
6.4 

6.8 

2.1 
2.1 
2.2 

3.6 
3.8 
3.9 

4.9 
5.1 
5.4 

3.6 
3.8 
3.9 

5.7 
5.9 
6.1 

7.5 
7.8 
8.1 

20' 

24' 

1.8 
1.9 

3.7 
3.9 

5.1 
5.2 

3.0 
3.1 

5.4 
5.6 

7.0 
7.3 

2.3 
2.4 

4.2 
4.3 

5.7 
5.9 

4.0 
4.2 

6.3 
6.5 

8.4 
8.7 

2-inch  Lumber  (Nominal) 


6' 

V 

1.8 

1.8 

3.6 
3.7 

5.1 
5.2 

3.8 
3.8 

6.0 
6.1 

7.0 

7.2 

2.8 
2.8 

4.5 

4.8 

5.9 
6.0 

5.6 
5.7 

8.6  ,  10.5 
8.8     10.8 

8' 

9* 

10' 

1.9 
1.9 
2.0 

3.8 
3.9 
4.0 

5.3 
5.4 
5.5 

3.9 
3.9 
4.0 

6.3 
6.4 
6.6 

7.4 
7.6 
7.9 

2.9 
2.9 
3.0 

5.1 
5.2 
5.3 

6.2 
6.4 
6.6 

5.8 
5.9 
6.1 

9.0 
9.1 
9.3 

111 
113 
11.5 

12' 
15' 

18' 

2.1 
2.2 
2.3 

4.2 

4.4 
4.6 

5.7 
6.0 
6.2 

4.1 
4.2 

4.4 

6.8 
7.1 
7.4 

8.3 
8.7 
9.2 

3.2 
3.3 
3.4 

5.6 
5.8 
6.1 

7.0 

7.4 
7.8 

6.3 
6.6 
6.8 

9.7 
10.1 
10.5 

12! 
126 
13  1 

20' 
24' 

2.4 
2.5 

4.7 
4.9 

6.4 
6.6 

4.5 
4.6 

7.7 
8.0 

9.6 
10.0 

3.5 
3.7 

6.4 
6.6 

8  1 
8.5 

7.0 
7.2 

10.8 
11.2 

13  6 
141 

Beams  are  assumed  to  be  not  over  10  feet  apart. 

*If  old  form  lumber  is  used,  add  90%  to  "Make  Forms." 

t  Values  increased  50%  as  labor  is  generally  inefficient  in  first  set  up. 
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TABLE  154]       LABOR  ON  BEAM  FORMS  FOR  [COSTS 

FIREPROOFING  I-BEAM 

CONSTRUCTION 

See  Fig.  59,  p.  507 

For  times  see  opposite  page.  See  pp.  626  and  648 

BEFORE  USING  THIS  TABLE,  OPEN  FOLDING  PAGE  653 


COST  IN  DOLLARS  PER  BEAM 

Sl2« 

OF    I-Beam 

Makes  Forms  for 

Different 
Column  Spacing* 

Place  and  Remove  Place  and  Remove 
Forms  First       Forms  After  First 
Time!                          Time 

Remake,  Place, 

and 
Remove  Forms 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 

$ 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 

$ 

10  ft. 

$ 

20  ft. 

$ 

30  ft. 

$ 

10  ft.  1 20  ft. 
$      1     $' 

30  ft. 

$ 

1-inch  Lumber  (Nominal) 

6' 

7" 

0.89  1.78 
0.91!  1.83 

2.56 
2.61 

1.58  2.66 
1.60  2.71 

3.30 
3.37 

1.13 
1.16 

1.96 
2.01 

2.64 
2.69 

2.03 
2.07 

3.19 
3.25 

4.13 
4.24 

8* 

9" 

10" 

0.95  1.89 
0.97  1.93 
0  99  1.98 

2.67 
2.71 
2.75 

1.63  2.77 
1.66;  2.83 
1.69,2.90 

3.45 
3.55 
3.65 

1.19 
1.22 

1.26 

2.06 
2.11 
2.17 

2.74 
2.82 
2.91 

2.12 
2.17 
2.22 

3.32 
3.39 
3.46 

4.36 
4  44 
4.53 

12' 
15" 

18" 

l.oJ  2.07 
1.08  2.17 
1.13:  2  25 

2.88 
2.99 
3.10 

1.73 

1.78 
1.84 

3.02 
3.17 
3.29 

3.85 
4.04 
4.33 

1.31 
1.36 
1.42 

2.27 

2.38 

2.48 

3.08 
3.24 
3.42 

2  30 
2.39 
2.48 

3.60 
3.73 
3.87 

4.72 
4.94 
5.13 

20" 
24" 

1.171  2.34 
1.22!  2.44 

1 

3.21 
3.32 

1.88 
1.93 

3.41 
3.54 

4.42 
4.61 

1.47 
1.52 

2.65 
2.69 

3.58 
3.75 

2.51 
2.65 

4.00 
4.14 

5.32 
5.52 

2-lnch  Lumber  (Nominal) 


6" 

7" 

1.15  2.30 
1.18  2.36 

3.23 
3.29 

2.39 
2.42 

3.79 

3.88 

4.44 
4.57 

1.75  2.86 
1.79  3.03 

3.71 
3.83 

3.51 
3.59 

5.44 
5.56 

6.67 
6.83 

8" 

9" 

10" 

1.21  2.42 
1.24  2.47 
1.27i  2.53 

3.35 
3.41 
3.48 

2.45 
2.49 
2.53 

3.97 
4.06 
4.16 

4.71 
4.85 
4.99 

1.83  3.21 
1.87.  3.29 
1.91i  3.37 

3.95 
4.07 
4.19 

3.67 
3.75 
3.83 

5.68 
5.79 
5.91 

6.99 
7.14 
7.30 

12" 
15" 
18" 

1.32  2.65 
1.38  2.77 
1.44!  2.88 

3.63 
3.77 
3.93 

2.60 
2.68 
2.75 

4.331  5.24 
4.5l  5.52 
4.70  5.79 

4.89  6  06 
5.06  6.31 

I.99'  3.53  4.43 
2.08  3.70  4.66 
2.15  3.86  4.90 

3.99 
4.15 
4.30 

6.14 
6.39 
6.61 

7.63 
7.95 
8.28 

20" 
24" 

I.49'  2.99 
1.55,  3.11 

4.04 
4.17 

2.83 
2.91 

2.241  4.02  5.14 
2.33  4.18  5.40 

4.46  6.89 
4.58!  7.07 

8.60 
8.93 

*  If  old  form  lumber  is  used  add  90%  to  " Making  Forms." 

f  Values  increased'50%  as  labor  is  generally  ineffective  in  first  set  up. 
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TABLE  155]         HOISTING  MATERIALS  WITH 
BREAST  DERRICKS  * 


[HOISTING 


COST  IN  DOLLARS  PER  HUNDRED  POUNDS  OF  MATERIALS 


Use  when  forms  are  made  up  in  sections 


Weight  in  pounds  per  Load 


100 

$ 


200 

$ 


300 

I 


400 
$ 


500 
$ 


Use  when  lumber  is  in  separate  boards 
ob  for  steel 


Weights  in  pounds  per  Load 


100 
$ 


200 
$ 


300 
$ 


400 

$ 


500 
$ 


0  031 
0.040 
0.042 


0.026 
0.033 
0.036 


0.025 
0.032 
0.033 


0.024 
0.030 
0.032 


0.024 
0.030 
0.032 


0.039 
0.048 
0.051 


0.034 
0.040 
0.043 


0.031 
0.038 
0.040 


0.030 
0.037 
0.039 


0.030 
0.037 
0.039 


In  Hoisting  table,  labor  is  figured  at  $0.20  per  hour. 

If  labor  cost  $0.25  per  hour  take  f  jf  of  value  in  table  or  increase  by  25%. 

*  Breast  Derrick  is  provided  with  winch  but  this  is  seldom  used.  The 
drum  of  winch  is  used  to  take  a  turn  or  two  around  it  to  hold  rope  when  hoist- 
ing heavy  loads. 

t  Height  of  story  is  taken  as  12  feet. 


EXAMPLES   OF  USE  OF  UNIT  TIMES 

The  following  examples  show  the  way  in  which  the  unit  times  are 
combined  to  make  complete  operations.  They  also  show  the  way 
in  which  the  tables  of  times  and  costs  in  this  chapter  were  made  up. 
,  Notice  that  not  all  of  the  operations  are  by  the  same  men. 

These  times  should  not  be  used  direct  for  task- work.     (See  p.  623). 

The  operations  are  given  in  detail  and  are  taken  direct  from  Tables 
161  and  162,  pages  662  and  664,  of  unit  times. 


TIME    MAKING    COLUMN    FORMS 

Example  1:  Figure  time  required  to  make  4  sides  of  a  column  form- 
Type  1. 

Design  of  form:  See  Fig.  48,  p.  491. 

Size  of  column:  22"  X  22". 

Story  height:  12  feet. 

Form  lumber:  1"  X  6"  tongue  and  grooved,  sawed  to  length  on 
a  mill-saw. 

Chats:  2"  X  4"  placed  on  edge. 

Spacing  of  cleats:  See  Fig.  78,  p.  614. 

Mill-saw:  All  lumber  sawed  on  a  mill-saw. 
Solution:  Take  items  from  Unit  Time  Tables,  pp.  662  to  665. 
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Description 


Rip  A  strips  for  corner  beading 

Saw  2"  X  4"  cleats 

Carry  2"  X  4*  cleats  50  feet  to  bench 

Place  2  -2"  X  4"  cleats  on  bench 

Saw  off  form  boards,  both  ends 

Rip  form  boards  for  pockets  on  mill-saw 
Rip  12-foot  form  boards  on  mill-saw 
Carry  form  boards  50  feet — Table  156, 

p.  655 

Place  form  boards  on  bench 

Wedge  form  boards  together  with  wood 

wedges 

Measure  and  mark  for  nailing 

Nail  4-12  foot  form  boards  to  cleats 

Throw  form  aside  on  pile 

Extra  for  making  cleanout  hole 

Saw  1"  X  4"  pocket  pieces 

Carry  pocket  pieces  50  feet  to  bench. 

Place  pocket  pieces  on  form 

Nail  pocket  pieces  to  form 


162 
161 
162 
162 
161 
162 
162 

162 
162 

162 
162 
162 
162 
162 
161 
162 
162 
162 


« 

B 

H. 

n 

a 

H 

a.? 

a», 

H 

«£ 

t>  o 

fc 

H 

55 

S> 

min. 

(1) 

4 

1.47 

(14) 

4X7 

0.24 

(4) 

28 

0.12 

(7) 

28 

0.13 

(3) 

32 

0.19 

(9) 

8 

1.24 

(ID 

4 

2.94 

(13) 

16 

0.30 

(14) 

16 

0.40 

(16) 

16 

0.30 

(17) 

16 

0.05 

(19) 

28 

0.83 

(33) 

4 

0.53 

(34) 

1 

2.20 

(2) 

12 

0.12 

(28) 

4 

0.09 

(29) 

4 

0.30 

(30) 

4 

0.74 

OS  * 

H  O 
SO 

H 


5.88 
6.72 
3.36 
3.64 
6.08 
9.92 
11.76 

4.80 
6.40 

4.80 
0.80 
23.24 
2.12 
2.20 
1.44 
0.36 
1.20 
2.96 


To^al  time  to  make  1  column  form  complete 

Add  for  unavoidable  delays,  ineffective  work,  etc 30% 

Add  for  foremen,  making  benches  and  contingences  due  to 
weather,  etc.  (see  p.  C25) 27% 


Total  overall  "Make  Time" 


97.  68 min. 
29.30    " 

126.98     "  ' 

34.28    " 

161.26    " 
2.69  hrs. 


This  total  coincides  with  the  time  given  direct  in  Table  134,  p.  630. 

If  work  is  scientifically  managed  the  carrying  items  will  be  practically  elimi- 
nated and  other  items  reduced. 


HAND  SAWING  vs.  MILL  SAWING 

Example  2:  How  much  longer  will  it  take  to  make  the  above  form  if 
all  the  sawing  except  A  strips  is  done  by  hand  instead  of  on  a  mill-saw? 

Solution:  Mill-saw  items  used  above:  Items  (14)  +  (3)  +  (2) 
from  Table  161  +  Items  (9)  +  (11)  from  Table  162  =  35.92  minutes. 

Replace  these  by  hand  saw  items  which  amount  to  90.00  minutes. 

Difference  is  90.00  -  35.92  =  54.08  minutes  =  0.9p  hours  net. 

Adding  percentage  as  above,  gross  time  is  89.28  minutes  =  1.49  hours. 

Total  time  if  sawing  is  done  by  hand  is  2.69  hours  +  1.49  hours 
=  4.18  hours,  or  an  increase  of  55%. 


650  CONCRETE  COSTS 

Example  j:.If  only  the  2"  X  4*  cleats  and  A  strips  in  Example  1 
are  sawed  on  a  mill-saw  and  all  other  sawing  is  done  by  hand  in 
eluding  squaring  and  sawing  ends  of  form,  what  will  be  the  difference 
in  time? 

Solution:  Mill-saw  Items  (3)  +  (2)  from  Table  161  +  Items  (9) 
+  (11)  from  Table  162  =  29.20  minutes. 

Using  hand  saw  Items  (10)  +  (12)  +  (31)  +  (32)  from  Table 
162  +  Item  (23)  from  Table  161  =  60.90  minutes. 

Difference  is  60  90  -  29.20  =  31.70  minutes  =  0.53  hours  net. 

Adding  30%  and  27%,  gross  time  =  52.34  minutes  =  0.87  hours. 
This  added  to  "Make  Time"  in  Example  1  gives   a  total  of  3.56 
hours  or  an  increase  of  32.3%. 

CARRYING  DONE  BY  LABORERS  vs.  BY  CARPENTERS 

Example  4'  If  all  the  carrying  is  done  by  laborers  atone-half 
carpenters'  wages,  what  will  be  the  difference  in  cost  in  making  the 
above  column  form? 

8.52 

Solution:   Take  one-half  of  the  time  of  the  carrying  items,  — r~ 

=  4.26  minutes  net  or  7.04  minutes  gross.  This  subtracted  from  the 
"  Make  Time"  given  above  reduces  it  to  2.57  hours  or  4.5%  decrease 
in  cost. 

COLUMN    FORMS    TO    BOTTOM    OF    GIRDERS 

Example  6:  If  the  column  form  is  only  made  up  to  the  bottom  of 
the  beam  and  girder  forms,  what  will  be  the  time  in  making  the  above 
column  form? 

Solution:  The  time  taken  for  making  forms  for  beam  and  girder 
pockets  is  the  sum  of  Items  (9),  (28),  (29),  and  (30)  of  Table  162  and 
(2)  of  Table  161,  or  15.88  minutes  net  =  26.20  minutes  gross.  This 
subtracted  from  the  "  Make  Time"  given  above  gives  2.25  hours, 
showing  16.3%  decrease  in  time. 

VARIATION  IN  TIME  DUE  TO   NUMBER  OF  CLEATS 

Example  6:  If  forms  are  made  with  8  cleats  instead  of  7,  how  much 
will  this  increase  the  time  for  making  the  column  form? 

Solution:  Take  t  of  Items  (14)  of  Table  161  and  (4),  (7),  and  (19) 
of  Table  162  =  5.28  minutes  net,  or  8.71  minutes  gross,  which  added 
to  the  "Make  Time"  given  above  gives  2.83  hours,  a  5.2%  in- 
crease in  time.  >0S*e 
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TIME    PLACING   AND    REMOVING    COLUMN    FORMS 


Example  7:  Figure  time  placing  and  removing    column    forms, 
first  time. 

See  Example  1  for  details  of  form. 

Solution:  Take  items  from  Unit  Time  Table  163,  pp.  668  to  670. 


Description 


B  SB 


«  2 

&  O 


si 

So 

H 


Locate,  line,  and  brace  col- 
umns        163 

Carry  sides  of  forms  50  ft.     163 

Place  4  sides  of  form  on 
horses 163 

Measure  sides  for  4  A 
strips,  mark  and  ready 
to  place  them 163 

Place  new  A  strips  on  4 
sides  of  column 163 

Get  wedging  boards  50  feet 
away 163 

Mark  cleats  and  nail  on 
wedging  boards 163 

Place  and  drive  wedges, 
pet,  place,  and  tighten 
iron  clamps 163 

Nail  4  sides  of  column 
together. 163 

Carry  3  sides  to  place,  50 
feet 163 

Carry  4th  side  to  place,  50 
feet 163 

Lift  and  place  3  sides  (at- 
tached), place  4th  side. .     163 

Square  form,  place  tem- 
porary braces.  Place 
piece  at  cleanout  hole, 
change  to  next  column  . .      163 

Make  and  carry  wood 
wedges  50  feet 163 

Oil  forms 163 

Saw  off  1  X  2  inch  strips  . .      161 

Clean   out    rubbish    from! 

column 163 

Remove  forms I     163 


(1) 
(3) 

(4) 


(5) 

(6) 

(10) 

(9)+ (11) 

(14)+ (19)+ (20) 

(12) 

(15) 

(16) 

(17)+ (18) 

(21)+ (22)+ (24) 

(29) +(30) 
(33) 
(22) 

(35) 
(36) 


mxn 

61.60 
2.40 

1.75 


8.00 

20.20 

0.30 

1.60 

2.00 
1.04 
7.20 
2.40 
3.00 


io.  oo; 

5.00 
0.38 

2.75 
69.60 


mm. 

61.60 
9.60 

1.75 


8.00 
20.20 

1.20 
11.20 

14.00 
1.04 
7.20 
2.40 
3.00 


16.80,        16.80 


10  00 
5.00 
3.04 

2.75 
69.60 


Add  for  unavoidable  delays  and  ineffective  work  (see  p.  625) 
Carried  forward  to  next  page 


Digitized 


30% 

by  Vj 


248.38 
74.51 


322.89 
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Brought  forward  from  last  page 

Add  for  foremen,  contingency  due  to  weather,  etc.    (see 
p.  625) 


17% 


Values  increased  50%  as  labor  is  generally  inefficient   on! 
first  set  up* 50% 


Total  overall  "Place  and  Remove  Time" 


322.89 
54.89 


377.78 
188.89 


566.67 
9.5hrs. 


*  If  work  is  systematically  planned  in  advance  this  percentage  will  be  small. 
The  total  time  coincides  with  the  time  given  direct  in  Table  134,  p.  630. 
If  work  is  scientifically  managed  the  carrying  items  will  be  practically  eliminated 
and  other  items  reduced. 

VARIATION  IN  TIME  DUE  TO  STORY  HEIGHT 

Example  8:  If  story  height  in  Example  1  is  9  feet  instead  of  12 
feet,  what  would  be  the  "Make  Time"  per  column  form? 

Solution:  Take  f  of  Items  (14)  of  Table  161  and  (4),  (7),  and  (19) 
of  Table  162  due  to  the  reduction  in  number  of  cleats,  and  J  of  Items 
(13)  and  (33)  of  Table  162  due  to  the  reduction  in  story  height,  which 
gives  12.30  minutes  net  or  20.30  minutes  gross.  Subtracting  this  from 
the  total  time  in  Example  1  gives  2.35  hours,  or  a  reduction  of  12.6%. 

Example  9:  If  story  height  is  9  feet  instead  of  12  feet,  how  would 
this  affect  the  total  time  in  Example  7? 

Solution:  Take  f  of  items  (9),  (11),  (12),  (19),  (20),  (29),  and  (30) 
of  Table  163  due  to  the  reduction  in  number  of  cleats,  and  i  of  items 
(3),  (5),  (6),  (15),  and  (33)  of  Table  163  due  to  reduction  in  story 
height,  which  equals  21.45  minutes  net  or  48.96  minutes  gross;  sub- 
tracting this  from  the  total  time  above  gives  8.6  hours  or  a  reduc- 
tion of  9.5%. 

CARRYING  DONE  BY  LABORERS  vs.  CARPENTERS 

Example  10:  If  all  the  carrying  and  oiling  is  done  systematically 
by  laborers  at  one-half  carpenters'  wages,  what  percentage  of  total 
time  would  be  saved  in  placing  and  removing  column  form  first  time? 

Solution:  Take  one-half  of  the  time  of  the  carrying  items  or  16.58 
minutes  net  or  37.82  minutes  gross,  which  subtracted  from  the 
total  time  above  gives  8.1  hours,  or  a  reduction  of  6.3%. 

Example  11:  Figure  time  "Placing  and  Removing  Column  Form 
after  first  time;"  column  form  same  as  in  Example  7. 

Solution:  Time  is  figured  in  same  manner  as  Example  7.  The 
total  time  with  the  percentages  added  amounts  to  7.8  hours. 
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TABLE  156]  NUMBER  OF  PIECES  AND  FEET  B.  M.  [CARRYING 
OF  LUMBER  CARRIED  PER  LOAD  LUMBER 

AND  PER  HOUR    (See  p.  626) 

An  average  man  carries  not  over  70  pounds. 

For  quick  men  increase  values  in  table  for  "Boards  per  Load"  and  "Boards 
carried  per  Hour"  by  10%.  For  first-class  men  under  task  and  bonus  increase 
values  by  25%. 


DlMEN- 

Description 

Length  of  Board  in  Feet 

in  Inches 

2 

4 

6 

8 

10 

12 

14 

16 

18 

Ft.  B.  M.  Per  Piece 

0.33 
1 

0.66 

1 

1.00 
1 

1.32 

15 

I 

750 

495 

1.66 

12 

1 

600 

396 

2.00 

10 

1 

500 

330 

0.50 

35 

1 

1750 

1155 

1.00 

20 

1 

1000 

660 

1.50 
16 

0.66 

1 

1.32 

1 

2.00 

14 

1 

700 

362 

2.66 

10 

1 

500 

330 

3.32 

8 

1 

400 

264 

4.00 

7 

1 

350 

231 

1.00 

28 

1 

1400 

924 

2.00 

14 

1 

700 

462 

3.00 
9 

0.99 

25 

1 

1250 

825 

1.98 

14 

1 

700 

462 

3.00 

9 

1 

450 

297 

4.99 

5 

1 

250 

165 

4.98 

5 

1 

250 

165 

6.00 

4 

1 

200 

132 

1.50 

18 

1 

900 

594 

3.00 

9 

1 

450 

297 

4.50 
6 

1 
300 
198 

1.32 

21 

1 

1050 

693 

2.64 

11 

1 

550 

363 

4.00 

7 

1 

350 

231 

6.32 

4 

1 

200 

132 

6.64 

4 

1 

200 

132 

8.00 

3 

1 

150 

99 

2.00 

14 

1 

700 

462 

4.00 

7 

1 

350 

231 

6.00 

4 

1 

200 

132 

1.65 

17 

1 

850 

561 

3.30 

8 

1 

400 

264 

5.00 

5 

1 

250 

165 

7.65 

3 

1 

150 

99 

8.30 

3 

1 

150 

99 

10.00 

2 

1 

100 

66 

2.50 

11 

1 

550 

363 

5.00 

5 

1 

250 

165 

7.50 

3 

1 

150 

99 

1.98 

14 

1 

700 

462 

3.96 

7 

1 

350 

231 

6.00 

4 

1 

200 

132 

8.98 

3 

1 

150 

99 

9.96 

2 

1 

100 

66 

12.0 

2 

1 

100 

66 

3.00 
9 

1 
450 
297 

6.00 

4 

1 

200 

132 

9.00 

3 

1 

150 

99 

2.31 

25 

2 

625 

413 

4.62 

12 

2 

300 

198 

7.00 

8 

2 

200 

132 

10.3 

5 

2 

125 

82 

11.6 

4 

2 

100 

66 

14.0 

4 

2 

100 

66 

3.50 

16 

2 

400 

264 

7.00 

8 

2 

200 

132 

10.5 

5 

2 

125 

82 

2.64 

21 

2 

525 

347 

5.28 

10 

2 

250 

165 

8.00 

7 

2 

175 

115 

11.6 

4 

2 

100 

66 

13.3 

4 

2 

100 

66 

16.0 
3 
2 

75 
49 

4.00 

14 

2 

350 

231 

8.00 

7 

2 

175 

115 

12.0 

4 

2 

100 

66 

2  97 

Boards  Per  Load 

19 

l'X   2' 

Men  per  Load 

Boards  carried  \  /  50  Ft. 
Per  Hour         J  \  100  Ft. 

Ft.  B.  M.  Per  Piece 

2 
475 
314 

5  94 

Boards  Per  Load 

o 

l'X    4' 

Men  Per  Load 

2 

Boards  carried  \  /  50  Ft 

Per  Hour         j\  100  Ft... 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

225 
148 

9.00 
6 

l'X    6' 

Men  Per  Load 

2 

Boards  carried  \  J  50  Ft. . . . 
Per  Hour         /  \  100  Ft... 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

150 
99 

13.0 
4 

l'X    8* 

Men  Per  Load 

2 

1'  X  10' 

Boards  carried  \    f50  Ft. 
Per  Hour        J    \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

100 
66 

14.9 
3 
2 

Boards  carriedl    f50  Ft. 
Per  Hour        J   \100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

75 
49 

18.0 
3 

1'  X  12' 

Men  Per  Load 

2 

Boards  carriedl  /  50  Ft. 
Per  Hour       /  \    100  Ft. 

Ft.  B.  M.  Per  Piece 

75 
49 

4  50 

Boards  Per  Load 

12 

1J'  X  2' 

Men  Per  Load 

2 

t 

Boards  carried!   f  50  Ft. 
Per    Hour       /  {  100  Ft. 

Ft.  B.  M.  Per  Piece 

300 
198 

9  00 

Boards  Per  Load 

6 

IV  X  4' 

Men  Per  Load 

2 

Boards  carried  W  50  Ft. 
Per  Hour        J\  100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

150 
99 

13.5 
4 

W  X  6' 

Men  Per  Load 

1           1 

2 

Boards  carried!    J  50  Ft. 
Per  Hour         J  \100  Ft. 

800 
528 

450 
297 

100 
66 
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table  156]  NUMBER  OF  PIECES  AND  FEET  B.  M.  [carrying 
OF  LUMBER  CARRIED  PER  LOAD         lumber 
AND  PER  HOUR— Continued 

(See  p.  626) 

An  average  man  carries  not  over  70  pounds. 

For  quick  men  increase  values  in  table  for  "Boards  per  Load"  and  "Boards 
carried  per  Hour"  by  10%.  For  first-class  men  under  task  and  bonus  increase 
values  by  25%. 


Dimen- 
sions 
in  Inches 


IV  X  8' 


IV  x  io' 


IV  X  12' 


2'X2' 


2'X4* 


2'X6' 


2'X8' 


2'  X  10' 


2'  X  12' 


Description 


Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried  \    I  50  Ft. 
Per  Hour         J   \100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried  \  /50   Ft. 
Per  Hour        J    \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried!    f50  Ft. 
Per  Hour         /  ( 100  Ft 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried  \  /50Ft. 
Per  Hour         J   \  100  Ft. 

Ft.  B.M.  Per  Piece...  .... 

Boards  Per  Load 

Men  Per  Load 

Boards  Carried!   /50Ft. 
Per  Hour         /   \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried  \   /50  Ft. 
Per  Hour         J   \  100  Ft. 

Men  Per  Load 

Boards  Per  Load 

Men  Per  Load 

Boards  carried!    f  50  Ft. 
Per  Hour         J   \  100  Ft. 

Ft.  B.M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Board?  carried  \    [50  Ft. 
Per  Hear         /  \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried)    j"50  Ft. 
Per  Hour         /  \  100  Ft. 


Length  op  Board  in  Feet 


f 


2.00  ,  4.00 

12  t        7 

1  I        1 

600  j    350 

396  I    231 

2.50    5.00 


10 

1 

500 

330 

3.00 


5 

1 

250 

165 


6.00 
4 

1  1 

400  |    200 
264      132 


8.00 

3 

1 

150 

99 

10.0 

2 

1 

100 


12.0 

2 

1 

100 

66 


0.67     1.33     2.00  l  2.66 
30        20        14        10 
1  1  1  ,        1 

700  i    500 
462      330 


6.00 
4 
1 

200 
132 

7.00 

3 

1 

150 

99 

9.00 

3 

1 

150 

99 


1500 

1000 

990 

660 

1.33 

2.66 

15 

10 

1 

1 

750 

500 

495 

330 

2.00 

4.00 

12 

6 

1 

1 

600 

300 

396 

198 

2.67 

5.33 

10 

5 

1 

1 

500 

250 

330 

165 

3.33 

6.66 

8 

4 

1 

1 

400 

200 

264 

132 

4.00 

8.00 

6 

3 

1 

1 

300 

150 

198 

99 

4.00 

7 

1 

350 

231 


5.33 
5 

1 
250 
165 


10.0 

2 

1 

100 

66 

12.5 

2 

1 

100 


15.0 

1 

1 

50 

33 

3.33 

8 

1 

400 

264 


4 

1 

200 

132 


6.00    8.00     10.0 


1 

100 

66 

13.3 

2 

1 

100 

66 

16.6 

1 

1 

50 

33 

20  0 

1 

1 

50 

33 


4 

3 

1 

1 

200 

150 

132 

99 

8.00 

10.66 

3 

2 

1 

1 

150 

100 

99 

66 

10.0 

13.3 

2 

2 

1 

1 

100 

100 

66 

66 

12.0 

16.0 

2 

1 

1 

1 

100 

50 

66 

33 

12.0 

2 

1 

100 

66 

15.0 

1 

1 

50 


18.0 

1 

1 

50 

33 

4.00 

7 

1 

350 

231 

8.00 

3 

1 

150 


12.0 

2 

1 

100 

66 

16.0 

1 

1 

50 

33 

20.0 

1 

1 

50 

33 

24.0 

1 

1 

50 

33 


14.0     16.0     18  0 

4  I        3         3 


2 
100 
66 

17.5 
3 
2 

50 
33 

21.0 

2 

2 

50 

33 

4.66 

12 

2 

300 

198 

9.32 


75 
49 


2 
75 
49 


150 
99 

14.0 

4 

2 

100 

66 

18.7 
3 
2 

50 
33 

23.3 
2 
2 

50 
33 


20.0  22.5 

2  2 

2  2 

50.     50 

33  33 

24.0  27.0 

2  2 

2  2 

50  50 

33  33 

5.33  6.00 

10  9 

2  2 

250  ]    225 

165  148 

10.66  12.00 


5 

2 

125 


i 


16.0 

4 

2 

100 

66 


4 

2 

100 

66 

18.0 
3 
2 

75 
49 


21.3  24.0 

2  2 

2  2 

50  50 

33  33 

26.6  30  0 

1  1 

2  2 
25  25 
16  16 


28.0     32.0     36  0 
2  I        1  1 

2  '  2  ,  2 
25 
16 


50; 
33 


25 
16  ; 
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table  156]  NUMBER  OF  PIECES  AND  FEET B.  M.  [carrying 
OF  LUMBER  CARRIED  PER  LOAD         lumber 
AND  PER  HOUR— Continued 

(See  p.  626) 

An  average  man  carries  not  over  70  pounds. 

For  quick  men  increase  values  in  table  for  "Boards  per  Load"  and  "Boards 
carried  per  Hour"  by  10%.  For  first-class  men  under  task  and  bonus  increase 
values  by  25%. 


Dimen- 
sions 
in  Inches 


3'X4r 


3*X6* 


3*X8* 


3*  X  10' 


3*  X  12' 


4'X4' 


4'X6' 


4'X8' 


Description 


Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried  \  J  50  Ft. 
Per  Hour         /  \100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carrled\  )50Ft. 
Per  Hour         /  \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried  \  J  50  Ft. 
Per  Hour         /  \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried!   J 50  Ft. 
Per  Hour         j   \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Boards  Per  Load 

Men  Per  Load 

Boards  carried!  /50Ft. 
Per  Hour         J   \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Pieces  Per  Load 

Men  Per  Load 

Pieces  carried.  \    f  50  Ft. 
Per  Hour         /  \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Pieces  Per  Load 

Men  Per  Load 

Pieces  carried.  \   J 50  Ft. 
Per  Hour         J  \  100  Ft. 

Ft.  B.  M.  Per  Piece 

Pieces  Per  Load 

Men  Per  Load 

Pieces  carried.  \   J  50  Ft. 
Per  Hour         /  ( 100  Ft. 


Length  of  Board  in  Feet 


2.00 

10 

1 

500 

330 

3.00 

8 

1 

400 

264 

4.00 

6 

1 

300 

198 

5.00 

5 

1 

250 

165 

6.00 

4 

1 

200 

132 

2.67 

8 

1 

400 

264 

4.00 

6 

1 

300 

198 

5.33 
4 

1 
200 
132 


4.00 

6 

1 

300 

198 

6.00 

4 

1 

200 

132 

8.00 

3 

1 

150 

99 

10.0 

2 

1 

100 

66 

12.0 

2 

1 

100 

66 

5.33 

4 

1 

200 

132 

8.00 

3 

1 

150 

99 

10.6 

2 

1 

100 

66 


6.00 

4 

1 

200 

132 

9.00 
3 

1 
150 
99 

12.0 

2 

1 

100 

66 

15.0 

1 

1 

50' 


18.0 

1 

1 

50 

33 

8.00 

3 

1 

150 

99 

12.0 

2 

1 

100 

66 

16.0 

1 

1 

50 

33 


8         10        12        14        16 


8.00 

3 

1 

150 

99 

12.0 

2 

1 

100 

66 

16.0 

1 

1 

50 

33 

20.0 

1 

1 

50 

33 

24.0 

1 

1 

50 

33 

10.6 

2 

1 

100 

66 

16.0 
1 

1 
50 
33 

21.3 

1 

1 

50 

33 


10.0 

2 

1 

100 


15.0 

1 

1 

50 

33 

20.0 

1 

1 

50 

33 

25.0 

1 

1 

50 

33 

30.0 
1 
2 

25 
16 

13.3 

2 

1 

100 


20.0 

1 

1 

50 

33 

26.6 

1 

1 

50 

33 


12.0 

2 

1 

100 

66 

18.0 

1 

1 

50 

33 

24.0 

1 

1 

50 

33 

30.0 

1 

2 

25 

16 

36.0 
1 
2 

25 
16 

16.0 

1 

1 

50 

33 

24.0 

1 

1 

50 

33 

32.0 

1 

2 

25 

33 


14.0 

3 

2 

75 

49 

21.0 
3 
2 

50 
33 

28.0 

2 

2 

50 

33 

35.0 
1 
2 

25 
16 

42.0 

1 

2 

25 

16 

18.6 

3 

2 

50 

33 

28.0 
2 
2 

50 
33 

37.3 
1 
2 

25 
16 


16.0  '  18.0 

3  3 

2  i  2 

75  75 

49  |  49 

24.0  |  27.0 

2  I  2 
2  I 

50 

33 


2 

50 
33 


32.0 
1 
2 

25 
16 

40.0 

1 

2 

25 

16 


I 


36.0 
1 
2 

25 
16 

45.0 

1 

2 

25 

16 


48.0    54.0 

1  1 

2  j  2 
25  25 
16  I      16 

2.13  |  2.40 


2 

50 
33 

32.0 
1 
2 

25 
16 


50 
33 

36.0 
1 
2 

25 
16 


42.7     48.0 

1  I        1 

2  |  2 
25 
16 


25 
16  ' 


Digitized 


byGoogk 
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table  157]        LABOR  MAKING  ONE  SIDE  OF  A 

COLUMN  FORM 


[TIMES 


Based  on  Systematically  Managed  Work  {see  p.  627) 
Use  for  timing  carpenters  at  work  bench. 

BEFORE  USING  THIS  TABLE,  READ  NOTES  ON   PAGE  663 
TYPE  1  COLUMN  FORMS  WITH  IRON  CLAMPS  FIG.  48 


5  Ft.  Column 

12  Ft. 

Column 

18  Ft.  < 

MBER 

Column 

Width 

1*  Lumber 

2*  Lumber 

1*  Lumber 

2"  Lumber 

l'Lu 

2"  Lumber 

Side 

Aver. 
Men 

Quick 
Men 

Aver. 
Men 

Quick 
Men 

Aver. 
Men 

Quick 
Men 

Aver. 
Men 

Quick 
Men 

Aver. 

Men 

Quick 
Men 

Aver. 
Men 

Quick 
Men 

in. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

8 
12 
16 

5.0 
6.1 
7.5 

3.3 
4.1 
5.0 

6.0 
7.3 
9.0 

4.0 
4.9 
6.0 

9.0 
11.0 
12.5 

6.0 
7.3 
8.3 

10.8 
13.2 
15.0 

7.2 

8.8 
10.0 

15.0 
18.5 
22.0 

10.0 
12.3 
14.7 

18.0 
22.2 
26.4 

12.0 
14.8 
17.6 

I 

18 
20 
22 

8.5 
9  0 
10.0 

5.7 
6.0 
6.7 

10.2 
10.8 
12.0 

6.8 
7.2 
8.0 

13.5 
15  0 
16.0 

9.0 
10.0 
10.7 

16.2 
18.0 
19.2 

10.8 
12.0 
12.8 

23.5 
25.5 
27.5 

15.7 
17.0 
18.3 

28.2 
30.6 
32.9 

18.8 
20.4 
21.9 

X  . 

24 
26 

28 

11.0 
11.5 
12.0 

7.3 

7.7 
8.0 

13.2" 
13.8 
14.4 

8.8 
9.2 
9.6 

17.0 
19.0 
20.5 

11.4 
12.7 
13.7 

20.2 
22.8 
24.6 

13.5 
15.2 
16.4 

29.5 
31.5 
33.5 

19.7 
21.0 
22.4 

35.4 
37.8 
40.1 

23.6 
25.2 
26.8 

Or- 

.5  — 
"3&« 

30 
34 
38 

13.1 
15.1 
18.5 

8.7 
10.1 
12.3 

15.7 
18.1 
22.2 

10.5 
12.1 
14.8 

22.0 
26.5 
32.5 

14.7 
17.7 
21.7 

26.4 
31.8 
39.0 

17.6 
21.2 
26.0 

36.0 
42.0 
51.0 

24.0 
28.0 
34.0 

43.2 
50.3 
61.1 

28.8 
33.5 
40.7 

oQqq 

1 

TYPE  2  COLUMN  FORMS  WITH  WOOD  WEDGE  CLAMPS  FIG.  49B 

8 
12 
16 

6.0 
6.9 
8.5 

4.0 
4.6 
5.7 

7.2 
8.3 
10.2 

4.8 
5.5 

6.8 

11.0 
13.0 
15.0 

7.3 
8.7 
10.0 

13.2 
15.6 
18.0 

8.8 
10.4 
12.0 

18.0 
21.0 
24.5 

12.0 
14.0 
16.3 

21.6 
25.2 
29.4 

14.4 
16.8 
19.6 

u 

& 

eS 

18 
*0 
22 

9.0 
10.0 
11.0 

6.0 
6.7 
7.3 

10.8 
12.0 
13.2 

7.2 
8.0 
8.8 

16.1 
18.0 
19.5 

10.7 
12.0 
13.0 

19.3 
21.6 
23.4 

12.9 
14.4 
15.6 

26.5 
28.5 
30.5 

17.7 
19.0 
20.3 

31.7 
34.2 
36.5 

21.1 
22  8 
24.3 

1 
& 

24 
26 
28 

11.5 
12.5 
13.5 

7.8 
8.3 
9.0 

13.8 
15.0 
16.2 

9.2 
10.0 
10.8 

21.0 
22.5 
24.0 

14.0 
15.0 
16.0 

25.1 
27.0 
28.8 

16.7 
18.0 
19.2 

32.5 
35.0 
37.5 

21.7 
23.4 
25.0 

39.0 
42.0 
45.0 

26.0 
28.0 
30.0 

a 

30 
34 
38 

14.0 
17.0 
21.5 

.  9.3 
11.3 
14.3 

16.8 
20.4 
25.8 

11.2 
13.6 
17.2 

26.0 
30.0 
36.5 

17.3 
20.0 
24.3 

31.1 

35.9 
43.7 

20.7 
23.9 
29.2 

41.0 
50.0 
60.0 

27.4 
33.4 
40.0 

49.2 
60.0 
72.0 

32.8 
40.0 
48.0 

X 

TYPE  3  COLUMN  FORMS  WITH  BOLTED  CLAMPS  FIG. 

49A 

8 
12 
16 

5.0 
6.1 
7.5 

3.3 
4.1 
5.0 

6.0 
7.3 
9.0 

4.0 
4.9 
6.0 

9.0 
11.0 
12.5 

6.0 
7.3 
8.3 

10.8 
13.2 
15.0 

7.2 
8.8 
10.0 

15.0 
18.5 
22.0 

10.0 
12.3 
14.7 

18.0 
22.2 
26.4 

12.0 
14.8 
17.6 

1 

e 

18 
20 
22 

8.5 
9.0 
10.0 

5.7 
6.0 
6.7 

10.2 
10.8 
12.0 

6.8 
7.2 
8.0 

13.5 
15.0 
16.0 

9.0 
10.0 
10.7 

16.2 
18.0 
19.2 

10.8 
12.0 
12.8 

23.5 
25.5 
27.5 

15.7 
17.0 
18.3 

28.2 
30.6 
32.9 

18.8 
20.4 
21.9 

»  52 
X* 

24 

26 
28 

11.0 
11.5 
12.0 

7.3 
7.7 
8.0 

13.2 
13.8 
14.4 

8.8 
9.2 
9.6 

17.0 
19.0 
20.5 

11.4 
12.7 
13.7 

20.2 
22.8 
24.6 

13.5 
15.2 
16.4 

29.5 
31.5 
33.5 

19.7 
21.0 
22.4 

35.4 
37.8 
40.1 

23  6 
25.2 
26.8 

It 

OQCfi 

1 

30 
34 
38. 

13.1 
15.1 
18.5 

8.7 
10.1 
12.3 

15.7 
18.1 
22.2 

10.5 
12.1 
14.8 

22.0 
26.5 
32.5 

14.7 
17.7 
21.7 

26.4 
31.8 
39.0 

17.6 
21.2 
26.0 

36.0 
42.0 
51.0 

24.0 
28.0 
34.0 

43.2 
50.3 
61.1 

28.8 
33.5 
40.7 
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TABLE  168]    LABOR  ASSEMBLING  AND  SETTING       [TIMES 

A  COLUMN  FORM 

Based  on  Systematically  Managed  Work  (see  p.  627) 
Use  for  timing  carpenters  on  erection. 

BEFORE  USING  THIS  TABLE,  READ  NOTES  ON  PAGE  663 
TYPE  1  COLUMN  FORMS  WITH  IRON  CLAMPS  FIG.  48 


6  Ft.  Column 

r  ll 

12  Ft. 

Column 

18  Ft. 

Column 

Width 

1'  Lumber 

2*  Lumber 

fmber 

2'  Ll 
Aver. 

MBER 

Quick 

1"  Lumber 

2*  Lumber 

Side 

Aver. 

Quick 

Aver. 

Quick 

Aver. 

Quick 

Aver. 

Quick 
Men 

Aver. 

Quick 

Men 

Men 

Men 

Men 

Men 

Men 

Men 

Men 

Men 

Men 

Men 

in. 

mln. 

min. 

mln. 

mln. 

min. 

mln. 

min. 

mln. 

min. 

min. 

min. 

mln. 

8 

62 

41 

74 

49 

100 

66 

120 

80 

142 

94 

170 

113 

12 

65 

43 

78 

52 

106 

70 

127 

84 

150 

100 

180 

120 

16 

69 

46 

82 

55 

111 

73 

133 

89 

159 

106 

190 

127 

18 

71 

47 

85 

56 

114 

76 

136 

90 

164 

109 

196 

131 

20 

72 

48 

86 

58 

118 

78 

141 

93 

168 

112 

201 

134 

22 

75 

50 

89 

60 

121 

80 

145 

96 

173 

115 

207 

138 

24 

77 

51 

93 

61 

125 

83 

150 

100 

179 

119 

214 

143 

26 

81 

54 

97 

64 

130 

86 

155 

104 

186 

124 

223 

148 

28 

84 

56 

100 

67 

135 

90 

162 

108 

193 

129 

231 

154 

30 

87 

58 

105 

70 

141 

94 

169 

113 

201 

134 

241 

160 

34 

95 

63 

113 

75 

153 

102 

183 

122 

220 

147 

264 

176 

38 

105 

70 

126 

84 

167 

111 

200 

133 

245 

163 

294 

196 

TYPE  2  COLUMN  FORMS  WITH  WOOD  WEDGE  CLAMPS  FIG.  49B 


8 

93 

62 

111 

74 

150 

100 

179 

119 

214 

143 

257 

171 

12 

98 

65 

117 

78 

158 

105 

189 

126 

226 

151 

271 

181 

16 

104 

69 

124 

83 

168 

112 

201 

134 

238 

159 

275 

183 

18 

106 

70 

127 

84 

171 

114 

205 

137 

245 

163 

294 

196 

20 

110 

73 

132 

88 

177 

118 

212 

141 

252 

168 

302 

202 

22 

113 

75 

135 

90 

182 

121 

218 

145 

260 

173 

312 

208 

24 

118 

79 

141 

94 

188 

125 

226 

151 

269 

179 

323 

217 

26 

122 

81 

146 

97 

197 

131 

236 

157 

280 

187 

335 

224 

28 

128 

85 

153 

102 

205 

137 

245 

164 

290 

193 

347 

232. 

30 

133 

88 

159 

106 

213 

142 

255 

170 

301 

201 

360 

240 

34 

144 

96 

172 

115 

231 

154 

277 

185 

328 

218 

393 

262 

38 

158 

105 

189 

126 

255 

170 

306 

204 

370 

246 

442 

295 

TYPE  3  COLUMN  FORMS  WITH  BOLTED  CLAMPS  FIG.  49A 


8 

100 

66 

120 

80 

160 

107 

191 

128 

230 

153 

268 

179 

12 

106 

70 

127 

84 

170 

113 

204 

136 

243 

162 

292 

194 

16 

111 

74 

133 

88 

178 

H9 

213 

142 

258 

172 

309 

206 

18 

114 

67 

136 

91 

184 

123 

220 

146 

265 

177 

317 

211 

20 

117 

78 

140 

93 

189 

126 

226 

150 

273 

182 

327 

218 

22 

120 

80 

143 

95 

194 

129 

232 

155 

282 

188 

338 

225 

24 

125 

83 

149 

99 

202 

135 

242 

161 

290 

193 

358 

239 

26 

130 

86 

156 

104 

210 

140 

252 

168 

302 

202 

362 

242 

28 

135 

90 

162 

108 

219 

146 

262 

175 

313 

209 

375 

250 

30 

141 

94 

169 

113 

228 

152 

273 

182 

326 

218 

390 

260 

34 

153 

102 

183 

122 

246 

164 

295 

>97 

353 

235 

423 

282 

38 

168 

112 

201 

134 

272 

181 

325 

217 

390 

260 

467 

312 

660 


CONCRETE  COSTS 


table  159]      LABOR  MAKING  ONE  SIDE  OF  A  [TIMES 

BEAM  AND  A  GIRDER  FORM 

Based  on  Systematically  Managed  Work  (see  p.  627) 
Use  for  timing  carpenters  at  work  bench 

BEFORE  USING  THIS  TABLE,  READ  NOTES  ON  PAGE  663 
MAKING  BEAM  SIDE  FORMS  FIG.  54 


Depth 

of 

Beam 

Below 

Slab 

10  Ft.  C.  to  C.  Columns 

20  Ft.  C.  to  C.  Columns 

30  Ft.  C.  to  C.  Columns 

1'  Lumber 

2'  Lumber 

1*  Lumber 

2V  Lumber 

1*  Lumber 

2*  Lumber 

Aver. 
Men 

Quick 

Men 

Aver. 

Men 

Quick 

Men 

Aver. 

Men 

Quick 

Men 

Aver. 

Men 

Quick 
Men 

Aver. 

Men 

Quick 

Men 

Aver. 
Men 

Quick 
Men 

4n. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

min. 

6 
8 
10 

12 
14 
16 

18 
20 
22 

26 
30 
34 

10.6 
11.6 
12.4 

13.3 
14.1 
15.0 

16.0 
17.2 
18.5 

20.5 
21.8 
23.1 

7.1 
7.7 
8.3 

8.9 
9.4 
10.0 

10.7 
11.5 
12.3 

13.7 
14.5 
15.4 

12.2 
13.4 
14.3 

15.3 
16.2 
17.2 

18.4 
19.8 
21.3 

23.6 
25.2 
26.6 

8.1 
8.9 
9.5 

10.2 
10.8 
11.5 

12.3 
13.2 
14.2 

15.7 
16.8 
17.7 

14.8 
16.5 
18.3 

20.1 
21.8 
23.6 

25.6 
28.0 
30.8 

35.0 
37.6 
40.2 

9.9 
11.0 
12.2 

13.4 
14.5 
15.7 

17.1 
18.6 
20.6 

23.4 
25.1 
26.8 

17.1 
19.0 
21.0 

23.1 
25.1 
26.2 

29.4 
32.2 
35.4 

40.3 
43.3 
46.4 

11.4 
12.7 
14.0 

15.4 
16.8 
17.5 

19.6 
21.5 
23.6 

26.8 
28.8 
30.9 

25.8 
28.0 
30.6 

33.0 
35.5 
37.8 

40.3 
44.6 
49.0 

55.6 
60.0 
64.5 

17.2 

18.7 
20.4 

22.0 
23.7 
25.2 

26.8 
29.8 
32.6 

37.1 
40.0 
43.0 

29.7 
32.2 
35.2 

38.0 
40.8 
43.5 

46.4 
51.4 
56.5 

64.0 
69.0 
74.4 

19.8 
21.5 
23.4 

25.4 
27.2 
29.0 

30.8 
34.2 
37.6 

42.6 
46.0 
49.5 

MAKING  GIRDER  SIDE  FORMS— 1  INTERSECTING  BEAM  FIG 

.  56 

6 
8 
10 

10.2 
11.1 
12.0 

6.8 
7.4 
8.0 

11.7 
12.8 
13.8 

7.8 
8.5 
9.2 

14.6 
16.0 
17.7 

9.7 
10.7 
11.8 

16.8 
18.4 
20.4 

11.2 
12.3 
13.6 

24.2 
26.8 
29.2 

16.1 
17.9 
19.5 

27.8 
30.8 
33.6 

18.5 
20.6 
22.4 

12 
14 
16 

12.8 
13.8 
14.5 

8.5 
9.2 
9.7 

14.7 
15.9 
16.7 

9.8 
10.6 
11.1 

19.2 
20.8 
22.3 

12.8 
13.9 
14,9 

22.1 
24.0 
25.7 

14.7 
16.0 
17.1 

31.8 
34.3 
37.0 

21.2 
22.9 
24.7 

36.6 
39.5 
42.5 

24.4 
26.4 
28.3 

18 
20 
22 

15.5 
17.2 
19.0 

10.3 
11.4 
12.7 

17.8 
19.8 
21.9 

11.9 
13.2 
14.6 

24.0 
26.8 
29.7 

16.0 
17.9 
19.8 

26.6 
30.8 
34.2 

17.7 
20.5 
22.8 

39.6 
41.6 
49.6 

26.4 
29.8 
33.0 

45.6 
51.3 
57.2 

30.4 
34.2 
38.2 

26 
30 
34 

22.4 
25.0 
27.7 

15.0 
16.8 
18.5 

25.8 
28.8 
31.9 

17.2 
19.2 
21.3 

34.5 
38.5 
42.5 

23.0 
25.7 
28.3 

39.7 
44.4 
49.0 

26.5 
29.6 
32.7 

58.0 
65.0 
71.7 

38.7 
43.3 

47.8 

66.7 
74.8 
82.5 

44.5 

49.8 
55.0 

MAKING  GIRDER  SIDE  FORMS— 2  INTERSECTING  BEAMS  FIG.  56 


6 
8 
10 

9.2 
10.1 
11.1 

6.1 
6.7 
7.4 

10.6 
11.6 
12.8 

7.1 

7.7 
8.5 

14.1 
15.6 
17.2 

9.4 

10.4 

.  11.5 

16.2 
17.9 
19.8 

10.8 
11.9 
13.2 

23.8 
26.0 
28.6 
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22.0 
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13.5 
14.5 
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25.1 
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22 

15.2 
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11.3 
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33.0 
36.6 
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30 
34 

22.0 
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27.0 

14.7 
16.3 
18.0 
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28.2 
31.0 

16.3 
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20.7 

33.6 
37.5 
40.2 

22.4 
25.0 
26.8 

38.6 
43.2 
46.3 

25.8 
28  8 
30.8 

55.8 
62.0 
68.4 

37.2 
41.3 
45.5 

64.3 
71.5 

78.7 

42.7 
47.6 
52.5 
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TABLE  160]    LABOR  ASSEMBLING  A  BEAM  AND  [TIMES 

A  GIRDER  FORM 

Based  on  Systematically  Managed  Work  (see  p.  627) 
Use  for  timing  carpenters  on  erection. 
BEFORE  USING  THIS  TABLE,  READ  NOTES  ON  PAGE  663 
ASSEMBLING  BEAM  FORMS  FIG.  54 
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CONCRETE  COSTS 
SAWING  LUMBER 


[UNIT  TIMES 


Times  include  placing  and  removing  lumber  from  saw. 

Times  assume  saw  working  continuously  with  no  allowance  for  rest  and 
delays. 

Lumber  before  cutting  is  taken  as  12  feet  long,  but  values  are  approximately 
correct  for  other  lengths. 

Use  "2  cuts  per  Length"  column  for  squaring  ends  or  sawing  into  two  lengths. 

Use  "6  cuts  per  Length"  column  for  sawing  into  6  lengths. 

Use  "12  cuts  per  Length"  column  for  sawing  into  12  or  more  lengths. 

In  any  case  multiply  the  unit  time  by  the  number  of  cuts. 
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The  following  assumptions  have  been  made  in  Tables  157  to  160. 
All  times  are  given  in  terms  of  minutes  per  one  man. 

TABLE  157.     LABOR  MAKING  ONE  SIDE  OF  A  COLUMN  FORM 

Allowance  has  been  made  for  necessary  delays  occurring  throughout  the  day. 

All  sheathing  and  cleats  assumed  cut  to  right  length  and  sorted  in  piles  at 
hand  near  bench  (see  p.  485). 

Finished  forms  are  lifted  from  bench  and  placed  on  pile  at  hand. 

Times  do  not  include  A  strips  attached  to  forms  or  cutting  of  beam  and 
girder  pockets. 

Beam  and  girder  pockets  are  not  cut  on  bench  (see  p.  489). 

Column  clamps,  type  2,  made  separate  from  column  sides  hence  not  included 
in  values. 

Cleats,  type  3,  should  be  bored  before  being  made  up  into  forms,  hence 
boring  not  included  in  values. 

Times  only  apply  if  the  design  of  the  forms  is  exactly  like  that  shown  in  draw- 
ings corresponding  to  the  type  selected. 

Times  are  in  minutes  per  column  side. 

TABLE  158.     LABOR  ASSEMBLING  AND  SETTING 
A  COLUMN  FORM 

Allowance  has  been  made  for  necessary  delays,  occurring  throughout  the  day. 

A  50-foot  carry  by  carpenters  described  in  text  is  allowed  for  in  setting  forms. 

Three  sides  of  forms  are  nailed  together  on  horses  then  placed  in  position 
and  fourth  side  attached,  (see  p.  490). 

Wall  columns  take  about  50  per  cent  longer  to  assemble  and  set  than  the  times 
given,  which  apply  to  interior  columns. 

Times  only  apply  if  the  design  of  the  forms  is  exactly  like  that  shown  in  draw- 
ings corresponding  to  the  type  selected. 

Times  are  in  minutes  per  column. 

TABLE  159.     LABOR  MAKING  ONE  SIDE  OF  A  BEAM  AND 
A  GIRDER  FORM 

Allowance  has  been  made  for  necessary  delays  occurring  throughout  the  day. 

All  sheathing  and  cleats  assumed  cut  to  right  length  and  sorted  in  piles  at 
hand  near  bench  (see  p.  485). 

Finished  forms  are  lifted  from  bench  and  placed  on  pile  at  hand. 

Form  sides  are  held  together  by  2  by  4-inch  cleats  spaced  about  24  inches 
c.  to  c. 

Times  do  not  include  A  strips  attached  to  forms. 

Times  only  apply  if  the  design  of  the  forms  is  exactly  like  that  shown  in  draw- 
ings corresponding  to  the  type  selected. 

Times  are  in  minutes  per  side. 

TABLE  160.     LABOR  ASSEMBLING  A  BEAM  AND  A 
GIRDER  FORM 

Allowance  has  been  made  for  necessary  delays  occurring  throughout  the  day. 

Forms  are  made  up  on  horses  then  placed  on  floor  ready  for  laborers  to  carry, 
pulled  up  to  place  and  set. 

Times  only  apply  if  the  design  of  the  forms  is  exactly  like  that  shown  in  draw- 
ing (p.  501)  for  beam  forms  and  (p.  503)  for  girder  forms. 

Times  are  in  minutes  per  beam  or  girder. 
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table  165]  ERECTING  SLAB  FORMS  [unit times 

For  Explanation  of  this  Table  see  p.  627 

No  allowance  has  been  made  for  rests  and  delays. 

For  ordinary  construction  add  50%  to  times  for  unavoidable  delays. 

For  well  organized  work  add  $  to  times  for  unavoidable  delays. 

For  small  jobs  with  inexperienced  builders  add  100%  for  unavoidable  delays. 

Forms  assumed  made  up  in  sections  as  shown  in  Fig.  60,  p.  508. 

Section  of  form  assumed  to  have  30  square  feet  surface  area. 

Times  apply  for  joists  up  to  10  ft.  long. 


(2) 
(3) 

(4) 
(5) 

(6) 

(7) 

8) 

<•) 

(10) 
(11) 
(13) 

(13) 
04) 
(15) 
(16) 

(17) 
(18) 
(19) 
(20) 

(21) 
(22) 
(23) 


Description 


Net  Time  Peb  Operation 


Unit 


Average 

Men 


8 

H 

go 

35 


go 


Quick 
Men 


go 

as 


mln. 


Hoist  joists  to  floor  above1 

Carry  Joists  50  feet1 

Lift  Joists  to  scaffold1 

Lift  Joist  from  scaffold  to  place 

Make  blocks 

Mark  for  attaching  blocks. . . . : 

Get  blocks  ready 

Nail  two  blocks  on  Joist 

Nail  Joist  to  place 

Line  In  beam  form 

Change  to  next  Joist 

Change  to  next  bay 

Hoist  slab  form  floor1 

Carry  50  feet1 

Place  form  appro*1 

Make  form  ready1 

Place  and  nail  forms 

Change  to  next  panel 

Alterations  due  to  each  column 

Alterations  due  to  different  size  panels 

Remove  slab  form 

Place  A  strip  around  edge 

Oil  form1 


Joist 
Joist 
Joist 

Joist 
Joist 
Joist 

Joist 
Joist 
Joist 

Joist 
Joist 
Joist 

section 
section 
section 
section 

section 
section 

Col. 
section 

so.  ft. 

section 
sq.  ft. 


0.25 

0.26 
0.25 
0.42 

0.30 
0.91 
0.43 

0.05 
0.11 
0.14 


2.23 

2.52 
0.70 
7.91 
4.67 

1.40 
0.65 
0.17 


Table 
Table 
0.25 

0.26 
0.25 
0.42 

0.30 
0.01 
0.43 

0.05 
0.11 
0.14 

Table 
Table 


2.70 
0.75 

8.48 
5.00 

1.50 
0.60 
0.18 


155 
156 
0.17 

0.17 
0.17 
0.28 

0.20 
0.61 
0.20 

0.04 
0.07 
0.00 

155 
156 

1.40 

1.68 
0.47 
5.30 
3.12 

0.93 
0.43 
0.11 


0.17 

0.17 
0.17 
0.28 

0.20 
0.61 
0.29 

0.04 
0.07 
0.09 


1.59 

1.80 
0.50 
5.66 
3.33 

1.00 
0.46 
0.12 


1  Can  be  done  by  laborers — figuring  cost  at  laborers'  wages. 
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TABLE  166J 


ERECTING  WALL  FORMS 


[UNIT  TIMES 


For  Explanation  of  this  Table  see  p.  627 


No  allowance  has  been  made  for  rests  and  delays. 

For  ordinary  construction  add  50%  to  time,  for  unavoidable  delays. 

For  well  organized  work  add  J  to  times  fo_  unavoidable  delays. 

For  small  jobs  with  experienced  builders  add  100%  for  unavoidable  delays. 

Section  refers  to  one  side  of  form  only. 

Forms  assumed  made  up  in  sections  as  shown  in  drawing  for  each  type. 

Type  1 — 3  feet  sectional  form. 

Type  2 — curtain  wall  forms  below  windows. 

T^rpe  3 — Full  panel  or  wall  forms  between  columns. 

Type  4 — Cellar  wall  forms. 


DESCRIPTION 

Net  Time  Pbb  Operation 

Unit 

Average  Men 

Quick  Men 

s 
g 

a 
* 

'J 

o 

a  « 
g  a 

1-H 

ft 

a  «q 
*  a 

ft 

a  n 
«a 

ft 
«a 

O  t> 

ft 

■sjs 

s 

1= 

mln. 

mln. 

mln. 

mln. 

m  in.  .mln. 

Tvoe  I  (  3  ?eet  Sectional  Form,  (See  fig«  70»  P*  52°)« 


L  3  Feet  High  X  12  Feet  Long. 


(i) 

(2) 

(3) 

(4) 
(5) 

(6) 

(7) 
(8) 
(») 

(10) 

(11) 

(12) 
(13) 

(14) 
(15) 

(16) 

(17) 

(18) 
(19) 


Lift  exterior  side  of  section  3  feet,  and 
hold  form 

Lift  interior  side  3  feet  and  hold  till 
braced 

Nail  on  temporary  braces 


Carry  bolts  50ft» 

Place  bottom  bolts  in  exterior  form  sec- 

tion 

Pry  up  bolts  and  place  thimbles  on  bolts 

Rip  braces  off  inner  form  section Section 

Drive  in  bottom  bolts 

Place  blocks,  washers  and  nuts  (no  cut- 
ting of  blocks) 

Place  blocks,  washers  and  nuts  (blocks 
chopped  and  fitted) 


Place  top  row  of  bolts  (spreader  placed 

at  same  time) 

Stretch  line  for  lining  in  form 

Line  In  forms  and  brace  by  cross-bracing 


Fix  connection  between  forms 

Brace  back  of  cleats  with  4'  X  4*  horizon- 
tal ledger 

Wedge  forms  with  wedges  against  4'  X  4' 
ledgers 


Place  4*  X  4*  in  corner  to  close  angle  con- 
nection  

Oil  forms* 

Remove  bolts  complete1 


Section 
Section 


Section 
Section 

Section 

Section 

Section 


Corner 
Section 


Section 

Section 

Bolt 

Bolt. 
Bolt. 

Bolt. 
Bolt. 
Bolt. 


Bolt. 
Section 
Section 


Section 
Section 


Section 
Bolt. 


9  to 


4.70 
1.00 


0.03 


1.00 
0.65 


2.10 


18 


4.70 
1.20 


0.03 


1.00 
0.65 


2.10 


0.44  0.44 
1.50  1.50 
3.40  3.40  3.40 


0.25 
2.80 
15  to 


Section  15  to  30 


0.25 


4.70 
1.40 


0.03 


1.00 
0.65 


2.10 
0.44 


1.50 


0.25 


2.80  2.80 
25 


mln. 


25.0025.0025.0017.0017.00  17.0 


0.70 


9.50 

1. 

2.80 


0.70 


9.50 
1.80 
2 


0.70 


j         i 

6  to  12  mln. 
i 
3.14  3.14  3  14 
0.67  0.80  O.fl 

0.02  0.02  0.01 

0.67  0.67  ,0.«7 
0.43  0.43,0.43 

1.40  1.4a  1.40 
0.29  0.29*  0.29 

1.00  l.oo'i.oo 

2.30  2.30  2  30 

0.17  0.170.1; 


1.90 


1.901  1.90 


10  t'o  17  i 
10  t'o  20  mm. 


0.47!  0.47  0.47 


9.50  6.30  0.30  6.?0 
1.80  1.20  1.20  130 
2.80  1.90,  1.90  1.90 


1  Can  be  done  by  laborers — figuring  cost  at  laborers'  wages. 
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table  166]  ERECTING  WALL  FORMS 
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c* 
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mln. 
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mln. 

mln. 

mln. 

mln. 

«.  o  /  Curtain  Wall  Forms  Below  Windows, 
iype  *  \  3  Feet  High  X  12  Feet  Long. 


(See  fig.  69,  p.  519.) 


(4) 
(5) 
(ft) 

(7) 
(8) 
(9) 

(10) 
(11) 

(12) 
(13) 


Carry  section  50  feet1 

Hoist  section  to  floors  above* 

Slide  section  on  floor  100  ft.  and  return 
for  next1 

Pick  out  section  and  slide  out  of  window1 
Place  exterior  side  of  section  and  hold. 
Place  interior  side  of  section  and  hold 

Carry  spreaders  50  feet1 

Hoist  spreaders  to  floor  above1 

Carry  bolts  50  feet1 

Hoist  bolts  to  floor  above 

Place  bolts,  spreaders,  blocks,  washers 

and  nuts1 

OH  forms1 

Remove  bolts  complete1 


Section 
Section 


Section 


Section 


Section 
Section 


Section 


Section 
Section 


Section 


Section 
Section 


Section 

Section 

Bolt. 

Bolt. 

Bolt. 

Section 

Bolt. 


(see 
(see 

5.00 

1.10 
4.70 
1.33 

0.S0 
0.20 
0.15 

0.10 

4.20 
1.80 
2.80 


table 
table 

ft.  50 

1.50 
4.70 
1.53 

0.30 
0.20 
0.15 

0.10 

4.20 
1.80 
2 


156 
155p. 


p.  655) 
648) 


8.00  3.34 


2.00 
4.70 
1.74 

0.30 
0.20 
0.15 

0.10 

4.20 
1.80 
2.80 


0.73 
3.10 
0.89 

0.20 
0.13 
0.10 

0.07 

2 

1.20 

1.90 


4.30 

1.00 
3.10 
1.02 

0.20 
0.13 
0.10 

0.07 

2 

1.20 

1.00 


5.30 

1.33 
3.10 
1.16 

0.20 
0.13 
0.10 

0^07 

2.80 
1.20 
1.90 


All  labor  involving  carrying  and  hoisting  should  be  performed  by  laborers 
and  figured  .at  laborers'  wages  instead  of  carpenters'. 
1  Can  be  done  by  laborers — figuring  cost  at  laborers'  wages. 
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CHAPTER  XXIII 

ESTIMATES  FOR  REINFORCED   CONCRETE  CON- 
STRUCTION 

In  making  an  estimate  for  a  reinforced  concrete  structure — and  the 
same  rule  applies  to  all  kinds  of  structures — the  unit  quantities  should 
be  taken  off  and  entered  in  a  systematic  manner.  If  the  unit  costs 
of  materials  and  labor  are  known,  the  various  items  then  may  be 
carried  out  and  summarized. 

The  various  tables  in  this  book  give  quantities  and  average  labor 
costs  in  such  a  way  that  they  can  be  used  directly  for  an  estimate.  To 
conveniently  tabulate  these  for  an  estimate,  a  form  is  shown  at  the 
end  of  this  chapter,  pages  693  and  695,  and  an  example  is  given 
illustrating  its  use  in  practice. 

ACCURACY  OF  ESTIMATES 

Most  jobs  of  engineering  construction  are  made  up  of  definite  and 
distinct  items  that  can  be  summarized  by  multiplying  the  quantity 
of  each  by  its  unit  price.  For  example,  in  the  estimate  for  a  dam  the 
items  of  earth  excavation,  rock  excavation,  masonry,  fill,  riprap, 
and  so  on,  are  either  distinct  in  themselves  or  are  divided  into  dis- 
tinct classes.  The  price  for  each  division  can  be  computed  by  multi- 
plying the  quantity  of  each  by  the  unit  price. 

Even  in  building  construction  of  wood  or  brick  or  steel,  the  plans 
show  the  complete  design  so  that  the  quantities  may  be  taken  off 
exactly  and  the  labor  costs  estimated  in  terms  of  each  unit. 

Concrete  building  construction  and,  in  fact,  all  types  of  reinforced 
concrete  construction  are  difficult  to  estimate.  In  the  first  place,  the 
plans,  as  usually  provided,  furnish  only  the  drawings  of  the  finished 
construction,  sometimes  even  omitting  the  details  of  reinforcement 
and  scarcely  ever  indicating  the  design  of  the  forms.  In  the  second 
place,  the  variation  in  cost  of  similar  items,  such  as  the  forms  for  differ- 
ent structures  or  even  for  different  parts  of  the  same  structure,  is 
30  great  as  to  cause  in  some  cases  errors  as  large  as  25%  in  the  total 
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estimate.  The  ordinary  contractor  and,  in  fact,  many  architects 
and  engineers,  are  so  accustomed  to  routine  methods  of  estimating 
that  the  subdivision  and  classification  necessary  for  approximating 
the  actual  cost  in  reinforced  concrete  construction  is  not  understood 
or  appreciated. 

Form  construction  is  the  most  costly  item  of  labor  in  reinforced 
concrete  work,  and  the  greatest  variations  occur  in  this  branch  of  the 
work. 

In  suggesting  more  accurate  methods  of  estimating,  it  is  realized 
that  certain  features  of  cost  are  impossible  to  accurately  foretell.  For 
example,  a  particular  job  may  have  a  high  labor  cost  because  of  the 
delay  in  obtaining  material  or  because  of  labor  conditions;  in  cities, 
politics  may  introduce  an  element  of  uncertainty.  In  other  cases,  the 
inability  to  obtain  permits  or  locations  for  the  storage  of  material 
may  increase  the  cost.  Notwithstanding,  however,  such  indetermin- 
ate factors  as  these,  which,  with  any  method  of  estimating,  the  con- 
tractor must  trust  more  or  less  to  chance,  there  is  no  reason  why  the 
estimate  itself  should  not  be  carefully  worked  out.  On  the  other 
hand,  where  certain  features  are  indeterminate,  there  is  all  the  greater " 
need  for  accuracy  in  the  rest  of  the  estimate.  As  a  matter  of  fact, 
such  variations  are  no  greater  than  are  liable  to  occur  in  the  estimate 
of  cost  of  materials,  yet  no  one  thinks  of  making  a  lump  guess  at 
material  costs. 

NECESSITY  OF  SEPARATING  ITEMS 

Any  one  who  attempts  to  figure  the  cost  of  a  reinforced  concrete 
building  by  multiplying  the  number  of  cubic  yards  of  concrete  by  a 
unit  price  per  cubic  yard  for  materials  and  by  another  unit  price  per 
cubic  yard  for  labor,  will  certainly  find  himself  badly  in  error  unless 
the  figures  he  uses  happen  to  be  based  upon  another  structure  prac- 
tically identical  in  design  and  size  with  that  under  consideration. 

The  quantities  of  materials  for  the  concrete  are  readily  obtained 
after  computing  the  number  of  cubic  feet  or  cubic  yards  of  solid  struc- 
ture. The  cost  per  cubic  yard  of  labor  laying  concrete  can  be  esti- 
mated with  comparative  accuracy  on  the  basis  of  previous  work 
performed.  The  cost  of  forms,  however,  is  an  item  that  cannot  be 
handled  correctly  in  this  simple  fashion.  During  the  first  few  years 
of  reinforced  concrete  development,  even  the  most  experienced  and 
careful  contractors  made   the  mistake   of  figuring  with   too  little 
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separation  of  units  and  they  were  at  a  loss  to  know  why  their  contract 
costs  were  so  far  from  their  bids.  This  rough  method  of  estimating 
was  followed  by  many  even  after  they  possessed  enough  data  to  esti- 
mate more  exactly  and  with  scarcely  any  more  trouble. 

A  mistake  frequently  made  in  estimating  forms  is  to  adopt  unit 
prices  for  labor  and  material  and  use  these  without  regard  to  the  design 
of  the  building  or  to  the  number  of  times  the  lumber  is  used.  When 
computed  thus,  in  unit  costs  per  cubic  yard  or  even  in  costs  per  square 
foot  of  surface  area,  a  contractor  may  find  that  the  forms  on  a  cer- 
tain building  cost  50%  to  100%  more  per  cubic  yard  of  concrete  or 
per  square  foot  of  surface  than  in  another  case.  Frequently  this 
difference  may  be  due  simply  to  the  design  of  the  two  structures, 
to  the  number  of  times  the  forms  can  be  used,  or  to  the  unsymmetri- 
cal  layout  which  necessitates  a  large  cost  in  remaking. 

Effect  of  Design  on  Cost.  The  following  factors  will  affect  the  cost 
of  form  construction  and  to  a  lesser  degree  the  cost  of  the  concrete 
itself.  Various  other  minor  points  are  discussed  in  connection  with 
form  construction  on  page  475. 

Number  of  Stories  in  Building.  The  more  stories  in  a  building, 
the  less  is  the  cost  of  form  lumber  per  square  foot  of  total  surface 
or  per  cubic  yard  of  concrete  because  the  forms  are  used  a  greater 
number  of  times. 

Floor  Area.  A  small  floor  area  gives  a  more  expensive  building  per 
unit  of  horizontal  surface  than  a  large  area.  When  the  surface  of  a 
floor  is  large,  (1)  the  carpenters  work  to  better  advantage,  (2)  the  same 
forms  can  be  used  in  different  portions  of  the  floor,  and  (3)  there  is  a 
smaller  proportion  of  the  more  expensive  exterior  work. 

Cubical  Contents.  Plant  costs  and  overhead  charges  may  be 
nearly  the  same  for  a  small  as  for  a  large  building,  with  a  consequently 
greater  cost  per  unit  of  volume.  More  forms  in  proportion  are  needed 
for  the  small  building. 

Length  of  Exterior  Circumference.  A  long  narrow  building  is 
more  expensive  than  one  of  the  same  area  more  nearly  square.  Its 
greater  circumference  gives  more  curtain  walls  and  windows  and 
more  expensive  form  construction. 

Floor  Loads.  A  heavy  floor  load  requires  larger  beams  and  columns 
and  more  form  surface. 

Floor  Designs.  Form  construction  where  beams  are  closely  spaced 
is  more  expensive  than  when  they  are  further  apart,  although  the 
difference  is  less  than  would  be  expected  because  large  beams  require 
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more  lumber  for  supports  and  also  more  labor  in  erecting.  Flat 
slabs  with  no  beams  at  all  give  the  cheapest  type  of  floor  form  con- 
struction, although  the  reduction  in  cost  is  partially  balanced  by  the 
expense  of  enlarging  the  heads  of  the  columns. 

Symmetry.  A  change  in  size  of  members  from  story  to  story 
through  different  floor  loadings  or  different  total  loads  greatly  in- 
creases the  cost  of  form  construction.  Unsymmetrical  design  in  any 
one  part  of  the  building,  if  carried  up  from  story  to  story,  has  less 
effect  on  the  cost  than  when  changes  are  made  in  the  different  stories, 
except  as  it  increases  the  cost  of  the  first  layout  for  the  carpenters. 

DIFFERENT  METHODS  OF  ESTIMATING  IN  PRACTICE 

Ordinary  methods  of  estimation  adapted  to  certain  conditions  are 
as  follows: 

(1)  Estimating  by  cubic  contents  of  building. 

(2)  Estimating  by  square  foot  of  floor  area. 

(3)  Estimating  by  solid  volume  of  concrete. 

(4)  Estimating  by  area  of  surface  in  contact. 

(5)  Estimating  by  member. 

The  last  method,  estimating  by  member,  is  the  simplest  accurate 
way  of  estimating  costs  of  reinforced  concrete  building  construction, 
provided  tables  are  at  hand  to  assist  in  computation.  The  quantities 
are  taken  off  member  by  member,  obtaining  both  the  amount  of 
material  and  the  labor  costs  per  member  directly  from  the  tables  in 
this  book  as  outlined  on  a  following  page. 

All  of  the  methods  are  worthy  of  brief  consideration. 

Estimating  by  Cubic  Contents  of  Building.  A  rough  idea  of  the 
construction  cost  of  buildings  may  be  obtained  by  figuring  their 
total  cubic  contents  from  basement  to  roof,  as  given  on  page  51. 
When  selecting  a  unit  price  per  cubic  foot,  allowances  must  be  made 
for  the  design,  as  indicated  in  preceding  pages,  and  for  the  character 
of  finish.  Notice  especially  whether  the  unit  price  is  to  include  com- 
plete finish  or  only  structural  features.  This  method  of  estimating 
is  not  exact  enough  to  form  a  basis  for  a  contractor's  bid.  A  table  of 
approximate  costs  per  cubic  foot  is  given  on  page  51. 

Estimating  by  Square  Foot  of  Floor  Area.  Estimates  based  on  the 
total  floor  area  in  a  building  are  liable  to  the  same  inaccuracies 
noted  in  the  cubic  foot  method.  They  are  not  subject  to  the  error 
caused  by  variation  in  story  heights.  Curves  and  tables  of  approxi- 
mate costs  per  square  foot  are  given  in  Chapter  ^I^.b  ( 
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Estimating  by  Solid  Volume  of  Concrete.  For  the  concrete  itself, 
both  for  labor  and  materials,  the  quantity  method  is  the  most  accurate 
method  of  estimating.  A  rough  idea  can  be  obtained  of  the  quantity 
and  cost  of  the  steel  by  assuming  a  certain  percentage  of  the  volume. 

The  volume  method  is  inaccurate  for  the  estimation  of  the  most 
costly  part  of  reinforced  concrete  work,  namely,  the  forms.  For 
example,  the  total  cost  of  concrete  forms  for  the  two*  sides  of  a  con- 
tinuous wall  8  feet  thick  will  be  substantially  the  same  as  for  a  wall 
2  feet  thick.  On  the  other  hand,  if  expressed  in  terms  pf  per  cubic 
yard  of  concrete,  the  cost  of  forms  for  the  8-foot  wall  will  be  only  one- 
fourth  the  cost  for  the  2-foot  wall.  This  is  so  great  a  discrepancy, 
and  it  is  not  an  unusual  one  in  large  work,  that  the  error  would  seem 
obvious  and  yet  many  engineers  and  contractors  will  make  their 
records  and  actually  figure  the  costs  of  form  construction  on  such 
work  in  terms  of  per  cubic  yard  of  concrete. 

In  building  construction  the  error  is  somewhat  less  because  there 
is  less  difference  between  volume  and  surface  measurement.  Even 
here,  however,  the  estimating  of  forms  by  the  volume  of  the  concrete 
is  too  inaccurate  to  be  used.  Take,  for  example,  a  column  24  inches 
square  by  10  feet  high.  This  will  contain  40  cubic  feet,  while  another 
column  18  inches  square  and  the  same  height  will  contain  only  22£ 
cubic  feet  or  but  slightly  more  than  one-half.  Although  the  volume 
of  the  24-inch  column  is  nearly  80%  greater  than  the  other,  the  cost 
of  making  forms  for  the  24-inch  column  will  be  only  17%  greater 
than  for  the  18-inch,  thus  giving  an  error  of  63%  in  labor  cost  if  the 
forms  for  the  24-inch  column  are  figured  by  the  cubic  yard  on  the 
same  basis  as  the  18-inch  column  cost.  Similarly,  an  8-inch  slab 
will  have  double  the  quantity  of  concrete  of  a  4-inch  slab,  but  the 
forms  will  cost  but  slightly  more  for  the  thicker  than  for  the  thinner 
slab.  The  volume  method  of  figuring  forms  also  takes  no  account  of 
the  number  of  times  the  forms  are  used. 

The  cost  of  the  steel  is  figured  by  weight,  and  labor  of  bending  and 
placing  also  can  be  estimated  quite  accurately  by  weight. 

Estimating  by  Area  of  Surface  in  Contact.  Estimating  forms  by 
actual  surface  area  is  more  exact  than  any  of  the  methods  just 
described,  especially  if  it  separates  the  different  kinds  of  members, 
using,  for  instance,  a  unit  price  for  slabs,  another  price  for  columns, 
and  still  another  for  walls.  It  is  inaccurate,  however,  because  of  the 
fact  that  the  cost  of  a  form  does  not  vary  directly  with  the  size  of 
the  member.     For  example,  referring  to  the  relative  costs  of  the  18- 
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and  24-inch  column  forms  mentioned  in  a  previous  paragraph,  while 
the  cost  of  form  labor  making  a  24-inch  column  is  only  17%  greater 
than  for  an  18-inch  column  form  of  the  same  length,  the  surface  of 
the  24-inch  column  is  33$%  greater  than  the  18-inch,  so  that  there 
is  an  error  of  16$%  by  surface  figuring. 

For  the  form  lumber,  the  area  of  contact  surface  is  sufficiently 
accurate  for  practical  purposes. 

With  surface  measurements,  however,  account  must  be  taken  of  the 
number  of  times  the  forms  are  used.  The  cost  of  the  lumber  for 
any  structure  is  based  on  the  surface  requiring  new  forms.  The 
cost  of  form  labor  per  square  foot  depends  not  only  upon  the  design, 
but,  even  to  a  greater  extent,  upon  the  number  of  times  the  forms 
are  used  or  are  remade. 

Estimating  by  Member.  All  the  methods  of  estimating  just  de- 
scribed have  intrinsic  errors  either  in  the  computation  of  materials 
or  labor.  In  view  of  these  inaccuracies,  and  especially  in  view  of 
the  difficulty  and  trouble  in  correcting  for  the  variable  conditions 
on  any  one  job,  the  authors  have  rejected  for  accurate  estimating  all  of 
these,  and  have  selected  the  method  of  estimating  by  member.  With 
the  aid  of  the  tables  of  concrete  quantities  in  this  book,  it  is  possible  to 
take  off  quickly  the  quantities  in  terms  of  each  member  and  add  them 
together  to  obtain  the  total  concrete.  The  costs  are  found  from 
other  tables  in  terms  of  each  member,  and  the  steel  from  still  other 
tables. 

The  general  scheme  of  the  method  of  estimating  is  clearly  indicated 
in  the  forms  on  pages  693  and  695,  where  an  actual  case  is  par- 
tially worked  out  for  illustration. 

To  use  this  method  and  figure  the  quantities  and  costs  in  the  quick- 
est possible  manner  and  with  an  accuracy  sufficient  for  almost  any 
purpose  for  which  an  estimate  is  to  be  used,  the  following  sets  of 
tables  have  been  provided. 

(1)  Form  for  general  estimating  (pp.  693  and  695). 

(2)  Tables  of  volumes  of  concrete  (pp.  526  to  533). 

(3)  Tables  of  cost  of  concrete  per  cubic  yard  (pp.  165  to  172, 
pp.  312  to  317  and  pp.  438  to  443). 

(4)  Tables  of  weights  of  steel  in  different  combinations  of  sizes, 
spacings   and  lengths  (see  pp.  536  to  561). 

(5)  Tables  of  cost  of  bending  and  placing  steel  (pp.  570  to  599 
and  p.  605). 


Digitized 


byGoogk 


684  CONCRETE  COSTS 

(6)  Tables  of  quantities  of  form  lumber  in  feet  board  measure 
for  members  of  different  dimensions  (pp.  617  to  620). 

(7)  Tables  of  cost  of  making,  erecting,  and  removing  forms,  for 
different  sized  members  (pp.  630  to  647). 

(8)  Tables  of  approximate  costs  of  special  features  which  ordin- 
arily do  not  require  analysis  (p.  10). 

(9)  Tables  of  approximate  costs  of  machinery  (pp.  371  to  375). 
(10)    Tables  and  curves  of  approximate  costs  by  floor  area  and  by 

volume  for  checking  totals  (p.  51). 

By  the  method  illustrated  in  detail  in  the  pages  that  follow  and  with 
the  aid  of  the  tables,  a  man  can  take  off  the  quantities  from  the  plans 
and  compute  accurately  the  costs  for  a  building,  say,  of  6  stories 
high  and  20,000  square  feet  of  floor  area,  in  a  time  ranging  from  3 
to  12  hours.  This  time  of  estimating  varies  with  the  symmetry  of 
design,  i.  e.,  whether  the  same  size  members  are  repeated  over  and 
over  again  or  whether  there  is  a  large  variety  in  spans  and  loading. 
This  method,  properly  followed  out,  will  produce  an  accurate  esti- 
mate, exact  enough  for  the  engineeer  or  architect  to  obtain  a  very 
close  figure,  or  for  the  contractor  to  make  up  a  bid. 

DISTRIBUTION  OF  PLANT  COSTS  AND    MISCELLANEOUS 

EXPENSES 

Certain  items  of  cost  in  construction  do  not  vary  proportionally 
with  the  output.  A  part  of  the  cost  of  the  plant  that  is  practically 
useless  after  completion,  and  the  cost  of  plant  installation,  must  be 
charged  to  each  job.  For  machinery  and  apparatus  that  can  be  used 
again,  a  large  depreciation,  in  most  cases  as  high  as  25%  per  year, 
should  be  charged  off  to  the  job.  Sometimes  these  items  are  charged 
as  a  lump  sum  and  sometimes  charged  at  a  unit  price  per  cubic  yard. 

The  cost  of  the  foremen  is  generally  included  in  the  daily  pay  roll, 
and  is  always  included  in  the  costs  in  this  book.  The  foremen's  labor 
may  or  may  not  be  considered  in  the  times,  according  to  the  conditions. 

The  cost  of  general  superintendence,  time  keepers,  and  clerks,  may 
depend  upon  the  length  of  the  job  as  well  as  upon  its  size,  and  there- 
fore may  be  figured  either  as  a  lump  sum  for  the  job  or  as  a  part  of  the 
unit  cost  of  labor.  For  convenience  in  estimating,  we  have  included 
them  in  our  cost  tables  but  not  in  the  times  (see  p.  625). 

Liability  insurance  is  necessary  in  many  classes  of  construction  and 
is  properly  a  percentage  of  the  pay  roll.  In  our  tables  it  is  included 
in  the  costs  but  not  in  the  times  (see  p.  625). 
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The  traveling  expenses  vary  with  the  locality  of  the  job.  If  the 
work  is  located  in  the  same  town  as  the  office  of  the  contractor  or 
builder,  the  traveling  expenses  may  be  practically  zero;  if  at  a  distance 
from  the  home  office,  there  will  be  the  expense  of  trips  of  inspection 
to  the  work,  and  in  some  cases  also  the  traveling  expenses,  and  perhaps 
the  board,  of  a  number  of  skilled  workmen.  This  item  must  be 
worked  out  for  any  particular  job.  Since  no  approximation  can  be 
made  which  will  be  of  general  accuracy,  the  item  of  traveling  expenses 
is  not  included  in  the  costs  in  this  volume. 

Home  office  expense  and  profits,  which  also  are  not  included, 
are  discussed  below. 

Contingencies  must  always  be  allowed  for.  These  may  be  in  the 
nature  of  unforeseen  conditions,  such  as  bad  weather  or  slow  delivery 
of  materials  or  labor  troubles,  or  they  may  include  small  items  which 
have  been  neglected  in  making  up  the  estimates  or  which  come  up 
after  the  work  is  undertaken  and  yet  cannot  be  charged  as  extras. 

All  these  items  of  cost  except,  as  stated,  traveling  expenses,  home 
office  expense,  and  profit,  have  been  included  in  the  unit  costs  given 
in  the  various  tables.  This  method  of  estimating  is  in  line  with  that 
adopted  by  engineers  and  architects,  and  is  followed  also  by  many 
first-class  contractors,  so  as  to  be  sure  to  avoid  the  error  of  omitting 
some  of  the  items,  and  also  for  better  comparing  the  daily  cost  records 
with  the  original  bids.  The  allowances  which  the  authors  have  fixed 
upon  for  each  division  of  the  work  are  taken  up  in  each  chapter  in 
connection  with  the  discussion  of  the  various  tables. 

For  those  who  prefer  to  figure  each  of  these  miscellaneous  ex- 
penses separately  and  consider  them  as  one  lump  sum,  which  is 
perhaps  the  most  accurate  plan,  the  "time"  values  given  in  the 
tables  may  be  selected  and  combined  as  described  on  page  649. 

Home  Office  Expense  and  Profit.  No  allowances  have  been  made  in 
the  costs  either  for  the  expenses  of  the  home  office  of  the  contractor 
or  builder,  or  for  profit.  Our  costs  do  include  all  the  job  charges, 
such  as  superintendence,  time  keepers,  etc.,  but  the  expense  of  mak- 
ing up  estimates,  drafting,  central  office  rent,  etc.,  vary  with  the 
contractor's  or  builder's  organization,  and  also,  rather  curiously,  are 
interdependent  with  the  profit. 

If  the  business  of  the  contractor  is  in  the  form  of  a  corporation 
where  all  of  the  officials  who  are  directly  connected  with  the  con- 
struction are  paid  definite  salaries,  the  overhead  charges  and  profit 
are  two  distinct  items  which  bear  no  relation  to  each  other.     On  the 
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other  hand,  if,  as  is  frequently  the  case,  the  contractor  or  owner  of 
the  business  devotes  his  time  to  the  various  jobs,  and  the  amount  of 
time  which  he  gives  to  each  depends  upon  the  number  of  jobs,  which  he 
has  on  hand,  the  fixed  charges  and  the  profit  are  interdependent. 
To  illustrate,  a  contractor  frequently  makes  the  statement  that  when 
he  began  contracting  and  had  only  one  job  on  hand  he  used  to  make, 
say,  10%  clear  profit  or  even  more,  but  with  his  larger  offices  and  more 
work  on  hand,  the  percentage  is  only  a  small  fraction  of  this.  Now, 
as  a  matter  of  fact,  this  is  a  reasonable  condition.  If  he  makes  no 
charge  for  his  own  time,  the  larger  percentages  really  include  remun- 
eration for  his  own  time  in  superintendence,  whereas,  when  he  has 
many  jobs,  he  has  to  hire  men  to  take  his  place  and  his  time  is  dis- 
tributed over  a  larger  territory,  so  that  the  percentage  he  receives 
for  his  services  will  be  less  upon  each,  although  it  should  of  course 
aggregate  much  more  as  a  total.  Besides  this,  when  personally  super- 
intending the  work,  his  own  services  are  presumably  so  much  more 
efficient  than  those  of  anyone  whom  he  can  hire  that  the  profit  is 
naturally   greater. 

A  small  contractor  must  be  sure  to  take  these  facts  into  considera- 
tion when  he  makes  up  his  bid,  that  is,  he  must  include  the  value  of 
his  own  time  when  determining  the  amount  of  profit  which  he 
should  receive. 

MISCELLANEOUS  ITEMS   INCIDENTAL  TO   BUILDING 
CONSTRUCTION 

It  is  impossible,  without  extending  this  volume  into  several  books, 
to  analyze  all  of  the  auxiliary  operations  relating  to  concrete  con- 
struction. However  in  Chapter  II,  pages  16  to  31,  are  given  ap- 
proximate costs  of  many  of  the  items  that  a  contractor  has  to  include. 
Some  of  these  are  also  listed  in  the  estimates  of  a  typical  building  on 
page  42. 

MAKING  AN  ESTIMATE 

On  folding  pages,  693  and  695,  is  a  form  of  estimate  blank  with  a 
partial  estimate  figured  out  to  illustrate  its  use  in  practice.  The  plan, 
in  general,  as  has  been  stated,  is  to  figure  both  labor  and  material  in 
terms  of  per  member.  Without  tables  such  as  are  given  in  this  book, 
this  method  would  be  impracticable,  but  with  the  tables  it  is  the 
simplest  possible  way  of  making  up  a  careful  estimate,  and  reduces  the 
labor  ot  figuring  a  large  reinforced  concrete  building  to  a  few  hours'  time. 
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To  make  an  estimate,  schedule,  in  the  first  three  columns  of  the 
estimate  sheet,  the  dimensions  and  number  of  members  from  the 
drawings  of  the  structure;  find  from  the  tables  designated  at  the  top 
of  the  estimate  sheet  the  quantities  of  material  required  for  these 
members  and  enter  in  the  Material  column;  find  from  other  tables  the 
cost  of  the  labor  and  enter  in  the  Labor  column;  figure  cost  of  mate- 
rials from  the  quantities;  collect  and  add  together  the  totals. 

The  estimate  of  the  volume  of  concrete  may  be  used  for  figuring  the 
bill  of  materials  for  the  cement  and  aggregates.  For  the  steel  and  the 
form  lumber,  more  detail  schedules  are  needed  than  can  be  made  up 
with  the  original  estimate,  but  the  totals  in  the  estimate  are  useful 
for  comparison  with  the  totals  in  the  bills  of  materials  that  are  pre- 
pared after  the  contract  is  let.  The  process  of  estimating  for  each  kind 
of  material  is  described  more  at  length  in  the  following  paragraphs. 

CONCRETE  ESTIMATE 

(1)  Schedule,  in  the  first  three  columns  of  the  estimate  sheet,  the 
dimensions  and  number  of  members  in  the  structure.  For  slabs  and 
walls  enter  areas  and  thicknesses. 

(2)  Separate  into  groups  the  members  to  be  built  with  the  same  pro- 
portions of  concrete.  Also,  group  the  members  having  the  same 
labor  cost  per  unit  of  volume. 

(3)  Find  volume  of  concrete  per  member  in  columns,  beams,  gird- 
ers, slabs,  and  walls,  directly  from  tables,  pages  526  to  533,  and  enter 
in  Material  columns. 

(4)  Figure  volumes  of  footings,  masses,  and  irregular  members  in 
the  ordinary  manner  in  cubic  feet,  and  enter  the  volumes  under 
"Material." 

(5)  Multiply  each  of  these  volumes  by  the  number  of  members, 
entering  the  total  number  of  cubic  feet  in  the  Material  Total  column.  • 

(6)  Add  together  the  quantities  in  each  group  having  similar  pro- 
portions of  concrete  and  similar  unit  labor  costs. 

(7)  Convert  the  sums  of  the  volumes  to  cubic  yards  by  dividing  by 
27. 

(§)  After  determining  the  unit  prices  of  the  cement  and  aggregate 
delivered  on  the  job,  find  the  cost  per  cubic  yard  of  the  materials  in 
each  group  from  tables,  pages  165  to  172.  Multiply  the  volumes  in 
paragraph  (7)  by  these  costs. 

(9)  Select  from  tables,  pages  438  to  443,  the  cost  of  labor  per  cubic 
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yard,  or  else  select  a  unit  cost  from  private  personal  records  on  pre- 
vious jobs  carried  on  under  similar  conditions  and  management,  and 
multiply  the  quantities  obtained  from  paragraph  (7)  by  this  cost. 

(10)  Tabulate  the  various  costs  thus  found  for  concrete  materials 
and  labor  at  the  foot  of  the  sheet  or  else  on  an  independent  sheet. 

(11)  Correct  the  total  labor  cost,  to  provide  for  the  difference 
between  the  wage  rate  of  the  table  and  the  average  rate  to  be  paid  the 
concrete  men  on  the  job. 

(12)  Do  not  add  to  this  sum  any  percentages  for  waste  or  con- 
tingencies. The  volumes  in  the  concrete  tables  allow  for  waste  and 
excess  measurement  and  the  labor  costs  allow  for  contingencies  and 
overhead  charges  at  the  job. 

(13)  To  the  final  total  add  a  percentage  or  a  lump  sum  for  home 
office  expense  and  profit. 

(14)  Do  not  omit,  in  making  up  the  schedule,  the  surface  finish,  the 
stairs,  and  other  incidental  quantities.  For  costs  of  miscellaneous 
details,  reference  may  be  made  to  Chapter  I. 

NOTE:  In  making  an  estimate  it  is  not  necessary  to  go  into  great 
refinement  in  quantities.  For  example,  in  columns,  beams,  and 
girders,  it  is  usually  exact  enough  to  take  the  volume  of  each  member 
in  even  feet.  Footings  of  different  sizes,  if  small  in  volume  compared 
with  the  total  amount  of  concrete,  frequently  may  be  taken  at  an 
estimated  average  volume. 

STEEL  ESTIMATE 

(1)  Schedule,  in  the  first  columns  of  estimate  sheet,  for  ordinary 
members,  such  as  columns,  beams,  and  girders,  merely  the  number 
and  size  of  bars,  length  of  member  (not  length  of  bars  since  the  tables 
allow  for  lap),  and  the  number  of  members.  For  slabs  and  walls, 
record  the  areas  of  surfaces  and  the  size  and  spacing  of  bars. 

(2)  For  steel  in  special  construction  not  included  in  paragraph  (1), 
enter  the  size,  total  length  and  number  of  bars. 

(3)  For  steel  in  columns,  girders,  beams,  slabs,  and  walls,  take  the 
weights  directly  from  tables,  pages  554  to  561,  and  enter  these  weights 
in  the  Material   columns. 

(4)  For  special  steel  referred  to  in  paragraph  (2),  figure  weights 
directly  from  table,  page  537. 

(5)  Find  cost  of  labor  per  member  for  handling  and  placing  steel  in 
columns,  beams,  girders,  slabs,  and  walls,  from  tables,  pages  570  to  599. 
Use  either  30j£  or  10j£  values,  correcting  as  noted  in  paragraph  (7). 
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(5a)  An  alternate  method  for  figuring  costs  of  labor  on  steel  is  to 
take  the  total  weight  from  the  Material  columns  and  multiply  it  by 
an  average  price  per  pound,  selected  from  previous  knowledge  of 
labor  costs  on  jobs  of  similar  character. 

(6)  Multiply  the  sum  of  the  weights  of  steel  by  the  unit  costs 
of  the  material  delivered  on  the  job. 

(7)  Correct  the  total  labor  cost  to  provide  for  the  difference  between 
the  wage  rate  per  hour  in  the  table  and  the  average  wage  rate  to  be 
paid  the  steel  men  on  the  job. 

(8)  Do  not  add,  either  to  the  weight  of  steel  or  to  the  labor  cost,  any 
percentages  for  waste  or  contingencies.  The  weights  per  member 
allow  for  lap  and  the  labor  costs  allow  for  contingencies  and  over- 
head charges  at  the  job. 

(9)  To  the  final  total  add  a  percentage  or  a  lump  sum  for  home 
office  expense  and  profit. 

FORM  ESTIMATE— LUMBER  AND  LABOR  MAKING 

(1)  Schedule,  in  first  columns  of  estimate  sheet,  the  dimension, 
length,  and  number  of  all  the  members  for  which  new  forms  are  to  be 
made  and  only  these.  For  walls,  for  example,  enter  only  the  sur- 
faces where  the  forms  will  be  first  used. 

(2)  Take  the  quantities  of  lumber  required  for  columns,  beams, 
girders,  slabs,  and  walls,  from  tables,  pages  618  to  620,  and  enter  in 
Material  columns. 

(3)  Figure  lumber  required  for  other  parts  of  the  structure  in  usual 
way,  allowing  for  necessary  waste,  and  enter  in  Material  columns. 

(4)  Multiply  the  total  quantity  of  lumber  by  the  average  cost  per 
foot  board  measure  delivered  on  the  job.  If,  as  is  usual,  the  price 
varies  for  different  stock,  take  an  approximate  average  price. 

(5)  Find  labor  costs  of  Making  from  tables,  pages  630  to  648,  and 
enter  in  Labor  columns. 

(6)  Correct  sum  of  total  labor  costs  for  difference  between  wage 
rate  per  hour  in  the  tables  and  average  wage  rate  to  be  paid  the  car- 
penters on  the  job. 

(7)  If  the  values  in  tables  disagree  with  actual  detail  costs  on  pre- 
vious jobs  under  the  same  conditions  and  management,  correct  the 
labor  totals  by  a  ratio  based  on  this  difference. 

(8)  Do  not  add  either  to  quantity  of  lumber  obtained  from  the 
tables,  or  to  the  labor  cost,  any  percentages  for  waste  or  contin- 
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gencies.  The  quantities  allow  for  waste,  and  the  labor  costs  allow 
for  contingencies  and  overhead  charges  at  the  job.  Be  sure,  how- 
ever, to  include  all  items  for  which  lumber  is  required  and  provide  for 
staging,  hoists,  platforms,  runs,  ladders,  etc 

(9)  To  the  final  total  add  a  percentage  or  a  lump  sum  for  home 
office  expense  and  profit. 

FORM   ESTIMATE— ERECTION 

(1)  Schedule,  in  first  columns  of  estimate  sheet,  the  dimensions, 
length,  and  number  of  all  the  members  in  the  structure.  For  slabs 
and  walls  enter  the  surface  area.  Indicate  the  members  for  which 
forms  are  to  be  selected  only  once;  those  for  which  the  forms  can  be 
reset  without  remaking  and  those  Where  remaking  is  required. 

(2)  Take  the  cost  of  labor  erecting  forms  for  columns,  beams, 
girders,  slabs,  and  walls,  from  pages  630  to  648,  and  enter  in  Labor 
columns.  Select  the  values  from  the  proper  column  in  the  tables, 
depending  upon  whether  the  forms  are  erected  for  the  first  time, 
whether  they  are  erected  after  the  first  time  without  remaking,  or 
whether  they  are  remade  and  then  erected  after  the  first  time. 

(3)  Correct  sum  of  total  labor  costs  for  difference  between  rate  per 
hour  in  the  tables  and  average  wage  rate  to  be  paid  the  carpenters 
on  the  job. 

(4)  If  the  values  in  tables  disagree  with  actual  detail  costs  on  pre- 
vious jobs  under  the  same  conditions  and  management,  correct  the 
labor  totals  by  a  ratio  based  on  this  difference. 

(5)  Do  not  add  either  to  quantity  of  lumber  obtained  from  the 
tables,  or  to  the  labor  cost,  any  percentages  for  waste  or  contingen- 
cies. The  quantities  allow  for  waste  and  the  labor  costs  allow  for 
contingencies  and  overhead  charges  at  the  job. 

(6)  To  the  final  total  add  a  percentage  or  a  lump  sum  for  home 
office  expense  and  profit. 

(7)  In  the  Material  columns,  opposite  this  erection  schedule,  may 
be  entered,  if  desired,  the  surface  measurement  of  the  members  for 
purposes  of  checking. 

ESTIMATE  SHEETS 

The  specimen  sheets  on  folding  pages,  693  and  695,  are  reduced 
about  half  size.     For  convenience  in  figuring  and  also  in  filing,  they 
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may  be  made  in  practice  letter  size,  say,  8|  by  11  inches.  The  ruling 
shown  is  adapted  to  this  siz3.  The  narrow  vertical  columns  are  |  inch 
wide  on  the  regular  sheet.  The  width  of  the  other  vertical  columns 
may  be  obtained  by  measuring  the  specimen  sheet  and  multiplying 
by  2.  The  horizontal  ruling  may  be  6  lines  per  inch  or  4  lines  per 
inch.  For  general  clerical  use,  four  lines  are  preferable.  In  any  case, 
be  sure  that  every  third  horizontal  line  is  of  a  different  color  or  a  dif- 
ferent weight,  so  that  the  eye  will  readily  carry  across  the  sheet.  Satis- 
factory colors  for  horizontal  lines  are  green  with  every  third  line  orange. 

The  use  of  the  columns  is  shown  in  the  description,  just  given,  of 
the  method  of  making  the  estimate,  and  is  illustrated  more  clearly  on 
the  sheets  themselves,  where  the  practical  example  is  figured  out. 

In  order  to  find  quickly  the  tables  in  the  book  containing  the  varied 
information  on  quantities  and  costs,  the  page  numbers  of  these  tables 
are  printed  at  the  head  of  the  estimate  sheet. 

Another  form  for  an  estimate  blank  consists  of  a  sheet  similar  to 
that  shown  on  the  folding  pages,  except  that  several  sets  of  columns 
are  given,  instead  of  one  set  for  materials  and  one  for  labor.  The 
advantage  of  such  a  long  sheet  is  in  avoiding  separate  schedules  of  the 
members  for  the  different  materials.  The  objection  is  the  difficulty 
in  carrying  the  eye  across  the  sheet  with  the  greater  liability  of  making 
mistakes  on  this  account,  and  the  necessity  for  handling  the  same 
sheets  over  and  over  for  the  different  parts  of  the  structure. 

EXAMPLE    OF    ESTIMATE    FOR    REINFORCED     CONCRETE 

BUILDINGS 

A  partial  estimate  of  a  concrete  building  is  figured  on  folding 
pages  693  and  695:  In  order  to  make  the  illustration  as  clear  and 
simple  as  possible  only  some  of  the  principal  members  are  scheduled. 
The  estimate,  however,  is  complete  so  far  as  given,  including  mate- 
rials and  labor  for  concrete,  steel,  and  forms.  The  labor  on  concrete 
includes  wheeling  the  materials  50  feet  in  wheelbarrows,  mixing,  wheel- 
ing the  concrete  about  50  feet  in  wheelbarrows,  ar.d  then  dumping  to 
place.  The  labor  on  steel  includes  bending,  carrying,  placing,  and 
handling  the  steel.  The  labor  on  forms  includes  the  making  of  one 
set  of  forms  and  the  erecting,  removing  and  remaking  where  necessary. 
The  remaining  parts  of  the  structure  are  to  be  handled  in  the  same 
way.  The  methods  of  figuring  the  examples  are  described  on  pre- 
ceding   pages. 
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The  estimate  is  based  on  average  conditions  and  average  men  at 
work  by  the  day  not  on  scientifically  managed  work. 

When  each  item  is  checked,  enter  a  vertical  line  in  the  "  Check" 
column.  This  must  extend  from  line  to  line,  as  shown  in  the  example, 
so  that  when  the  entire  work  is  checked,  a  vertical  line  will  extend  from 
top  to  bottom  of  the  sheet.  This  avoids  the  chance  for  errors  that 
constantly  occur  with  the  ordinary  check  mark. 


Digitized 


byGoogk 


693 
695 


ESTIMATE  SHEET 

With  example  showing  use  of  tables  for  making  up 
an  estimate 


Digitized 


byGoogk 


Digitized 


byGoogk 


INDEX 


Absolute  volumes,  definition,  125 

in  mortar,  125 
Abutments,  cost  of,  2, 13 
Actual  times,  definition,  382 
Analysis,    mechanical.    See   Mechanical 


Analysis,  time-study,  steps  in,  78 

Arch,  Painesville,  Ohio,  365 

Arches,  cost  data  on,  2,  24-26 

Arch  centers.  References  to  literature,  463 
approximate  cost  of,  6 
cost  data  on,  25,  27 
labor  cost,  460 
design,  449,  463 
lumber  for,  cost  of,  460 
lumber,  curve  for  quantities,  461 
lumber  in,  examples,  459 

Arch  reinforcement,  labor  cost,  9 

Area  of  an  octagon,  528 

Areas  of  steel  bars,  537 

groups  of  round  bars,  538 
groups  of  square  bars,  539 

Ashokan  Reservoir,  357 

Assembling  forms,  479 

tables  for  timing  carpenters,  650-661 
unit  times  per  beam,  671-674 
unit  times  per  column,  668-670 
unit  times  per  girder,  671-674 

Average  man  vs.  quick  man,  287 

Baker,  Ira  0.,  450 

Barrel,  cement,  capacity,  133 

dimensions,  133 

volume,  133,  260 
Barrow.     See  Wheelbarrow 
Bars,  steel,  areas,  537 

areas  of  groups,  538,  539 

base  price,  536 

circumferences,    537 

selection  of  sizes  for  beam  reinforce- 
ment, 540-547 

selection  of  sizes  for  column  rein- 
forcement, 540-547 

selection  of  sizes  for  slab  reinforce- 
ment 548-553 

weights,  537,  600,  602 

weights,  table  of,  for  beam  reinforce- 
ment, 556,  558 

weights,  table  of,  for  column  rein- 
forcement, 554,  555 


Bars,  weights,  table  of,  for  slab  reinforce- 
ment, 561 

weights,  table  of,  for  wall  reinforce- 
ment, 560 
Base  price  of  steel  bars,  536 
Batch  mixer.    See  Mixer,  batch 
Beam,  definition,  498 
Beam  forms,  design,  498,  501 

clamping,  methods  of,  500 

cost  of,  6 

cost,  computing  for  special  case,  41 

cost  of  labor  per  square  foot  of  contact 
area, 7 

cost  of  labor  per  1000  feet  B.M.,  8 

costs  of  labor,  tables,  639, 641, 643 

erecting,  methods  of,  500 

for  fireproofing  I-beams,  506 

lumber  in,  examples,  616 

lumber  in,  table  of  quantities,  618, 
619 

supporting  posts  for,  502,  503 

times  of  labor,  tables,  638, 646 

timing  carpenters   on,   tables,  660, 
661 

unit  times  assembling,  tables,  671- 
674 

unit  times  making,  664-667 
Beam  pockets,  cutting,  506 
Beam  reinforcement,  566,  567 

alternative  selection  of  bars,  540-547 

labor  costs,  565,  573-595 

labor  times,  565,  572-594 

weights  of,  556,  558 
Beams,  steel,  fireproofing,  506 

concrete  volumes,  530-533 
Belt  conveyors,  cost,  373 

for  concrete,  337,  354 
Benches  for  form  making,  486 
Bending  steel,  examples,  568 

methods  and  tools,  562 

times  and  costs,  570-599 
Bergen  Hill  Tunnels,  mixer  plant,  345 
Bevel  strips  for  forms,  477 
Bilger,  H.  E.,  13 
Bins,  for  charging  mixer,  398 

for  stone  crushers,  192 
Boilers,  cost,  371 
Bonus  for  task-work,  80 
Boston  Finance  Commission,  262 
Box  culvert,  reinforcement,  labor  cost,  9 
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Breakwater,  Buffalo,  plant  for,  351 
Bricklaying,  knowledge  of  output,  57 

time-study  in,  55 
Brickwork,  cost  of,  12 
Bridge,  abutments,  cost,  13, 14 

arches,  cost  of  forms,  6 

cost  data  on,  24-26 

forms,  cost  data  on,  6,  25,  27 

laying  concrete,  cost  of,  4 

piers,  cost  of,  2 
Broken  stone.    See  also  Materials 

cost  by  weight  vs.  measure,  160, 173 

curves  of  crusher  sizes,  195 

data  on,  202,  208 

mechanical  analyses  of ,  194 

voids  in,  effect  on  volume  of  con- 
crete, 160 

weights,  loose  and  shaken,  202 
Brown,  W.  L.,  454 
Brushing  concrete  surface,  cost,  10 
^Building  costs,  2,  33 

computing  for  special  case,  40-43 

curves  for  approximating,  36,  45-50 

data  on,  16 

estimates,  comparison  of,  43 

in  terms  of  floor  area,  51 

in  terms  of  volume,  51 

laying  concrete,  4 

variables  affecting,  34,  43,  680 
Bucket  conveyors,  handling  materials,  395 
Bucket  hoists,  cost,  372 
Bucket,   transporting  concrete  by,   401 
Buffalo  Breakwater,  351,  353 
Burr,  William  H.,  453 
Bush-hammering,  cost  of,  10 

Cableways,  cost,  374 

for  concrete,  337,  347,  357 
Caldwell,  W.L.,  468 
Camber,  482 
Candlot,  E.,  114 
Carpenter,  good  vs.  poor,  481 
Carrying  lumber,  626 

laborers  vs.  carpenters,  650,  652 

table  of  loads,  655-657 
Carrying  steel,  567 

table  of  loads,  600 
Cars,  concrete,  334 

flat,  cost,  372 

for  mixing  plants,  368 

handling  concrete  by,  357, 407 

hauling  sand  and  stone,  389 

mixer  plant  on,  347 

steel  dump,  cost,  372 

unit  times  handling  concrete  in,  423 

unloading  time,  419 
Carson,  Howard  A.,  133 
Carts,  capacity,  234,  263 

changing  times,  table  of,  234 

concrete,  221 


Carts,  dumping,  table  of  times,  234 
handling  concrete,  403,  407 
hauling,  table  of  times,  237 
loading,  example  of,  236 
loads  for,  table  of,  260 
steel,  cost,  372 
time  formulas  for,  233 
wheeling   concrete,  unit  times,  423 

Cellar  wall  forms,  519 

Cement,  cost  per  cubic  yard  of  concrete, 
166-172 
effect  of  brand  on  impure  sand,  119 
examples  of  handling,  251 
handling,  259,  396 
hauling  in  wagons,  385 
paste,  weights  and  volumes,  table  of, 

260 
times  and  costs  handling,  tables  of, 

262,  316 
unit  costs  handling,  435 
unit  times  handling,  421,  435 
volumes  per  barrel,  132,  260 
weights  per  barrel,  132,  220,  259 
weights  and  volumes,  ratio  of,  134, 

259 
Centers.    See  also  Forms 

design  of,  449,  463 

lumber,  cost  for,46o 

lumber,  quantity  for,  459 

steel,  456-458 

tunnel,  452 
Chaffee,  Gen.  A.  R.,  224 
Charging  mixers,   395-398 

raw  materials,  329,  332 

unit  times,  421,  425-431 
Chicago  Drainage  Canal,  347 
Chutes,  concrete,  joints  for,  363 

handling  by,  360 
Cinders,  specific  gravity  of,  115 
Circumferences,  round  bars,  537 
City  work,  example  of,  224 

rate  of,  223 
Clamping  beam  forms,  method,  500 
Clamps  for  column  forms,  491-495 

table  of  spacing,  613-615 
Cleaning  forms,  483 
Coal,  cost  for  rock  excavation,  183,  208 

in  crushing  stone,  197,  212 
Column  forms,  design,  488 

cost  of,  6 

cost,  computing  for  special  case,  40 

cost  of  labor  by  contact  area,  7 

cost  of  labor  per  1000  feet  B.  M.,  8 

costs  of  labor,  tables,  631-637 

clamping  methods,  490 

clamps  for,  table  of  spacing,  613-615 

cleanout  holes,  490 

erection  methods,  490 

lumber  in,  table  of  quantities,  620 

sheathing  for,  widths,  489 
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Column  forms,  times  of  labor,  tables,  630- 
636 

types,  480-497 

unit  times  assembling,  668-670 

unit  times  making,  664-667 
Column  head,  forms,  489,  513,  516 
Column  reinforcement,  566,  567 

alternative  selection  of  square  and 
round  bars,  540-547 

labor  costs,  565,  570,  571 

labor  times,  565,  570,  571 

weights  of,  554,  555 
Columns,  spacing  of,  effect  on  cost,  44 
Completed  structures,  cost  of,  2 
Concrete.    See  also  article  in  question 

cost  per  cubic  yard,  389 

formulas  for  proportioning,  136 

materials.    See  Materials 

miscellaneous  data,  10,  220,  259 

rubble.    See  Rubble  concrete 

setting,  effect  of  weather  on,  473 

surfaces,  finishing,  labor  cost  on,  10 

volumes,  effect  of  water  on,  135 

volumes,  table  of,  132 

weights,  table  of,  132,  260 
Conduits.    References  to  design  of  cen- 
ters, 464 

cost  of,  2 

division  of  labor  operations,  61,  63 

laying  concrete,  cost,  4 

steel  forms,  cost,  6 
Conglomerate,  specific  gravity  of,  115, 
211 

volume,  211 

weight,  210,  211 
Construction,  determination  of  wages,  74 

functional  foreman  for,  85 

making  up  forms  in,  481 

mill-saw  for,  480 

notes,  478 

organization  in  form  building,  478 

scientific  management  on,  105 
Contractors'  estimates.    See  Estimates 
Conveying  concrete,  332 

by  barrow,  332 

by  belt,  337 

by  cableway,  337 

by  car,  334 

by  chute,  335 
Conveying  materials  to  mixer,  387 
Conveyor  belts.    See  Belt  conveyors 
Conveyors,  transporting  by,  395 
Core  walls,  cost  of,  2 
Corners,  steel,  cost  of,  1 1 
Cornice  forms,  521 
Corn  Products  Refinery  Co.,  buildings, 

354 
Costs.    See  also  article  in  question 
effect  of  quality  of  men  on,  70 
rate  fixing  from,  102 


Costs,  stating,  need  of  accuracy  in,  217 

tables  of,  example  on,  653 
Cost  keeping,  accuracy  needed,  61 

aim  and  value,  59 

apportioning  general  expense,  62 

data  needed,  63 

elements  to  be  recognized,  60 

example  of,  for  labor  operations,  6i 

purpose,  53 

subdivisions  in,  60,  63 

variations,  on  similar  jobs,  63 
Cost  studies,  application,  244 
Crandalling,  cost  of,  10 
Crushed  stone.     See  Broken  stone 
Crusher  dust,  use  in  concrete,  192 
Crusher  plant.  References,  215 

Ashokan  Reservoir,  357,  359 

large  vs.  small,  199 

test  runs  on,  in  Boston,  202 
Crushers,  gang  for,  198 

capacities,  214 

curves  of  sizes,  195 

in  series,  199 

jaw  vs.  gyratory,  191 

output,  188,  189,  193,  194 

types,  189 
Crushing  rock,  table  of  costs,  198,  212 
Crushing  stone.    See  Stone  crushing 
Culverts.    References  to  design  of  cen- 
ters, 464 

cost  data  on,  2,  24-26 

forms,  cost  data,  25,  27 

reinforcement,  labor  cost,  9 
Curbing,  cost  of,  2 

steel,  cost  of,  11 
Curves,  approximate  cost  of  buildings,  33, 
45-5o 

estimating  quantity  of  lumber   in 
arch  centering,  461 

quantities   of    materials    per    cubic 
yard  of  concrete,  146 

sizes  of  crushed  stone  produced  by 
crushers,  195 

Dams,  cost  data  on,  20-22 

cost  of  mass  concrete  for,  2 

cost  of  mixing  and  placing  concrete,  4 

forms  for,  446 

forms,  cost  data  on,  21,  23 
Dana  &  Gillette,  59 
Data,  cost,  on  concrete  structures,  16-30 
Davis,  Carl  R.,  180 
Decimal  watch  for  time-study,  89,  96 
Definition,  actual  times,  382 

differential  piece  rates,  86 

piece-work,  86 

task- work,  86 

time-study,  58 

unit  times,  58 

net  times,  382 
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Deflection  of  forms,  allowance  for,  482 
Delays,  allowance  for,  227 
Density  of  concrete  or  mortar,  125 
Depreciation,  on  crusher,  197,  212 

on  concrete  mixer,  340 

on  rock  excavation,  184,  208 
Derricks,  cost  of,  375 

for  mixer  plant,  351 

handling  concrete  by,  357,  392,  394 

handling  materials,  unit  times,  420 
Designing  forms.    See  Form  designing 

References  to  literature,  524 
Dinkey  engine,  costs,  371 
Discharging  mixer,  399,  400, 404 

table  of  times,  425-431 

unit  times,  422 
Doors,  cost  of,  for  buildings,  37 
Douglas,  W.  J.,  450 
Dredge,  handling  materials,  395 
Drill  output  for  different  rock,  176,  210 
Drilling,  by  machine  drills,  176 

piece-work  vs.  day  labor,  180 

spacing  of  holes  for  different  rock, 
table  of,  210 

task- work  in,  178 
Drills,  size  of,  176 
Dump  cars,  steel,  cost,  372. 
Dumping,  carts,  formulas  for,  233 

concrete  mixer,  times,  399, 400,  404, 

425-431 
concrete,  times,  404 
gravel,  times  and  costs,  263 
sand,  times  and  costs,  263 
Dynamite.    See  Explosives 

Eckel,  Edwin  C,  115 

Elements  of  scientific  management,  81 

Elevator  tower,  cost  to  unload  and  erect, 

10 
Elevator  wells,  cost  in  buildings,  37 
Engines,  hoisting,  cost,  371 
Erection  of  forms,  methods,  490-510 

unit  time  tables  of,  668-676 
Estimates,  accuracy  of,  678 

accurate,  for  hand  mixing  concrete, 

299 
comparison   between   authors'    and 

contractors',  43 
concrete,  687 
cost  of  buildings,  33,  42 
cost  of  labor  on  forms,  623 
distribution  of  miscellaneous  expense, 

684 
distribution  of  plant  costs,  684 
forms,  errors  in  ordinary  methods, 

621 
hand  mixing  concrete,  298 
items  for,  679 
labor  making  forms,  689 


Estimates,  lumber  for  forms,  689 

making  up,  686 

method  of  making,  for  concrete,  687 

material  vs.  estimates  of  labor,  54 

method  of  making,  for  forms,  689 

method  of  making,  for  steel,  688 

methods  used  in  practice,  681 

necessity  for,  in  concrete  mixing,  321 

plant  costs,  338 

quantity  of  rubble  for  concrete,  143 

reasons  for  accuracy,  71 

reinforced  concrete,  678 

rough,  for  hand  mixing  concrete,  298 

sample  sheet,  calculation  for  building, 
693-695 

use  of  cost  records  for,  53 
Excavation,  cost  for  building,  36 

for  concrete  structures,  cost  data  on, 
20-28 

rock.    See  Rock  excavation 

stone,  174 
Expense,  general,  reduction  in,  104 
Explosives,  180 

cost,  181,  208 

percentage  strength  of,  177 

Facing  concrete,  cost  of  labor  on,  10 

Feret,R.,  114, 125, 135 

Filling,  cost  for  buildings,  37 

Filters,  cost  of,  2 

Finish,  exterior,  cost  of,  42 

Finishing  surface,  cost  of  labor,  10 

Fireproofing,   I-beams,   forms   for,    506 

labor  costs  on  forms,  table  of,  647 

labor  times  on  forms,  table  of,  646 
Fisher,  D.  G.,  346 
Flat  cars,  cost,  372 

unloading  time,  419 
Flat  slabs,  construction,  514 

labor  costs  on  forms,  table  of,  645 
Floors,  cost  data  on,  18 

design, eff  ect  on  building  cost ,  44 

finish,  labor  cost,  10 

forms,  cost  data  on,  19 

forms,  spacing  of  supporting  posts, 
table  of,  612 

reinforcement,  labor  cost,  9 
Flooring,  cost  of,  1 2 
Foreman,  results  produced  by,  71 
Forms.    References  to  literature,  524 

See  Beam  forms 

See  Column  forms 

See  Girder  forms 

See  Slab  forms 

See  Wall  forms 

cleaning  after  removal,  484 

cleaning,  cost  of,  6 

cost  data  on,  16-30 

cost  of  labor  of,  62* 

cost  of  labor  by  contact  area,  7 
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Forms,  cost  of  labor  per  iooo  feet  B .  M . ,  8 

economical  thickness  of  lumber  for, 
469 

effect  of  size  of  building  on  lumber, 
472 

marking,  478 

materials,  466 

number  of  times  to  use,  471 

oiling,  cost  of,  6 

pressure  of  concrete  on,  table,  610 

remaking,  484 

removal,  483,  516 

sections,  478 

supporting  stringers,  table  of  spac- 
ing, 611 

time  to  remove,  472 

times  of  labor,  621 

tools  for  removal,  483 

use  of  benches  for  making,  485 
Form  designing,  607 

References  to  literature,  524 

care  needed,  475 

effect  on  cost,  485,  680 

examples   in,   608 

for  arches,  449>  463 

f  or>  beams,  498 

for  buildings,  607 

for  columns,  488 

for  cornice,  521 

for  easy  removal,  476 

for  girders,  504 

for  slabs,  508 

foreman  vs.  draftsman,  474 

important  details,  475 

notes  on,  465 

rigidity  in,  477 

strength  of,  477 
Form  estimating,  689 

erection,  690 

labor  times  and  costs,  623 

labor  in  making,  689 

lumber  in,  689 
Forms  for  mass  concrete,  446, 448 

for  reinforced  concrete,  465 
Form  lumber,  finish  for,  468 

kinds  of,  468 

quantity  of,  470 
Form  making,  accuracy  needed,  481 

alignment,  481 

cost.     See  members  in  question 

organization,  478 

routing.  485 

use  of  mill-saw,  475 

work  benches,  486 
Formulas,  hauling,  236,  238 

loading  and  dumping  carts,  233,  235 

quantities  and  volumes  of  materials) 
136 
Foundations,  cost  data  on,  16 

cost  for  buildings,  36 


Foundations,  cost  for  mass,  2 

cost  laying  concrete,  4 

forms,  488 

forms,  costs,  6 
Foundation  wall  forms,  515 

construction,  517 
Freight,  cost  for  concrete  mixer,  339 
Fuel,  cost  for  concrete  mixer,  341 

cost  for  crushing  rock,  197,  212 

cost  for  rock  excavation,  183,  208 
Fuller,  William  B.,  109, 114, 130, 141 
Functional  foreman,  84,  85 

Gang,  hand  mixing,  arrangement,  305 

machine  mixing,  383, 396 
Gatun  Dam,  457 
General  Crushed  Stone  Co.,  179 
General  expenses.    See  Overhead  charges 
Gilbreth,  Frank  B.,  57,  78,  468 
Gillette  &  Dana,  59 
Girder  bridge,  cost  of  forms,  6     » 
Girders,  definition,  498 

concrete  volumes,  530-533. 
Girder  forms,  design,  504 

cost,  computing  for  special  case,  41 

labor  cost  by  contact  area,  7 

labor  cost  per  1000  feet   B.  M.,  8 

labor  costs,  tables,  641,  643 

labor  times,  tables,  640, 642 

lumber  in,  table  of  quantities,  618, 
619 

remaking,  506 

timing  carpenters  on,  tables,  660, 
661 

unit  times  assembling,  tables,  671- 
674 

unit  times  making,  tables  664-667 

wall,  506 
Girder  reinforcement,  567 
Girderless  slabs.    See  Flat  Slabs 
Goddard,  Herbert  W.,  475 
Gow,  C.  R.,  248 
Granite.    See  also  Rock. 

specific  gravity,  115,  173,  211 

volume,  211 

weight,  173,  210,  211 
Granolithic  sidewalks,  30 

costs  of,  2 
Gravel,  loosening  with  picks,  cost,  231 

raising  with  dredge,  395 

specific  gravity,  115,  173 

voids  in,  effect  on  volume  of  con- 
crete, 129 

washing  plant,  367 
Gravel  handling,  times* and  costs,  261, 314 

unit  costs,  434 

unit  times,  434 
Gravel  hauling,  in  carts,  385 

limits  of,  239 

times,  237,  264,  419 
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Gravel  loading,  costs,  table  of,  263,  266 

times,  table  of,  263,  264 
Gravel  screening,  by  hand,  380 
plants.     References,  268 
times  and  costs,  261,  316,  418 
Gravity  mixer,  324,  345 
Groined  arches,  cost  of  forms,  6 
Gyratory  crushers,  capacities,  214 

Hand  carts,  steel,  costs,  372 
Handling  concrete,  by  barrows,  403 

by  cable  ways,  357 

by  cars,  357,  407 

by  cars,  unit  times,  423 

by  chutes,  360 

by  derricks,  357,  392,  402 

by  pails,  297,  407 

by  pails,  unit  times,  424 

plants  for,  321 

plants.     References,  376 

unit  times  and  costs,  435,  436 
Handling  concrete  materials,  217, 297, 
327,  396 

by  derricks,  392 

example  of,  240,  251 

by  carts,  392 

times  and  costs,  261,  316 

unit  times  and  costs,  420, 434-436 
Handling  machinery, cost,  371 
Hand  mixing.     See  Mixing  by  hand 
Hand  screening,  items  affecting,  227 

operations  for  time-study,  227 
Harrisburg,  Penn.,  arch  centering,  457 
Hardaway,  B.  H.,  357 
Hauling  by  motor  trucks,  248 
Hauling  concrete  materials,  formula,  237 

conditions  affecting  costs,  246 

costs,  212,  244 

costs,  table  of,  249,  266 

curves,  243,  245 

in  cars,  386,  389 

in  carts,  385 

in  motor  trucks,  248 

times,  69,  244,  419,  420 

times,  table  of,  237,  249,  264 
Hauls,  table  of  limits,  239 
Hazen,  Allen,  114 
Hewctt,  B.  H.  M.,  454 
Hodges,  Jesse  C,  492 
Hoist,  buckets,  cost,  372 

concrete,  333,  334,  522 

tower,  cost,  372 
Hoisting,  engine,  cost,  371 

concrete,  400 

concrete,  unit  times,  422 

materials,  table,  648 

cost  unloading  and  setting  up  engine, 
10 
Home-office  expense,  685 
Hopper  for  concrete  hoist,  522,  523 


Horse,  rate  of  travel,  418 

Horses,  cost  in  terms  of  man's  wages,  285 
effect  of  size  of  loads  on,  248 
effect  of  length  of  travel  on,  247 
effect  of  speed  of  travel  on,  248 

Hoes,  cost,  372 

Hoyt,  W.  A.,  354 

I-beams,  estimate  of  form  costs,  626 
fireproofing,  forms  for,  506 
labor  costs  for  forms,  table,  647 
labor  times  for  forms,  table,  646 

Implements  for  time-study,  89 

Industrial  track,  cost  of  moving,  n 
cost  to  unload  and  set  up,  1 1 

Installation,  cost  for  mixer,  339 

Instruction  cards,  83 

Jaw  crushers,  capacities,  214 
Jerome  Park  Reservoir,  325,  344 
Joists,  spacing  for  slab  forms,  table  609 

examples  in,  607 
Joists  for  supporting  forms,  503 


Labor,  estimating,  vs.  materials,  5^4 
cost  of.     See  article  in  question 
times  and  costs,  determining,  55 

Laborers'  work  on  forms,  479,  625 

Laclede  Gas  Light  Co.,  346 

Ladder,  construction,  480 

Lathing,  metal,  cost  of,  1 2 

Lavis,  F.,  345 

Lawrenceville  Bottoms,  trestle,  349 

Laying  concrete.    See  Mixing  concrete 

Ledge,  cost  of  rock  in,  182,  208 

Leffler,  B.  R.,  365 

Leveling  concrete,  409 

Lichtner,  William  O.,  105 

Lifting  concrete  in  pails,  unit  times,  424 

Lighters  for  mixer  plant,  351 

Limestone.     See  also  Rock 

specific  gravity,  115,  173,  211 

volume,  211 

weight  per  cubic  foot,  173,  210 

Loading,  rock,  cost  table,  196,  212 
cement  on  wagons,  times,  69 
floor,  effect  on  building  costs,  43 
formulas,  233,  235 
materials,  233 

materials,    cost  table,  263,  266 
materials,   time  table,  263,  264 

Loading  tray,  charging  mixer  by,  396, 397 

Loads,  effect  of  size  in  hauling,  248 
for  carts,  table  of,  260 
for  barrows,   table  of,  220,  260 
table  of  sizes,  655-657 

Locks,  cost  of  concrete  in  mass,  2 

Locomotives,   contractors'  cost,  371 

Long  Island  Railway  Power  House,  346 
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Lost  time  due  to  slow  mixing,  388 

Low,Emile,35i,353 

Lumber,  buying,  476 

carried  per  hour,  655-657 

carrying,  626 

carrying,  loads,  655-657 

cost  for  arch  centers,  460 

sawing,  unit  times,  662 
Lumber  for  forms,  thickness,  469 

finish,    468 

old  vs.  new,  470 

kinds,  468 

quantities,  470,  616,  618-620 

quantity  for  centers,  459 

quantity  for  arch  centers,  curve..  461 

Machine  drills,  176 

Machine  mixing.    See  Mixing  concrete  by 

machine 
Machines,  mixing,  types,  322,  323 
Machinery  costs,  370 
Main,  Charles  T.,  33,  36 
Making  forms,  estimate  of  labor,  689 

timing  carpenters,  table,  658-660 

tables  of  times  and  costs,  630-647 

unit  times,  table  of,  664-667 

use  of  benches,  485 
Management,  difference  between  old  and 

new  method,  75 
Manholes,  cost  of  forms  for,  6 
Mass  concrete,  cost  of,  2 

forms  for,  446. 

References  to  form  literature,  448 
Materials  for  concrete,  costs,  158 

cost  for  rubble  concrete,  161 

cost  per  cubic  yard,  166-172 

examples  on,  132,  158 

estimating  vs.  labor,  54 

fine  vs.  coarse  sand,  139 

formulas,  quantity  and  volume,  136 

measuring,  220,  275,  328 

quantity  tables,  129,  139,  150 

storing,  327 

voids  in,  effect  on  cost,  129 
McClintock,  Wm.  E.,  202 
Measuring  materials  for  concrete,  328 

automatically,  324 

by  wheelbarrows,  220 
Mechanical   analysis,  proportioning  by, 

in 
Mechanical   analysis  of  sand,  effect   on 

strength  of  mortar,  118 
Metcalf  &  Eddy,  341 
Mill-saw,  480,  649 

in  form  making,  475 
Mixer,  belt  conveyors  for,  354 

cable-hauled  cars  for,  346 

central  plant,  346 

charging  by  barrows,  395,  397 

charging  by  hopper,  398 


Mixer,  charging  by  tray,  396,  397 

charging,  unit  times,  421,  425-431 

conveying  materials  for,  387 

cost  to  unload  and  set  up,  10 

discharging  to  barrows,  399,  400 

discharging,  unit  times,  422 

dumping  times,  400,  425-431 

example,  391 

gravity,  324 

individual,  344 

men  to  operate,  331 

method  of  charging  and  discharging, 
332 

operating  cost,  table,  432,  433 

output,  331, 425, 428 

paddle,  324 

plants,  343-345,  35 1,  365 

power  to  operate,  331,  375 

repairs,  331 

rotary,  costs,  371 

rotating,  323 

stationary  batch,  343 

tools,  cost,  367 

types,  323,  330 
Mixing  concrete,  cost  data  on,  17-31 
Mixing  concrete  by  hand,  270 

cost  estimates,  298,  299 

costs  of  labor,  tables,  312,  318 

directions,  273 

example  of  special  conditions,  319 

examples,  300 

gang,  arrangement,  277,  305 

gang,  determining  size,  302 

methods,  272 

times,  69 

times  and  costs,  table  of,  312 

unit  operations,  289 

use  of  tables,  298 

vs.  machine,  270 

when  economical,  270 
Mixing  concrete  by  machine,  382 

central  plant,  346 

costs  per  cubic  yard,  tables,  432, 433, 

438-443 
cost  for  given  output,  437 
costs  with  assumed  gang  and  plant, 

444 

examples  in,  385 

gang,  organization,  383 

labor  costs,  381 

methods,  323,  410 

plants  for,  321 

time,  398 

times  of  batch,  425-431 

unit  costs,  434-443 
Mixing  machine,  cost,  371 

types,  323,330 
Mixing  plant  car,  347 
Mixing  plants.     References,  376 
Moore,  DeWittV.,351 
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Mortar,  effect  of  sands  on,  125 
effect  of  water  in  mixing,  135 
materials  for  100  square  feet  of  slab 

or  wall,  148 
table  of  quantities,  149 
table  of  weights,  260 
quantity  of  materials  for,  129,149 
tests  of  1  :3  proportions,  118 
volume,  effect  of  fine  sand,  135 
weights  and  volumes,  132 

Motion  study,  57 

Mulholland,  William,  224 

Nailing  forms,  482 

Natural  cement.    See  Cement 

Net  times,  definition,  382  * 

New  York  Barge  Canal,  355 

North  River  tunnels,  Pennsylvania  R.  R., 

454 
Note  sheet,  95 

Octagon,  area  of,  528 
Octagonal   column    forms,  quantity    of 
lumber  for,  620 

spacing  of  clamps,  615 
Oil  and  waste  cost,  in  crushing,  197,  212 

cost  in  rock  excavation,  184,  208 
Oiling  forms,  483 
Operations,  unit,  289 
Organic  matter,  effect  on  sand,  118 
Organization,  concrete  gang,  383 

form  building  gang,  478 
Output  of  concrete  mixer,  331 

2-bag  batch,  428 

4-bag  batch,  425 
Output  of  rock  drills,  1 76-1 78 
Overhead  charges,  estimating,  625 

in  rock  excavation,  185 

reduction  in,  104 

Paddle  mixer,  324 

Pails,  handling  concrete,  297,  407 

Painesville  bridge,  360 

Paint,  oil  and  cold  water,  cost  of,  42 

Painting  concrete,  cost  of,  12 

Panels,  slab,  510 

Parsippany  Dike,  N.  J.,  339, 355    . 

Pavements,  cost  data  on,  2, 30 

Paving,  cost  of  concrete  base,  2 

Pennsylvania  R.  R.  tunnel  forms,  454 

Picking  concrete  surface,  cost,  10 

Picks,  cost  of,  372 

Piece-rates,  differential,  86 

Piece-work.     See  also  Task- work 

ability  of  men  to  stand,  104 

automatic  selection  of  men,  92 

definition  of,  86 

introducing,  92 

results  of,  105 

vs.  day  labor  in  drilling,  180 


Piece-work  vs.  day-work  wages,  103 
Piers,  cost  of,  2,  22 

forms  for,  6,  23 

laying  concrete  for,  4 
Piles,  concrete,  cost  of,  2 
Pipes,  concrete,  cost  of,  2 
Placing  concrete,  275,  nc9 

costs,  4, 436>  444 

times,  436 

unit  times,  424 
Placing  steel,  562 

times  and  costs,  562 

use  of  tables,  565 
Planning  department,  82 
Plants,  concrete,  321 

References,  376 

central,  346 

cost,  337 

design,  324 

examples  of,  342 
Plant  costs,  depreciation,  340 

distribution,  684 

estimating,  338 

example  of,  342 

freight,  339 

fuel,  341 

installation  and  moving,  339 

operating  days  per  year,  341 

rate  per  day,  341 

rental,  341 

repairs,  340 

tools,  341 
Plastering,  cost  of,  12 
Plumbing,  cost  for  buildings,  37 
Posts  for  supporting  beam  forms,  502 

examples  in  spacing,  608 

table  of  spacing,  612 
Power  for  mixing,  331,  375 
Pressure  of  concrete,  table,  610 
Principles  of  scientific  management,  81 

application,  57 
Proportioning  concrete,  107 

effect  on  cost,  119 

examples  in,  119,  132, 

how  specified,  134 

mechanical  analyses,  11 1 

practical  mixture,  in 

rough  rules  for,  107 

trial  mixes,  no 

units  of  measurement,  134 

voids,  109 

weights,  324 

Quantity,  concrete,  formulas,  136 
concrete,  curves  for,  146 
concrete  for  reinforced  members,  5  26 
lumber  for  forms,  459,  470,  616-620 
materials  for  mortar,  149 
materials,  Fuller's  rule,  130 
materials,  examples  on,  144 
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Quantity,  rubble  for  concrete,  143 
Quarrying  rock.    See  Rock  excavation 
Quartering  sand,  115 
Quartzite,  cost  of  explosives,  181 
Quick  man  vs.  average  man,  287 
Quick  times,  definition,  223 

Rammers,  cost,  372 
Rates,  care  in  setting,  87 

fixing  of,  91,  93,  102 

used  in  tables,  225 
Records  of  cost,  their  purpose,  53 
Reinforced  buildings,  estimates,  691 
Reinforced  concrete,  estimates,  678 

cost  of.     See  structure  in  question 

forms  for,  465 
Reinforcement,  568.    See  also  Steel 

for  beams.     See  Beam  reinforcement 

for  columns.    See  Column  reinforce- 
ment 

for  girders.   See  Girder  reinforcement 

for  slabs.     See  Slab  reinforcement 

for  walls.     See  Wall  reinforcement 

labor  cost  of,  9,  566 

table  of  alternate  selection  of  bars, 

540-553 
table  of  quantities  and  areas,  534 
weights  for  given  ratio  of  steel,  536 

Remaking  forms,  484,  511 

Removal  of  forms,  notes  on,  473,  476, 

483,  516 
Rental  for  concrete  mixer,  341 
Repairs,  cost  of,  to  mixer,  331,  340 

stone  crushing,  197,  212 

rock  excavation,  184,  208 
Reservoirs,  cost,  2,  24 

laying  concrete  in,  4 

reinforcement,  labor  cost  on,  9 
Rest  and  delays,  percentages,  227,  410 
Retaining  walls,  cost  data,  2,  16 

cost  of  forms,  6 

plant  for,  347 

reinforcement,  labor  cost  on,  9 
Rice,  John,  179,  181 
Rock,  classification  of,  175 

specific  gravity,  115,  173,  211 

volumes,  211 

weights  of,  210,  211 
Rock  crushing.     See  Stone  crushing 
Rock  crushers.     See  Crushers 
Rock  drills,  output,  176-178 
Rock  excavation,  cost  of,  182 

cost  of  coal,  183 

cost  to  cities,  201 

depreciation  and  interest,  184 

examples  in,  203 

explosives,  cost,  181,  183 

labor  costs,  185 

oil  and  waste  cost,  184 

overhead  costs,  185 


Rock  excavation,  plants.    References,  216 

repairs,  cost,  184 

rock,  cost  of,  in  ledge,  182 

stripping  soil,  cost,  182 

spacing  holes,  210 
Rocky  River  Bridge,  centering,  457 
Rods.     See  Bars 

Roof  reinforcement,  labor  cost  of,  9 
Roofing,  cost,  11,  37 
Rotating  mixers,  323 
Rotary  mixers,  cost,  371 
Round  bars.     See  Bars 
Routing,  83 

in  form  making,  485 
Rubble,  estimating  for  concrete,  143 

measurement  in  concrete,  143 
Rubble  concrete,  vs.  plain,  cost,  142 

cost  of  materials,  161 

definition,  141 

examples  on,  143,  147,  163 

materials  for,  table  of,  156 

percentage  of  rubble  in,  142,  161 
Runways  for  mixer  plants,  367-369 

Sabin,  Louis  C,  141 

Safety  treads,  cost  of,  1 1 

Sand  blasting,  cost  of,  10 

Sand,  cost  of.     See  Materials 
coarse  vs.  fine,  126, 139 
dumping  times  and  costs,  263 
effect  of  brand  of  cement  on,  119 
effect  on  cost  of  concrete,  1 24 
effect  on  strength  of  mortar,  117, 

125 
fine,  effect  on  volume  of  concrete,  135 
formulas  for  quantity  in  concrete, 

137,  138 

fine,  water  needed  with,  135,  159 

fine,  effect  on  concrete  cost,  162 

measuring  for  hand  mixing,  291 

mechanical  analyses,  118 

moisture,  to  find  percentage,  112 

organic  matter  in,  118 

quantities  to  use,  table,  139 

selection  of,  116, 118 

shoveling  times,  234 

sieves  for  testing,  117 

specifications,  117 

specific  gravity,  112,  115,  173 

voids  in,  table,  113,  114 

washing,  118 

washing  plant  for,  367 

weight  of,  159,  173 

wheeling,  387 
Sand  handling,  in  carts,  392 

times  and  costs,  261,  316 

unit  costs,  434,  435 

unit  times,  434,  435 
Sand  hauling,  in  cars,  386,  389 

in  carts,  385     tizedb 
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Sand  hauling,  limits  of  haul,  239 

times  of,  237,  419,  420 

times,  table  of ,  264 
Sand  loading,  233 

costs,  table  of,  263,  266 

times,  table  of,  263,  264 
Sand  screening,  by  hand,  385 

costs,  261,  316 

times,  316,  418 
Sandstone.    See  also  Rock 

specific  gravity,  115,  173,  211 

weight,  173,  210,211 
Sandy  Hill  arch  bridge,  453 
Sawing,  hand  vs.  mill,  example,  649 

unit  times,  table  of,  662 
Saw-mill.    See  Mill-saw 
Schutte\  A.  E.,  114 
Scientific  management,  aim,  52 

application,  57 

division  of  responsibility,  76 

duties  of  managers,  76 

economy  of,  75 

fixing  tasks,  87 

functional  foreman,  84 

instruction  cards,  83 

introduction  of,  74,  78 

on  construction  jobs,  105 

planning  department,  82 

possibilities  of,  73 

principles,  81 

routing,  83 

task- work,  77,  86 

time-study,  87 
Screening  plants,  268, 364 
Screening  sand  and  gravel,  385 

costs,  227,  261 

times,  69,  261 

time  study  of,  227 

unit  costs,  418 
Screenings  for  concrete,  192 
Screens,  inclined,  230 

for  stone  crushers,  192 
Setting  of  concrete,  effect  of  weather,  473 
Sewers.    References,  464 

cost  data,  2,  28 

cost  of  forms,  6 

cost  of  laying  concrete,  4 

rental  of  forms,  6 
Shale.    See  also  Rock 

weight  of,  210 
Shawinigan  Falls  tunnel,  452,  454 
Sheathing  for  forms,  economical  thick- 
ness, 469 
Sherman,  L.  K.,  349 
Shoveling,  arrangement  of  gang,  249 

table  of  times,  234 

time  study  of,  95,  99 

unit  times,  424 
Shovels,  cost,  372 

weight  of  load  for,  229 


Shunk,  Major  F.  R.,  608 

Sidewalks,  cost  of,  2,  4, 30 

Sieves  for  testing  sand,  117 

Slabs,  materials  for  100  square  feet,  148 

flat.    See  Flat  slabs 

volumes,  526 
Slab  forms,  design,  508 

cost  of,  6 

cost,  computing  special  case,  41 

erecting  methods,  510 

joists  for  making,  512 

labor  costs,  by  contact  area,  7 

labor  costs,  per  1000  feet  B.  M.,  8 

labor  costs,  tables,  644 

labor  times,  tables,  644 

lumber  in,  table  of  quantities,  617 

remaking,  511 

spacing  of  joists  for,  609, 610 

unit  times  assembling,  675 

unit  times  making,  664-667 
Slab  reinforcement,  567,  568 

alternate  selection  of  bars,  548, 553 

labor  costs  of,  565, 597,  598 

labor  times,  565,  596 

weights  of  bars,  561 
Slate.    See  also  Rock 

specific  gravity,  115,  173,  211 

volume,  211 

weight,  173,  212 
Sledging,  cost,  196,  212 

items  affecting  time  of,  196 
Sockets,  cast  iron ,  cost  of ,  1 1 

cost  of  setting,  n 
Soil  stripping,  cost,  182,  208 

examples,  183 

table  of,  211 
Southern  Power  Co.,  Dam,  357 
Spacing  form  joists,  609-612 
Spades,  cost,  372 
Specific  gravity,  cinders,  115 

conglomerate,  115 

definition,  112 

granite,  115 

gravel,  115, 173 

limestone,  115 

method  of  determining,  115 

rock,  211 

sand,  112, 115, 173 

sand  stone,  115 

slate,  115 

stone,  112,  115,  173 

trap,  115, 173 
Square  bars.     See  Bars 
Square  column  forms,  quantity  of  lum- 
ber for,  620 

spacing  of  clamps,  613,  614 
Staging,  480 
Stairs,  cost  for  building,  37 

cost  of  placing  and  removing  forms,  6 
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Stand  pipes,  cost  of,  2 

labor  on  reinforcement,  9 

mixing  and  placing  concrete  for,  4 
Steel.     See  also  Reinforcement 

areas  of  bars,  table  of,  534 

bars.    See  Bars 

beams,  fireproofing,  506 

bending  and  placing,  562 

carrying,  567 

centering,  456 

corrugated  for  slab  forms,  514 

cost  of  incasing  in  concrete,  2 

cost  data  on,  17-29 

dump  cars,  cost,  372 

estimate,  688 

forms  vs.  wood,  467 

labor  cost  per  pound,  estimating,  563 
Steel  highway  bridges,  cost  of  abutments 

for,  13,  14 
Steel  workers'  wages,  565 
St.  Louis,  Mo.,  steel  sewer  centering,  456 
Stone.     See  also  Rock 

broken,  data  on,  202 

classification,  175 

cost  of.     See  Materials 

cost,  weight  vs.  measure,  160,  173 

crushed,  cost  of  drilling  and  blasting 
rock  for,  208 

effect  of  composition  on  cost  of  con- 
crete, 121 

effect  of  voids  on  cost  of  concrete, 
121,  160 

effect  of  volume  on  cost  of  concrete, 
129 

excavation,  174 

measuring  for  hand-mixed  concrete, 
291 

selection  of,  119 

size  for  concrete,  192 

specific  gravity,  112 

voids  in,  table  of  percentages,  113, 
114 

weight  of,  160 
Stone  crushers.    See  Crushers 
Stone  crushing,  cost,  212 

cost  of  by  city  labor,  200 

examples  on,  204 

plant,  174, 188 
Stone  handling,  in  carts,  392 

times  and  costs,  261,  314 

unit  costs,  434,435 

unit  times,  434,  435 
Stone  hauling,  in  cars,  386,  389 

unit  times,  420 
Stone  wheeling,  387 
Stop-watches  for  time-study,  89,  96 
Storage  for  concrete  materials,  327 
Strength  of  various  mortars,  1 25 
Stringers  for  supporting  forms,  table  of 
spacing,  611 


Stripping  soil,  cost,  182,  208,  211 

Structural  steel,  cost  of  incasing  in  con- 
crete, 2 

Structures,  cost  data  on,  2, 16 

Studs  for  supporting  forms,  table  of  spac- 
ing, 610,611 

Study  of  times.    See  Time-study 

Subways,  cost  of,  2 

Symonds,  Major  T.  W.,  351 

Tables.    See  article  in  question 
Tamping  concrete,  409 
Tanks,  cost  of,  2 
Tasks,  fixing  of,  87 
Task- work,  86,  224 

ability  of  men  to  stand,  104 

automatic  selection  of  men  by,  92 

basis  of,  77 

bonus  for,  80 

concreting  under,  102 

construction  under,  73 

definition  of,  86 

drilling  under,  178 

effect  on  efficiency  of  men,  79 

form  construction  under,  628 

introducing,  92 

results  of,  105 

results  in  drilling,  1 79 

steps  in  establishing,  88 

times  and  costs  on  steel,  565 
Thacher,  Edwin,  141 
Theory  of  a  concrete  mixture,  135 
Tile,  cost  of,  12 
Time  and  cost,  division  of,  55 
Times.     See  also  article  in  question 

actual,  definition,  382 

in  hundredths  of  minutes,  383 

in  task  work  on  steel,  565 

labor,  determining,  55 

net,  definition,  382 

percentage  for  rest  and  delays,  410 

per  gang,  definition,  2  26 

per  one-man,  definition,  226 

quick,  definition,  223 

tables,  example  of  use,  653 

unit.    See  Unit  times 
Time-study,  accuracy,  101 

application  of,  244 

definition  of,  58 

determining  times,  87 

division  of  operation,  90 

elementary  units,  99,  219 

example  of  theory,  56 

final  averages,  91 

implements,  89 

method  of  taking  observations,  91 

method  of  using  stop-watch,  97 

methods  used  in,  94 

necessity  for  55  ,byGoOgIe 

necessity  for  detail,  100 
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Time-study,  of  bricklaying,  55 

rate  fixing  by,  91 

stop-watch  for,  96 

timing  men,  91 

training  men  for,  90" 

unit  times  in,  66 

watch-book  for,  95 

watch-book,  use  of,  06 
Timing  carpenters,  assembling  forms,  659, 
661 

making  forms,  658,  660 
Tooling  concrete,  cost  of,  10 
Tools,  cost  of,  for  concrete,  367 

for  removing  forms,  483 
Tower  hoist,  cost,  372 
Track  and  trestle,  cost,  372 
Track  for  mixing  plant,  369 
Trades,  methods  to  develop  laws  for,  78 
Transporting  material,  217,  232,  261,  384 

cost  table  of,  314 

examples  in,  240,  251,  253 

limit  of  wheelbarrow  haul,  294 

methods,  294,  400,  406 

operations,  294 

times,  table  of,  314 
Trap.    See  also  Rock. 

specific  gravity,  115, 173,  211 

volume,  table  of,  211 

weight,  173,  210,  211 
Travel,  rates  of,  384 
Traveling,  time  of  man  or  horse,  418 
Treads,  safety,  cost  of,  1 1 
Trestle  and  track  cost,  372 
Trucks,  motor,  hauling  by,  248 
Tunnels,  cost  of,  2, 18-20 

centers,  description,  452, 454 

centers.    References,  464 

cost  of  concrete  in,  4 

cost  of  forms,  6 

lining,  cost  of,  2 
Turner,  C.  A.  P.,  474 

Unit  costs,  accuracy  of  method,  288 
handling  materials,  434-436 
machine  mixing,  438-443 

Unit  operations,  289 
study  of,  382 

Unit  times  and  time-studies,  66 

Unit  times.    See  article  in  question 
application  of,  69 
assembling  forms,  668-674 
combining  for  total  times,  67 
definition  of,  58 
effect  of  quality  of  men  on,  70 
erecting  forms,  668-677 
examples  in  use  of,  648 
handling  materials,  420-436 
making  forms,  664-667 
mixing  concrete,  303,  418-424 


Unit  times,  mixing  concrete,  table  of,  net 
and  actual,  290 

object  of,  67 

principle  of,  68 

purpose  of,  58 

sawing  lumber,  table  of,  662 

shoveling  concrete,  424 

use  in  motion  studies,  67 
Unloading  cement,  times,  69 

unloading  flat  cars,  times,  419 

Voids,  effect  on  concrete  volume,  129 

in  stone,  effect  on  cost,  160 

in  stone,  effect  on  concrete  cost,  i?i 

proportioning  concrete  by,  109 
Volume,  absolute,  definition,  125 

absolute,  of  mortar  ingredients,  125 

cement,  132,  260 

cement  per  barrel,  133 

cement,  packed  vs.  loose,  134 

cement  paste,  table  of,  260 

table  of,  for  reinforced  members,  525 
Volume  of  concrete,  132 

effect  of  fine  sand  on,  135 

effect  of  water  in  mixing,  135 

fine  vs.  coarse  sand,  139 

formulas,  136 

from  one  barrel  of  cement,  1 53 

in  beams,  530-533 

in  girders,  53°"533 

in  octagonal  columns,  528 

in  round  columns,  529 

in  slabs,  526 

in  square  columns,  527 

in  walls,  526 
Volumes  of  materials,  examples,  144,  145 

fine  vs.  coarse  sand,  139 
Volumes  of  mortar,  149 

effect  of  fine  sand  on,  135 

effect  of  water  in  mixing  on,  135 

tables  of,  149 
Volumes  of  rubble  concrete,  157 

Wages,  carpenters,  623 

payment  of,  73 

steel  workers,  565 
Walls,  cost,  2 

cost  of  reinforcement,  9 

materials  for  100  square  feet,  148 

volume  of,  526 
Wall  forms,  517 

cellar,  519 

column,  494 

cost  of,  6 

curtain,  519 

erecting,  table  of  unit  times,  676 

foundation,  515,  517 

labor  costs,  table,  of,  645 

labor  times,  table  of,  645 
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Wall  forms,  making  ,unit  times,  664-667 

spacing  of  studs,  table,  610 
Wall  girders,  506 
Wall  reinforcement,  567,  568 

labor  costs,  table,  of  599 

labor  times,  table  of,  599 

weights  of,  table  of,  560 
Walls,  retaining,  cost  data  on,  16 

cost  of  forms  for,  6 

labor  cost  on  reinforcement,  9 
Washing  plants,  gravel,  268,  364,  367 
Washing  surfaces  with  acid,  cost,  10 
Wason,  Leonard,  C,  477 
Watch-book  for  time-study,  95 
Watches  for  time-study,  89,  96 
Water,  effect  on  volume  of  concrete  or 
mortar,  135 

for  fine  vs.  coarse  sand,  135 

per  batch  of  concrete,  329 
WTater  tower,  steel  centering,  458 
Wedges  for  forms,  482 
Weehawken  shaft,  mixer  plant,  345 
Weights.    See  also  article  in  question 

bars,  537,  600,  603 

broken  stone  per  cubic  foot,  1 73 

cement,  132 

concrete,  132,  260 

gravel,  173 

mortar,  132,  260 


Weights,  reinforcement,  554-561 
rock,  table  of,  211 
sand, 159, 173 
shovelful  of  material,  229 
steel  for  given  ratio  of  reinforcement, 

536 

stone,  160 
Westerly,  R.  I.,  water  tower,  458 
Weston,  Robert  Spurr,  115 
Wheelbarrows,  conveying  concrete,  332 

handling  concrete,  403 

haul,  limit  of,  294 

steel,  cost,  372 

table  of  loads,  220,  260 

unit  times  wheeling,  419,  422 

wooden,  cost,  372 
Wheelbarrow  work ,  241 
Wheeling  concrete,  analysis,  295 

unit  times,  422,  423 
Wheeling  materials,  69,  387,  419 

cost  table,  211 

times,  69,  419, 420 
Wilson,  W.  W.,  494 

Winchester  Repeating  Arms  Co.,  build- 
ing, 366 
Windows,  cost  for  buildings,  37 
Winston,  J.  O.,  360 
Wood  vs.  steel  for  forms,  467 
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